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PREFACE. 

How  best  to  perform  construction  work  and  what  it  will 
cost  for  materials,  labor,  plant  and  general  expenses  arc  matters 
of  vital  interest  to  engineers  and  contractors.  This  book  is  a 
treatise  on  the  methods  and  cost  of  concrete  construction.  Xo 
attempt  has  been  made  to  present  the  subject  of  cement  testing 
\*hich  is  already  covered  by -Mr.  W.  Purves  Taylor's  excellent 
book,  nor  to  discuss  the  physical  properties  of  cements  and 
concrete,  as  they  are  discussed  by  Falk  and  by  Sabin.  nor  to 
.  consider  reinforced  concrete  design  as  do  Turneaure  and  Maurer 
or  Buel  and  Hill,  nor  to  present  a  general  treatise  on  cements, 
mortars  and  concrete  construction  like  that  of  Reid  or  of  Tav- 
lor  and  Thompson.  On  the  contrary,  the  authors  have  handled 
the  subject  of  concrete  construction  solely  from  the  viewpoint 
of  the  builder  of  concrete  structures.  By  doing  this  they  have 
been  able  to  crowd  a  great  amount  of  detailed  information  on 
methods  and  costs  of  concrete  construction  into  a  volume  of 
moderate  size. 

Though  the  special  information  contained  in  the  book  is 
of  most  particular  assistance  to  the  contractor  or  engineer  en- 
gaged in  the  actual  work  of  making  and  placing  concrete,  it  is 
believed  that  it  will  also  prove  highly  useful  to  the  designinj^ 
engineer  and  to  the  architect.  It  seems  plain  that  no  designer 
of  concrete  structures  can  be  a  really  good  designer  without 
having  a  profound  knowledge  of  methods  of  construction  and 
of  detailed  costs.  This  book,  it  is  believed,  gives  these  methods 
and  cost  data  in  greater  number  and  more  thoroughly  analyzed 
than  they  can  be  found  elsewhere  in  engineering  literature. 

The  costs  and  other  facts  contained  in  the  book  have  been 
collected  from  a  multitude  of  sources,  from  the  engineering 
journals,  from  the  transactions  of  the  engineering  societies,  from 
Government  Reports  and  from  the  personal  records  of  the 
authors  and  of  other  engineers  and  contractors.  It  is  but  fair 
to  say  that  the  great  bulk  of  tlie  matter  contained  in  the  book. 
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IV  PREFACE, 

though  portions  of  it  have  appeared  previously  in  other  forms 
in  the  authors'  contributions  to  the  technical  press,  was  collected 
and  worked  up  originally  by  the  authors.  Where  this  has  not 
been  the  case  the  original  data  have  been  added  to  and  re- 
analyzed by  the  authors.  Under  these  circumstances  it  has 
been  impracticable  to  give  specific  credit  in  the  pages  of  the 
book  to  every  source  from  which  the  authors  have  drawn  aid. 
They  wish  here  to  acknowledge,  therefore,  the  help  secured  from 
many  engineers  and  contractors,  from  the  volumes  of  Engineer- 
ing News,  Engineering  Record  and  Engineering-Contracting, 
and  from  the  Transactions  of  the  American  Society  of  Civil 
Engineers  and  the  proceedings  and  papers  of  various  other  civil 
engineering  societies  and  organizations  of  concrete  workers. 
The  work  done  by  these  journals  and  societies  in  gathering  and 
publishing  information  on  concrete  construction  is  of  great  and 
enduring  value  and  deserves  full  acknowledgment. 

In  answer  to  any  possible  inquiry  as  to  the  relative  parts 
of  the  work  done  by  the  two  authors  in  preparing  this  book, 
they  will  answer   that  it  has  been  truly  the  labor  of  both  in 

everv  part. 

H.    P.    G. 

C.    S.    H. 
Chicago,  111.,  April  15,  1908. 
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CHAPTER  I. 


METHODS   AND   COST    OF   SELECTING   AND   PRE- 
PARING MATERIALS  FOR  CONCRETE. 

Concrete  is  an  artificial,  stone  produced  by  mixing  cement 
mortar  with  broken  stone,  gravel,  broken  slag,  cinders  or 
other  similar  fragmentary  materials.  The  component  parts 
are  therefore  hydraulic  cement,  sand  and  the  broken  stone  or 
other  coarse  material  commonly  designated  as  the  aggregate. 

CEMENT. 

At  least  a  score  of  varieties  of  hydraulic  cement  are  listed 
in  the  classifications  of  cement  technologists.  The  construct- 
ing engineer  and  contractor  recognize  only  three  varieties: 
Portland  cement,  natural  cement  and  slag  or  puzzolan  cement. 
All  concrete  used  in  engineering  work  is  made  of  either  Port- 
land, natural  or  slag  cement,  and  the  great  bulk  of  all  concrete 
is  made  of  Portland  cement.  Only  these  three  varieties  of 
cement  are,  therefore,  considered  here  and  they  only  in  their 
aspects  having  relation  to  the  economics  of  construction  work. 
For  a  full  discussion  of  the  chemical  and  physical  properties 
of  hydraulic  cements  and  for  the  methods  of  determining 
these  properties  by  tests,  the  reader  is  referred  to  "Practical 
Cement  Testing,*'  by  W.  Purves  Taylor. 

PORTLAND  CEMENT.— Portland  cement  is  the  best  of 
the  hydraulic  cements.  Being  made  from  a  rigidly  controlled 
artificial  mixture  of  lime,  silica  and  alumina  the  product  of 
the  best  mills  is  a  remarkably  strong,  uniform  and  stable 
material.  It  is  suitable  for  all  classes  of  concrete  work  and 
is  the  only  variety  of  hydraulic  cement  allowablie  for  rein- 
forced concrete  or  for  plain  concrete  having  to  endure  hard 

I 


2  CONCRETE    CONSTRUCTION. 

wear  or  to  be  used  where  strength,  density  and  durability  of 
high  degree  are  demanded. 

NATURAL  CEMENT.— Natural  cement  diflfers  from  Port- 
land cement  in  degree  only.  It  is  made  by  calcining  and 
grinding  a  limestone  rock  containing  naturally  enough  clayey 
matter  (silica  and  alumina)  to  make  a  cement  that  will  harden 
under  water.  Owing  to  the  imperfection  and  irregularity  of 
the  natural  rock  mixture,  natural  cement  is  weaker  and  less 
uniform  than  Portland  cement.  Natural  cement  concrete  is 
suitable  for  work  in  w-hich  great  unit  strength  or  uniformity 
of  quality  is  not  essential.  It  is  never  used  for  reinforced 
work. 

SLAG  CEMENT. — Slag  cement  has  a  strength  approach- 
ing very  closely  that  of  Portland  cement,  but  as  it  will  not 
stand  exposure  to  the  air  slag  cement  concrete  is  suitable  for 
use  only  under  water.  Slag  cement  is  made  by  grinding 
together  slaked  lime  and  granulated  blast  furnace  slag. 

SIZE  AND  WEIGHT  OF  BARRELS  OF  CEMENT.— 

The  commercial  unit  of  measurement  of  cement  is  the  barrel ; 
the  unit  of  shipment  is  the  bag.  A  barrel  of  Portland  cement 
contains  380  lbs.  of  cement,  and  the  barrel  itself  weighs  20  lbs. ; 
there  are  four  bags  (cloth  or  paper  sacks)  of  cement  to  the 
barrel,  and  the  regulation  cloth  sack  weighs  ij^  lbs.  The 
size  of  cement  barrels  varies,  due  to  the  differences  in  weight 
of  cement  and  to  dirferences  in  compacting  th«  cement  into 
the  barrel.  A  light  burned  Portland  cement  weighs  100  lbs. 
per  struck  bushel ;  a  heavy  burned  Portland  cement  weighs 
118  to  125  lbs.  per  struck  bushel.  The  number  of  cubic  feet 
of  packed  Portland  cement  in  a  barrel  ranges  from  3  to  3J^. 
Natural  cements  are  lighter  than  Portland  cement.  A  barrel 
of  Louisville,  Akron,  Utica  or  other  Western  natural  cement 
contains  265  lbs.  of  cement  and  weighs  15  lbs.  itself;  a  barrel 
of  Rosendale  or  other  Eastern  cement  contains  300  lbs.  of 
cement  and  the  barrel  itself  weighs  20  lbs.  There  are  3^  cu. 
ft.  in  a  barrel  of  Louisville  cement.  Usually  there  are  three 
bags  to  a  barrel  of  natural  cement. 

As  stated  above,  the  usual  shipping  unit  for  cement  is  the 
bag,  but  cement  is  often  bought  in  barrels  or,  for  large  works, 
in  bulk.     When  bought  in  cloth  bags,  a  charge  is  made  of 
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10  cts.  each  for  the  bags,  but  on  return  of  the  bags  a  credit  of 
8  to  10  cts.  each  is  allowed.  Cement  bought  in  barrels  costs 
10  cts.  more  per  barrel  than  in  bulk,  and  cement  ordered  in 
paper  bags  costs  5  cts.  more  per  barrel  than  in  bulk.  Cement 
is  usually  bought  in  cloth  sacks  which  are  returned,  but  to  get 
the  advantage  of  this  method  of  purchase  the  user  must  have 
an  accurate  system  for  preserving,  checking  up  and  shipping 
the  bags. 

Where  any  considerable  amount  of  cement  is  to  be  used  the 
contractor  will  find  that  it  will  pay  to  erect  a  small  bag  house 
or  to  close  off  a  room  at  the  mixing  plant.  Provide  the  en- 
closure with  a  locked  door  and  with  a  small  window  into 
which  the  bags  are  required  to  be  thrown  as  fast  as  emptied. 
One  trustworthy  man  is  given  the  key  and  the  task  of  count- 
ing up  the  empty  bags  each  day  to  see  that  they  check  with 
the  bags  of  cement  used.  The  following  rule  for  packing 
and  shipping  is  given  by  Gilbreth.* 

"Pack  cement  bags  laid  flat,  one  on  top  of  the  other,  in 
piles  of  50.  They  can  then  be  counted  easily.  Freight  must 
be  prepaid  when  cement  bags  are  returned  and  bills  of  lading 
must  be  obtained  in  duplicate  or  credit  cannot  be  obtained 
on  shipment.'' 

The  volumes  given  above  are  for  cement  compacted  in  tlie 
barrel.  When  the  cement  is  emptied  and  shoveled  into  boxes 
it  measures  from  20  to  30  per  cent  more  than  when  packed 
in  the  barrel.  The  following  table  compiled  from  tests  made 
for  the  Boston  Transit  Commission,  Mr.  Howard  Carson, 
Chief  Engineer,  in  1896,  shows  the  variation  in  volume  of 
cement  measured  loose  and  packed  in  barrels : 

Per  cent 
Brand  Vol.  Barrel  Vol.  Packed    Vol.  Loose  Increase 

Portland.  cu.  ft.  cu.  ft.  cu.  ft.  in  bulk 

Giant   3.5  3.35  4.17  25 

Atlas  3.45  3-21  375  i« 

Saviors   3.25  3.15  4.05  30 

Alsen  3.22  3.16  4.19  33 

Dyckerhoff  ....    3.12  3.03  4.00  33 

Mr.  Clarence  M.  Foster  is  authority  for  the  statement  that 

••'Field   System."    Frank    H.    Gilbreth.      Myron   C.    Clark  Publishing  Co.. 
New  York  and  Chicago. 
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Utica  cement  barrels  measure  1634  ins.  across  at  the  heads, 
i^Yi  ins.  across  the  bilge,  and  25^  ins.  in  length  under  heads, 
and  contain  3.77  cu.  ft.  When  265  lbs.  of  Utica  natural  hy- 
draulic cement  are  packed  in  a  barrel  it  fills  it  within  2/2  ins. 
of  the  top  and  occupies  3.45  cu.  ft.,  and  this  is  therefore  the 
volume  of  a  barrel  of  Utica  hydraulic  cement  packed  tight. 

In  comparative  tests  made  of  the  weights  and  volumes  of 
various  brands  of  cements  at  Chicago  in  1903,  the  following 
figures  were  secured : 

Vol.  per  Weight  per  Weight  per 

bbl.,  cu.  ft.  bbl.,  lbs.                      cu.  ft 

Brand.              Loose.  Gross.            Net.  Loose,  lbs. 

DyckerhoflF  ...  4.47  395               369.5            83 

Atlas    4.45  401               381               85.5 

Alpha  4.37  400.5            381               86.5 

Puzzolan    4.84  375                353.5             73.5 

Steel    4.96  345                322.5             67.5 

Hilton    4.64  393                370.5             79.5 

SPECIFICATIONS  AND  TESTING— The  great  bulk  of 
cement  used  in  construction  work  is  bought  on  specification. 
The  various  government  bureaus,  state  and  city  works  de- 
partments, railway  companies,  and  most  public  service  cor- 
porations have  their  own  specifications.  Standard  specifica- 
tions are  also  put  forward  by  several  of  the  national  engineer- 
ing societies,  and  one  of  these  or  the  personal  specification  of 
the  engineer  is  used  for  individual  works.  Buying  cement  to 
specification  necessitates  testing  to  determine  that  the  mate- 
rial purchased  meets  the  specified  requirements.  For  a  com- 
plete discussion  of  the  methods  of  conducting  such  tests  the 
reader  is  referred  to  ^'Practical  Cement  Testing"  by  W.  Purves 
Taylor. 

According  to  this  authority  a  field  testing  laboratory  will 
cost  for  equipment  $250  to  $350.  Such  a  laboratory  can  be 
operated  by  two  or  three  men  at  a  salary  charge  of  from  $100 
to  $200  per  month.  Two  men  will  test  on  an  average  four 
samples  per  day  and  each  additional  man  will  test  four  more 
samples.  The  cost  of  testing  will  range  from  $3  to  $5  per 
sample,  which  is  roughly  equivalent  to  3  cts.  per  barrel  of 
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cement,  or  from  3  to  5  cts.  per  cubic  yard  of  concrete.  These 
figures  are  for  field  laboratory  work  reasonably  well  con- 
ducted under  ordinarily  favorable  conditions.  In  large  labor- 
atories the  cost  per  sample  will  run  somewhat  lower. . 

SAND. 

Sand  constitutes  from  J^  to  ^  of  the  volume  of  concrete ; 
when  a  large  amount  of  concrete  is  to  be  made  a  contractor 
cannot,  therefore,  afford  to  guess  at  his  source  of  sand  supply. 
A  long  haul  over  poor  roads  can  easily  make  the  sand  cost 
more  than  the  stone  per  cubic  yard  of  concrete. 

PROPERTIES  OF  GOOD  SAND.— Ensrinecrs  common] v 
specify  that  sand  for  concrete  shall  be  clean  and  sharp,  and 
silicious  in  character.  Neither  sharpness  nor  excessive  clean- 
liness is  worth  seeking  after  if  it  involves  much  expense. 
Tests  show  conclusively  that  sand  with  rounded  grains  makes 
quite  as  strong  a  mortar,  other  things  being  equal,  as  does 
sand  with  angular  grains.  The  admixture  with  sand  of  a  con- 
siderable percentage  of  loam  or  clay  is  also  not  the  unmixed 
evil  it  has  been  supposed  to  be.  Myron  S.  Falk  records*  a 
number  of  elaborate  experiments  on  this  point.  These  ex- 
periments demonstrate  conclusively  that  loam  and  clay  in 
sand  to  the  amount  of  10  to  15  per  cent,  result  in  no  material 
reduction  in  the  strength  of  mortars  made  with  this  sand  as 
compared  with  mortars  made  with  the  same  sand  after  wash- 
ing. There  can  be  no  doubt  but  that  for  much  concrete  work 
the  expense  entailed  in  washing  sand  is  an  unnecessary  one. 

The  only  substitute  for  natural  sand  for  concrete,  that  need 
be  considered  practically,  is  pulverized  stone,  either  the  dust 
and  fine  screenings  produced  in  crushing  rock  or  an  artificial 
sand  made  by  reducing  suitable  rocks  to  powder.  As  a  con- 
clusion from  the  records  of  numerous  tests,  M.  S.  Falk  says: 
"It  may  be  concluded  that  rock  screenings  may  be  substituted 
for  sand,  either  in  mortar  or  concrete,  without  any  loss  of 
strength  resulting.  This  is  important  commercially,  for  it 
precludes  the  necessity  of  screening  the  dust  from  crushed 
rock  and  avoids,  at  the  same  time,  the  cost  of  procuring  a 
natural  sand  to  take  its  place." 


•"Cements,  Mortars  anJ  Concretes"     By  Myron  S.  Falk.     Myron  C.  Chiik 
Publishing  Co.,   Chicago,  HI. 
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The  principal  danger  in  using  stone  dust  is  failure  to  secure 
the  proper  balance  of  different  size  grains.  This  is  also  an 
important  matter  in  the  choice  of  natural  sands.  Sand  com- 
posed of  a  mixture  of  grains  ranging  from  fine  to  coarse  gives 
uniformly  stronger  mortars  than  does  sand  with  grains  of 
nearly  one  size,  and  as  between  a  coarse  and  a  fine  sand  of 
one  size  of  grains  the  coarse  sand  gives  the  stronger  mortar. 
Further  data  on  the  effect  of  size  of  grains  on  the  utility  of 
sand  for  concrete  are  given  in  Chapter  II,  in  the  section  on 
\^oids  in  Sand,  and  for  those  who  wish  to  study  in  detail,  the 
test  data  on  this  and  the  other  matters  referred  to  here,  the 
authors  recommend  "Cements,  Mortars  and  Concretes;  Their 
Physical  Properties,"  by  Myron  S.  Falk. 

COST  OF  SAND. — A  very  common  price  for  sand  in  cities 
is  $1  per  cu.  yd.,  delivered  at  the  work.  It  may  be  noted  here 
that  as  sand  is  often  sold  by  the  load  instead  of  the  cubic  yard, 
it  is  wise  to  have  a  written  agreement  defining  the  size  of  a 
load.  Where  the  contractor  gets  his  sand  from  the  pit  its  cost 
will  be  the  cost  of  excavating  and  loading  at  the  pit,  the  cost 
of  hauling  in  wagons,  the  cost  of  freight  and  rehandling  it  if 
necessary,  and  the  cost  of  washing,  added  together. 

An  energetic  man  working  under  a  good  foreman  will  load 
20  cu.  yds.  of  sand  into  wagons  per  lo-hour  day ;  with  a  poor 
foreman  or  when  laborers  are  scarce,  it  is  not  safe  to  count 
on  more  than  15  cu.  yds.  per  day.  With  wages  at  $1.50  per 
day  this  will  make  the  cost  of  loading  10  cts.  per  cubic  yard. 
The  cost  of  hauling  will  include  the  cost  of  lost  team  time  and 
dumping,  which  will  average  about  5  cts.  per  cubic  yard. 
With  I  cu.  yd.  loads,  wages  of  team  35  cts.  per  hour,  and 
speed  of  travel  23^  miles  per  hour,  the  cost  of  hauling  proper 
is  1/2  ct.  per  100  ft.,  or  27  cts.  per  mile.  Assuming  a  mile  haul, 
the  cost  of  sand  delivered  based  on  the  above  figures  will  be 
10  cts.  +  5  cts.  +  y2  ct.  per  100  ft.  =  15+  27  cts.  =  42  cts.  per 
cu.  yd.  Freight  rates  can  always  be  secured  and  it  is  usually 
safe  to  estimate  the  weight  on  a  basis  of  2,700  lbs.  per  cubic 
yard.  For  a  full  discussion  of  the  cost  of  excavating  sand 
and  other  earths  the  reader  is  referred  to  "Earth  Excavation 
and  Eml)ankments;  Methods  and  Cost,"  by  Halbert  P.  (Gil- 
lette and  Daniel  J.  Hauer. 
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METHODS  AND  COST  OF  WASHING  SAND.— When 
the  available  sand  carries  considerable  percentages  of  loam  or 
clay  and  the  specifications  require  that  clean  sand  shall  be 
used,  washing  is  necessary.  The  best  and  cheapest  method 
of  performing  this  task  will  depend  upon  the  local  conditions 
and  the  amount  of  sand  to  be  washed.         • 

Washing  With  Hose. — When  the  quantity  of  sand  to  be 
washed  does  not  exceed  15  to  30  cu.  yds.  per  day  the  simplest 
method,  perhaps,  is  to  use  a  hos^.  Build  a  wooden  tank  or 
box,  8  ft.  wide  and  15  ft.  lOng,  the  bottom  having  a  slope  of 
8  ins.  in  the  15  ft.  The  sides  should  be  about  8  ins.  high  at 
the  lower  end  and  rise  gradually  to  3  ft.  in  height  at  the  upper 
end.  Close  the  lower  end  of  the  tank  with  a  board  gate  about 
6  ins.  in  height  and  sliding  in  grooves  so  that  it  can  be  re- 
moved. Dump  about  3  cu.  yds.  of  sand  into  the  upper  end  of 
the  tank  and  play  a  ^-in.  hose  stream  of  water  on  it,  the  hose 
man  standing  at  the  lower  end  of  the  tank.  The  water  and 
sand  flow  down  the  inclined  bottom  of  the  tank  where  the 
sand  remains  and  the  dirt  flows  over  the  gate  and  off  with  the 
water.  It  takes  about  an  hour  to  wash  a  3-cu.  yd.  batch,  and 
by  building  a  pair  of  tanks  so  that  the  hose  man  can  shift  from 
one  to  the  other,  washing  can  proceed  continuously  and  one 
man  will  wash  30  cu.  yds.  per  lo-hour  day  at  a  cost,  with 
wages  at  $1.50,  of  5  cts.  per  cubic  yard.  The  sand,  of  course, 
has  to  be  shoveled  from  the  tank  and  this  will  cost  about  10 
cts.  per  cubic  yard,  making  15  cts.  per  cubic  yard  for  washing 
and  shoveling,  and  to  this  rriust  be  added  any  extra  hauling 
and,  ifthe  water  is  pumped,  the  cost  of  pumping  which  may 
amount  to  10  cts.  per  cubic  yard  for  coal  and  wages.  Alto- 
gether a  cost  of  from  15  to  30  cts.  per  cubic  yard  may  be  fig- 
ured  for  washing  sand  with  a  hose. 

Washing  With  Sand  Ejectors. — When  large  quantities  of 
sand  are  to  be  washed  use  may  be  made  of  the  sand  ejector 
system,  commonly  employed  in  washing  filter  sand  at  large 
water  filtration  plants ;  water  under  pressure  is  required.  In 
this  system  the  dirty  sand  is  delivered  into  a  conical  or  pyra- 
midal hopper,  from  the  bottom  of  which  it  is  drawn  by  an 
ejector  and  delivered  mixed  with  water  into  a  second  similar 
hopper ;  here  the  water  and  dirt  overflow  the  top  of  the  hopper, 
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Fig.  1. — Plan  and  Elevation  ol  Two-Hopper  Elector  Sand  Waihlng  Plant. 
while  the  sand  settles  and  is  again  ejected  into  a  third  hop- 
per or  to  the  stock  pile  or  bins.     The  system  may  consist  of 


^u^e^ 


Fig.  2.— Plan  and  Elevation  of  Four-Hopper  Ejector  Sand  Waahlng  Plant, 
anywhere  from  two  to  six  hoppers.  Figure  i  shows  a  two- 
hopper  lay-out  and  Fig.  2  shows  a  four-]iop|K'r  lay-out.     In 
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the  first  plant  the  washed  sand  is  delivered  into  bins  so  ar- 
ranged, as  will  be  seen,  that  the  bins  are  virtually  a  third 
washing  hopper.  The  clean  sand  is  chuted  from  these  bins 
directly  into  cars  or  wagons.  In  the  second  plant  the  clean* 
sand  is  ejected  into  a  trough  which  leads  it  into  buckets  han- 
dled by  a  derrick.  The  details  of  one  of  the  washing  hoppers 
for  the  plant  shown  by  Fig.  i  are  illustrated  by  Fig.  3. 

At  filter  plants  the  dirty  sand  is  delivered  mixed  with  water 
to  the  first  hopper  by  means  of  ejectors  stationed  in  the  filters 
and  discharging  through  pipes  to  the  washers.  When,  as 
would  usually  be  the  case  in  contract  work,  the  sand  is  de- 
livered comparatively  dry  to  the  first  hopper,  this  hopper  must 
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Ihrtteal  S«eticn  A-B. 

Fig.  S.—Detalls  of  Washing  Hopper  and  Ejector  for  Plant  Sliown  by  Fig.  1. 

be  provided  with  a  sprinkler  pipe  to  wet  the  sand.  In  study- 
ing the  ejector  washing  plants  illustrated  it  should  be  borne 
in  mind  that  for  concrete  work  they  would  not  need  to  be  of 
such  permanent  construction  as  for  filter  plants,  the  washers 
would  be  mounted  on  timber  frames,  underground  piping 
would  be  done  away  with,  etc. ;  at  best,  however,  such  plants 
are  expensive  and  will  be  warranted  only  when  the  amount 
-of  sand  to  be  washed  is  large. 

The  usual  assumption  of  water-works  engineers  is  that  the 
volume  of  water  required  for  washing  filter  sand  is  15  times 
the  volume  of  the  sand  washed.  At  the  Albany,  X.  Y.,  filters 
the  sand  passes  through  five  ejectors  at  the  rate  of  3  to  5  cu. 
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yds.  per  hour  and  takes  4,ocx)  gallons  of  water  per  cubic  yard. 

One  man  shovels  sand  into  the  washer  and  two  take  it  away. 

Based  on  an  output  of  32  cu.  yds.  in   10  hours,  Mr.  Allen 

Hazen  estimates  the  cost  of  washing  as  follows : 

3  men,  at  $2  per  day $6.00 

110,000  gallons  of  water,  at  $0.05 5.50 


Total,  32  cu.  yds.,  at  36  cts $11.50 

Washing  With  Tank  Washers. — Figure  4  shows  a  sand 
washer  used  in  constructing  a  concrete  lock  at  Springdale, 
Pa.,  in  the  United  States  government  improvement  work  on 
the  Allegheny  river.     The  device  consisted  of  a  circular  tank 
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Pig.  4.— Details  of  Tank  Washer  Used  at  Springdale,  Pa. 

9  ft.  in  diameter  and  7  ft.  high,  provided  with  a  sloping  false 
bottom  perforated  with  i-in.  holes,  through  which  water  was 
forced  as  indicated.  A  73,2  X  5  X  <3-in.  pump  with  a  3-in.  dis- 
charge pipe  was  used  to  force  water  into  the  tank,  and  the 
rotating  paddles  were  operated  by  a  7  h.p.  engine.  This  ap- 
paratus washed  a  batch  of  14  cu.  yds.  in  from  i  to  2  hours  at 
a  cost  of  7  cts.  per  cubic  yard.  The  sand  contained  much  fine 
coal  and  silt.  The  above  data  are  given  by  Mr.  W.  H.  Roper. 
Another  form  of  tank  washer,  designed  by  ]\Ir.  Allen  Hazen, 
for  washing  bank  sand  at  Yonkers,  N.  Y.,  is  shown  by  Fig.  5. 
This  apparatus  consisted  of  a  10  X  '^Yi  X  2y2-it.  wooden  box, 
with  a  6-in.  pipe  entering  one  end  at  the  bottom  and  there 
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branching  into  three  3-m.  pipes,  extending  along  the  bottom 
and  capped  at  the  ends.  The  undersides  of  the  3-in.  pipes 
were  pierced  with  J/S-in.  holes  6  ins.  apart,  through  which 
water  under  pressure  was  discharged  into  the  box.    Sand  was 
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Fig.  S— Details  of  Tank  Washer  Used  at  Yonkera,   N.  Y. 

shoveled  into  tlie  box  at  one  end  and  the  upward  currents  of 
water  raised  the  fine  and  dirty  particles  until  they  escaped 
through  the  waste  troughs.  When  the  box  became  filled  with 
sand  a  sliding  door  at  one  end  was  opened  and  the  batch  dis- 


Fig.   G— Details  ol  Rotating  Tank  Sand  W'aaher  Used  at  Hudson.  N.  T. 

charged.  The  operation  was  continuous  as  long  as  sand  was 
shoveled  into  the  box;  by  manipulating  the  door  the  sand 
could  be  made  to  run  out  with  a  very  small  percentage  of 
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water.  Sand  containing  7  per  cent  of  dirt  was  thus  washed 
so  that  il  contained  only  0.6  per  cent  dirt.  The  washer  han- 
dled 200  cu.  yds.  of  sand  in  10 
hours.  The  above  data  are 
given  by  F.  H.  Stephenson. 

A  somewhat  more  elaborate 
form  of  tank  washer  than 
either  of  those  described  is 
shown  by  Fig.  6.  This  ap- 
paratus was  used  by  Mr.  Geo, 
A,  Soper  for  washing  filter 
sand  at  Hudson,  N.  Y.  The 
dirty  sand  was  shoveled  into  a 
sort  of  hopper,  from  which  it 
was  fed  by  a  hose  stream  into 
an  inclined  cylinder,  along 
which  it  traveled  and  was  dis- 
charged into  a  wooden  trough 
provided  with  a  screw  convey- 
or and  closed  at  both  ends. 
The  water  overflowing  the 
sides  of  the  trough  carried 
away  the  dirt  and  the  clean 
sand  was  delivered  by  the 
screw  to  the  bucket  elevator 
which  hoisted  it  to  a  platform, 
from  which  it  was  taken  by 
barrows  to  the  stock  pile.  A 
4-li.p,  engine  with  a  5-h.p. 
boiler  operated  the  cylinder, 
screw,  elevator  and  pump. 
Four  men  operated  the  washer 
and  handled  32  cu.  yds.  of 
sand  per  day;  with  wages  at 
$1.50  the  cost  of  washing  was 
20  cts.  per  cubic  yard. 

In   constructing  a  concrete 

block  dam  at  Lynchburg,  Va., 

—Arrangement  ot  sand  containing  from  i;  to  ■^o 

!  Washing  Plant  ^         /     7  i  j 

I  vni-hhiirg  Va  per    Cent,    of    loam,    clav    and 
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vegetable  matter  was  washed  to  a  cleanliness  of  2  to  5  per  cent 
of  such  matter  by  the  device  shown  by  Fig.  7.  A  small  creek 
was  diverted,  as  shown,  into  a  wooden  flume  terminating  in 
two  sand  tanks;  by  means  of  the  swinging  gate  the  flow  was 
pyassed  through  either  tank  as  desired.  The  sand  'Cvas  hauled 
by  wagon  and  shoveled  into  the  upper  end  of  the  flume ;  the 
current  carried  it  down  into  one  of  the  tanks  washing  the  dirt 
loose  and  carrying  it  off  with  the  overflow  over  the  end  of  the 
tank  while  the  sand  settled  in  the  tank.  When  one  tank  was 
full  the  flow  was  diverted  into  the  other  tank  and  the  sand  in 
the  first  tank  was  shoveled  out,  loaded  into  wagons,  and 
hauled  to  the  stock  pile.  As  built  this  washer  handled  about 
30  cu.  yds.  of  sand  per  lo-hour  day,  but  the  tanks  were  built 
too  small  for  the  flume,  which  could  readily  handle  75  cu.  yds. 
per  day  with  no  larger  working  force.  This  force  consisted 
of  three  men  at  $1.50  per  day,  making  the  cost,  for  a  30  cu.  yd. 
output,  15  cts.  per  cu.  yd.  for  washing. 

None  of  the  figures  given  above  includes  the  cost  of 
handling  the  sand  to  and  from  the  washer.  When  this  in- 
volves much  extra  loading  and  hauling,  it  amounts  to  a  con- 
siderable expense,  and  in  any  plan  for  washing  sand  the  con- 
tractor should  figure,  with  exceeding  care,  the  extra  handling 
due  to  the  necessity  of  washing. 

AGGREGATES. 

The  aggregates  commonly  used  in  making  concrete  are 
broken  or  crushed  stone,  gravel,  slag  and  cinders.  Slag  and 
cinders  make  a  concrete  that  weighs  considerably  less  than 
stone  or  gravel  mixtures,  and  being  the  products  of  com- 
bustion are  commonly  supposed  to  make  a  specially  fire  re- 
sisting concrete;  their  use  is,  therefore,  confined  very  closely 
to  fire-proof  building  work  and,  in  fact,  to  floor  construction 
for  such  buildings.  Slag  and  cinder  concretes  are  for  this 
reason  given  minor  consideration  in  this  volume. 

BROKEN  STONE. — Stone  produced  by  crushing  any  of 
the  harder  and  tougher  varieties  of  rock  is  suitable  for  con- 
cVete.  Perhaps  the  best  stone  is  produced  by  crushing  trap 
rock.  Crushed  trap  besides  being  hard  and  tough  is  angu- 
lar and  has  an  excellent  fracture  surface  for  holding  cement ; 
it  also  withstands   heat   better  than   most   stone.     Xcxt   to 
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trap  the  hard,  tough,  crystalline  limestones  make  perhaps  the 
best  all  around  concrete  material;  cement  adheres  to  lime- 
stone better  than  to  any  other  rock.  Limestone,  however, 
calcines  when  subjected  to  fire  and  is,  therefore,  pbjected  to 
by  many  engineers  for  building  construction.  The  harder  and 
denser  sandstones,  mica-schists,  granites  and  syanltes  make 
good  stone  for  concrete  and  occasionally  shale  and  slate  may 
be  used. 

GRAVEL. — Gravel  makes  one  of  the  best  possible  aggre- 
gates for  concrete.  The  conditions  under  which  gravel  is  pro- 
duced by  nature  make  it  reasonably  certain  that  only  the' 
tougher  and  harder  rocks  enter  into  its  composition ;  the 
rounded  shapes  of  the  component  particles  permit  gravel  to 
be  more  closely  tamped  than  broken  stone  and  give  less  danger 
of  voids  from  bridging ;  the  mixture  is  also  generally  a  fairly 
well  balanced  composition  of  fine  and  coarse  particles.  The 
surfaces  of  the  particles  being  generally  smooth  give  per- 
haps a  poorer  bond  with  the  cement  than  most  broken  stone. 
In  the  matter  of  strength  the  most  recent  tests  show  that 
there  is  very  little  choice  between  gravel  and  broken  stone 
concrete. 

SLAG  AND  CINDERS.— The  slag  used  for  concrete  ag- 
gregate is  iron  blast  furnace  slag  crushed  to  proper  size. 
Cinders  for  aggregate  are  steam  boiler  cinders;  they  are  best 
with  the  fine  ashes  screened  out  and  should  not  contain  more 
than  15  per  cent,  of  unburned  coal. 

BALANCED  AGGREGATE.— With  the  aggregate,  as 
with  the  sand  for  concrete,  the  best  results,  other  things 
being  equal,  will  be  secured  by  using  a  well-balanced  mix- 
ture of  coarse  and  fine  particles.  Usually  the  product  of  a 
rock  crusher  is  fairly  well  balanced  except  for  the  very  fine 
material.  There  is  nearly  always  a  deficiency  of  this,  which, 
as  explained  in  a  succeeding  section,  has  to  be  supplied  by 
adding  sand.  Usually,  also,  the  engineer  accepts  the  crusher 
product  coarser  than  screenings  as  being  well  enough  bal- 
anced for  concrete  work,  but  this  is  not  always  the  case.  Eh- 
gineers  occasionally  demand  an  artificial  mixture  of  varying 
proportions  of  different  size  stones  and  may  even  go  so  far 
as-  to  require  gravel  to  be  screened  and  reproportioned.    This 
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artificial  grading  of  the  aggregate  adds  to  the  cost  of  the 
concrete  in  some  proportion  which  must  be  determined  for 
each  individual  cas&. 

SIZE  OF  AGGREGATE.— The  size  of  aggregate  to  be 
used  depends  upon  the  massiveness  of  the  structure,  its  pur- 
pose, and  whether  or  not  it  is  reinforced.  It  is  seldom  that 
aggregate  larger  than  will  pass  a  3-in.  ring  is  used  and  this 
only  in  very  massive  work.  The  more  usual  size  is  2j4  ins. 
For  reinforced  concrete  i^  ins.  is  about  the  maximum  size 
allowed  and  in  building  work  i-in.  aggregate  is  most  com- 
monly used.  Some  constructors  use  no  aggregate  larger  than 
^  in.  in  reinforced  building  work,  and  others  require  that 
for  that  portion  of  the  concrete  coming  directly  in  contact 
with  the  reinforcement  the  aggregate  shall  not  exceed  J4  ^^ 
Yi  in.  The  great  bulk  of  concrete  work  is  done  with  aggre- 
gate smaller  than  2  ins.,  and  as  a  general  thing  where  the 
massiveness  of  the  structure  will  allow  of  much  larger  sizes 
it  will  be  more  economic  to  use  rubble  concrete.  (See  Chap- 
ter VI.) 

COST  OF  AGGREGATE.— The  locality  in  which  the 
work  is  done  determines  the  cost  of  the  aggregate.  Concerns, 
producing  broken  stone  or  screened  and  washed  gravel  for 
concrete  are  to  be  found  within  shipping  distance  in  most 
sections  of  the  country  so  that  these  materials  may  be  pur- 
chased in  any  amount  desired.  The  cost  will  then  be  the 
market  price  of  the  material  f.  o.  b.  cars  at  plant  plus  the 
freight  rates  and  the  cost  of  unloading  and  haulage  to  the 
stock  piles.  If  the  contractor  uses  a  local  stone  or  gravel  the 
aggregate  cost  will  be,  for  stone  the  costs  of  quarrying  and 
crushing  and  transportation,  and,  for  gravel,  the  cost  of  exca- 
vation, screening,  washing  and  transportation. 

SCREENED  OR  CRUSHER-RUN  STONE  FOR  CON- 
CRETE.— Formerly  engineers  almost  universally  demanded 
that  broken  stone  for  concrete  should  have  all  the  finer  parti- 
cles screened  out.  This  practice  has  been  modified  to  some 
considerable  extent  in  recent  years  by  using  all  the  crusher 
product  both  coarse  and  fine,  or,  as  it  is  commonly  expressed, 
by  using  run-of-crusher  stone.  The  comparative  merits  of 
screened  and  crusher-run  stone  for  concrete  work  are  ques- 
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tions  of  comparative  economy  and  convenience.  The  fine 
stone  dust  and  chips  produced  in  crushing  stone  are  not,  as 
was  once  thought,  deleterious;  they  simply  take  the  place 
of  so  much  of  the  sand  which  would,  were  the  stone  screened, 
be  required  to  balance  the  sand  and  stone  mixture.  It  is 
seldom  that  the  proportion  of  chips  and  dust  produced  in 
crushing  stone  is  large  enough  to  replace  the  sand  constituent 
entirely ;  some  sand  has  nearly  always  to  be  added  to  run-of- 
crusher  stone  and  it  is  in  determining  the  amount  of  this 
addition  that  uncertainty  lies.-  The  proportions  of  dust  and 
chips  in  crushed  stone  vary  with  the  kind  of  stone  and  with 
the  kind  of  crusher  used.  Furthermore,  when  run-of-crusher 
stone  is  chuted  from  the  crusher  into  a  bin  or  pile  the  screen- 
ings and  the  coarse  stones  segregate.  Examination  of  a 
crusher-run  stone  pile  will  show  a  cone-shaped  heart  of  fine 
material  enclosed  by  a  shell  of  coarser  stone,  consequently 
when  this  pile  of  stone  is  taken  from  to  make  concrete  a  uni- 
form mixture  of  fine  and  coarse  particles  is  not  secured,  the 
material  taken  from  the  outside  of  the  pile  will  be  mostly 
coarse  and  that  from  the  inside  mostly  fine.  This  segregation 
combined  with  the  natural  variation  in  the  crusher  product 
'  makes  the  task  of  adding  sand  and  producing  a  balanced  sand 
and  stone  mixture  one  of  extreme  uncertainty  and  some  diffi- 
culty unless  considerable  expenditure  is  made  in  testing  and 
reproportioning.  When  the  product  of  the  crusher  is  screened 
the  task  of  proportioning  the  sand  to  the  stone  is  a  straight- 
forward operation,  and  the  screened  out  chips  and  dust  can 
be  used  as  a  portion  of  the  sand  if  desired.  The  only  saving, 
then,  in  using  crusher-run  stone  direct  is  the  very  small  one  of 
not  having  to  screen  out  the  fine  material.  The  conclusion 
must  be  that  the  economy  of  unscreened  stone  for  concrete 
is  a  very  doubtful  quantity,  and  that  the  risk  of  irregularity 
in  unscreened  stone  mixtures  is  a  serious  one.  The  engineer's 
specifications  will  generally  determine  for  the  contractor 
whether  he  is  to  use  screened  or  crusher-run  stone,  but  these 
same  specifications  will  not  guarantee  the  regularity  of  the 
resulting  concrete  mixture ;  this  will  be  the  contractor's  bur- 
den and  if  the  engineer's  inspection  is  rigid  and  the  crusher- 
run  product  runs  uneven  for  the  reasons  given  above  it  will 
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be  a  burden  of  considerable  expense.  The  contractor  will  do 
well  to  know  his  product  or  to  know  his  man  before  bidding 
less  or  even  as  little  on  crusher-run  as  on  screened  stone 
concrete. 

COST  OF  QUARRYING  AND  CRUSHING  STONE.— 

The  following  examples  of  the  cost  of  quarrying  and  crush- 
ing stone  are  fairly  representative  of  the  conditions  which 
would  prevail  on  ordinary  contract  work.  In  quarrying  and 
crushing  New  Jersey  trap  rock  with  gyratory  crushers  the  fol- 
lowing was  the  cost  of  producing  200  cu.  yds.  per  day : 

Per  day.  Per  cu.  yd. 

3  drillers  at  $2.75 $    8.25  $0,041 

3  helpers  at  $1.75 5.25  0.026 

10  men  barring  out  and  sled^^ing  ....      is.oo  0-075 

14  men  loading  carts    21.00  0.105 

4  cart  horses  6.00  0.030 

2  cart  drivers    3.00  0.015 

2  men    dumping    carts    and    feeding 

crusher    3.00  o.oi  5 

I   fireman  for  drill  boiler 2.50  0.013 

I  enginenian  for  crusher   3.00  0.015 

I  blacksmith    3.00  0.015 

I  blacksmith    helper    2.00  o.oio 

1  foreman    5.00  0.025 

2  tons  coal  at  $3.50 7.00  0.035 

150  lbs.  40%  dynamite  at  15  cts 22.50  0.113 

Total    $106.50  $0,533 

The  quarry  face  worked  was  12  to  1 8  ft.,  and  the  stone  was 
crushed  to  2-in.  size.  Owing  to  the  seamy  character  of  the 
rock  it  was  broken  by  blasting  into  comparatively  small 
pieces  requiring  very  little  sledging.  The  stone  was  loaded 
into  one-horse  dump  carts,  the  driver  taking  one  cart  to  the 
crusher  while  the  other  was  being  loaded.  The  haul  was 
100  ft.  The  carts  were  dumped  into  an  inclined  chute  leading 
to  a  Xo.  5  Gates  crusher.  The  stone  was  elevated  by  a 
bucket  elevator  and  screened.  All  stone  larger  than  2  ins. 
was  returned  through  a  chute  to  a  Xo.  3  Gates  crusher  for 
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recrushing.  The  cost  given  above  does  not  include  interest, 
depreciation,  and  repairs ;  these  items  would  add  about  $8  to 
$io  more  per  day  or  4  to  5  cts.  per  cubic  yard. 

In  quarrying  limestone,  where  the  face  of  the  quarry  was 
only  5  to  6  ft.  high,  and  where  the  amount  of  stripping  was 
small,  one  steam  drill  was  used.  This  drill  received  its  steam 
from  the  same  boiler  that  supplied  the  crusher  engine.  The 
drill  averaged  60  ft.  of  hole  drilled  per  lo-hr.  day,  but  was 
])Gorly  handled  and  frequently  laid  oflF  for  repairs.  The  cost 
of  quarrying  and  crushing  was  as  follows : 

Quarry.  Crusher. 

I    driller    $  2.50  i   engineman    $  2.50 

I    helper    1.50  2  men  feeding  crusher.     3.50 

I  man  stripping 1.50  6  men  wheeling 9.00 

4  men  qarrying  6.00  i  bin  man   1.50 

I  blacksmith   2.50  i  general  foreman   ....     3.00 

1/8  ton  coal  at  $3 i.oo  1/3  ton   coal  at  $3....      i.oo 

Repairs  to  drill 60  i   gallon  oil 25 

Hose,  drill  steel  and  in-  Repairs  to   crusher.  ...      i.oo 

terest  on  plant 90  Repairs   to    engine   and 

24  lbs.   dynamite 3.60         boiler    i.oo 

Interest  on   plant i.oo 


Total    $20.10 


Summary: 


Total    $23.75 


Per  day.  Per.  cu.  yd. 

Quarrying    $20.10  $0.37 

Crushing 23.75  0-39 


Total  for  60  cu.  yds $43-85  $0.76 

The  "4  men  quarrying"  barred  out  and  sledged  the  stone  to 
sizes  that  would  enter  a  9xi6-in.  jaw  crusher.  The  "6  men 
wheeling"  delivered  the  stone  in  wheelbarrows  to  the  crusher 
platform,  the  run  plank  being  never  longer  than  150  ft.  Two 
men  fed  the  stone  into  the  crusher,  and  a  bin-man  helped  load 
the  wagons  from  the  bin,  and  kept  tally  of  the  loads.  The 
stone  was  measured  loose  in  the  wagons,  and  it  was  found 
that  the  average  load  was  i}i  cu.  yds.,  weighing  2.400  lbs. 
per  cu.  yd.     There  were  40  wagon    loads,    or    60    cu.    yds. 
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crushed  per  lohr.  day,  although  on  some  days  as  high  as 
75  cu.  yds.  were  crushed.  The  stone  was  screened  through 
a  rotary  screen,  9  ft.  long,  having  three  sizes  of  openings,  yS- 
in.,  1 14 -in-  and  2j4-in.  The  output  was  16%  of  the  smallest 
size.  24%  of  the  middle  size,  and  6o9{^  of  the  large  size.  All 
tailings  over  2y2  ins.  in  size  were  recrushed. 

It  will  be  noticed  that  the  interest  t^n  the  plant  is  quite  an 
important  item.  This  is  due  to  the  fact  that,  year  in  and 
year  out,  a  quarrying  and  crushing  plant  seldom  averages 
more  than  100  days  actually  worked  per  year,  and  the  total 
charge  for  interest  must  be  distributed  over  these  100  days, 
and  not  over  300  days  as  is  so  commonly  and  erroneously  done. 
The  cost  of  stripping  the  earth  off  the  rock  is  often  consider- 
ably in  excess  of  the  above  given  cost,  and  each  case  must  be 
estimated  separately.  Quarry  rental  or  royalty  is  usually  not 
in  excess  of  5  cts.  per  cu.  yd.,  and  frequently  much  less.  The 
dynamite  used  was  40%,  and  the  cost  of  electric  exploders  is 
included  in  the  cost  given.  Where  a  higher  quarry  face  is 
used  the  cost  of  drilling  and  the  cost  of  explosives  per  cu.  yd. 
is  less.  Exclusive  of  quarry  rent  and  heavy  stripping  costs, 
a  contractor  should  be  able  to  quarry  and  crush  limestone  or 
sandstone  for  not  more  than  75  cts.  per  cu.  yd.,  or  62  cts.  per 
ton  of  2,000  lbs.,  wages  and  conditions  being  as  above  given. 

The  labor  cost  of  erecting  bins  and  installing  a  9x16  jaw 
crusher,  elevator,  etc.,  averages  about  $75,  including  hauling 
the  plant  two  or  three  miles,  and  dismantling  the  plant  when 
work  is  finished. 

The  following  is  a  record  of  the  cost  of  crushing  stone  and 
cobbles  on  four  jobs  at  Newton,  Mass.,  in  1891.  On  jobs 
A  and  B  the  stone  was  quarried  and  crushed ;  on  jobs  C  anil 
D  cobblestones  w^ere  crushed.  A  9xi5-in.  Farrel-Marson- 
don  crusher  was  used,  stone  being  fed  in  by  two  laborers.  A 
rotary  screen  having  yi,  i  and  2!/j-in.  openings  delivered  the 
stone  into  bins  having  four  compartments,  the  last  receiving 
the  **tailings"  which  had  failed  to  pass  through  the  screen. 
The  broken  stone  was  measured  in  carts  as  they  left  the  bin, 
but  several  cart  loads  were  weighed,  giving  the  following 
weights  per  cubic  foot  of  broken  stone: 
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■Size. 


91.0 


/2-in. 
lbs. 

Greenish  trap  rock,  *'A" 95.8 

Conglomerate.   "B"    loi.o 

Cobblestones,  **C"  and  *'D". . .  102.5 

A  one-horse  cart  held  26  to  28  cu.  ft.  (average  i  cu.  yd.) 
of  broken  stone;  a  two-horse  cart,  40  to  42  cu.  ft.,  at  the 
crusher. 


i-in.  2j/2-ins.  Tailings, 
lbs.  lbs.  lbs. 

84.3  88.3 
87.7  94.4 
98.0         99.6 


-Job.. 


Hours  run   

Short  tons  per  hour 

Cu.  yds.  per  hour 

Per  cent  of  tailings  

Per  cent  of  23^ -in.  stone 

Per  cent  of  i-in.  stone 

Per  cent  of  V2-in.  stone  or  dust. 


A. 

412 
9.0 

7-7 
31.8 

Si-3 
10.2 

6.7 


B. 

144 

1 1.2 

8.9 

29.3 
51-9 


C. 

lOI 

157 
1 1.8 

17.5 
57.0 


18.8        25.5 
Job. 


A. 
Explosives,    coal   for   drill    and    « 

repairs    $0,084 

Labor  steam  drilling o.o()2 

Labor  hand  drilling 

Sharpening  tools    o.(y)9 

Sledging  stone  for  crusher.  . .  .   0.279 

Loading  carts    0.098 

Carting  to  crusher 0.072 

Feeding  crusher   ^053 

Engineer  of  crusher 0.031 

Coal  for  crusher   0.079 

Repairs  to  crusher 0.041 

Moving  portable  crusher 

Watchman  ($1.75  a  day) 


B. 
$0,018 

•  •  •   ■ 

0.249 
0.023 
0.420 
0.127 
0.062 

0.053 
0.038 

0.050 

•  •   ■    • 

0.023 
0.053 


C. 


$0,314 
0-033 
0.029 
0.047 


0.022 


D. 

198 
12.1 

9.0 
20.5 

55.1 

•  •  ■   • 

234 


D. 


$0,144 
0.098 
0.065 
0.036 
Ch044 
0.0 1 1 
0.019 
0.030 


Total  cost  per  cu.  yd $0,898    $1,116    $0,445     $0,447 

Total  cost  per  short  ton 0.745      0.885       0.330      0.372 
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Note. — "A"  was  trap  rock;  "B"  was  conglomerate  rock;  "C"  and  "D" 
were  trap  and  granite  cobblestones.  Common  laborers  on  Jobs  **A"  and 
•D"  were  paid  $1.75  per  9-hr.  day;  on  Jobs  "B"  and  "C/*  $1.50  per  9-hr. 
day;  two-horse  cart  and  driver,  $5  per  day;  blacksmith,  $2.60;  engineer  on 
crusher,  $2  on  Job  "A,"  $2.25  on  "B,"  $2.00  on  "C,"  $2.60  on  "D^';  steam 
driller  received  $3,  and  helper  $1.75  a  day;  foreman,  $3  a  day.  Coal  was 
$5.25  per  short  ton.    Forcite  powder,  11  1-3  cts.  per  lb. 

For  a  full  discussion  of  quarrying  and  crushing  methods 
and  costs  and  for  descriptions  of  crushing  machinery  and 
plants  the  reader  is  referred  to  "Rock  Excavation;  Methods 
and  Cost/'  by  Halbert  P.  Gillette. 

SCREENING  AND  WASHING  GRAVEL.— Handwork 
is  resorted  to  in  screening  gravel  only  when  the  amount  to  be 
screened  is  small  and  when  it  is  simply  required  to  separate 
the  fine  sand  without  sorting  the  coarser  material  into  sizes. 
The  gravel  is  shoveled  against  a  portable  inclined  screen 
through  which  the  sand  drops  while  the  pebbles  slide  down 
and  accumulate  at  the  bottom.  The  cost  of  screening  by  hand 
is  the  cost  of  shoveling  the  gravel  against  the  screen  divided 
by  the  number  of  cubic  yards  of  saved  material.  In  screening 
gravel  for  sand  the  richer  the  gravel  is  in  fine  material  the 
cheaper  will  be  the  cost  per  cubic  yard  for  screening;  on  the 
contrary  in  screening  gravel  for  the  pebbles  the  less  sand  there 
is  in  the  gravel  the  cheaper  will  be  the  cost  per  cubic  yard 
for  screening.  The  cost  of  shoveling  divided  by  the  number 
of  cubic  yards  shoveled  is  the  cost  of  screening  only  when 
both  the  sand  and  the  coarser  material  are  saved.  Tests  made 
in  the  pit  will  enable  the  contractor  to  estimate  how  many 
cubic  yards  of  gravel  must  be  shoveled  to  get  a  cubic  yard  of 
sand  or  pebbles.  An  energetic  man  will  shovel  about  25  cu. 
yds.  of  gravel  against  a  screen  per  lo-hour  day  and  keep  the 
screened  material  cleared  away,  providing  no  carrying  is 
necessary. 

A  mechanical  arrangement  capable  of  handling  a  consider- 
ably larger  yardage  of  material  is  shown  by  Fig.  8.  Two  men 
and  a  team  are  required.  The  team  is  attached  to  the  scraper 
by  means  of  the  rope  passing  through  the  pulley  at  the  top 
of  the  incline.  The  scraper  is  loaded  in  the  usual  manner, 
hauled  up  the  incline  until  its  wheels  are  stopped  by  blocks 
and  then  the  team  is  backed  up  to  slacken  the  rope  and  per- 
mit the  scraper  to  tip  and  dump  its  load.  The  trip  holding  the 
scraper  while  dumping  is  operated  from   the  ground.     The 
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scraper  load  falls  onto  an  inclined  screen  which  takes  out  the 
sand  and  delivers  the  pebbles  into  the  wagon.  By  erecting 
bins  to  catch  the  sand  and  pebbles  this  sdme  arrangement 
could  be  made  continuous  in  operation. 

In  commercial  gravel  mining,  the  gravel  is  usually  sorted 
into  several  sizes  and  generally  it  is  washed  as  well  as 
screened.  Where  the  pebbles  run  into  larger  sizes  a  crushing 
plant  is  also  usually  installed  to  reduce  the  large  stones. 
Works  producing  several  hundred  cubic  yards  of  screened 
and  washed  gravel  per  day  require  a  plant  of  larger  size  and 
greater  cost  than  even  a  very  large  piece  of  concrete  work  will 


Ftg.  8.— Device  lor  Eieavailng  and  Screonlng  Gravel  and  Loading  Wagoos. 
warrant,  so  that  only  general  mention  will  be  made  here  of 
snch  plants.  The  commercial  sizes  of  gravel  are  usually 
2-in,,  i-in.,  yj-'m.  and  !4-in.,  down  to  sand.  No  very  detailed 
costs  nf  producing  gravel  by  these  commercial  plants  are 
available.  At  the  plant  of  the  Lake  Shore  &  .Michigan  South- 
ern Ry.,  where  gravel  is  screened  and  washed  for  ballast,  the 
gravel  is  passed  over  a  2-in.,  a  J<i-in.,  a  |4-in.  and  a  >^-in. 
screen  in  turn  and  the  fine  sand  is  saved.  About  2,000  tons 
are  handled  per  day;  tiie  washed  gravel,  2-in.  to  1^-in.  sizes, 
represents  from  40  to  65  per  cent,  of  the  raw  gravel  and  costs 
from  23  to  30  cts.  per  cu.  yd.,  for  excavation,  screening  and 
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washing.  The  drawings  of  Fig.  9  show  a  gravel  washing 
plant  having  a  capacity  of  120  to  130  cu.  yds.  per  hour,  oper- 
ated by  the  Stewart-Peck  Sand  Co.,  of  Kansas  City,  Mo. 
Where  washing  alone  is  necessary  a  plant  of  one  or  two 
washer  units  like  those  here  shown  could  be  installed  without 
excessive  cost  by  a  contractor  at  any  point  where  water  is 
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Flgr.  9.— Gravel  Washing  Plant  of  120  to  130  Cu.  Yds.,  Per  Hour  Capacity. 

available.  Each  washer  unit  consists  of  two  hexagonal 
troughs  i8  ins.  in  diameter  and  i8  ft.  long.  A  shaft  carrying 
blades  set  spirally  is  rotated  in  each  trough  to  agitate  the 
gravel  and  force  it  along;  each  trough  also  has  a  fall  of  6 ins. 
toward  its  receiving  end.  The  two  troughs  are  inclosed  in  a 
tank  or  box  and  above  and  between  them  is  a  5-in.  pipe  having 
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54 -in.  holes  3  ins.  apart  so  arranged  that  the  streams  are 
directed  into  the  troughs.  The  water  and  dirt  pass  off  at  the 
lower  end  of  the  troughs  while  the  gravel  is  fed  by  the  screws 
into  a  chute  discharging  into  a  bucket  elevator,  which  in  turn 
feeds  into  a  storage  bin.  The  gravel  to  be  washed  runs  from 
2  ins.  to  ^  in.  in  size;  it  is  excavated  by  steam  shovel  and 
loaded  into  ij^  cu.  yd.  dump  cars,  three  of  which  are  hauled 
by  a  mule  to  the  washers,  where  the  load  is  dumped  into  the 
troughs.  The  plant  having  a  capacity  of  120  to  130  cu.  yds, 
per  hour  cost  $25,000,  including  pump  and  an  8-in.  pipe  line 
a  mile  long.  A  loo-hp.  engine  operates  the  plant,  and  20  men 
are  needed  for  all  purposes.  This  plant  produces  washed 
gravel  at  a  profit  for  40  cts.  per  cu.  yd. 


CHAPTER  II. 

THEORY  AND  PRACTICE  OF  PROPORTIONING 

CONCRETE. 

American  engineers  proportion  concrete  mixtures  by  meas- 
ure, thus  a  1-3-5  concrete  is  one  composed  of  i  volume  of 
cement,  3  volumes  of  sand  and  5  volumes  of  aggregate.  In 
Continental  Europe  concrete  is  commonly  proportioned  by 
weight  and  there  have  been  prominent  advocates  of  this  prac- 
tice among  American  engineers.  It  is  not  evident  how  such 
a  change  in  prevailing  American  practice  would  be  of  prac- 
tical advantage.  Aside  from  the  fact  that  it  is  seldom  con- 
venient to  weigh  the  ingredients  of  each  batch,  sand,  stone 
and  gravel  are  by  no  means  constant  in  specific  gravity,  so 
that  the  greater  exactness  of  proportioning  by  weight  is  not 
apparent.  In  this  volume  only  incidental  attention  is  given 
to  gravimetric  methods  of  proportioning  concrete. 

VOIDS. — Both  the  sand  and  the  aggregates  employed  for 
concrete  contain  voids.  The  amount  of  this  void  space  de- 
pends upon  a  number  of  conditions.  As  the  task  of  propor- 
tioning concrete  consists  in  so  proportioning  the  several  ma- 
terials that  all  \x)id  spaces  are  filled  with  finer  material  the 
conditions  influencing  the  proportion  of  voids  in  sand  and 
aggregates  must  be  known. 

Voids  in  Sand. — The  two  conditions  exerting  the  greatest 
influence  oh  the  proportion  of  voids  in  sand  are  the  presence 
of  moisture  and  the  size  of  the  grains  of  which  the  sand  is 
composed. 

The  volume  of  sand  is  greatly  affected  by  the  presence  of 
varying  percentages  of  moisture  in  the  sand.  A  dry  loose  sand 
that  has  45  per  cent,  voids  if* mixed  with  5  per  cent,  by  weight 
of  water  will  swell,  unless  tamped,  to  such  an  extent  that  its 
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voids  may  be  57  per  cent.  The  same  sand  if  saturated  with 
water  until  it  becomes  a  thin  paste  may  show  only  37^^^  per 
cent,  voids  after  the  sand  has  settled.     Table  I  shows  the 

Table  I. — Showing  Effect  of  Additions  of  Different  Per- 
centages OF  Moisture  on  Volume  of  Sand. 

Per  cent  of  water  in  sand       0         0.5  1  2  3  6  10 

Weight  per  cu.  yd.  of  fine     Lbs.  Lbs.  Lbs.,  Lbs.  Lbs.  Lbs.  Lbs. 

sand  and  water 3,457  2,206  2,085  2,044  2,037  2,035  2,133 

Weight  per  cu .  y d.of  coarse 

sand  and  water 2,551  2,466  2,380  2,122  2,058  2,070  2,200 

results  of  tests  made  by  Feret,  the  French  experimenter.  Two 
kinds  of  sand  were  used,  a  very  fine  sand  and  a  coarse  sand. 
They  were  measured  in  a  box  that  held  2  cu.  ft.  and  was  8  ins. 
deep,  the  sand  being  shoveled  into  the  box  but  not  tamped  or 
shaken.  After  measuring  and  weighing  the  dry  sand  0.5  per 
cent,  by  weight  of  water  was  added  and  the  sand  was  mixed 
and  shoveled  back  into  the  box  again  and  then  weighed. 
These  operations  were  repeated  with  varying  percentages  of 
water  up  to  10  per  cent.  It  will  be  noted  that  the  weight  of 
mixed  water  and  sand  is  given ;  to  ascertain  the  exact  weight 
of  dry  sand  in  any  mixture,  divide  the  weight  given  in  the 
table  by  100  per  cent,  plus  the  given  tabular  per  cent. ;  thus  the 
weight  of  dr}%  fine  sand  in  a  5  per  cent,  mixture  is 
2,035 -r- 1.05  =  1,938  l^^s.  per  cu.  yd.  The  voids  in  the  dry 
sand  were  45  per  cent,  and  in  the  sand  with  5  per  cent, 
moisture  they  were  56.7  per  cent.  Pouring  water  onto  loose, 
dry  sand  compacts  it.  By  mixing  fine  sanJ  and  water  to  a 
thin  paste  and  allowing  it  to  settle,  it  was  found  that  the 
sand  occupied  11  per  cent,  less  space  than  when  measured 
dry.  The  voids  in  fine  sand,  having  a.  specific  gravity  of  2.65, 
were  determined  by  measurement  in  a  quart  measure  and 
found  to  be  as  follows : 

Sand  not  packed,  per  cent,  voids 44j4 

Sand  shaken  to  refusal,  per  cent,  voids  35 

Sand  saturated  with  water,  per  cent  voids 27/^ 

Another  series  of  tests  made  by  Mr.  H.  P.  Boardman,  using 
Chicago  sand  having.  34  to  40  per  cent,  voids,  showed  the 
following  results: 

Water  added,  per  cent 2         4      6         8       ic 

Resulting  per  cent,  increase 17.6    22     19.5     16.6     156 

Mr.  \Vm.  B.  Fuller  found  by  tests  that  a  dry  sand,  having 
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34  per  cent,  voids,  shrunk  9.6  per  cent,  in  volume  upon  thor- 
ough tamping  until  it  had  2y  per  cent,  voids.  The  same  sand 
moistened  with  6  per  cent,  water  and  loose  had  44  per  cent, 
voids,  which  was  reduced  to  31  per  cent,  by  ramming.  The 
same  sand  saturated  with  water  had  33  per  cent,  voids  and 
by  thorough  ramming  its  volume  was  reduced  Syi  per  cent 
until  the  sand  had  only  26^  per  cent,  voids.  Further  experi- 
ments might  be  quoted  and  will  be  found  recorded  in  several 
general  treatises  on  concrete,  but  these  are  enough  to  demon- 
strate conclusively  that  any  theory  of  the  quantity  of  cement 
in  mortar  to  be  correct  must  take  into  account  the  effect  of 
moisture  on  the  voids  in  sand. 

The  effect  of  the  size  and  the  shape  of  the  component  grains 
on  the  amount  of  voids  in  sand  is  considerable.  Feret's  ex- 
periments are  conclusive  on  these  points,  and  they  alone  will 
be  followed  here.  Taking  for  convenience  three  sizes  of  sand 
Feret  mixed  them  in  all  the  varying  proportions  possible  with 
a  total  of  10  parts ;  there  were  66  mixtures.  The  sizes  used 
were:  Large  (L),  sand  composed  of  grains  passing  a  sieve 
of  5  meshes  per  linear  inch  and  retained  on  a  sieve  of  15 
meshes  per  linear  inch;  medium  (A/),  sand  passing  a  sieve  of 
15  meshes  and  retained  on  a  sieve  of  50  meshes  per  linear  inch, 
and  fine  (F),  sand  passing  a  50-mesh  sieve.  With  a  dry  sand 
whose  grains  have  a  specific  gravity  of  2.65,  the  weight  of  a 
cubic  yard  of  either  the  fine,  or  the  medium,  or  the  large  size, 
was  2,190  lbs.,  which  is  equivalent  to  51  per  cent,  voids.  The 
greatest  weight  of  mixture,  2,840  lbs.  per  cu.  yd.,  was  an 
LqMqF^  mixture,  that  is,  one  composed  of  six  parts  la/ge,  no 
parts  medium  and  4  parts  fine ;  this  mixture  was  the  densest 
of  the  66  mixtures  made,  having  36  per  cent,  voids.  It  will  be 
s  noted  that  the  common  opinion  that  the  densest  mixture  is 
obtained  by  a  mixture  of  gradually  increasing  sizes  of  grains 
is  incorrect;  there  must  be  enough  difference  in  the  size  of 
the  grains  to  provide  voids  so  large  that  the  smaller  grains 
will  enter  them  and  not  wedge  the  larger  grains  apart.  Turn- 
ing now  to  the  shape  of  the  grains,  the  tests  showed  that 
rounded  grains  give  less  voids  than  angular  grains.  Using 
sand  having  a  composition  of  L^^M^F^  Feret  got  the  following 
results : 
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— Per  cent.  Voids. — 
Kind  of   Grains.  Shaken.         Unshaken. 

Natural  sand,  rounded  grains 25.6  35.9 

Crushed  quartzite,  angular  grains 27.4  42.1 

Crushed  shells,  flat  grains 31.8  44.3 

Residue  of  quartzite,  flat  grains 34.6  47.5 

The  sand  was  shaken  until  no  further  settlement  occurred. 
It  is  plain  from  these  data  on  the  effect  of  size  and  shape 
of  grains  on  voids  why  it  is  that  discrepancies  exist  in  the 
published  data  on  voids  in  dry  sand.  An  idea  of  the  wide 
variation  in  the  granulometric  composition  of  different  sands 
is  given  by  Table  If.  Table  III  shows  the  voids  as  deter- 
mined for  sands  from  different  localities  in  the  United  States. 

Table  II. — Showing  Granulometric  Compositions  op  Different 

Sands. 


Held 

No.     10.. 
No.    20.. 
No.    30.. 
No.     40. . 
No.    50. . 
No.  100.. 

by  £ 

Sieve. 

A 

35.3% 

32.1 

14.6 

4.9 

B 

i2.8% 
49 . 0 

29  3 
5  7 
2.3 

C 

4'.  2% 
12.5 
44.4 

H% 
14 

53' 

No.  200. . 

ds. . . 

2.0 

■    ■    ■    ■ 

Voi 

33% 

39% 

41.7% 

31% 

Note. — A,  is  a  "fine  gravel"  (containing  8%  clay)  used  at  Philadelphia. 
B,  Delaware  River  sand.  C,  St.  Mary's  River  sand.  D,  Green  River,  Ky., 
sand,  "clean  and  sharp." 

Table  III. — Showing  Measured  Voids  in  ^and  from  Different 

LOCAILTIES. 


Localitv. 

Ohio  River 

Sandusky,  O 

Franklin' Co.,  ().. . 
Sandusky  Bay.,  O. 
St.  Louis,  Mo 


Authority. 

W.  M.  Hall 

C.  E.  Sherman 

C.  E.  Sherman 

S.  B.  Newberry 

H.  H.  Henby 

H.  von  Schon 

Broadman 


Sault  Ste.  Marie 

Chicago.  Ill H.  P. 

Philadelphia,  Pa 

Mass.  Coast 

Boston,  Mass Geo.  A.  Kimball 

Cow  Bav.  L.  I Myron  S.  Falk 

Little  Falls,  N.J W.  B.  Fuller 

Canton,  111, G.  W.  Chandler 


Percent 
Voids. 

31 

40 

40 

32.3 

34  3 

41.7 

34  to  40 

39 
31  to  34 

33 
40J 
45.0 

30 


Remarks. 

Washed 
Lake 
Bank 

Miss.  River 
River 

Del'.  Rive r 

Clean 

Clean 


Voids  in  Broken  Stone  and  Gravel. — The  percentage  of 
voids  in  broken  stone  varies  with  the  nature  of  the  stone : 
whether  it  is  broken  by  hand  or  by  crushers ;  with  the  kind  of 
crusher  used,  and  upon  whether  it  is  screened  or  crusher-run 
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product.  The  voids  in  broken  stone  seldom  exceed  52  per 
cent,  even  when  the  fragments  are  of  uniform  size  and  the 
stone  is  shoveled  loose  into  the  measuring  box.  The  follow- 
ing records  of  actual  determinations  of  voids  in  broken  ston? 
cover  a  sufficiently  wide  range  of  conditions  to  show  about 
the  limits  of  variation. 

The  following  are  results  of  tests  made  by  Mr.  A.  N.  John- 
son, State  Engineer  of  Illinois,  to  determine  the  variation  in 
voids  in  crushed  stone  due  to  variation  in  size  and  to  method 
of  loading  into  the  measuring  box.  The  percentage  of  voids 
was  determined  by  weighing  the  amount  of  water  added  to 
fill  the  box: 

Method  of  Per  cent. 

Size.  Loading.  of  Voids. 

3     in.  20-ft.  drop  41.8 

3     in.  is-ft  drop    46.8 

3      in.  15-ft.  drop   47.2 

3      in.  Shovels    48.7 

lyi  in.  20-ft.  drop   42.5 

iy2  in.  15-ft.  drop   46.8 

lyi  in.  15-ft.  drop    46.8 

lyi  in.  Shovels    50.5 

^  in.  20-ft.  drop   39.4 

^  in.  15-ft.  drop   42.7 

J4  in.  15-ft.  drop   41.5 

J4  in.  15-ft.  drop   41.8 

%  in.  Shovels    45.2 

^  in.  Shovels    44.6 

}i  in.  Shovels    41 .0 

^  in.  Shovels    40.6 

}i  in.  Shovels    41.0 

The  table  shows  clearly  the  eflfect  on  voids  of  compacting 
the  stone  by  dropping  it ;  it  also  shows  for  the  j4-in.  and  the 
^-in.  stone  loaded  by  shovels  how  uniformly  the  percentages 
of  voids  run  for  stone  of  one  size  only.  Dropping  the  stone 
20  ft.  reduced  the  voids  some  12  to  15  per  cent,  as  compared 
with  shoveling. 

Table  IV  gives  the  voids  in  broken  stone  as  determined  by 
various    engineers;    it    requires   no    explanation.      Table    V, 
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Table  IV. — Showing  Determined  Percentages  of  Voids  in 
Broken  Stone  from  Various  Common  Rocks. 


Authority. 


Sabin 

Wm.  M.  Black 

J.  J.  R.  Croes 

S.  B.  Newberry 

H.  P.  Broadman 

Wm.  M.  Hall....*.'!;! 

Wm.  B.  Fuller 

Geo.  A.  Kimball 

Myron  S.  Falk 

W.  H.  Henby 

Feret ..!!.!! 

(i 

t  < 

A.  w.bowV.!!! ! !! !! 

Taylor  and  Thompson 

c  t 
I  ( 
•  ( 

G.  W.  Chandler 

Emile  Low 

C.  M.  Saville 


Per  cent 
Voids. 


49.0 

44.0 

46.5 
47.5 
47.0 
39  to  42 
48  to  52 
48.0 

50.0 

47.6 

49.5 

48.0 

43.0 

46.0 

53.4 

51.7 

52.1 

45.3 

45.3 

64.5 

54.5 

45.0 

51.2- 

40.0 

39.0 

46.0 


Remarks. 


Limestone,  crusher  run  after  screening  out 

J -in.  and  under. 
Limsetone  (1  part  screenings  mixed  with 

6  parts  broker)  stone). 
Screened  and  washed,  2-ins.  and  under. 
Gneiss,  after  screening  out  J-in.  and  under. 
Chiefly  about  egg  size. 
Chicago  limestone,  crusher  run. 

'•  "  screened  into  sizes. 

Green  River  limestone,  2i-ins.  and  smaller 

dust  screened  out. 
Hudson  River  trap,  2^ins.  and  smaller, 

dust  screened  out. 
New  Jersey  trap,  crusher  run,  J  to  2.1  in. 
Roxbury  conglomerate,  }  to  2J  ins. 
Limestone,  A  to  3  ins. 
**  2-in  size. 

"  li-in.  size. 

Stone,   1.6  to  2.4  ins. 

"       0.8  to  1.6  in. 

"       0.4  to  0.8  in. 
Bluestone,  89%  being  1^  to  2J  ins. 

90%  being  i  to  li  in. 
Trap,  hard,  1  to  2^  ins. 
*'      i  to  1  in. 
"      0  to  2J  ins. 
"       soft,    J  to  2  ins. 
Canton,  111. 

Buffalo  limestone,  crusher  run,  dust  in. 
Crushed  cobblestone,  screened  into  sizes. 


Table  V. — Showing  Percentages  of  Voids  in  Gravel  and 
Broken  Stone  of  Different  Granulometric 

Compositions. 


Passing  a  ring  of 2.4 


Held  bv 


Parts 


I  ring 1.6'' 


Per  cent  Voids  in — 


.4" 

l.G" 

0.8" 

Round 

Broken 

.6'' 

0.8" 

0.4" 

Pebbles. 

Stone. 

1 

0 

0 

40.0 

53.4 

0 

1 

0 

38.8 

51.7 

0 

0 

1 

41.7 

52.1 

1 

1 

0 

35.8 

50.5 

1 

0 

1 

35.6 

47.1 

0 

1    . 

1 

37.9 

49.5 

1 

1 

1 

35 . 5 

47.8 

4 

1 

1 

34.5 

49.2 

1 

4 

1 

36 . 6 

49.4 

7 

* 

1 

4 

38.1 

48.6 

S 

0 

o 

34.1 
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taken  from  Feret's  tests,  shows  the  effect  of  changes  in 
granulometric  composition  on  the  amount  of  voids  in  both 
broken  stone  and  gravel.  Considering  the  column  giving 
voids  in  stone  it  is  to  be  noted  first  how  nearly  equal  the 
voids  are  for  stone  of  uniform  size  whatever  that  size  be. 
As  was  the  case  with  sand  a  mixture  of  coarse  and  fine  par- 
ticles gives  the  fewest  voids ;  for  stone  an  L^M^F^  mixture 
and  for  gravel  an  L^M^F^  mixture.  Tamping  reduces  the 
voids  in  broken  stone.  Mr.  Geo.  W.  Rafter  gives  the  voids  in 
clean,  hand-broken  limestone  passing  a  2j/4-in.  ring^  as  43  per 
cent,  after  being  lightly  shaken  and  373^  per  cent,  after  being 
rammed.  Generally  speaking  heavy  ramming  will  reduce  the 
voids  in  loose  stone  about  20  per  cent. 

It  is  rare  that  gravel  has  less  than  30  per  cent,  or  more  than 
45  per  cent,  voids.  If  the  pebbles  vary  considerably  in  size 
so  that  the  small  fit  in  between  the  large,  the  voids  may  be 
as  low  as  30  per  cent,  but  if  the  pebbles  are  tolerably  uniform 
in  size  the  voids  will  approach  45  per  cent.  Table  V  shows 
the  effect  of  granulometric  composition  on  the  voids  in  gravel 
as  determined  by  Feret.  Mr.  H.  Von  Schon  gives  the  follow- 
ing granulometric  analysis  of  a  gravel  having  34.1  per  cent, 
voids : 

Retained  on    i-in.  ring,  per  cent 10.70 

Retained  on  ^-in.  ring,  per  cent 23.65 

Retained  on  No.  4  sieve,  per  cent 8.70 

Retained  on  No.  10  sieve,  per  cent 17.14 

Retained  on  No.  20  sieve,  per  cent. 21.76 

Retained  on  No.  '30  sieve,  per  cent 6.49 

Retained  on  No.  40  sieve,  per  cent 5.96 

Passed  a  No.  40  sieve,  per  cent 5.59 

Passed  a  lyi-'m  ring,  per  cent 100.00 

As  mixtures  of  broken  stone  and  gravel  are  often  used  the 
following  determinations  of  voids  in  such  mixtures  are  given. 
The  following  determinations  were  made  by  Mr.  Wm.  M. 
Hall  for  mixtures  of  blue  limestone  and  Ohio  River  washed 
gravel : 
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Per  cent.  Per  cent.                                            Per  cent. 

Stone.  Gravel.                                           Voids  in  Mix. 

loo  with        o   48 

80  "          20   44 

70  **  30    41 

60  "  40 : 383^ 

50  '*  50   36 

o  **        100   35 

The  dust  was  screened  from  the  stone  all  of  which  passed 
a  2y2-in.  ring;   the  gravel  all  passed  a  lyi-'m.  screen.     Using 
the  same  sizes  of  gravel  and  Hudson  River  trap  rock,  the 
results  were: 
P'er  cent.  Per  cent.  Per  cent. 

Trap.  Gravel.  Voids  in  Mix. 

100  with        o   50 

60  "         40   3834 

50  **  50 36 

o  "        100 35 

The  weight  of  a  cubic  foot  of  loose  gravel  or  stone  is  not  an 
accurate  index  of  the  percentage  of  voids  unless  the  specific 
gravity  is  known.  Pure  quartz  weighs  165  lbs.,  per  cu.  ft., 
hence  broken  quartz  having  40  per  cent,  voids  weighs 
165  X  .60  =  99  lbs.  per  cu.  ft.  Few  gravels  are  entirely  quartz, 
and  many  contain  stone  having  a  greater  specific  gravity  like 
some  traps  or  a  less  specific  gravity  like  some  shales  and  sand- 
stone. Tables  VI  and  VII  give  the  specific  gravities  of  com- 
mon stones  and  minerals  and  Table  VIII  gives  the  weights 
corresponding  to  diflFerent  percentages  of  voids  for  different 
specific  gravities. 

Tablb  VI. — Specific  Gravity  of  Stone. 

(Condensed  from  Merrill's  * 'Stones  for  Building.") 

Trap,  Boston,  Mass 2.78  Limestone,  (oolitic)    Bedford, 

Duluth,  Minn 2.8  to  3.0  Ind 2.25  to  2  45 

Jersey  City,  X.  J 3.03  '*           Marquette,  Mich..   2  3  4 

Staten  Island,  N.  Y....    2.80  "           Glens  Falls,  X.Y.    2.70 

Gneiss,  Madison  Ave.,  N.  Y. .   2.02  '*           Lake    Champlain, 

Granite,  New  London,  Conn. :  2 .  66  N.  Y 2  75 

Greenwich,  Conn.. .  .    2.84  Sandstone,  Portland,  Conn..  .    2.64 

Vinalhaven,  Me 2.66  '*           Haverstraw.  N.  Y  2. 13 

Quincy.  Mass 2.66  "  Medina,  N.  Y 2.41 

Barre.'Vt 2.65  "           Potsdam,  N.  Y.  .  .    2.60 

Limestone,  Joliet,  111 2. 56  "  .        (grit)  Berea,  0. . . .   2. 12 

Quincy,  111.2.51  to  2.57 


1 1 


it 
t< 
« ( 
<  I 
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.  Table  VII. — Specific  Gravity  op  Common  Minerals  and  Rocks. 


Apatite 

Basalt 

Caldte,  CaCos 

Cassiterite,  SnO« 

CeiTUsite,  PbCOs 

Chalcopyrite,  CuFeS^ . . 

Coal,  anthracite 

Coal,  bituminous 

Diabase 

Diorite 

Dolomite,  CaMg  (COj)*. 

Feldspar 

Pelsite 

Galena,  Pbs 

Gneiss 

Granite 

Gypsum 

Halite  (salt)  XaCl 

Hematite,  Fe^Oj 

Hornblende 

Limonite.  FejOi  (OH)*. 


2.92-3.25 
3.01 
2.73 
7.1 
6.48 
4.3 
1.84 
1.5 
3.03 
2.92 
2.9 
2.78 


2.5 

6.4 

6.46 

4.1 

1.3 

1  2 

2.C 

2.8 

2.44 

2.65 

7.25 

3.15 

2.G2 

2.55 

2.3 

2.1 

4.5 

3.05 

3.6 


7.77 
4.31 

2.86 

3.28 

2.56 

5.3 

3.47 

4.0 


Limestone 2.35 

Magnetite,  FejO* 4.9 

Marble 2.08 

Mica 2.75 

Mica  Schist 2.5 

Olivine 3.33 

Porphyrv 2.5 

Pynte,  I^^eSg 4.83 

8uartz,  SiOg 2.5 

uartzite 2.6 

Sandstone 2.0 

Medina 2.4 

Ohio 

Slaty 

Slate 

Sphalerite,  ZnS 3.9 

Stibnite,  Sb»Ss 4.5 

Syenite 2.27 

Talc 2.56 

Trap 2.6 


2.87 

5.2 

2.85 

3.1 

2.9 

3.5 

2.6 

5.2 

2.8 

2.7 

2.78 


2.2 
l!82 
2.4 
2.5 


2.8 

2.8 

4.2 

4.6 

2.65 

2.8 

3.0 


Table  VIII. — Showing  Weight  op  Stone  with  Different 

Percentages  of  Voids  for  Different 

Specific  Gravities. 


ravity. 

'eight  in 
Lbs.  per 
cu.  ft. 

'eight  in 
Lbs.  per 
cu.  yd. 

Weight  in  Lbs. 

per  cu.  yd.  w 

hen  Voids  are 

coO 

^ 

^ 

30% 

36% 

40% 

45% 

60% 

l.O 

62.355 

1,684 

1,178 

1,094 

1,010 

926 

842 

2.0 

124.7 

3,367 

2,367 

2,187 

2.020 

1,852 

1.684 

2.1 

130.9 

3,536 

2,475 

2.298 

2.121 

1,945 

1.768 

2.2 

137.2 

3.704 

2,593 

2,408 

2,222 

2,037 

1.862 

2.3 

143.4 

3,872 

2,711 

2,617 

2,323 

2,130 

1,936 

2.4 

149.7 

4,041 

2,828 

2,626 

2,424 

2,222 

2.020 

2.5 

155.9 

4,209 

2,946 

2,736 

2,625 

2,315 

2.106 

2.6 

162.1 

4,377 

3,064 

2,845 

2,620 

2,408 

2.189 

2.7 

168.4 

4,546 

3,182 

2,955 

2,727 

2,600 

2.273 

2.8 

174.6 

4,714 

3,300 

3,064 

2,828 

2,593 

2,367 

2.9 

180.9 

4,882 

3,418 

3.174 

2.929 

2,685 

2,441 

3.0 

187.1 

5.051 

3.536 

3.283 

3,030 

2.778 

2,626 

3.1 

193.3 

5.219 

3,653 

3,392 

3,131 

2.871 

2,609 

3.2 

199.5 

5,388 

3,771 

3.602 

3.232 

2,963 

2,694 

3.3 

206.8 

5.556 

3,889 

3,611 

3.333 

3,056 

2.778 

3.4 

212.0 

5,724 

4.007 

3.721 

3.434 

3.148 

2.862 

3.5 

218.3 

5,893 

4,125 

3,830 

3  636 

3.241 

2,947 

In  buying  broken  stone  by  the  cubic  yard  it  should  be 
remembered  that  hauling  in  a  wagon  compacts  the  stone  by 
shaking  it  down  and  reduces  the  volume.  Table  IX  shows 
the  results  of  tests  made  by  the  Illinois  Highway  Commission 
to  determine  the  settlement  of  crushed  stone  in  wagon  loads 
for  different  lengths  of  haul.  The  road  over  which  the  tests 
were  made  was  a  macadam  road,  not  particularly  smootli,  but 
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might  be  considered  as  an  average  road  surface.  The  wagon 
used  was  one  with  a  dump  bottom  supported  by  chains,  which 
were  drawn  as  tight  as  possible,  so  as  to  reduce  the  sag  to  a 
minimum.  It  will  be  noticed  that  about  50  per  cent,  of  the 
settlement  occurs  within  the  first  100  ft.,  and  75  per  cent,  of 
the  settlement  in  the  first  200  ft.  Almost  all  of  the 
settlement  occurs  during  the  first  half  mile,  as  the  tests 
showed  practically  no  additional  settlement  for  distances 
beyond.  Some  of  the  wagons  were  loaded  from  the  ground 
with  shovels,  others  were  loaded  from  bins,  the  stone  having 
a  15-ft.  drop,  which  compacted  the  stone  a  little  more  than 
where  loaded  with  shovels,  so  that  there  was  somewhat  less 
settlement.  But  at  the  end  of  a  half  mile  the  density  was 
practically  the  same,  whatever  the  method  of  loading.  The 
density  at  the  beginning  and  at  the  end  of  the  haul  can  be 
compared  by  the  weight  of  a  given  volume  of  crushed  stone. 
For  convenience,  the  weight  of  a  cubic  yard  of  the  material 
at  the  beginning  of  the  haul  and  at  the  end  was  computed 
from  the  known  contents  of  a  wagon. 


Table  IX. — Showing  Settlement  op  Broken  Stone  due  to 

Different  Lengths  of  Haul  on  Ordinarily 

Good  Road  in  Wagons. 


Sise 


Method  of 
Loading. 


Screenings. 


15  ft.  drop 


Screenings.  15  ft.  drop 
Screenings.  15  ft.  drop 
Screenings.    15  ft.  drop 


II 
i! 


inch. 

inch . 
inch, 
inch. 
inch. 


3  inch . 
5  inch. 
3  inch. 
3  inch. 
3  inch, 


15  ft.  drop 
15  ft.  drop 
15  ft.  drop 
Shovels . .  . 
Shovels . . . 


15  ft.  drop 
15  ft.  drop 
15  ft.  drop 
Shovels. .  . 
Shovtls . .  . 


Per  cent  Settlement  for  Hauling 


Weight  per 
Cu.  Yd. 
in  Lbs. 


IOC 


200' 


300" 


400' 


500' 


I 
800'  700' 


7.3 
5.0 


8.3 
9.6 


8.9 
10.2 


9.2 
10.2 


9.5 
10.4 


10.1 
10.4 


10.1 
10.4 


5.3 
2.6 
3.5 


6.2 
3.7 
4.1 


7.1 
4.9 

4.8 


3.5 
0.5 


2 
6 


4.5 

2.8 


5.0     5.6'   6.5 


7.7 
5.3 
5.3 


7.9 
5.3 
5.3 


8.0 
5.3 
5.7 


8.3 
5.4 
6.5 


I 


4.8 
4.1 


6.5 


5.0 
4.3 


5.0 
4.3 


5  0 
4.3 


6.8 


6.8     6.8 


\  mile 


1  mile 


At 
start. 


I 


11.5 

11.5 

12.6 

12.6 

ii.2 

12.4 



11.5 

11.5* 

9.2 

5.4 

7.25 

12.6 

12.6 

10.1 

10.1 

6.0 

•    ■•••• 

4.9 

12.6 

12.6 

7.1 



2.518 
2.518 
2.450 
2.425 


2.305 
2.380 
2.450 
2.270 
2.305 


2.376 
2,360 
2.470 
2.270 
2.335 


At 

finish. 


2.840 
2.886 
2.770 
2.780 


2.600 
2.625 
2.600 
2.445 
2.642 


2.638 
2.505 
2.595 
2.601 
2.510 


* — Same  per  cent  •{  settlement  for  two-mile  haul. 
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THEORY  OF  THE  QUANTITY  OF  CEMENT  IN 
MORTAR  AND  CONCRETE.— All  sand  contains  a  large 
percentage  of  voids ;  in  i  cu.  ft.  of  loose  sand  there  is  0.3  to 
0,5  cu.  ft.  of  voids,  that  is,  30  to  50  per  cent,  of  the  sand  is 
voids.  In  making  mortar  the  cement  is  mixed  with  the  sand 
and  the  flour-like  particles  of  the  cement  fit  in  between  the 
grains  of  sand  occupying  a  part  or  all  of  the  voids.  The 
amount  of  cement  required  in  a  mortar  will  naturally  depend 
upon  the  amount  of  voids  in  the  particular  sand  with  which 
it  is  mixed  and  since  a  correct  estimate  of  the  number  of 
barrels  of  cement  per  cubic  yard  of  mortar  is  very  important, 
and  since  it  is  not  always  possible  to  make  actual  mixtures 
before  bidding,  rules  based  on  various  theories  have  been 
formulated  for  determining  these  quantities.  In  this  volume 
the  rule  based  on  the  theory  outlined  by  one  of  the  authors  in 
1901  will  be  followed.  The  following  is  a  discussion  of  the 
authors'  theory: 

When  loose  sand  is  mixed  with  water,  its  volume  or  bulk 
is  increased ;  subsequent  jarring  will  decrease  its  volume,  but 
still  leave  a  net  gain  of  about  10  per  cent. ;  that  is,  i  cu.  ft. 
of  dry  sand  becomes  about  i.i  cu.  ft.  of  damp  sand.  Not  only 
does  this  increase  in  the  volume  of  the  sand  occur,  but,  instead 
of  increasing  the  voids  that  can  be  filled  with  cement,  there  is 
an  absolute  loss  in  the  volume  of  available  voids.  This  is 
due  to  the  space  occupied  by  the  water  necessary  to  bring  the 
sand  to  the  consistency  of  mortar;  furthermore,  there  is  sel- 
dom a  perfect  mixture  of  the  sand  and  cement  in  practice, 
thus  reducing  the  available  voids.  It  is  safe  to  call  this  reduc- 
tion in  available  voids  about  10  per  cent. 

When  loose,  dry  Portland  cement  is  wetted,  it  shrinks  about 
15  per  cent,  in  volume,  behaving  differently  from  the  sand, 
but  it  never  shrinks  back  to  quite  as  small  a  volume  as  it 
occupies  when  packed  tightly  in  a  barrel.  Since  barrels  of 
different  brands  vary  widely  in  size,  the  careful  engineer  or 
contractor  will  test  any  brand  he  intends  using  in  large  quan- 
tities, in  order  to  ascertain  exactly  how  much  cement  paste 
can  be  made.  He  will  find  a  range  of  from  3.2  cu.  ft.  to  3.8 
cu.  ft.  per  barrel  of  Portland  cement.  Obviously  the  larq^er 
barrel  may  be  cheaper  though  its  price  is  higher.     Specifica- 
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tions  often  state  the  number  of  cubic  feet  that  will  be  allowed 
per  barrel  in  mixing  the  concrete  ingredients,  so  that  any  rule 
or  formula  to  be  of  practical  value  must  contain  a  factor 
to  allow  for  the  specified  size  of  the  barrel,  and  another  factor 
to  allow  for  the  actual  number  of  cubic  feet  of  paste  that  a 
barrel  will  yield — the  two  being  usually  quite  different. 

The  deduction  of  a  rational,  practical  formula  for  comput- 
ing the  quantity  of  cement  required  for  a  given  mixture  will 
now  be  given,  based  upon  the  facts  above  outlined. 

Let  p  =  number  of  cu.  ft.  cement  paste  per  bbl.,  as  deter- 
mined b}^  actual  test. 

n  -  number  of  cu.  ft.  of  cement  per  bbl.,  as  specified  in 
the  specifications. 

s  -  parts  of  sand  (by  volume)  to  one  part  of  cement,  as 
specified. 

g  =  parts  of  gravel  or  broken  stone  (by  volume)  to  one 
part  of  cerhent,  as  specified. 

V  -  percentage  of  voids  in  the  dry  sand,  as  determined 

by  test. 

V  -  percentage  of  voids  in  the  gravel  or  stone,  as  deter- 

mined bv  test. 

Then,  in  a  mortar  of  I  part  cement  to  5  parts  sand,  we  have: 

71  5  =-  cu.  ft.  of  dry  sand  to  1  bbl.  of  cement. 
n  s  V  =   **     "  **    voids  in  the  dry  sand. 
0.9  n  s  V  ^   **     "  '*    available  voids  in  the  wet  sand. 
1.1  ns  "   ''     "  "    wet  sand. 
p— 0,9ns V  «  **     '*  '*    cement  paste  in  excess  of  the  voids. 

Therefore : 
1.1  n  5  +  (p  —  0.9  nsv)  -  cu.  ft.  of  mortar  per  bbl. 

Therefore : 

^7                                    27 
y 

1.1  ns  +  (p  —  0.9  nsv)         p  +  u  s  (1.1  —0.9v) 

A^  being  the  number  of  barrels  of  cement  per  cu.  yd.  of  mortar. 

When  the  mortar  is  made  so  lean  that  there  is  not  enough 

cement  paste  to  fill  the  voids  in  the  sand,  the  formula  becomes: 

£7 

N 

Litis  \ 
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A  similar  line  of  reasoning  will  give  us  a  rational  formula 
for  determining  the  quantity  of  cement  in  concrete ;  but  there 
is  one  point  of  difference  between  sand  and  gravel  (or  broken 
stone),  namely,  that  the  gravel  does  not  swell  materially  in 
volume  when  mixed  with  water.  However,  a  certain  amount 
of  water  is  required  to  wet  the  surface  of  the  pebbles,  and  this 
water  reduces  the  available  voids,  that  is,  the  voids  that  can 
he  filled  by  the  mortar.  With  this  in  mind,  the  following 
deduction  is  clear,  using  the  nomenclature  and  symbols  above 
given : 

ng  "  cu.  ft.  of  dry  gravel  (or  stone). 
ngV  '^  "     "    "   voids  in  dry  gravel. 
0.9 ng  V  -  '*     "    '*    "available  voids"  in  the  wet  gravel. 
p  +  n  s  {1.1  —0.9  v)  —  0.9  ngV  =-  excess  of  mortar  over  the  avail- 
able voids  in  the  wet  gravel. 
ng  ^  p  "^  ns  (1.1  —  0.9 v)  —  0.9  ng  V  =  cu.  ft.  of  concrete  from 
1  bbl.  cement. 

£7 

X  = 

p  +  11  s  (1.1  -0.9  v)  +  }jg(l  -0.9  V) 

N  being  the  number  of  barrels  of  cement  required  to  make 
I  cu.  yd.  of  concrete. 

This  formula  is  rational  and  perfectly  general.  Other  ex- 
perimenters may  find  it  desirable  to  use  constants  slightly 
different  from  the  i.i  and  the  0.9,  for  fine  sands  swell  more 
than  coarse  sands,  and  hold  more  water. 

The  reader  must  bear  in  mind  that  when  the  voids  in  the 
sand  exceed  the  cement  paste,  and  when  the  available  voids  in 
the  gravel  (or  stone)  exceed  the  mortar,  the  formula  becomes : 

27 
N 


ng 

These  formulas  give  the  amounts  of  cement  in  mortars  and 
concretes  compacted  in  place.  Tables  X  to  XIII  are  based 
upon  the  foregoing  theory,  and  will  be  found  to  check  satis- 
factorily with  actual  tests. 
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In  using  these  tables  remember  that  the  proportion  of 
cement  to  sand  is  by  volume,  and  not  by  weight.  If  the 
specifications  state  that  a  barrel  of  cement  shall  be  consid- 
ered to  hold  4  cu.  ft.,  for  example,  and  that  the  mortar  shall 
be  I   part  cement  to  2  parts  sand,  then    r   barrel  of  cement 

Table  X. — Barrels  of  Portland  Cement  per  Cubic  Yard  op 

Mortar. 

(Voids  in  sand  being  35%,  and  1  bbl.  cement  yielding  3.65  cu.  ft.  of 

cement  paste.) 


Proportion  of  Cement  to  Sand 

1  to  1 

1  to  li 

lto2 

1  to  2i  1  to  3 

1  to  4 

Barrel  specified  to  be  3.5  cu.ft. 

"      4.0     " 
t(             «(           "44    " 

Bbls. 
4.22 
4.09 
4.00 
3.81 

Bbls. 
3.49 
3.33 
3.24 
3.07 

Bbls. 
2.97 
2.81 
2.73 
2.57 

Bbls. 
2.57 
2.45 
2.36 
2.27 

Bbls. 
2.28 
2.16 
2.08 
2.00 

Bbls. 
1.76 
1.62 
1.54 
1.40 

Cu.yds.  sand  per  cu. yd. mortar 

0.6     ,  0.7        0.8        0.9        1.0 

1 

1.0 

is  mixed  with  8  cu.  ft.  of  sand,  regardless  of  what  is  the  actual 
size  of  the  barrel,  and  regardless  of  how  much  cement  paste 
can  be  made  with  a  barrel  of  cement.  If  the  specifications 
fail  to  state  what  the  size  of  a  barrel  will  be,  then  the  con- 
tractor is  left  to  guess. 

Table  XI. — Barrels  of  Portland  Cement  per  Cubic  Yard  op 

Mortar. 

(Voids  in  sand  being  45%,  and  1  bbl.  cement  yielding.  3.4  cu.  ft.  of 

cement  paste.) 


Proportion  of  Cement  to  Sand 

Itol 

1  to  li 

1  to  2 

1  to2i 

1  to  3 

1  to  4 

Barrel  specified  to  be  3.5  cu.ft. 

it                     <i                  t<         'i  Q        " 

M              <<            "40      ** 
II              It            "44      " 

Bbls. 
4.62 
4.32 
4.19 
3.94 

Bbls. 
3.80 
3.61 
3.46 
3.34 

Bbls. 
3.25 
3.10 
3.00 
2.90 

Bbls. 
2.84 
2.72 
2.64 
2.57 

Bbls. 
2.35 
2.16 
2 .  05 
1.86 

Bbls. 
1.76 
1.62 
1.54 
1.40 

Cu.yds.  sand  per  cu.yd.mortar 

0.6 

0.8 

0.9 

1.0 

1.0 

1.0 

If  the  specifications  call  for  proportions  by  weight,  assume 
a  Portland  barrel  to  contain  380  lbs.  of  cement,  and  test  the 
actual  weight  of  a  cubic  foot  of  the  sand  to  be  used.  Sand 
varies  extremely  in  weight,  due  both  to  the  variation  in  the 
per  cent,  of  voids,  and  to  the  variation  in  the  kind  of  minerals 
of  which  the  sand  is  composed.  A  quartz  sand  having  35  per 
cent,  voids  weighs   107  lbs.  per  cu.  ft. ;    but  a  quartz  sand 
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having  45  per  cent,  voids  weighs  only  91  lbs.  per  cu.  ft.  If 
the  weight  of  the  sand  must  be  guessed  at,  assume  100  lbs. 
per  cu.  ft.  If  the  specifications  require  a  mixture  of  i  cement 
to  2  of  sand  by  weight,  we  will  have  380  lbs.  (or  i  bbl.) 
of  cement  mixed  with  2  X  380,  or  760  lbs.  of  sand ;  and  if  the 
sand  weighs  90  lbs.  per  cu.  ft.^  we  shall  have  760  -.-  90,  or  8.44 
cu.  ft.  of  sand  to  every  barrel  of  cement.  In  order  to  use  the 
tables  above  given,  we  may  specify  our  own  size  of  barrel ;  let 
us  say  4  cu.  ft.;  then  8.44-^-4  gives  2. 11  parts  of  sand  by 
volume  to  i  part  of  cement.  Without  material  error  we  may 
call  this  a  I  to  2  mortar,  and  use  the  tables,  remembering  that 
our  barrel  is  now  "specified  to  be"  4  cu.  ft.  If  we  have  a 
brand  of  cement  that  yields  3.4  cu.  ft.  of  paste  per  bbl..  and 
sand  having  45  per  cent,  voids,  we  find  that  approximately  3 
bbls.  of  cement  per  cu.  yd.  of  mortar  will  be  required. 

Table  XII. — Ingredients  in  1  Cubic  Yard  of  Concrete. 

(Sand  voids,  409c  *.    stone  voids,  46%;    Portland  cement  barrel  yielding 
3.65  cu.  ft.  paste.     Barrel  specified  to  be  3.8  cu.  ft. 


Proportions  by  Volume.        |  1:2:4 


1:2:6 


Bbls. cement  per  cu.  yd.  concr't!   1 .  46 
Cu.  yds.  sand  *'  "  -      - 

Cu.  yds.  stone 


'  0.41 
0.82 


1.30 
0.36 
0.90 


1:2:6 


1.18 
0.33 
1.00 


1:2J:6 


1.13 
0.40 
0.80 


Proportions  by  Volume.        |  1:3:6  ;  1:3:6  |  1:3:7  j  1:4:7 


Bbls .  cement  per  cu .  y d .  concr'  1 1   1.13 
Cu.  yds.  sand  *  *'       i  0.48 

Cu.  yds.  stone  "  "        -  0.80 


1.06 
0.44 
0.88 


0.96 
0.40 
0.93 


0.82 
0.46 
0.80 


1:2^:6    1:3:1 


1 .  00 
0.36 
0.84 


1:4:8 


0.77 
0.43 
0.86 


1.15 
0 . 5.] 
0.71 


1 :4  :\) 


0.73 
0.41 
0.92 


Note. — This  table  is  to  be  used  where  cement  is  measured  packed  in 
the  barrel,  for  the  ordinary  barrel  holds  3.8  cu.  ft. 

It  should  be  evident  from  the  foregoing  discussions  that  no 
table  can  be  made,  and  no  rule  can  be  formulated  that  will 
yield  accurate  results  unless  the  brand  of  cement  is  tested 
and  the  percentage  of  voids  in  the  sand  determined.  This 
being  so  the  sensible  plan  is  to  use  the  tables  merely  as  a 
rough  guide,  and,  w'here  the  quantity  of  cement  to  be  used  is 
very  large,  to  make  a  few  batches  of  mortar  using  the  avail- 
able brands  of  cement  and  sand  in  the  proportions  specified. 
Ten  dollars  spent  in  this  way  may  save  a  thousand,  even  on  a 
comparatively  small  job,  by  showing  what  cement  and  sand 
to  select. 


40 


CONCRETE    CONSTRUCTION. 


It  will  be  seen  that  Tables  XII  and  XIII  can  be  condensed 
into  the  following  rule: 

Add  together  the  number  of  parts  and  dhnde  this  sum  into 
ten,  the  quotient  will  be  approximately  the  number  of  barrels  of 
cement  per  cubic  yard. 

Thus  for  a  I  :2 :5  concrete,  the  sum  of  the  parts  is  i  -j-  2  -|-  5, 
which  is  8;  then  IO-^-8  is  1.25  bbls.,  which  is  approximately 
equal  to  the  1.30  bbls.  given  in  the  table.  Neither  is  this  rule 
nor  are  the  tables  applicable  if  a  different  size  of  cement  bar- 
rel is  specified,  or  if  the  voids  in  the  sand  or  stone  differ  ma- 

Table  XIII. — In'^redients  in  1  Cubic  Yard  of  Concrete. 

(Sand  voids,  40%;    stone  voids,  45%;    Portland  cement  barrel  yielding 
3.65  cu.  ft.  of  paste.     Barrel  specified  to  be  4.4  cu.  ft.) 


Proportions  by  Volume. 


Bbls.  cement  per  cu.  yd.  concr't 
Cu.  yds.  sand 
Cu.  yds.  stone 


Proportions  by  Volume. 


Bbls.  cement  per  cu.  yd.  concr't 
Cu.  yds.  sand 
Cu.  yds.  stone 


1:2:4 

1 :2 :5 

1 :2 :6 

1.30 
0.42 
0.84 

1.16 
0.38 
0 .  95 

1.00 
0.33 
1.00 

1 :3 :5 

1:3:6 

1:3:7 

0.96 

0.90 

0.82 

0.47 

0.44 

0.40 

0.78 

0.88 

0.93 

l:2i:5.  l:2i:6 


1.07  0.96 
0.44  ;  0.40 
0.88      0.95 


1:4:7 


0.75 
0.49 
0.86 


1:4:8 


0.68 
0.44 
0.88 


1:3:4 


1.08 
0.53 
0.71 


1 :4 :9 


0.64 
0.42 
0 .  95 


Note. — This  table  is  to  be  used  when  the  cement  is  measured  loose, 
after  dumping  it  into  a  box,  for  under  such  conditions  a  barrel  of  cement 
yields  4.4  cu.  ft.  of  loose  cement. 

terially  from  40  per  cent,  to  45  per  cent,  respectively.  There 
are  such  innumerable  combinations  of  varying  voids,  and 
varying  sizes  of  barrel,  that  the  authors  do  not  deem  it  worth 
while  to  give  other  tables.  The  following  amounts  of  cement 
])er  cubic  yard  of  mortar  were  determined  by  test: 


.Authority 

Neat. 

Bbls. 
7.40 
8.02 
7.40 

Itol 

lto2 

Bbls. 
2.84 
3.09 
3.18 

lto3 

Bbls. 
2.06 
2.30 
2.35 

1  to4 

lto5 

lto6 

Bbls. 
1.14 
1.23 

lto7 
Bbls. 

lto8 

Sabin 

Bbls. 
4.17 
4.58 
4.50 

Bbls. 
1.62 
1.80 

Bbls. 
1.33 
1.48 

Bbls. 

W.  B.  Fuller. , . . 
H.  P.  Boardmao. 

1.11 

1.00 

The  proportions  were  by  barrels  of  cement  to  barrels  of 
sand,  and  Sabin  called  a  380-lb.  barrel  3.65  cu.  ft.,  whereas 
Fuller  called  a  380-lb.  barrel  3.80  cu.  ft. ;  and  Boardman  called 
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a  380-lb.  oarrel  3.5  cu.  ft.  Sabin  used  a  sand  having  38  per 
cent,  voids ;  Fuller  used  a  sand  having  45  per  cent,  voids ;  and 
Boardman  used  a  sand  having  38  per  cent,  voids.  It  will  be 
seen  that  the  cement  used  by  Sabin  yielded  3.65  cu*  ft.  of 
cement  paste  per  bbl.  (i.  e.  27-7-7.4),  whereas  the  (Atlas) 
cement  used  by  Fuller  yielded  3.4  cu.  ft.  of  cement  paste  per 
bbl.  Sabin  found  that  a  barrel  of  cement  measured  4.37  cu.  ft. 
when  dumped  and  measured  loose.  Mr.  Boardman  states  a 
barrel  (380  lbs.,  net)  of  Lehigh  Portland  cement  yields  3.65 
cu.  ft.  of  cement  paste;  and  that  a  barrel  (265  lbs.,  net)  of 
Louisville  natural  cement  yields  3.0  cu.  ft.  of  cement  paste. 

Mr.  J.  J.  R.  Croes,  M,  Am.  Soc.  C.  E.,  states  that  i  bbl.  of 
Rosendale  cement  and  2  bbl.  of  sand  (8  cu.  ft.)  make  9.7  cu.  ft. 
of  mortar,  the  extreme  variations  from  this  average  being  7 
per  cent. 

Frequently  concrete  is  made  by  mixing  one  volume  of  ce- 
ment with  a  given  number  of  volumes  of  pit  gravel ;  no  sand 
being  used  other  than  the  sand  that  is  found  naturally  mixed 
with  tlie  gravel.  In  such  cases  the  cement  rarely  increases 
the  bulk  of  the  gravel,  hence  Table  XIV  will  give  the  ap- 
proximate amount  of  cement,  assuming  i  cu.  yd.  of  gravel 
per  cubic  yard  of  concrete. 

Table   XIV. — Showing   Barrels   op   Cement   per   Cubic   Yard   op 
Various  Mixtures  op  Cement  and  Pit  Gravel. 


Spc.  Vol. 

of  bbl 

Barrels  of  Cement  per  Cubic  Yard  of  Concrete  for  Mixtures  of 

CU.  ft. 

1-5 

1-6 

1-7 

1-8 

M 

1-10 

1-12 

3.8 

4.4 

1.41 
1.25 

1.18 
1.02 

1.01 
0.876 

0.874 
0.706 

0.789 
0.681 

0.71 
0.01 

0.59 
0.51 

PERCENTAGE   OF   WATER  IN   CONCRETE.— Tests 

show  that  dry  mixtures  when  carefully  deposited  and  well 
tamped  produce  the  stronger  concrete.  This  superiority  of 
dry  mixtures  it  must  be  observed  presupposes  careful  deposi- 
tion and  thorough  tamping,  and  these  are  tasks  which  are  dif- 
ficult to  have  accomplished  properly  in  actual  construction 
work  and  which,  if  accomplished  properly,  require  time  and 
labor.  Wet  mixtures  readily  flow  into  the  corners  and  angles 
of  the  forms  and  between  and  around  the  reinforcing  bars 
with  only  a  small  amount  of  puddling  and  slicing  and  are. 
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therefore,  nearly  always  used  because  of  the  time  and  labor 
saved  in  depositing  and  tamping.  The  following  rule  by 
which  to  determine  the  percentage  of  water  by  weight  for  any 
given  mixture  of  mortar  for  wet  concrete  will  be  found  satis- 
factory : 

Multiply  the  parts  of  sand  by  8,  add  24  to  the  product,  and 
divide  the  total  by  the  sum  of  the  parts  of  sand  and  cement. 

For  example  if  the  percentage  of  water  is  required  for  a  1-3 
(3X8) +24 
mortar:     =  12.     Hence  the  water  should  be  12 

4 
per  cent,  of  the  combined  weight  of  cement  and  sand.     For  a 

I -I  mortar  the  rule  gives  16  per  cent. ;  for  a  1-2  mortar  it  gives 

13H  per  cent.,  and  for  a  1-6  mortar  it  gives  10.3  per  cent. 

To  calculate  the  amount  of  water  per  cubic  yard  of  1-3-6 
concrete  for  example  the  procedure  would  be  as  follows :    By 

(3X8)+  24 
the  above  rule  a  1-3  mortar  requires  =12  per 

4 
cent,  water.  A  1-3-6  concrete,  according  to  Table  XII,  con- 
tains 1.05  bbls.  cement  and  0.44  cu.  yd.  sand.  Cement  weighs 
380  lbs.  per  barrel,  hence  1.05  bbls.  would  weigh  380  X  105 
=  399  lbs.  Sand  weighs  2,700  lbs.  per  cu.  yd.,  hence  0.44  cu. 
>d.  of  sand  would  weigh  2,700  X  0.44=  1,188  lbs.  The  com- 
bined weight  of  the  cement  and  sand  would  thus  be  399  -4- 
1,188=1,587  lbs.  and  12  per  cent,  of  1,587  lbs.  is  190  lbs.  of 
water.  Water  weighs  8.355  lbs.  per  gallon,  hence  190  X  8,355 
=  23  gallons  of  water  per  cubic  yard  of  1-3-6  concrete. 

METHODS  OF  MEASURING  AND  WEIGHING.— The 

cement,  sand  and  aggregate  for  concrete  mixtures  are  usually 
measured  by  hand,  the  measuring  being  done  either  in  the 
charging  buckets  or  in  the  barrows  or  other  receptacles  used 
to  handle  the  material  to  the  charging  buckets.  The  process 
is  simple  in  either  case  when  once  the  units  of  measurement 
are  definitely  stated.  This  is  not  always  the  case.  Some  engi- 
neers require*  the  contractor  to  measure  the  sand  and  stone  in 
the  same  sized  barrel  that  the  cement  comes  in,  in  which  case 
I  part  of  sand  or  aggregate  usually  means  3.5  cu.  ft.  Other 
engineers  permit  both  heads  of  the  barrel  to  be  knocked  out 
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for  convenience  in  measuring  the  sand  and  stone,  in  which 
case  a  barrel  means  3.75  cu.  ft.  Still  other  engineers  permit 
the  cement  to  be  measured  loose  in  a  box,  then  a  barrel  usually 
means  from  4  to  4.5  cu.  ft.  Cement  is  shipped  either  in  barrels 
or  in  bags  and  the  engineer  should  specify  definitely  the  vol- 
ume at  which  he  will  allow  the  original  package  to  be  counted, 
and  also,  if  cement  barrels  are  to  be  used  in  measuring  the 
sand  and  stone,  he  should  specify  what  a  "barrel"  is  to  be. 
When  the  concrete  is  to  be  mixed  by  hand  the  better  practice 
is  to  measure  the  sand  and  stone  in  bottomless  boxes  of  the 
general  type  shown  by  Fig.  10  and  of  known  volume,  and  then 


Fig.  10. — Bottomless  Box  for  Measuring  Materials  in  Proportioning  Concrete. 

specify  that  a  bag  of  cement  shall  be  called  i  en.  ft.,  0.6  cu.  ft., 
or  such  other  fraction  of  a  cubic  foot  as  the  engineer  may 
choose.  The  contractor  then  has  a  definite  basis  on  which  to 
estimate  the  quantity  of  cement  required  for  any  specified  mix- 
ture.  The  same  is  true  if  the  measuring  of  the  sand  and  stone 
be  done  in  barrows  or  in  the  charging  bucket.  The  volume 
of  the  bag  or  barrel  of  cement  being  specified  the  contractor 
has  a  definite  and  simple  problem  to  solve  in  measuring  his 
materials. 

To  av'oid  uncertainty  and  labor  in  measuring  the  cement, 
sand  and  stone  or  gravel  various  automatic  measuring  devices 
have  been  designed.  A  continuous  mixer  with  automatic 
measuring  and  charging  mechanism  is  described  in  Chapter 
XIV.  Figure  11  shows  the  Trump  automatic  measuring  de- 
vice. It  consists  of  a  series  of  revolving  cylinders,  each  open- 
ing onto  a  "table,"  which  revolves  with  the  cylinders,  and  of 
a  set  of  fixed  "knives,"  which,  as  the  "tables"  revolve,  scrape 
off  portions  of  the  material  discharged  from  each  cylinder 
onto  its  "table."  The  illustration  shows  a  set  of  two  cylinders ; 
for  concrete  work  a  third  cylinder  is  added.  The  three  tables 
are  set  one  above  the  other,  each  with  its  storage  cylinder,  and 
being  attached  to  the  same  spindle  all  revolve  togrether.    For 
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each  table  there  is  a  knife  with  its  own  adjusting  mechanism. 
These  knives  may  be  adjusted  at  will  to  vary  the  percentage 
of  material  scraped  off. 

Automatic  measuring;  devices  arc  most  used  in  connection 


rig.    11.— Sketch    Showliic    Trumii    AutomaUc    Measuring    Device    for    Malc- 
riuls  In   Prorortlonlng  Concrete, 

with  continuous  mixers,  but  they  may  be  easily  adapted  to 
batch  mixers  if  desired.  One  point  to  be  observed  is  that  all 
of  these  automatic  devices  measure  the  cement  loose  and  this 
mu=t  be  allowed  for  in  proportioning  the  mixture. 


CHAPTER  III. 

METHODS  AND  COST  OF  MAKING  AND  PLACING 

CONCRETE  BY  HAND. 

The  making  and  placing  of  concrete  by  hand  is  divided  into 
the  following  operations:  (i)  Loading  the  barrows,  buckets, 
carts  or  cars  used  to  transport  the  cement,  sand  and  stone  to 
the  mixing  board;  (2)  Transporting  and  dumping  the  mate- 
rial; (3)  Mixing  the  material  by  turning  with  shovels  and 
hoes ;  (4)  Loading  the  concrete  by  shovels  into  barrows, 
buckets,  carts  or  cars  •  (5)  Transporting  the  concrete  to  place ; 
(6)  Dumping  and  spreading ;  (7)    Ramming. 

LOADING  INTO  STOCK  PILES.— Stock  piles  should  al- 
ways be  provided  unless  there  is  some  very  good  reason  to 
the  contrary.  They  prevent  stoppage  of  work  through  irreg- 
ularities in  the  delivery  of  the  material,  and  they  save  fore- 
man's time  in  watching  that  the  material  is  delivered  as 
promptly  as  needed  for  the  work  immediately  in  hand.  The 
location  of  the  stock  piles  should  be  as  close  to  the  work  as 
possible  without  being  in  the  way  of  construction  :  forethought 
both  in  locating  the  piles  and  in  proportioning  their  size  to  the 
work  will  save  the  contractor  money. 

The  stone  and  sand  will  ordinarily  be  delivered  in  wagons 
or  cars.  If  delivered  in  cars,  effort  should  l)e  made  to  secure 
delivery  in  flat  cars  when  the  unloading  is  to  be  done  by 
shoveling;  this  is  more  particularly  necessary''  for  the  broken 
stone.  Stone  can  be  shoveled  from  hopper  bottom  cars  only 
with  difficulty  as  compared  with  shoveling  from  flat  bottom 
cars;  the  ratio  is  about  14  cu.  yds.  per  day  per  man  from 
hopper  bottom. cars  as  compared  with  20  cu.  yds.  per  day  per 
man  from  flat  bottom  cars.  When  the  cars  cr.n  be  unloaded 
through  a  trestle,  hopper  bottom  cars  should  by  all  means  be 
secured  for  delivering  the  stone.  If  the  amount  of  work  will 
justify  the  expense,  a  tre^^tle  may  be  built ;  often  there  is  a 
railway  embankment  which  can  be  dug  away  for  a  short  dis- 
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tance  and  the  track  carried  on  stringers  to  make  a  dumping 
place,  from  which  the  stone  can  be  shoveled. 

Sand  can  be  dumped  directly  on  the  ground,  but  broken 
stone  unless  it  is  very  small,  ^-in.  or  less,  should  always  be 
dumped  on  a  well  made  plank  floor.  A  good  floor  is  made  of 
2-in.  plank,  nailed  to  4x6-in.  mud  sills,  spaced  3  ft.  apart,  and 
well  bedded  in  the  ground.  Loose  plank  laid  directly  on  the 
ground  settle  unevenly  and  thus  the  smooth  shoveling  surface 
which  is  sought  is  not  obtained ;  the  object  of  the  floor  is  to 
provide  an  even  surface,  along  which  a  square  pointed  shovel 
can  be  pushed ;  it  is  very  difficult  to  force  such  a  shovel  into 
broken  stone  unless  it  is  very  fine.  A  spading  fork  is  a  better 
tool  than  a  shovel,  with  which  to  load  broken  stone  from  piles. 
A  man  can  load  from  18  to  20  cu.  yds.  of  broken  stone  into 
wheelbarrows  or  carts  in  10  hours  when  shoveling  from  a  good 
floor,  but  he  can  load  only  12  to  14  cu.  yds.  per  day  when 
shoveling  from  a  pile  without  such  a  floor.  It  is  a  common 
thing  to  see  stone  unloaded  from  cars  directly  onto  the  sloping 
side  of  a  railway  embankment.  This  makes  very  difficult 
shoveling  and  results  in  a  waste  of  stone.  Stone  can  usually 
be  delivered  by  a  steel  lined  chute  directly  to  a  flooring  located 
at  the  foot  of  the  embankment ;  coarse  broken  stone  if  given 
a  start  when  cast  from  a  shovel  will  slide  on  an  iron  chute 
having  a  slope  as  flat  as  3  or  4  to  i ;  sand  will  not  slide  on  a 
slope  of  11/2  to  I.  When  chuting  is  not  practicable  it  will  pay 
often  to  shovel  the  stone  into  buckets  handled  by  a  stiff-leg 
derrick  rather  than  to  unload  it  onto  the  bank.  Stock  piles  of 
ample  storage  capacity  are  essential  when  delivery  is  by  rail, 
because  of  the  uncertainty  of  rail  shipments.  When  the  con- 
tractor is  taking  the  sand  and  stone  direct  from  pit  and  quarry 
by  wagon  it  is  not  necessary  to  have  large  stock  piles. 

LOADING  FROM  STOCK  PILES.— In  loading  sand  into 
wheelbarrows  or  carts  with  shovels  a  man  will  load  20  cu.  yds. 
per  lo-hour  day  if  he  is  energetic  and  is  working  under  a  good 
foreman.  Under  opposite  conditions  15  cu.  yds.  per  man  per 
day  is  all  that  it  is  safe  to  count  on.  A  man  shoveling  from 
a  good  floor  will  load  20  cu.  yds.  of  stone  per  lo-hour  day; 
this  is  reduced  to  15  cu.  yds.  per  day  if  the  stone  is  shoveled 
off  the  ground  and  to  12  cu.  yds.  per  day  if  in  addition  the 
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management  is  poor.  There  are  ordinarily  in  a  cubic  yard  of 
concrete  about  i  cu.  yd.  of  stone  and  6.4  cu.  yd.  of  sand,  so 
that  the  cost  of  loading  the  materials  into  barrows  or  carts, 
with  wages  at  15  cts.  per  hour  and  assuming  15  cu.  yds.  to  be 
a  day's  work,  would  be : 

I     cu  yd.  stone  loaded  for lo  cts. 

0.4  cu.  yd.  sand  loaded  for 4  cts. 

Total 14  cts. 

To  this  is  to  be  added  the  cost  of  loading  the  cement.  This 
will  cost  not  over  2  cts.  per  cu.  yd.  of  concrete ;  the  total  cost 
of  loading  concrete  materials  into  barrows  or  carts,  therefore, 
does  not  often  exceed  16  cts.  per  cu.  yd.  of  concrete. 

TRANSPORTING  MATERIALS  TO  MIXING  BOARDS 

— Carrying  the  sand  and  stone  from  stock  piles  to  mixing 
board  in  shovels  should  never  be  practiced.  It  takes  from 
100  to  150  shovelfuls  of  stone  to  make  i  cu.  yd.;  it,  therefore, 
costs  50  cts.  per  cu.  yd.  to  carry  it  100  ft.  and  return  empty 
handed,  for  in  walking  short  distances  the  men  travel  very 
slowly — about  150  ft.  per  minute.  It  costs  more  to  walk  a  half 
dozen  paces  with  stone  carried  in  shovels  than  to  wheel  it  in 
barrows. 

The  most  common  method  of  transporting  materials  from 
stock  piles  to  mixing  boards  is  in  wheelbarrows.  The  usual 
wheelbarrow  load  on  a  level  plank  runway  is  3  bags  of  ce- 
ment (300  lbs)  or  3  cu.  ft.  of  sand  or  stone.  If  a  steep  rise 
must  be  overcome  to  reach  the  mixing  platform  the  load  will 
be  reduced  to  2  bags  (200  lbs.)  of  cement  or  2  cu.  ft.  of  sand 
or  stone.  A  man  wheeling  a  barrow  travels  at  a  rate  of  200  ft. 
per  minute,  going  and  coming,  and  loses  ^  minute  each  trip 
dumping  the  load,  fixing  run  planks,  etc.  An  active  man  will  ' 
do  20  to  25  per  cent,  more  work  than  this,  while  a  very  lazy 
man  may  do  20  per  cent.  less.  With  wages  at  15  cts.  per  hour, 
the  cost  of  wheeling  materials  for  i  cu.  yd.  of  concrete  may  be 
obtained  by  the  following  rule: 

To  a  fixed  cost  of  4  cts.  (for  lost  time)  a<fd  i  ct.  for  ez*ery 
20  ft,  of  distance  azvay  from  the  stock  pile  if  there  is  a  steep  rise 
in  the  runuKiy,  but  if  the  runzvay  is  level,  add  I  ct.  for  every  30 
//.  distance  of  haul. 
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Since  loading  the  barrows,  as  given  above,  was  i6  cts.  per 
cu.  yd.,  the  total  fixed  cost  is  i6  +  4  =  20  cts.  per  cu.  yd.,  to 
which  is  added  i  ct.  for  every  20  or  30  ft.  haul  depending  on 
the  grade  of  the  runway. 

The  preceding  figures  assume  the  use  of  plank  runways  for 
the  wheelbarrows.  These  should  never  be  omitted,  and  the 
barrows  wheeled  over  the  ground.  Even  a  hard  packed 
earth  path  in  dry  weather  is  inferior  to  a  plank  runway  and 
when  the  ground  is  soft  or  muddy  the  loss  in  efficiency  of  the 
men  is  serious.  Where  the  runway  must  rise  to  the  mixing 
board,  give  it  a  slope  or  grade  seldom  steeper  than  i  in  8,  and 
if  possible  flatter.  Make  a  runway  on  a  trestle  at  least  18  ins* 
wide,  so  that  men  will  be  in  no  danger  of  falling.  See  to  it, 
also,  that  the  planks  are  so  well  supported  that  they  do  not 
spring  down  when  walked  over,  for  a  springy  plank  makes 
hard  wheeling.  If  the  planks  are  so  long  between  the  "horses'* 
or  "bents"  used  to  support  them,  that  they  spring  badly,  it  is 
usually  a  simple  matter  to  nail  a  cleat  across  the  underside  of 
the  planks  and  stand  an  upright  strut  underneath  to  support 
and  stiffen  the  plank. 

When  two-wheeled  carts  of  the  type  shown  by  Fig.  12  are 
used  the  runway  requires  two  lines  of  planks. 

Two-wheeled  carts  pushed  by  hand  have  been  less  used  for 
handling  concrete  materials  than  for  handling  concrete,  but 
for  distances  from  50  to  150  ft.  from  stock  pile  to  mixing  board 
such  carts  are  probably  cheaper  for  transporting  materials 
than  are  wheelbarrows.  These  carts  hold  generally  three 
wheelbarrow  loads  and  they  are  handled  by  one  man  prac- 
tically as  rapidly  and  easily  as  is  a  wheelbarrow. 

For  all  distances  over  50  ft.  from  stock  pile  to  mixing  board, 
it  is  cheaper  to  haul  materials  in  one-horse  dump  carts  than  it 
is  in  wheelbarrows.  A  cart  should  be  loaded  in  4  minutes  and 
dumped  in  about  i  minute,  making  5  minutes  lost  time  each 
round  trip.  It  should  travel  at  a  speed  of  not  less  than  200 
ft.  per  minute,  although  it  is  not  unusual  to  see  variations  of 
15  or  20  per  cent.,  one  way  or  another,  from  this  average,  de- 
pending upon  the  management  of  the  work.  A  one-horse  cart 
will  readily  carry  enough  stone  and  sand  to  make  j/^  cu.  yd.  of 
concrete,  if  the  roads  are  fairly  hard  and  level ;  and  a  horse 
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can  pull  this  load  up  a  lo  per  cent,  (rise  of  i  ft.  in  lo  ft.) 
planked  roadway  provided  with  cleats  to  give  a  foothold.  If 
a  horse,  cart  and  driver  can  be  hired  for  30  cts.  per  hour,  the 
cost  of  hauling  the  materials  for  i  cu.  yd.  of  concrete  is  given 
by  the  following;  rule : 

To  a  Axed  cost  of  5  cts.  (for  lost  lime  at  both  ends  of  haul) 
add  I  ct.  for  ez'cry  100  ft.  of  distance  from  stock  pile  to  mixing 
board. 

Where  carts  are  used  it  is  possible  to  locate  the  stock  piles 
several  hundred  feet  from  the  mixing  boards  without  adding 


Pl«.  12.— Two- Wheeled   Hanwjme    Cart  for  Hauling  Cnncrde. 

materially  to  the  cost  of  the  concrete.  It  is  well,  however,  to 
have  the  stock  piles  in  sight  of  the  foreman  at  the  mixing 
board,  so  as  to  insure  promptness  of  delivery. 

METHODS  AND  COST  OF  MIXING.— In  mixing  con- 
crete by  hand  the  materials  are  spread  in  superimposed  lay- 
ers on  a  mixing  board  and  mixed  together  first  dry  and  then 
with  water  by  turning  them  with  shovels  or  hoes.  The  num- 
ber of  turns,  the  relative  arrangement  of  the  layers,  and  the 
sequence  of  operations  vary  in  practice  with  the  notions  of 
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the  engineer  controlling  the  work.  No  one  mode  of  pro- 
cedure in  hand  mixing  can,  therefore,  be  specified  for  general 
application ;  the  following  are  representative  examples  of  prac- 
tice in  hand  mixing: 

Measure  the  stone  in  a  bottomless  box  and  spread  it  until 
its  thickness  in  inches  equals  its  parts  by  volume.  Measure 
the  sand  in  a  bottomless  box  set  on  the  stone  and  spread  the 
sand  evenly  over  the  stone  layer.  Place  the  cement  on  the 
sand  and  spread  evenly.  Turn  the  material  twice  with  a 
square  pointed  shovel  and  then  turn  it  a  third  time  while 
water  is  gently  sprinkled  on.  A  fourth  turn  is  made  to  mix 
thoroughly  the  water  and  the  concrete  is  then  shoveled  into 
barrows,  giving  it  a  fifth  turn.  Mr.  Ernest  McCullough,  who 
gives  this  method,  states  that  it  is  the  cheapest  way  to  mix 
concrete  by  hand  and  still  secure  a  good  quality  of  output. 

In  work  done  by  Mr.  H.  P.  Boardman  the  sand  is  meas- 
ured in  a  bottomless  box  and  over  it  is  spread  the  cement  in 
an  even  layer.  The  cement  and  sand  are  mixed  dry  with  hoes, 
the  water  is  added  in  pailfuls  and  the  whole  mixed  to  a  uni- 
form porridge-like  consistency.  Into  this  thin  mortar  all  the 
stone  for  a  batch  is  dumped,  the  measuring  box  is  lifted  and 
the  mixture  turned  by  shovels.  A  pair  of  shovelers,  one  on 
each  side,  is  started  at  one  end  turning  the  material  back  and 
working  toward  the  opposite  end.  A  second  pair  of  shovelers 
takes  the  turned  material  and  turns  it  again.  The  concrete  is 
then  shoveled  into  the  barrows  by  the  wheelers  themselves  as 
fast  as  it  is  turned  the  second  time.  By  this  method  a  good 
gang  of  20  to  25  men,  using  two  boxes,  will,  Mr.  Boardman 
states,  mix  and  place  45  to  60  cu.  yds.  of  concrete  in  10  hours, 
depending  on  the  wheelbarrow  travel  necessary.  Assuming 
a  gang  of  25  men,  this  is  a  rate  of  1.8  to  2.4  cu.  yds.  per  man 
per  lo-hour  day,  concrete  mixed  and  placed. 

A  method  somewhat  similar  to  the  one  just  outlined  is  given 
by  Mr.  O.  K.  Morgan.  A  mixing  board  made  of  J^-in: 
matched  boards  nailed  to  2x3-in.  sills  is  used,  with  a  mixing 
box  about  8  ft.  long,  4  ft.  wide  and  10  to  12  ins.  deep.  This 
box  is  set  alongside  the  mixing  board  and  in  it  the  cement 
and  sand  are  mixed  first  dry  and  then  wet ;  a  fairly  wet  mortar 
is  made.    Meanwhile  the  stone  is  spread  in  an  even  layer  6  ins. 
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thick  on  the  mixing  board  and  thoroughly  drenched  with 
water.  The  mortar  from  the  mixing  box  is  cast  by  shovels  in 
a  fairly  even  layer  over  the  stone  and  the  whole  is  turned  two 
or  three  times  with  shovels,  generally  two  turns  are  enough. 
Six  men  are  employed;  two  prepare  the  mortar,  while  four 
get  the  stone  in  readiness,  then  all  hands  finish  the  operation. 

The  following  method  is  given  by  Mr.  E.  Sherman  Gould : 
Spread  the  sand  in  a  thin  layer  on  the  mixing  board  and  over 
it  spread  the  cement.  Mix  dry  with  shovels,  using  four  men, 
one  at  each  corner,  turning  outward  and  then  working  back 
again.  Over  the  dry  sand  and  cement  mixture  spread  the 
broken  stone  which  has  been  previously  wetted  and  on  top  of 
the  stone  apply  water  evenly.  The  water  will  thus  percolate 
through  the  stone  without  splashing  and  evenly  wet  the  sand 
and  cement.  Finally  turn  the  whole,  using  the  same  number 
of  men  and  the  same  mode  of  procedure  as  were  used  in  dry 
mixing  the  sand  and  cement.  Mr.  Gould  states  that  by  this 
method  the  contractor  should  average  2  cu.  yds.  of  mixed  con- 
crete per  man  per  lo-hour  day. 

A  novel  method  of  hand  mixing  and  an  unusual  record  of 
output  is  described  by  Maj.  H.  M.  Chittenden,  U.  S.  A.,  in 
connection  with  the  construction  of  a  concrete  arch  bridge. 
The  mixing  was  done  by  hand  on  a  single  board  25  ft.  long 
and  sloping  slightly  from  one  end  to  the  other.  The  materials 
were  dumped  together  on  the  upper  end  of  the  board.  Sixteen 
men  were  stationed  along  the  board,  eight  on  each  side.  The 
first  two  men  turned  the  mixture  dry.  Next  to  them  stood  a 
man  who  applied  the  water  after  each  shovelful.  The  next 
mixers  kept  turning  the  material  along  and  another  waterman 
assisted  in  wetting  it  further  down  the  board.  The  men  at 
the  end  of  the  board  shoveled  the  concrete  into  the  carts  which 
took  it  to  the  work.  Each  batch  contained  18  cu.  ft.,  or  0.644 
cu.  yd.;  and  the  rate  of  mixing  was  10  cu.  yds.  per  hour,  or 
6.25  cu.  yds.  per  man  per  lo-hour  day.  The  work  of  getting 
the  materials  properly  proportioned  to  the  mixing  board  is  not 
included  in  this  figure,  but  the  loading  of  the  mixed  concrete  is 
included. 

It  is  plain  from  the  foregoing,  that  specifications  for  hand 
mixing  should  always  state  the  method  to  be  followed,  and 
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particularly  the  number  of  turns  necessary.  If  these  mattefs 
are  not  specified  the  contractor  has  to  guess  at  the  probable 
requirements  of  the  engineer.  The  authors  have  known  of 
inspectors  demanding  from  6  to  9  turns  of  the  materials  when 
specifications  were  ambiguous.  It  should  also  be  made  clear 
whether  or  not  the  final  shoveling  into  the  barrows  or  carts 
constitutes  a  turn,  and  whether  any  subsequent  shoveling  of 
the  concrete  into  place  constitutes  a  turn.  Inspectors  and 
foremen  have  frequent  disputes  over  these  questions. 

Estimates  of  the  cost  of  hand  mixing  may  usually  be  figured 
upon  the  number  of  times  that  the  materials  are  to  be  turned 
by  shovels.  A  contractor  is  seldom  required  to  turn  the  sand 
and  cement  more  than  three  time^  dry  and  three  times  wet, 
and  then  turn  the  mortar  and  stone  three  times.  A  willing 
workman,  under  a  good  foreman,  will  turn  over  mortar  at  the 
rate  of  30  cu.  yds.  in  10  hours,  lifting  each  shovelful  and  cast- 
ing it  into  a  pile.  With  wages  at  $1.50  and  six  turns,  this 
means  a  cost  of  5  cts.  per  cubic  yard  of  mortar  for  each  turn ; 
as  there  is  seldom  more  than  0.4  cu.  yd.  of  mortar  in  a  cubic 
yard  of  concrete,  we  have  a  cost  of  2  cts.  per  cubic  yard  of 
concrete  for  each  turn  that  is  given  the  mortar.  So  if  the 
mortar  is  given  six  turns  before  the  stone  is  added  and  then 
the  stone  and  mortar  are  mixed  by  three  turns  we  have: 
(2  cts.  X  6)  +  (5  cts.  X  3)  =  12  +  15  =  27  cts.  per  cubic  yard 
for  mixing  concrete.  In  pavement  foundation  work  two  turns 
of  the  mortar  followed  by  two  turns  of  the  mortar  and  stone 
are  considered  sufficient.  The  cost  of  mixing  per  cubic  yard 
of  concrete  is  then  (2  cts.  X  2)  +  (5  cts.  X  2)  =  4  +  10  =  14 
cts.  per  cubic  yard  of  concrete.  One  specification  known  to 
the  authors,  requires  six  turns  dry  and  three  turns  wet  for  the 
mortar ;  under  such  specifications  the  cost  of  mixing  the  mor- 
tar would  be  50  per  cent,  higher  than  in  the  first  example  as- 
sumed. On  the  other  hand,  they  have  seen  concrete  mixed 
for  street  pavement  foundation  with  only  three  turns  before 
shoveling  it  into  place.  These  costs  of  mixing  apply  to  v/ork 
done  by  diligent  men ;  easy  going  men  will  make  the  cost  25 
to  50  per  cent  greater. 

LOADING   AND    HAULING   MIXED    CONCRETE.— 

Wheelbarrows  and  carts  arc  employed  to  haul  the  mixed  con- 
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Crete  to  the  work.  The  loading  of  these  with  mixed  concrete 
by  shoveling  costs  less  than  the  loading  of  the  materials  sep- 
arately before  mixing.  While  the  weight  is  greater  because 
of  the  added  water  the  volume  of  the  concrete  is  much  less 
than  that  of  the  ingredients  before  mixing.  Again  the  shovel- 
ing is  done  off  a  smooth  board  with  the  added  advantage  of 
having  the  material  liibricated  and,  finally,  the  foreman  is 
usually  at  this  point  to  crowd  the  work.  A  good  worker  will 
load  12J/2  cu.  yds.  of  concrete  per  lo-hour  day,  and  with  wages 
at  $1.50  per  day  this  would  give  a  cost  of  12  cts.  per  cu.  yd, 
for  loading. 

Practically  the  same  principles  govern  the  transporting  of 
concrete  in  barrows  as  govern  the  handling  of  the  raw  mate- 
rials in  them.  The  cost  of  wheeling  concrete  is  practically  the 
same  as  for  wheeling  the  dry  ingredients,  so  that  the  total 
cost  of  loading  and  wheeling  may  be  estimated  by  the  fol- 
lowing rule : 

To  a  fixed  cost  of  16  cts.  for  loading  and  lost  time  add  I  ct, 
for  every  30  ft.  of  level  haul. 

Within  a  few  years  wheelbarrows  have  been  supplanted  to  a 
cc:)nsiderable  extent  by  hand  carts  of  the  general  type  shown 
by  P^ig.  12,  which  illustrates  one  made  by  the  Ransome 
Concrete  Machinery  Co.  The  bowl  of  this  cart  has  a  capacity 
of  6  cu.  ft.  water  measure.  It  is  hung  on  a  i^-in.  steel  axle; 
the  wheels  are  42  ins.  in  diameter  with  staggered  spokes  and 
2-in.  half  oval  tires.  The  top  of  the  bowl  is  293,^2  ins.  from  the 
ground.  Owing  to  the  large  diameter  of  the  wheels  and  the 
fact  that  no  weight  comes  on  the  wheeler,  as  with  a  wheel- 
barrow, this  cart  is  handled  by  one  man  about  as  rapidly  and 
easily  as  is  a  wheeelbarrow.  It  will  be  noted  that  the  two 
ends  of  the  bowl  differ  in  shape;  the  handle  is  removable  and 
can  bt  attached  to  either  end  of  the  bowl.  With  the  handle 
attached  as  shown  the  bowl  can  be  inverted  for  discharging 
onto  a  pavement  or  floor;  with  the  handle  transferred  to  the 
opposite  end  the  bowl  is  fitted  for  dumping  into  narrow  beam 
or  wall  forms.  The  maximum  load  of  wet  concrete  for  a 
wheelbarrow  is  2  cu.  ft.,  and  this  is  a  heavy  load  and  one  that 
is  seldom  averaged — i  to  V/2  cu.  ft.  is  more  nearly  the  general 
average.    A  cart  of  the  above  type  will,  therefore,  carry  from 
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3  to  5  wheelbarrow  loads,  and  on  good  runways,  which  are 
essential,  may  be  pushed  and  dumped  about  as  rapidly  as  a 
wheelbarrow.  In  succeeding*  pages  are  given  records  of  actual 
work  with  hand  carts  which  should  be  studied  in  this  connec- 
tion. 

Portland  cement  concrete  can  be  hauled  a  considerable  dis- 
tance in  a  dump  cart  or  wagon  before  it  begins  to  harden ; 
natural  cement  sets  too  quickly  to  permit  of  its  being  hauled 
far.  Portland  cement  does  not  begin  to  set  in  less  than  30 
minutes.  On  a  good  road,  with  no  long,  steep  hills  a  team 
will  haul  a  loaded  wagon  at  a  speed  of  about  200  ft.  per  min- 
ute ;  it,  therefore,  takes  Gyi  minutes  to  travel  a  quarter  of  a 
mile,  13  minutes  to  travel  half  a  mile,  and  26  minutes  to 
travel  a  mile.  Portland  cement  concrete  can,  therefore,  be 
hauled  a  mile  before  it  begins  to  set.  The  cost  of  hauling  con- 
crete in  carts  is  about  the  same  as  the  cost  of  hauling  the  raw 
materials  as  given  in  a  preceding  section. 

When  hand  mixing  is  employed  in  building  piers,  abut- 
ments, walls,  etc.,  the  concrete  often  has  to  be  hoisted  as  well 
as  wheeled.  A  gallows  frame  or  a  mast  with  a  pulley  block  at 
the  top  and  a  team  of  horses  can  often  be  used  in  such  cases 
as  described  in  Chapter  Xll  for  filling  cylinder  piers,  br  in  the 
same  chapter  for  constructing  a  bridge  abutment.  It  is  also 
possible  often  to  locate  the  mixing  board  on  high  ground,  per- 
haps at  some  little  distance  from  the  forms.  If  this  can  be 
done,  the  use  of  derricks  may  be  avoided  as  above  suggested 
or  by  building  a  light  pole  trestle  from  the  mixing  board  to 
the  forms.  The  concrete  can  then  be  wheeled  in  barrows 
and  dumped  into  the  forms.  If  the  mixing  board  can  be  lo- 
cated on  ground  as  high  as  the  top  of  the  concrete  structure 
is  to  be,  obviously  a  trestle  will  enable  the  men  to  wheel  on 
a  level  runway.  Such  a  trestle  can  be  built  very  cheaply, 
especially  where  second-hand  lumber,  or  lumber  that  can  be 
used  subsecjuentiy  for  forms  is  available.  A  pole  trestle  whose 
bents  are  made  entirely  of  round  sticks  cut  from  the  forest  is 
a  very  cheap  structure,  if  a  foreman  knows  how  to  throw  it 
together  and  up-end  the  bents  after  they  are  made.  One  of 
the  authors  has  put  up  such  trestles  for  25  cts.  per  lineal  foot 
of  trestle,  including  all  labor  of  cutting    the    round    timber. 
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erecting  it,  and  placing  a  plank  flooring  4  ft.  wide  on  top.  The 
stringers  and  flooring  plank  were  used  later  for  forms,  and 
their  cost  is  not  included.  A  trestle  100  ft.  long  can  thus  be 
built  at  less  cost  than  hauling,  erecting  and  taking  down  a 
derrick;  and  once  the  trestle  is  up  it  saves  the  cost  of  oper- 
ating a  derrick. 

In  conclusion,  it  should  be  remarked  that  the  comparative 
economy  for  concrete  work  of  the  different  methods  of  haul- 
age described,  does  not  depend  wholly  on  the  comparative 
transportation  costs;  the  effect  of  the  method  of  haulage  on 
the  cost  of  dumping  and  spreading  costs  must  be  considered. 
For  example,  if  carts  deliver  the  material  in  such  form  that 
the  cost  of  spreading  is  greatly  increased  over  what  it  would 
be  were  the  concrete  delivered  in  wheelbarrows,  the  gain  made 
by  cart  haulage  may  be  easily  wiped  out  or  even  turned  into 
loss  by  the  extra  spreading  charges.  These  matters  are  con- 
sidered more  at  length  in  the  succeeding  section. 

DUMPING.  SPREADING  AND  RAMMING.— The  cost 
of  dumping  wheelbarrows  and  carts  is  included  in  the  rules 
of  cost  already  given,  excepting  that  in  some  cases  it  is  neces- 
sary to  add  the  wages  of  a  man  at  the  dump  who  assists  the 
cart  drivers  or  the  barrow  men.  Thus  in  dumping  concrete 
from  barrows  into  a  deep  trench  or  pit,  it  is  usually  advisable 
to  dump  into  a  galvanized  iron  hopper  provided  with  an  iron 
pipe  chute.  One  man  can  readily  dump  all  the  barrows  that 
can  be  filled  from  a  concrete  mixer  in  a  day,  say  150  cu.  yds. 
At  this  rate  of  output  the  cost  of  dumping  would  be  only  i  ct. 
per  cu.  yd.,  but  if  one  man  were  required  to  dump  the  output 
of  a  small  gang  of  men,  say  25  cu.  yds.,  the  cost  of  dumping 
would  be  6  cts.  per  cu.  yd. 

Concrete  dumped  through  a  chute  requires  very  little  work 
to  spread  it  in  6-in.  layers ;  and,  in  fact,  concrete  that  can  be 
dumped  from  wheelbarrows,  which  do  not  all  dump  in  one 
place,  can  be  spread  very  cheaply ;  for  not  more  than  half  the 
pile  dumped  from  the  barrow  needs  to  be  moved,  and  then 
moved  merely  by  pushing  with  a  shovel.  Since  the  spreader 
also  rams  the  concrete,  it  is  difficult  to  separate  these  two 
items.  As  nearly  as  the  authors  have  been  able  to  estimate 
this  item  of  spreading  **dry"  concrete  dumped  from  wheel- 
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barrows  in  street  pavin<^  work,  the  cost  is  5  cts.  per  cu.  yd. 
If,  on  the  other  hand,  nearly  all  the  concrete  must  be  handled 
by  the  spreaders,  as  in  spreading  concrete  dumped  from  carts, 
the  cost  is  fully  double,  or  10  cts.  per  cu.  yd.  And  if  the 
spreader  has  to  walk  even  3  or  4  paces  to  place  the  concrete 
after  shoveling  it  up,  the  cost  of  spreading  will  be  15  cts.  per 
cu.  yd.  For  this  reason  it  is  apparent  that  carts  are  not  as 
economical  as  wheelbarrows  for  hauling  concrete  up  to  about 
200  ft.,  due  to  the  added  cost  of  spreading  material  delivered 
by  carts. 

The  preceding  discussion  of  spreading  is  based  upon  the 
assumption  that  the  concrete  is  not  so  wet  that  it  will  run. 
Obviously  where  concrete  is  made  of  small  stones  and  con- 
tains  an  excess  of  water,  it  will  run  so  readily  as  to  require 
little  or  no  spreading. 

The  cost  of  ramming  concrete  depends  almost  entirely  upon 
its  dryness  and  upon  the  number  of  cubic  yards  delivered  to 
the  rammers.  Concrete  that  is  mixed  with  very  little  water 
requires  long  and  hard  ramming  to  flush  the  water  to  the 
surface.  The  yardage  delivered  to  the  rammers  is  another" 
factor,  because  if  only  a  few  men  are  engaged  in  mixing  they 
will  not  be  able  to  deliver  enough  concrete  to  keep  the  ram- 
mers properly  busy,  yet  the  rammers  by  slow  though  con- 
tinuous pounding  may  be  keeping  up  an  appearance  of  work- 
ing. Then,  again,  it  has  been  noticed  that  the  slower  the  con- 
crete is  delivered  the  more  particular  the  average  inspector 
becomes.  Concrete  made  "sloppy'*  requires  no  ramming  at 
all,  and  very  little  spading.  The  authors  have  'had  men  do 
very  thorough  ramming  of  moderately  dry  concrete  for  15  cts. 
per  cu.  yd.,  where  the  rammers  had  no  spreading  to  do,  the 
material  being  delivered  in  shovels.  It  is  rare  indeed  that 
spreading  and  ramming  can  be  made  to  cost  more  than  40  cts. 
l)cr  cu.  yd.,  under  the  most  foolish  inspection,  yet  one  in- 
stance is  recorded  which,  because  of  its  rarity,  is  worth  noting: 
Mr.  Herman  Conrow  is  the  authority  for  the  data:  i  foreman, 
9  men  mixing,  i  ramming,  averaged  15  cu.  yds.  a  day,  or  only 
i}4  cu.yds.  per  man  per  day,  when  laying  wet  concrete.  When 
laying  dry  concrete  the  same  gang  averaged  only  8  cu.  yds.  a 
day,  there  being  4  men  ramming.  With  foreman  at  $2  and 
laborers  at  $1.50  a  day,  the  cost  was  $2.12  per  cu.  yd.  for  labor 
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on  the  dry  concrete  as  against  $1.13  per  cu.  yd.  for  the  wet 
concrete.  Three  turnings  of  the  stone  with  a  wet  mortar  ef- 
fected a  better  mixture  than  four  turnings  with  a  dry  mortar. 
The  ramming  of  the  wet  concrete  cost  10  cts.  per  cu.  yd., 
whereas  the  ramming  of  the  dry  concrete  cost  75  cts.  per  cu. 
yd.  The  authors  think  this  is  the  highest  cost  on  record  for 
ramming.  It  is  evident,  however,  that  the  men  were  under 
a  poor  foreman,  for  an  output  of  only  15  cu.  yds.  per  day  with 
10  men  is  very  low  for  ordinary  conditions.  Moreover,  the 
expensive  amount  of  ramming  indicates  either  poor  manage- 
ment or  the  most  foolish  inspection  reqYiirements. 

In  conclusion  it  may  be  noted  that  if  engineers  specify  a 
dry  concrete  and  "thorough  ramming,"  they  would  do  well 
also  to  specify  what  the  word  "thorough"  is  to  mean,  using 
language  that  can  be  expressed  in  cents  per  cubic  yard.  It  is 
a  common  thing,  for  example,  to  see  a  sewer  trench  specifica- 
tion in  which  one  tamper  is  required  for  each  two  men  shovel- 
ing the  back-fill  into  the  trench;  and  some  such  specific  re- 
quirement should  be  made  in  a  concrete  specification  if  close 
estimates  from  reliable  contractors  are  desired.  Surely  no 
engineer  will  claim  that  this  is  too  unimportant  a  matter  for 
consideration  when  it  is  known  that  ramming  can  easily  be 
made  to  cost  as  high  as  40  cts.  per  cu.  yd.,  depending  largely 
upon  the  whim  of  the  inspector. 

THE  COST  OF  SUPERINTENDENCE.— This  item  is 
obviously  dependent  upon  the  yardage  of  concrete  handled 
imder  one  foreman  and  the  daily  wages  of  the  foreman.  If  a 
foreman  receives  $3  a  day  and  is  bossing  a  job  where  only  12 
cu.  yds.  are  placed  daily,  we  have  a  cost  of  25  cts.  per  cu.  yd. 
for  superintendence.  If  the  same  foreman  is  handling  a  gang 
of  20  men  whose  output  is  50  cu.  yds.,  the  superintendence 
item  is  only  6  cts.  per  cu.  yd.  If  the  same  foreman  is  handling 
a  concrete-mixing  plant  having  a  daily  output  of  150  cu.  yds., 
the  cost  of  superintendence  is  but  2  cts.  per  cu.  yd.  These 
elementary  examples  have  been  given  simply  because  figures 
are  more  impressive  than  generalities,  and  because  it  is  so 
common  a  sight  to  see  money  wasted  by  running  too  small 
a  gang  of  men  under  one  foreman. 

Of  all  classes  of  contract  work,  none  is  more  readily  esti- 
mated day  by  day  than  concrete  work,  not  only  because  it  is 
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usually  built  in  regular  shapes  whose  volumes  are  easily  as- 
certained at  the  end  of  each  day,  but  because  a  record  of  the 
bags,  or  barrels,  or  batches  gives  a  ready  method  of  com- 
putmg  the  output  of  each  gang.  For  this  reason  small  gangs 
of  concrete  workers  need  no  foreman  at  all,  provided  one  of 
the  workers  is  given  command  and  required  to  keep  tally  of 
the  batches.  If  the  efficiency  of  a  gang  of  6  men  were  to  fall 
off,  say,  15  per  cent.,  by  virtue  of  having  no  regular  non- 
working  foreman  in  charge,  the  loss  would  be  only  $1.35  a 
day — a  loss  that  would  be  more  than  counterbalanced  by  the 
saving  of  a  foreman's  wages.  Indeed,  the  efficiency  of  a  gang 
of  6  men  would  have  to  fall  off  25  per  cent.,  or  more,  before 
it  would  pay  to  put  a  foreman  in  charge.  In  many  cases  the 
efficiency  will  not  fall  off  at  all,  provided  the  gang  knows  that 
its  daily  progress  is  being  recorded,  and  that  prompt  discharge 
will  follow  laziness.  Indeed,  one  of  the  authors  has  more  than 
once  had  the  efficiency  increased  by  leaving  a  small  gang  to 
themselves  in  command  of  one  of  the  workers  who  was  re- 
quired to  punch  a  hole  in  a  card  for  every  batch. 

To  reduce  the  cost  of  superintendence  there  is  no  surer 
method  than  to  work  two  gangs  of  18  to  20  men,  side  by  side, 
each  gang  under  a  separate  foreman  who  is  striving  to  make 
a  better  showing  than  his  competitor.  This  is  done  with 
marked  advantage  in  street  paving,  and  could  be  done  else- 
where oftener  than  it  is. 

In  addition  to  the  cost  of  a  foreman  in  direct  charge  of  the 
laborers,  there  is  always  a  percentage  of  the  cost  of  general 
superintendence  and  office  expenses  to  be  added.  In  some 
cases  a  general  superintendent  is  put  in  charge  of  one  or  two 
foremen ;  and,  if  he  is  a  high-salaried  man,  the  cost  of  superin- 
tendence becomes  a  very  appreciable  item. 

SUMMARY  QF  COSTS.— Having  thus  analyzed  the  costs 
of  making  and  placing  concrete,  we  can  understand  why  it  is 
that  printed  records  of  costs  vary  so  greatly.  Moreover,  we 
are  enabled  to  estimate  the  labor  cost  with  far  more  accuracy 
than  we  can  guess  it ;  for  by  studying  the  requirements  of  the 
specifications,  and  the  local  conditions  governing  the  placing' 
of  stock  piles,  mixing  boards,  etc.,  we  can  estimate  each  item 
with  considerable  accuracy.  The  purpose,  however,  has  not 
been  solely  to  show  how  to  predict  the  labor  cost,  but  also  to 
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indicate  to  contractors  and  their  foremen  some  of  the  many 
possibilities  of  reducing  the  cost  of  work  once  the  contract 
has  been  secured.  An  analysis  of  costs,  such  as  above  given, 
is  the  most  effective  way  of  discovering  unnecessary  **leaks/' 
and  of  opening  one's  eyes  to  the  possibilities  of  effecting  econ- 
omies in  any  given  case. 

To  indicate  the  method  of  summarizing  the  costs  of  making 
concrete  by  hand,  let  us  assume  that  the  concrete  is  to  be  put 
into  a  deep  foundation  requiring  wheeling  a  distance  of  30  ft. ; 
that  the  stock  piles  are  on  plank  60  ft.  distant  from  the  mixing 
board;  that  the  specifications  call  for  6  turns  of  gravel  con- 
crete thoroughly  rammed  in  6-in.  layers;  and  that  a  good 
sized  gang  of,  say,  16  men  (at  $1.50  a  day  each),  is  to  work 
under  a  foreman  receiving  $2.70  a  day.  We  then  have  the 
following  summary  by  applying  the  rules  already  given : 

Per  cu.  yd. 
concrete. 

Loading  sand,  stone  and  cement $  .17 

Wheeling  60  it.  in  barrows  (4  +  2  cts.) 06 

Mixing  concrete,  6  turns  at  5  cts 30 

Loading  concrete  into  barrows 12 

.    Wheeling  30  ft.  (4+1  ct.) 05 

Dumping  barrows  (i  man  helping  barrowman)  ...     .05 
Spreading  and  heavy  ramming 15 

Total  cost  of  labor $  .go 

Foreman,  at  $2.70  a  day 10 

Grand  total $1.00 

To  estimate  the  daily  output  of  this  gang  of  16  laborers 
proceed  thus:  Divide  the  daily  wages  of  all  the  16  men,  ex- 
pressed in  cents,  by  the  labor  cost  of  the  concrete  in  cents,  the 
quotient  will  be  the  cubic  yards  output  of  the  gang.  Thus, 
2400-7-90  is  27  cu.  yds.,  in  this  case. 

In  street  paving  work  where  no  man  is  needed  to  help  dump 
the  wheelbarrows,  and  where  it  is  usually  possible  to  shovel 
concrete  direct  from  the  mixing  board  into  place,  and  where 
half  as  much  ramming  as  above  assumed  is  usually  satisfac- 
tory, we  see  that  the  last  four  labor  items  instead  of  amount- 
ing to  12  4-  5  +  5  +  15.  or  37  cts.,  amount  only  to  one-half  of 
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the  last  item,  one-half  of  15  cts.,  or  7J/^  cts.  This  makes  the 
total  labor  cost  only  60  cts.  instead  of  90  cts.  If  we  divide 
2,400  cts.  (the  total  day's  wages  of  16  men)  by  60  cts.  (the 
labor  cost  per  cu.  yd.),  we  have  40,  which  is  the  cubic  yards 
output  of  the  16  men.  This  greater  output  of  the  16  men  re- 
duces the  cost  of  superintendence  to  7  cts.  per  cu.  yd. 


CHAPTER  IV. 

METHODS  AND  COST  OF  MAKING  AND   PLACING 

CONCRETE  BY  MACHINE. 

The  making  and  placing-  of  concrete  is  virtually  a  manufac- 
turing process.  This  process  as  performed  by  manual  labor 
is  discussed  in  the  preceding  chapter ;  it  will  be  discussed  here 
as  it  is  performed  by  machinery.  The  objects  sought  in  using 
machinery  for  making  and  placing  concrete  are:  (i)  The  se- 
curing of  a  more  perfectly  mixed  and  uniform  concrete,  and 
(2)  the  securing  of  a  cheaper  cost  of  concrete  in  place.  As  in 
every  other  manufacturing  process  both  objects  cannot  be 
obtained  to  the  highest  degree  without  co-ordinate  and  uni- 
versal efficiency  throughout  in  plant  and  methods.  For  ex- 
ample, the  substitution  of  machine  mixing  for  hand  mixing 
will  not  alone  ensure  cheaper  concrete.  If  all  materials  are 
delivered  to  the  machine  in  wheelbarrows  and  if  the  concrete 
is  conveyed  away  in  wheelbarrows,  the  cost  of  making  con- 
crete even  with  machine  mixers  is  high.  On  the  other  hand, 
where  the  materials  are  fed  from  bins  by  gravity  into  the 
mixer  and  when  the  mixed  concrete  is  hauled  away  in  cars, 
the  cost  of  making  the  concrete  may  be  very  low.  Making 
and  placing  concrete  by  machinery  involves  not  one  but  sev- 
eral mechanical  operations  working  in  conjunction — in  a  word, 
a  concrete  making  plant  is  required. 

The  mechanical  equipment  of  a  concrete  making  plant  has 
four  duties  to  perform,  (i)  It  has  to  transport  the  raw  mate- 
rials from  the  cars  or  boats  or  pits  and  place  them  in  the  stock 
piles  or  storage  bins ;  (2)  it  has  to  take  the  raw  materials  from 
stock  and  charge  them  to  the  mixer ;  (3)  it  has  to  mix  the  raw 
materials  into  concrete  and  discharge  the  mixture  into  trans- 
portable vehicles;  and  (4)  it  has  to  transport  these  vehicles 
from  the  mixer  to  the  work  and  discharge  them.  As  all  these 
operations    are   interrelated    component    parts   of   one   great 
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process,   it  is  plain   why  one  operation   cannot  lag  without 
causing  all  the  other  operations  to  slow  up. 

The  mechanical  devices  which  may  be  used  for  each  of  these 
operations  are  various,  and  they  may  be  combined  in  various 
ways  to  make  the  complete  train  of  machinery  necessary  to 
the  complete  process.  In  this  chapter  we  shall  describe  the 
character  and  qualities  of  each  type  of  devices  separately.  The 
practicable  ways  of  combining  them  to  form  a  complete  con- 
crete making  plant  are  best  illustrated  by  descriptions  and 
records  of  work  of  actual  plants,  and  such  descriptions  and 
records  for  each  class  of  structure  considered  in  this  book  are 
given  in  the  following  chapters  and  may  be  found  by  con- 
sulting the  index.  In  describing  the  various  machines  and 
devices  we  have  made  one  classification  for  those  used  in 
handling  raw  materials  and  mixed  concrete,  for  the  reason 
that  nearly  all  of  them  are  suitable  for  cither  purpose. 

UNLOADING  WITH  GRAB  BUCKETS,— The  orange- 
peel  or  clam-shell  bucket  is  an  excellent  device  for  unloading 
sand  or  stone  from  cars  or  barges.  The  cost  of  unloading,  in- 
cluding cleaning  up  the  portions  not  reached  by  the  bucket, 
is  not  more  than  from  2  to  5  cts.  per  cu.  yd.  A  grab  bucket 
of  either  of  these  types  can  be  applied  to  any  derrick.  In  un- 
loading broken  stone  from  barges  at  Ossining,  N.  Y.,  a  Hay- 
ward  clam-shell  on  a  stiff-leg  derrick  unloaded  100  cu.  yds.  of 
broken  stone  per  day  from  barge  into  wagons,  with  one  engine- 
man  and  one  helper.  In  addition  to  the  bucket  work  there  was 
24  hours'  labor  cleaning  on  each  500-cu.  yd.  barge  load.  The 
labor  cost  of  unloading  a  500-cu.  yd.  barge  was  as  follows: 

Per  Cu.  Yd. 

One  engineman,  at  $2.50 2.5  cts. 

One  helper,  at  $1.50 1.5  cts. 

Labor  cleaning,  at  $1.50 0.7  cts. 

Total  cost  per  cubic  yard 4.7  cts. 

INCLINES. — Inclines  to  reach  the  tops  of  mixer  and  stor- 
age bins  and  the  level  of  concrete  work  can  be  operated  on 
about  the  following  grades:  For  teams  hauling  wagons  or 
cars,  2  per  cent,  maximum  grade.  A  single  heavy  team  will 
haul  a  5-cu.  yd.  car,  with  ordinary  bearings,  weighing  2V2  tons 
empty  and  T2  tons  loaded,  with  ease  on  a  Ij4  percent,  grade. 
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and  with  some  difficulty  on  a  2  per  cent,  grade.  A  locomotive 
will  handle  cars  on  a  grade  of  from  4  to  5  per  cent.  For  team 
haulage  20-lb.  rails  may  be  used,  and  for  locomotives  30-lb. 
rails.  Grades  steeper  than  about  5  per  cent,  require  cable 
haulage. 

TRESTLE  AND  CAR  PLANTS.— Trestle  and  car  plants 
'for  handling  both  concrete  materials  and  mixed  concrete  have 
a  wide  range  of  application  and  numerous  examples  of  such 
plants  are  described  in  succeeding  chapters,  and  are  noted  in 
the  index  at  the  end  of  the  book.  The  following  estimates  of 
the  cost  of  a  trestle  and  car  plant  are  given  by  Mr.  \Vm.  G. 
Fargo.  The  work  is  assumed  to  cover  an  area  of  100x200  ft. 
and  to  have  three-fourths  of  its  bulk  below  the  economical 
elevation  of  the  mixer,  which  stands  within  50  ft.  of  the  near 
side  of  the  work.  If  the  work  is  under  3,000  cu.  yds.  in  bulk 
and  there  is  a  reasonable  time  limit  for  completion  one  mixer 
of  200  cu.  yds.  capacity  per  lo-hour  day  is  assumed  to  be  suf- 
ficient.   The  items  of  car  plant  cost  will  be  about  as  follows : 

150  ft.  trestle,  at  $1.50 $225 

5  split  switches  with  spring  bridles,  at  $18 90 

2  iron  turntables,  at  $30 60 

3  2/3  cu.  yd.  steel  cars  with  roller  bearings 190 

Total   $565 

The  trestle  assumed  is  double  24-in.  gage  track,  6  ft.  on 
centers ;  stringers  6X8  ins.  X  22  to  24  ft. ;  ties  2x6  ins.,  2j/i  ft. 
on  centers;  running  boards  2x12  ins.  for  each  track,  and  12-lb. 
rails ;  trestle  legs,  average  length  30  ft.,  of  green  poles  at  5  cts. 
per  foot.  This  outfit  with  repairs  and  renewals  amounting  to 
10  per  cent.,  is  considered  good  for  five  season's  work  and  the 
timber  work  for  several  jobs  if  not  too  far  apart.  The  yearly 
rental  on  the  basis  of  five  seasons'  work  would  be  $124.30,  or 
$1  per  working  day  for  a  season  of  five  months.  Three  cars 
delivering  ^  cu.  yd.  batches  can  delfver  200  cu.  yds.  of  con- 
crete, an  average  of  100  ft.  from  the  mixer  in  10  hours.  Five 
men,  including  a  man  tending  switches  and  turntable  and  one 
man  to  help  dump,  can  operate  the  plant.  With  wages  at  $1.75 
per  day  the  labor  cost  of  handling  200  cu.  yds.  of  concrete 
would  be  4}i  cts.  per  cu.  yd. 
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CABLEWAYS. — Cableways  arranged  to  span  the  work  and 
if  the  area  is  wide  to  travel  across  the  work  at  right  angles  to 
the  span  will  handle  concrete,  concrete  materials,  forms,  steel 
and  supplies  with  great  economy.  They  are  particularly  suit- 
able for  bridge  and  dam  work,  filter  and  reservoir  work,  build- 
ing foundations  and  low  buildings.  The  arrangement  of  a 
cableway  plant  for  brid-ge  work  is  described  in  Chapter  X\^II. 
A  cableway  of  800  ft.  clear  span  on  fixed  towers  45  ft.  high  will 
cost  complete  from  $4,500  to  $5,000,  and  will  handle  200  cu. 
yds.  of  concrete  per  10-hour  day.  To  put  the  cableway  on 
traveling  towers  will  cost  about  $1,000  more.  In  constructing 
the  Pittsburg  filtration  work  four  traveling  cableways  from 
250  to  600  ft.  span  were  used.  The  towers  were  from  50  to 
60  ft.  in  height  and  each  traveled  on  a  5-rail  track.  The  cable- 
ways  were  self-propelling.  \\'ith  conditions  favorable  each 
cableway  delivered  300  cu.  yds.  of  concrete  per  day.  A  cable- 
way  plant  for  heavy  fortification  work  is  described  in  Chap- 
ter XI. 

BELT  CONVEYORS.— Belt  conveyors  may  be  used  suc- 
cessfully for  handling  both  concrete  materials  and  mixed  con- 
crete. For  handling  wet  concrete  the  slope  must  be  quite  flat, 
and  the  belt  must  be  provided  with  some  means  of  cleaning 
off  the  sticky  mortar  paste.  In  several  cases  rotating  brushes 
stationed  at  the  end  of  the  belt,  where  it  turns  over  the  tail 
pulley,  have  worked  successfully  ;  these  brushes  sweep  the  belt 
clean.  Except  for  the  cleaning  device  the  ordinary  arrange- 
ment of  belt  conveyor  for  dry  materials  serves  for  concrete. 

In  constructing  a  large  gas  works  at  Astoria,  Long  Island, 
near  New  York  citv,  belt  convevors  were  used  to  handle  both 
the  sand,  gravel  and  cement  bags  and  the  mixed  concrete. 
The  belt  for  handling  sand  and  gravel  is  shown  by  Fig.  13.  A 
derrick  operating  a  clam-shell  unloaded  the  sand  and  gravel 
into  a  small  hopper,  discharging  into  dump  cars  operated  by 
a  "dinky"  up  an  incline,  passing  over  sand  and  gravel  storage 
bins.  A  20-in.  belt  conveyor  ran  horizontally  105  ft.  under  the 
bins,  then  up  an  incline  of  3.4  ft.  in  125  ft.  to  feeding  hoppers 
over  the  mixers.  This  convevor  received  alternately  sand  and 
gravel  by  chute  from  the  storage  bins  and  bags  of  cement 
loaded  by  hand,  and  carried  them  to  the  feeding  bins  and 
mixer  platform.    The  speed  of  the  belt  was  350  ft.  per  minute, 
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and  it  required  6  h.p.  to  operate  it  when  carrying  loo  tons  per 
hour.  The  mixing  was  done  in  two  Smith  mixers,  which 
turned  out  70  cu.  yds.  or  35  cu.  yds.  each  per  hour.  The 
mixed  concrete  was  delivered  onto  a  50-ft.  24-in.  belt  con- 
veyor traveling  at  a  speed  of  400  ft.  per  minute  and  dumping 
through  a  chute  into  cars.  Only  i  h.p.  was  required  to  run 
the  concrete  conveyor.  A  rotating  brush  was  used  to  keep 
the  belt  clean  at  the  dumping  end.  It  will  be  noted  that  only 
a  small  amount  of  power  is  required  for  operation. 
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FlfiT.  13. — Belt  Conveyor  Transporting  Sand  and  Gravel. 

CHUTES. — Chutes  of  wood  or  iron  are  among  the  simplest 
and  most  efficient  means  of  moving  the  cement,  sand  and 
stone  and  the  mixed  concrete  when  the  ground  levels  permit 
such  devices. 

Bags  of  cement  if  given  a  start  in  casting  will  slide  down 
a  steel  or  very  smooth  wooden  chute  with  a  slope  of  i  ft.  in  5 
or  6  ft.  A  wooden  trough  12  ins.  deep  and  24  ins.  wide  with 
boards  dressed  on  the  inside  may  be  used.  When  the  inclina- 
tion is  steep  and  the  fall  is  great,  some  device  is  necessary  to 
diminish  the  velocity  of  descent ;  the  following  is  an  example 
of  such  a  device  which  was  successfully  employed  in  a  chute 
of  the  above  dimensions,  400  ft.  long  and  having  a  drop  of 
no  ft.  This  chute  had  a  maximum  inclination  of  45°  and  its 
lower  end  curved  to  a  horizontal  tangent,  running  into  the 
storehouse.  Near  the  bottom  of  the  chute  a  horizontal  strip 
was  nailed  across  the  upper  edges  and  to  it  was  nailed  the 
upper  end  of  a  20  ft.,  ixi2-in.  board,  the  lower  end  of  which 
rested  on  the  bottom  of  the  Chute.  Several  pieces  of  timber 
spiked  to  the  upper  side  loaded  the  lower  end  of  this  board. 
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The  cement  bag  in  descending  wedged  itself  into  the  angle  be- 
tween the  chute  and  the  board  and  lifted  the  latter,  the  spring 
d£  the  board  and  the  weight  at  the  lower  end  offering  enough 
resistance  to  cut  down  the  velocity.  After  the  chute  had  been 
in  use  for  some  time  and  had  worn  smooth  it  was  found  neces- 
sary to  add  two  more  brakes  to  check  the  bags. 

Broken  stone  will  slide  down  a  steel  or  steel  lined  chute 
with  a  slope  of  i  in  3  or  4  ft.  if  given  a  start  in  casting.  Damp 
sand  will  not  slide  down  a  chute  with  a  slope  of  ij^  in  i. 

A  wet  cement  grout  will  flow  down  a  smooth  plank  chute, 
with  a  slope  of  i  in  4  ft.,  and  wet  concrete  will  move  on  the 
same  slope;  comparatively  dry  concrete  requires  a  slope  of 
nearly  i  in  i,  or  45°,  to  secure  free  movement.  Mr.  W.  J. 
Douglas  gives  the  following  examples  of  conveying  concrete 
by  chute,  prefaced  by  the  statement  that  his  experience  indi- 
cates that  concrete  can  thus  be  conveyed  considerable  dis- 
tances without  material  injury  if  proper  precautions  are  taken. 

In  the  first  case  a  semi-circular  steel  trough  about  2  ft.  wide 
and  I  ft.  deep  and  15  ft.  long  set  on  a  slope  of  45**  was  used. 
A  lift  gate  ot  sheet  steel  was  set  in  the  chute  about  2  ft.  from 
the  upper  end.  The  concrete  was  allowed  to  accumulate  be- 
hind this  gate  until  a  wheelbarrow  load  was  had,  when  the 
batch  was  let  loose  by  lifting  the  gate  and  was  discharged 
into  barrows  at  the  bottom.  In  another  case  a  vertical  chute 
15  ft.  long,  consisting  of  a  15-in.  square  box  with  a  canvas 
end,  was  used.  The  concrete  was  dumped  into  the  chute  in 
batches  of  about  8  cu.  ft. ;  two  men  at  the  bottom  "cut  down" 
the  pile  with  hoes  to  keep  it  from  coning  and  causing  separa- 
tion of  the  stone.  In  a  third  case  a  continuous  mixer  fed  into 
a  sheet  iron  lined  rectangular  chute  about  2j4  ft.  wide  and  i 
ft.  deep,  with  a  vertical  drop  of  60  ft.  on  a  slope  of  i  in  i,  or 
45®.  A  gate  was  fixed  in  the  chute  2  ft.  from  the  top  and  at 
the  bottom  the  chute  fed  into  a  pyramidal  hopper  3  ft.  square 
at  the  top,  I  ft.  square  at  the  bottom  and  4>4  ft.  deep.  This 
hopper  was  provided  with  a  bottom  gate  and  was  set  on  legs 
so  that  its  top  was  about  10  ft.  above  ground.  As  the  con- 
crete filled  in  the  hopper  was  raised  and  the  chute  cut  off.  The 
hopper  was  kept  full  all  the  time  and  was  discharged  by  bot- 
tom gate  and  spout  into  wheelbarrows.  In  a  fourth  case  the 
apparatus  shown  by  the  sketch,  Fig.  14,  was  used.    The  con- 
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tinuous  mixer  discharged  onto  an  i8-in.  rubber  conveyor  belt 
on  conical  rollers  and  18  ft.  long.  The  inner  end  of  the  con- 
veyor frame  was  carried  on  the  ground  at  the  edge  of  the  pit 
and  the  outer  end  was  supported  by  ropes  from  the  top  of  a 
gallows  frame  standing  on  the  pit  bottom.  The  belt  dis- 
charged over  end  into  a  vertical  steel  chute  12  ins.  in  diam- 
eter and  8  ft.  long;  this  chute  was  fastened  to  the  conveyor 
frame.  Encircling  and  overlapping  the  12-in.  chute  was  a 
second  slightly  larger  chute  suspended  by  means  of  two  ropes 
from  the  gallows  frame.  The  bottom  of  this  second  chute 
was  kept  about  6  ins.  below  the  top  edges  of  a  pyramidal  hop- 
per like  the  one  described  above.  In  operation  the  chutes 
and  the  hopper  were  kept  filled  with  concrete  so  that  the  only 
drop  of  the  concrete  was  3  ft.  from  the  conveyor  belt  into  the 
topmost  chute. 


Fig.  14.— Belt  Conveyor  and  Chute  for  Handling  Concrete. 

Concrete  may  be  handled  in  long  flat  chutes  by  stationing 
men  along  the  chute  with  shovels  which  they  work  like  pad- 
dles to  keep  the  mixture  moving.  In  one  case  concrete  was  so 
handled  in  a  chute  200  ft.  long  having  a  slope  of  i  in  10  ft. 
The  chute  was  a  V-shaped  trough  made  of  i  x  12-in.  boards 
in  sections  16  ft.  long.  The  men  paddling  were  stationed  10  ft. 
apart,  so  that  with  wages  at  $1.50  per  day  the  cost  would 
be  i^  cts.  per  cu.  yd.  for  every  10  ft.  the  concrete  was  con- 
veyed. In  connectiton  with  this  particular  work  we  are  in- 
formed that  a  Eureka  continuous  mixer  was  used.  The  gravel 
was  dumped  near  the  mixer  and  a  team  hitched  to  a  drag 
scraper  delivered  the  gravel  alongside  the  mixer.  Four  men 
shoveled  the  gravel  into  the  measuring  hopper,  but  only  two 
ifien  worked  at  a  time,  shoyeling  for  a  period  of  15  minutes 
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and  then  resting  for  a  corresponding  period  while  the  other 
two  men  worked.  In  this  manner  the  four  men  shoveled 
enough  gravel  to  make  loo  cu.  yds.  of  concrete  per  day.  A 
fifth  man  opened  the  cement  bags  and  kept  the  cement  hopper 
filled. 

METHODS  OF  CHARGING  MIXERS.— By  charging  is 
meant  the  process  of  delivering  raw  materials  from  stock 
into  the  mixer.  Several  methods  are  practiced  and  will  be 
considered  in  the  following  order:  (i)  By  gravity  from  over- 
head bins ;  (2)  by  wheelbarrow  or  hand  cart  (a)  to  charging 
chute  and  (b)  to  elevating  charging  hoppers ;  (3)  by  charging 
cars  operated  by  cable  or  other  means;  (4)  by  shoveling 
directly  into  mixer;  (5)  by  derricks  or  other  hoists. 

Charging  by  Gravity  from  Overhead  Bins. — Chuting  the 
sand  and  stone  from  overhead  bins  to  the  charging  hopper 
is  a  simple,  rapid  and  economical  method  of  charging  mixers. 
The  bottoms  of  the  bins  should  always  be  high  enough  above 
the  charging  floor  to  give  ample  head  room  for  men  to  move 
about  erect,  and  the  length  of  chute  may  be  anything  reason- 
able more  than  this  that  conditions  such  as  the  side  hill 
delivery  of  material  may  necessitate.  When  the  mixer  is 
located  to  one  side  of  the  bins  the  slope  of  the  chute  will 
have  to  be  watched.  Broken  stone  or  pebbles  will  move  on 
a  comparatively  flat  slope  but  sand,  particularly  if  damp,  re- 
quires a  steep  chute.  The  measuring  hopper  is  best  kept  en- 
tirely independent  of  the  mixer  so  that  it  can  be  filled  with  a 
new  charge  while  the  mixer  is  turning  and  discharging  the 
preceding  batch.  One  man  can  attend  the  sand  and  cement 
chutes  if  they  be  conveniently  arranged,  and  one  man  can 
open  and  empty  the  cement  bags  if  they  be  stacked  close  at 
hand.  A  third  man  will  level  oflF  the  sand  and  stone  in  the 
measuring  hopper  and  help  in  the  chuting.  A  gang  of  this 
size  will  easily  measure  up  a  charge  every  2  minutes  when 
no  delays  occur. 

A  number  of  plants  charging  by  gravity  from  overhead  bins 
are  described  in  succeeding  chapters  and  are  referenced  in  the 
index.  As  a  general  example  a  side  hill  plant  of  conventional 
construction  is  shown  by  Fig.  15.  The  trestle  work  was  made 
of  12  X  i2-in.  timbers  and  was  approximately  40  ft.  in  height. 
Three  tracks  occupy  the  top  platform.    Under  each  track  wa*s 


MACHINE  MIXING. 


69 


a  material  bin ;  one  on  each  side  for  gravel  and  a  middle  bin 
for  sand.  The  sand  bin  was  divided  by  a  partition  into  two 
compartments.  These  bins  dischargecf  into  two  measuring 
hoppers  one  gravel  bin  and  one  compartment  of  the  sand 
bin  into  each  hopper.  Two  cement  chutes  from  the  top  plat- 
form provided  for  the  delivery  of  the  cement  to  the  mixers, 
either  directly  from  cars  or  from  the  cement  storage  house. 
The  mixing  was  done  in  two  Smith  No.  5  mixers,  one  under 
each  measuring  hopper,  and  these  mixers  discharged  by 
chutes  into  buckets  on  flat  cars.  Thus  the  concrete  materials 
brought  directly  fTt)m  a  siding  in  car  load  lots  to  the  top  of 
the  platform  were  handled  entirely  by  gravity  to  the  cars  de- 
livering the  mixed  concrete  to  the  work.  The  gang  operating 
the   mixing   plant,   with    the   wages   paid,  was   composed   as 
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Fig.    15.— Side   Hill    Mixing   Plant. 

follows:  I  foreman  and  engineer  at  $3  per  day,  i  fireman  at 
$2  per  day  and  15  laborers  at  $1.50  per  day.  With  this  gang 
the  two  mixers  turned  out  400  cu.  yds.  of  concrete  per  day 
and,  frequently,  800  cu.  yds.  in  24  hours.  Taking  these  figures 
the  labor  cost  from  raw  materials  in  cars  on  the  platform 
to  mixed  concrete  in  cars  on  the  delivery  track  was  as 
follows : 

I  foreman  and  engineer  at  $3 $  3.00 

I  fireman  at  $2   2.00 

15  laborers  at  $1.50   22.50 


Total  labor $27.50 

Assuming  400  cu.  yds.  output,  this  gives  a  cost  of  $27.50  -r- 
400  =  6.875  cts.  per  cu.  yd. 
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Charging  with  Wheelbarrows. — The  economics  of  wheel- 
barrow haulage  are  discussed  in  some  detail  in  Chapter  III. 
For  machine  mixer  work  the  problem  of  loading,  transport- 
ing and  dumping  is  complicated  by  the  greater  rapidity  with 
which  the  mixing  is  done  and  by  the  necessity,  usually,  of 
using  inclines  to  reach  the  charging  hopper  level.  The  in- 
cline cuts  down  the  output  of  the  wheelers  or  in  other  vvords 
makes  necessary  a  larger  gang  to  handle  the  same  amount  of 
material.  Conditions  being  the  same,  the  height  of  the  charg- 
ing chute  of  the  mixer  determines  the  height  of  incline  and 
the  size  of  the  charging  gang,  so  that  a  mixer  with  a  high 
charging  level  costs  more  to  charge  with  wheelbarrows  than 
does  one  with  a  low  charging  level.  Exact  figures  of  the  in- 
creased cost  of  a  few  feet  extra  elevation  of  the  wheelbarrow 
incline  are  not  available,  but  some  idea  may  be  had  from  a 
brief  calculation.  The  materials  for  a  cubic  yard  of  concrete 
will  weigh  about  3,700  lbs.,  so  that  to  raise  the  materials  for 
100  cu.  yds.  of  concrete,  including  weight  of  barrows,  i  ft. 
calls  for  about  400,000  ft.  lbs.  of  work.  A  man  will  do  about 
800,000  ft.  lbs.  of  useful  work  in  a  day,  so  that  each  foot  of 
additional  height  of  incline  means  an  additional  half-day's, 
work  for  one  man. 

Wheeling  to  elevating  charging  hoppers  obviates  the  use 
of  inclines.  Figure  19  shows  a  mixer  equipped  with  such 
a  hopper,  and  the  arrangement  provided  for  other  makes  of 
mixer  is  much  similar.  When  the  hopper  is  lowered  ready  to 
receive  its  load  its  top  edge  over  which  the  wheelbarrows  are 
dumped  is  from  12  to  14  ins.  above  ground  level.  The  wheel- 
ing is  all  done  on  the  level.  The  elevating  bucket  is  operated 
by  the  mixer  engine  and  is  usually  detachable.  Where  mixers 
have  to  be  moved  frequently,  requiring  the  erection  and  mov- 
ing of  the  incline  each  time,  an  elevating  charging  hopper  is 
particularly  useful;  it  can  be  hoisted  clear  of  the  ground 
and  moved  with  the  mixer,  so  that  it  is  ready  to  use  the 
moment  that  the  mixer  is  set  at  its  new  station. 

While  the  ordinary  wheelbarrow  is  generally  used  for 
charging,  better  work  can  be  done  under  some  conditions  by 
using  special  charging  barrows  of  larger  capacity  and  dump- 
ing from  the  end  and  ahead  of  the  wheel.  Two  forms  of 
charging  barrow  are  shown  by  Figs.  16  and  17.     The  Acme 
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barrow  will  hold  4  cu.  ft.  and  the  Ransome  barrow  is  made  in 
3  to  6  cu.  ft.  capacities.  Where  inclines  are  necessary  these 
barrows  can  often  be  hauled  up  the  incline  by  power.  A 
sprocket  chain  in  the  plane  of  the  incline  and  operated  by  the 


Pl«.  Id,— Forward  Dump  Charging  Barrow.  SterllnB  Whealbarrow  Co. 


*1B-  it.— Forward  Dump  Charging  Barrow.  Ranaome  Concrete  Machinery  Co. 

mixer  engine  is  an  excellent  arrangement.  A  prong  riveted  to 
the  rear  face  of  the  barrow  and  projecting  downward  is 
"caught  into"  the  chain,  which  pulls  the  barrow  to  the  top, 
the  man  following  to  dump  and  return  for  another  load. 
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Charging  with  Cars. — Cars  moved  by  cable,  team  or  hand 
are  a  particularly  economic  charging  device  when  the  mixer 
is  located  a  little  distance  from  the  stock  piles  or  bins.  Either 
separate  cars  for  cement,  sand  and  stone,  each  holding  the 
proper  amount  of  its  material  for  a  batch,  can  be  used,  br  a 
single  car  containing  enough  of  all  three  materials  for  a  batch. 
The  last  arrangement  is  ordinarily  more  economical  in  time 
and  labor,  and  in  plant  required.  In  either  case  the  car  serves 
as  the  measuring  hopper,  there  being  no  further  proportioning 
of  the  materials  after  they  have  been  loaded  into  the  car,  and 
it  must  be  arranged  for  measuring.  Usually  all  that  is  neces- 
sary, where  one  car  is  used,  is  to  mark  the  levels  on  the  sides 
to  which  it  is  to  be  filled  with  sand  and  then  stone ;  the  car  is 
run  to  the  sand  stock  and  filled  to  the  level  marked  for  sand 
and  then  to  the  stone  stock  and  filled  to  the  level  marked  foi 
stone.  The  cement  may  be  added  to  the  charge  either  before 
or  after  it  is  run  to  the  mixer  as  convenience  in  storing  the 
cement  stock  dictates.  Instead  of  having  marks  to  show  the 
proper  proportions  of  sand  and  stone,  the  car  is  sometimes 
divided  into  two  compartments,  one  for  each  material  and 
each  holding  the  proper  proportion  of  its  material  when  level 
full.  This  arrangement  makes  proper  proportioning  some- 
what more  certain,  since  the  men  charging  the  car  cannot 
over-run  the  marks.  In  case  separate  cars  are  used  for  each 
material,  they  are  simply  filled  level  full  or  to  mark,  and 
dumped  in  succession  into  the  feeding  hopper.  Trestle  and 
car  plant  construction  and  costs  are  given  in  a  preceding 
section. 

Charging  by  Shoveling. — Charging  by  shoveling  directly 
into  the  mixer  is  seldom  practiced  except  in  street  work  with 
continuous  mixers  or  in  charging  gravity  mixers  of  the  trough 
type.  Shoveling  is  not  an  economic  method  of  handling  ma- 
terials where  the  work  in\'t)lves  carrying  in  shovels,  and  it  is 
only  in  a  few  classes  of  concrete  work  or  in  isolated,  excep- 
tional cases  that  charging  with  shovels  does  not  involve 
carrying.  The  amount  of  material  that  men  will  load  with 
shovels  is  given  in  Chapter  III,  and  the  reader  who  wishes 
a  full  discussion  of  the  subject  is  referred  to  Gillette  and 
Hauer,  "Earth  Excavation  and  Embankments ;  Methods  and 
Cost." 
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In  charging  continuous  mixers  with  shovels  the  usual  prac- 
tice for  mixers  without  automatic  feed  devices  is  to  work 
from  a  continuous  stock  pile  of  sand,  stone  and  cement  spread 
in  layers  in  the  proper  proportions.  The  shoveling  is  done  in 
such  a  manner  that  each  shovelful  contains  a  mixture  of  ce- 
ment, sand  and  stone,  and  so  that  the  rate  of  delivery  to  the 
mixer  is  as  uniform  as  possible.  In  charging  mixers  having 
automatic  feed  devices  the  sand  and  stone  are  simply  shoveled 
into  the  sand  and  stone  hoppers,  whence  they  are  fed  auto- 
matically to  the  mixer.  In  charging  gravity  mixers  by  shovel- 
ing the  method  is  essentially  the  same ;  the  cement,  sand  and 
stone  properly  proportioned  are  spread  in  layers  on  the  shov- 
eling board  at  the  head  of  the  mixer  and  the  mixture  then 
shoveled  into  the  mixer.  In  both  of  these  cases  mixing  is 
performed  to  a  certain  extent  by  the  shoveling,  and  in  both 
the  provision  of  the  combination  stock  pile  from  which  the 
men  work  involves  labor  which  comes  within  the  meaning  of 
the  term  charging  as  we  have  used  it  here.  Examples  of  street 
work  in  which  the  mixers  were  charged  by  shoveling  are 
given  in  Chapter  XIV. 

Charging  with  Derricks, — When  the  stock  piles  are  located 
close  to  the  mixer  and  the  plant  is  fixed  or  is  not  frequently 
moved  derricks  can  be  used  economically  for  charging,  par- 
ticularly if  the  mixer  be  elevated  so  that  inclines  become  ex- 
pensive. The  following  mode  of  operation  will  be  found  to 
work  well:  Set  the  derrick  so  that  its  boom  *'covers"  the 
sand  and  stone  piles  and  the  mixer,  and  provide  it  with 
three  buckets  so  that  there  will  always  be  one  bucket  at  the 
stone  pile  and  another  at  the  sand  pile  while  the  third  is  being 
handled.  The  derrick  swinging  from  the  mixer,  where  it  has 
discharged  a  bucket,  drops  the  empty  bucket  at  the  stone  pile 
and  picks  up  the  bucket  standing  there,  which  has  received 
its  proper  charge  of  stone,  and  swings  it  to  the  sand  pile  and 
drops  it  to  get  its  charge  of  sand.  Here  it  picks  up  the  bucket 
standing  at  the  sand  pile  and  which  has  its  charges  of  both 
stone  and  sand,  and  swings  it  to  the  mixer.  By  this  arrange- 
ment the  work  of  the  derrick  and  of  the  men  filling  the 
buckets  is  practically  continuous.  The  buckets  can  be  pro- 
vided with  marks  on  the  inside  to  show  the  proper  points 
to  which  to  fill  the  stone  and  the  sand  or  a  partition  may  be 
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riveted  in  making  a  compartment  for  sand  and  another  for 
stone.  A  special  charging  bucket  that  is  arranged  with  a 
wheel  and  detachable  handles  which  permit  it  to  be  handled 
like  a  wheelbarrow  is  shown  by  Fig,  i8.  This  bucket  can  be 
used  to  advantage  where  the  stock  piles  are  too  far  from  the 
mixer  for  the  derrick  to  reach  both,  the  bucket  being  loaded 
and  wheeled  to  within  reach  of  the  derrick. 

i 


PT».  IS.— Cbarglng  Bucket  With  Wheel  and  Detachable  Hajidle. 
TYPES  OF  MIXERS.— There  are  two  types  of  concrete 
mixing  machines  or  concrete  mixers  as  tiiey  are  more  com- 
monly called:  (i)  Batch  mixers  and  (2)  continuous  mixers. 
In  mixers  of  the  first  type  a  charge  of  cement,  sand,  aggre- 
gate and  water  is  put  into  the  machine  which  mixes  and  dis- 
charges the  batch  before  taking  in  another  charge;  charging, 
mixing  and  discharging  is  done  in  batches.  In  continuous 
mixers  the  cement  sand,  stone  and  water  are  charged  into  the 
machine  in.  a  continuous  stream  and  the  mixed  concrete  is  dis- 
charged in  another  continuous  stream.  While  all  concrete 
mixers  are  either  batch  or  continuous  mixers,  it  is  common 
practice  because  o£jheir  distinctive  character  to  separate  grav- 
ity mixers,  whether  batch  or  continuous,  into  a  third  type. 
In  gravity  mixers  the  concrete  materials  are  made  to  mingle 
by  falling  through  s]>ecially  constructed  troughs,  or  tubes,  or 
hoppers.  We  shall  describe  mixers  in  this  chapter  as  (i) 
batch  mixers,  {2)  continuous  mixers,  and  (3)  gravity  mixers. 
No  attempt  will  be  made,  however,  to  describe  all  or  even  all 
the  leading  mixers  of  each  type ;    a  representative  mixer  or 
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two.  of  ?ach  type  will  be  described,  enough  to  give  an  indica- 
tion of  the  range  of  practice,  and  the  reader  referred  to  manu- 
facturers' literature  for  further  information. 

Batch  Mixers. — Batch  mixers  are  made  in  two  principal 
forms  which  may  be  designated  as  titling  and  non-tilting 
mixers.  In  the  first  form  the  mixer  drum  is  tilted  as  one 
would  tilt  a  bucket  of  water  to  discharge  the  batch.  In  non- 
tilting  mixers  the  mixer  drum  remains  in  one  position,  the 
batch  being  discharged  by  special  mechanism  which  dips  it 
out  a  portion  at  a  time.  In  both  forms  the  charge  is  put  into 
the  mixer  as  a  unit  and  kept  confined  as  a  unit  during  the 
time  of  mixing,  which  may  be  any  period  wished  by  the 
operator. 


Fig.    19.— Chicago    Improved   Cube  Concrete   Mixer  wUh    Elevallng  ChBrglng 

Chicago  Improved  Cube  Tilting  Mixer. — Figure  19  shows 
the  improved  cube  mixer  made  by  the  Municipal  Engineering 
&  Contracting  Co.,  Chicago,  111.  The  drum  consists  of  a 
cubical  box  with  rounded  comers  and  edges.  This  box  has 
hollow  gudgeons  at  two  diagonally  opposite  corners  and 
these  gudgeons  are  open  as  shown   to  provide  for  charging 
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and  discharging.  The  box  is  rotated  by  gears  mesh- 
ing with  a  circumferential  rack  midway  between  gudgeons 
and  another  set  of  gears  operate  to  tilt  the  mixer.  The 
inside  of  the  box  is  smooth,  there  being  no  deflectors,  as  its 
shape  is  such  as  to  fold  the  batch  repeatedly  and  thus  accom- 
plish the  mixing. 

Rcuixome  Non-THting  Mixer. — Figure  20  shows  a  repre- 
sentative non-tilting  mixer  made  by  the  Ransome  Concrete 
Machinery  Co.,  Dunellen,  N.  J.     It  consists  of  a  cylindrical 


V\g,   20,— Ransome  Concrete  Mixer. 

drum  riding  on  rollers  and  rotated  by  a  train  of  gears  meshing 
with  circumferential  racks  on  the  drum.  The  drum  has  a  cir- 
cular opening  at  each  end ;  a  charging  chute  enters  one  open- 
ing and  a  tilting  discharge  chute  may  be  thrown  into  or  out 
of  the  opposite  opening.  The  cylindrical  shell  of  the  drum  is 
provided  inside  with  steel  plate  deflectors,  which  plow 
through  and  pick  up  and  drop  the  concrete  mixture  as  the 
drum  revolves.  The  shape  and  arrangement  of  the  deflectors 
are  such  that  the  batch  is  shifted  back  and  forth  axially  across 
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the  mixer.  To  discharge  the  batch  the  discharge  chute  is 
tilted  so  that  its  end  projects  into  the  mix«r,  in  which  position 
the  material  picked  up  by  the  deflectors  drops  back  onto  the 
chute  and  runs  out.  The  discharge  chute  being  independent 
of  the  mixing  drum  it  can  be  thrown  into  and  out  of  discharge 
position  at  will  without  stopping  the  rotation  of  the  drum,  and 
so  can  discharge  any  pairt  or  all  of  the  batch  at  once.  The 
top  edge  of  the  charging  chute  ranges  from  ^oVi  to  38  ins.  in 
height  above  the  top  of  the  frame,  varying  with  the  size  of 
the  mixer. 


Smith  Tilting  Mixer. — Figure  21  shows  a  tilting  mixer, 
known  as  the  Smith  mixer,  made  by  the  Contractors'  Supply 
&  Equipment  Co.,  Chicago,  111.  The  drum  consists  of  two 
truncated  cones  with  their  large  ends  fastened  together  and 
their  small  ends  open  for  receiving  the  charge  and  discharge 
of  the  batch.  The  drum  is  operated  by  a  train  of  gears  mesh- 
ing into  a  rack  at  mid-length  v/here  the  cones  join.  In  addi- 
tion there  is  another  set  of  gears  which  tilt  the  dxum  to  make 
the  concrete  flow  out  of  the  discharge  end.  The  inside  of  the 
drum  is  provided  with  steel  plate  deflectors,  which  plow 
through  and  pick  and  drop  the  concrete  mixture  shifting  it 
back  and  forth  axialty  in  the  process. 
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Continuous  Mixers.— Continuous  mixers  are  those  in  which 
the  cement,  sand  and  stone  are  fed  to  the  charging  hopper  in  a 
continuous  stream  and  the  mixed  concrete  is  discharged  in 
another  continuous  stream.  They  are  built  in  two  principal 
forms.  In  one  form  the  cement,  sand  and  stone  properly 
proportioned  are  shoveled  directly  into  the  mixing  drum.  In 
the  other  form  these  materials  are  dumped  into  separate 
charging  hoppers  and  are  automatically  fed  into  the  mixing 
drum  in  any  relative  proportions  desired.  One  form  of  con- 
tinuous mixer  with  aiftomatic  feed  is  described  in  the  succeed- 
ing paragraph  and  another  form  is  described  in  Chapter  XIV. 


Fig.  12,— Eureka   Automatic   Feed  Conllnimiis  Mixer. 

The  continuous  mixer  without  automatic  fct'l  consists  simply 
of  a  trough  with  a  rotating  paddle  shaft  and  its  driving 
mechanism.  The  charging,  the  mixing  and  the  discharging 
are  done  in  what  is  virtually  a  succession  of  \<:ry  small 
batches. 

Eureka  Aiilomatic  Peed  Afi.ver., — Figure  22  shows  the  con- 
struction of  the  continuous  mixer  built  by  the  Eureka  Machine 
Co.,  Lansing,  Mich.  The  cement  bin  and  feeder  is  the  small 
one  in  the  foreground.  There  is  a  pocketed  cylinder  revolving 
between  concave  plates,  opening  into  the  hopper  above,  from 
which  the  pockets  in  the  feeder  are  filled,  and  discharging 
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directly  into  the  mixing  trough  below.  Back  of  this  is  shown 
the  feeder  for  sand  or  gravel  up  to  2-in.  screen  size.  This  is  a 
pocketed  cylinder  similar  to  that  used  in  the  cement  feeder, 
except  that  it  is  larger,  and  instead  of  being  provided  on  the 
discharge  side  with  a  concave  plate,  is  surmounted  by  a  roller, 
held  by  springs.  This  serves  to  cut  off  the  excessive  flow  of 
material,  but  provides  sufficient  flexibility  to  allow  the  rough 
coarse  material  to  be  fed  through  the  machine  without  its 
catching.  The  feeder  for  crushed  stone  is  a  similar  construc- 
tion on  larger  lines,  to  handle  material  up  to  3-in.  size.  These 
several  feeders  can  be, set  to  give  any  desired  mixture.  On 
any  material  fit  to  be  used  in  concrete,  they  will  measure  with 
an  error  of  less  than  5  per  cent.,  an  agitator  being  provided 
in  the  sand  bin  to  prevent  damp  sand  from  bridging  over  the 
feeder,  and  preventing  its  action.  The  mixer  consists  of  a 
trough,  with  a  square  shaft,  on  which  are  mounted  37  mixing 
paddles,  which  are  slipped  on  in  rotation,  so  as  to  form  prac- 
tically a  continuous  conveyor,  but  as  each  paddle  is  distinct, 
and  is  shaped  like  the  mold  board  of  a  plow,  the  material,  as  it 
passes  from  one  to  the  next,  is  turned  over  and  stirred.  Water 
is  sprayed  into  the  mass  at  the  center  of  the  trough.  The 
result  is  a  dry  mix,  followed  by  a  wet  mix.  The  mixing  trough 
is  made  of  heavy  gage  steel,  well  reinforced,  and  practically 
indestructible.  To  take  care  of  the  discharge  of  material  while 
changing  wheelbarrows,  a  hood  is  provided  on  the  discharge 
end  of  the  machine,  which  can  be  lowered,  and  will  hold  about 
a  wheelbarrow  load. 

Gravity  Mixers. — Gravity  mixers  are  constructed  in  two 
general  forms.  .  The  first  form  is  a  trough  whose  bottom  or 
sides  or  both  are  provided  with  pegs,  deflectors  or  other  de- 
vices for  giving  the  material  a'  zig-zag  motion  as  it  flows 
down  the  trough.  The  second  form  consists  of  a  series  of 
hoppers  set  one  above  the  other  so  that  the  batch  is  spilled 
from  one  into  the  next  and  is  thus  mixed. 

The  chief  advantage  claimed  for  gravity  mixers  is  that  no 
power  is  required  to  operate  them.  This  is  obviously  so  only 
in  the  sense  that  gravity  mixers  have  no  power-operated 
moving  mechanism,  and  the  fact  should  not  be  overestimated. 
The  cost  of  power  used  in  the  actual  performance  of  mixing  is 
a  very  small  item.    The  distance  between  feed  and  discharge 
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levels  is  always  greater  for  gravity  mixers  than  for  machine 
mixers,  and  the  power  required  to  raise  the  concrete  materials 
the  excess  height  may  easily  be  greater  than  the  power  re- 
quired to  operate  a  machine  mixer.  On  the  other  hand  the 
simplicity  of  the  gravity  mixer 
insures  low  maintenance  costs. 
Gllbreth  Trough  Mixer. — 
Figure  23  shows  the  construc- 
tion of  one  of  the  best  known 
makes  of  gravity  mixers  of 
the  trough  form.  In  operation 
the  cement,  sand  and  stone  in 
the  proper  proportions  are 
spread  in  superimposed  layers 
on  a  shoveling  board  at  hop- 
per level  and  are  then  shov- 
eled as  evenly  as  possible  into 
the  hopper.  From  the  hopper 
the  materials  flow  down  the 
trough,  receiving  the  water 
about  half  way  down,  and  are 
mixed  by  being  cut  and  turned 
by  the  pins  and  deflectors.  The 
trough  of  the  mixer  is  about 
10  ft.  long. 

Mains    Gravity    Mi.rer. — The 
form  of  gravity  mixer  made  by 
the  Hains  Concrete  Mixer  Co., 
Washington,  D.  C,   is    sliown 
by  Figs.  24  and  25.  The  charge 
passes  through  the  hoppers  in 
succession.     Considering     first 
the  stationary  plant,  shown  by 
Fig.  24,  the  four  hoppers     at 
the  top   have  a   combined   ca- 
pacity of  one  of  the  lower  hop- 
pers.    Each  top  hopper  is  charged   with   cement,   sand   and 
stone  in  the  order  named  and   Jn  the     proper     proportions. 
Water  is  then  dashed     over  the  tops  of     the   filled  hoppers 
and    they    are    dumped     simultaneously     into     the     hopper 
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next  below.  This  hopper  is  then  discharged  into  the 
next  and  so  on  to  the  bottom.  Meanwhile  the  four  top  hop- 
pers have  been  charged  with  materials  for  another  batch.  It 
will  be  observed  that  (i)  the  concrete  is  mixed  in  separate 
batches  and  (2)  the  ingredients  making  a  batch  are  accurately 
piroportioned  and  begin  to  be  mixed  for  the  whole  batch  at 
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5ida  Elavortion. 
Fig.  24.--HalnB  Gravity  Mlier,  Fixed  Hopper  Form, 
once.  The  best  arrangement  is  to  have  the  top  of  the  hopper 
tower  carry  sand  and  stone  bins  which  chute  directly  into  the 
top  hoppers.  In  the  telescopic  mixer  shown  by  Y'\%.  25  the 
purpose  has  been  to  provide  a  mixer  which,  hung  from  a 
derrick  or  cableway,  will  receive  a  charge  of  raw  materials 
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at  stock  pile  and  deliver  a  batch  of  mixed  concrete  to  the 
work,  the  operation  of  mixing  being  performed  during  the 
hoist  to  the  work.  By  providing  two  mixers  so  that  one  can 
be  charged  while  the  other  is  being  hoisted  continuous  opera- 
tion is  secured.  The  following  are  records  of  operation  of  sta- 
tionary gravity  mixers  of  this  type. 

In  building  a  dock  at  Baltimore,  Md.,  a  plant  consisting  of 
two  large  hoppers  and  four  charging  hoppers  with  sand  and 
stone  bins  above  was  used.  One  man  at  each  large  conical 
hopper  tending  the  gates  and  two  men  charging  the  four 
pyramidal  hoppers  composed  the  mixer  gang.    A  scow  load  of 


¥ig.  25. — Halna  Gravity  MExer,  Telescoping  Hopper  Form. 

sand  and  another  of  stone  were  moored  alongside  the  work 
and  a  clam-shell  bucket  dredge  loaded  the  material  from  these 
barges  into  the  mixer  bins.  Each  batch  was  25  cu.  ft.  of  1-2-5 
concrete  rammed  in  place.  The  men  at  the  upper  hoppers 
would  empty  a  sack  of  cement  in  each,  and  then  by  opening 
gates  in  the  bottom  of  the  bins  above,  allow  the  necessary 
amounts  of  sand  and  stone  to  flow  in,  marks  having  been 
previously  made  on  the  sides  of  the  hoppers  to  show  the  cor- 
rect proportion  of  each  of  the  ingredients.     The  amount  of 
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water  found  by  experience  to  be  necessary,  would  then 
be  dashed  into  the  hoppers,  and  the  charges  allowed  to  run 
into  the  first  cone  hopper  below.  Refilling  would  begin  at  the 
iiop  while  the  men  were  caring  for  the  first  charge  in  the 
lower  hoppers.  The  process  was  thus  continuous.  The  con- 
crete was  chuted  directly  into  place  from  the  bottom  hopper. 
The  record  of  output  was  110  batches  per  lo-hour  day.  Wages 
of  common  labor  were  $1.50  per  day.  The  labor  cost  per  cubic 
yard  of  concrete  in  place  was  35  cts. 

In  constructing  the  Cedar  Grove  reservoir  at  Newark,  N.  J., 
a  Hains  mixer  made  the  following  records  of  output : 

Cu.  vds. 

Best  output  per  lo-hour  day 403 

Average  daily  output  for  best  month  . . . . ! 302 

Average  daily  output  for  whole  job  225 

The  stone,  sand  and  cement  were  all  raised  by  bucket  ele- 
vators to  the  top  of  the  high  wooden  tower  that  supported  the 
bins  and  mixer.  There  were  10  men  operating  the  mixer  so 
that  (exclusive  of  power,  interest  and  depreciation)  the  labor 
cost  of  mixing  averaged  only  7  cts.  per  cu.  yd. ;  during  one 
month  it  was  as  low  as  5  cts.  per  cu.  yd.  This  does  not  in- 
clude delivering  the  materials  to  the  men  at  the  mixer,  nor 
does  it  include  conveying  the  concrete  away  and  placing  it. 
The  work  was  done  by  contract. 

OUTPUT  OF  MIXERS.— With  a  good  mixer  the  output 
depends  upon  the  methods  of  conveying  the  materials  to  and 
from  the  mixer.  Most  makers  of  mixers  publish  capacities  of 
their  machines  in  batches  or  cubic  yards  output  per  hour; 
these  figures  may  generally  be  taken  as  stating  nearly  the 
maximum  output  possible.  Considering  batch  mixers,  as 
being  the  type  most  commonly  used,  it  may  be  assumed  that 
where  the  work  is  well  organized  and  no  delay  occurs  in  de- 
livering the  materials  to  the  mixer  that  a  batch  every  2  min- 
utes, or  300  batches  in  10  hours,  will  be  averaged,  and  there 
are  a  few  records  of  a  batch  every  1J/2  minutes. 

To  illustrate  to  how  great  an  extent  the  output  of  a  mixer 
depends  on  the  methods  adopted  in  handling  the  materials 
to  and  from  the  mixer  we  compare  two  actual  cases  that  came 
under  the  authors'  observation.  The  mixers  used  were  of 
the  same  size  and  make.    In  one  case  the  stone  was  shoveled 
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into  the  charging  hopper  by  four  men  and  the  sand  and  cement 
were  delivered  in  barrows  by  four  other  men ;  six  men  took 
the  concrete  away  in  wheelbarrows.  The  output  of  the  mixer 
was  one  batch  every  5  minutes,  or  120  batches,  or  60  cu.*  yds., 
in  10  hours.  In  the  other  case  the  sand  and  the  stone  were 
chuted  directly  into  the  charging  hopper  from  overhead  bins 
and  the  mixer  discharged  into  one-batch  buckets  on  cars.  The 
output  of  the  mixer  was  one  batch  every  2  minutes,  or  300 
batches  in  10  hours.  In  the  first  case  the  capacity  of  the 
mixer  was  limited  by  the  ability  of  a  gang  of  workable  size 
to  get  the  raw  materials  to  and  the  mixed  concrete  away 
from  the  mixer.  In  the  second  case  the  capacity  was  limited 
only  by  the  amount  of  mixing  deemed  necessary. 

While  the  necessity  of  rapid  charging  of  a  mixer  to  secure 
its  best  output  is  generally  realized  it  is  often  forgotten  that 
the  rapidity  of  discharge  is  also  a  factor  of  importance.  The 
size  of  the  conveyor  by  which  the  concrete  is  removed  affects 
the  time  of  discharge.  By  timing  a  string  of  wheelbarrows 
in  line  the  authors  have  found  that  it  takes  about  7  seconds  to 
fill  each  barrow ;  as  a  rule  slight  delays  will  increase  this 
time  to  10  seconds.  With  a  load  of  i  cu.  ft.  per  barrow  it 
requires  13  barrow  loads  to  take  away  a  J^  cu.  yd.  batch. 
This  makes  the  time  of  discharging  a  batch  130  seconds,  or 
say  2  minutes.  The  same  mixer  discharging  into  a  batch  size 
bucket  will  discharge  in  15  to  20  seconds,  saving  at  least  1J/2 
minutes  in  discharging  each  batch. 

MIXER  EFFICIENCY.— Various  attempts  have  been 
made  to  rate  the  efficiency  of  concrete  mixers.  In  all  cases 
a  percentage  basis  of  comparison  has  been  adopted ;  arbitrary 
values  are  assigned  to  the  several  functions  of  a  mixer,  such 
as  40  per  cent,  for  perfect  mixing,  10  per  cent,  for  time  of 
mixing  and  25  per  cent,  for  control  of  water,  the  total  being 
100  per  cent.,  and  each  mixer  analyzed  and  given  a  rating 
according  as  it  is  considered  to  approach  the  full  value  of  any 
function.  Such  percentage  ratings  are  unscientific  and  mis- 
leading; they  present  definite  figures  for  what  are  mere 
arbitrary  determinations.  The  values  assigned  to  the  several 
functions  are  purely  arbitrary  in  the  first  place,  and  in  the 
second  place  the  decision  as  to  how  near  those  values  any 
mixer  approaches  are  matters  of  personal  judgment. 
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The  most  efficient  mixer  is  the  one  that  gives  the  maximum 
product  of  standard  quality  at  the  least  cost  for  production. 

This  rule  recognizes  the  fact  that  in  practical  construction 
different  standards  of  quality  are  accepted  for  different  kinds 
of  work.  No  engineer  demands,  for  example,  the  same  quality 
of  mixture  for  a  pavement  base  that  he  does  for  a  reinforced 
concrete  girder.  If  mixer  A  turns  out  concrete  of  a  quality 
suitable  for  pavement  base  cheaper  than  does  mixer  B,  then  it 
is  the  more  efficient  mixer  for  the  purpose,  even  though  mixer 
B  will  make  the  superior  quality  of  concrete  required  for  a 
reinforced  girder  while  mixer  A  will  not.  This  method  of  de- 
termining efficiency  holds  accurate  for  any  standard  of  quality 
that  may  be  demanded. 


CHAPTER  V. 

METHODS  AND  COST  OF  DEPOSITING  CONCRETE 
UNDER  WATER  AND  OF  SUBAQUEOUS 

GROUTING. 

Mixed  concrete  if  emptied  loose  and  allowed  to  sink  through 
water  is  destroyed ;  the  cement  paste  is  washed  away  and  the 
sand  and  stone  settle  onto  the  bottom  more  or  less  seggre- 
gated  and  practically  without  cementing  value.  In  fact,  if 
concrete  is  deposited  with  the  utmost  care  in  closed  buckets 
and  there  is  any  current  to  speak  of  a  considerable  portion  of 
cement  is  certain  to  wash  out  of  the  deposited  mass.  Even 
in  almost  still  water  some  of  the  cemenf  will  rise  to  the  sur- 
face and  appear  as  a  sort  of  milky  scum,  commonly  called 
laitance.  Placing  concrete  under  water,  therefore,  involves 
the  distinctive  task  of  providing  means  to  prevent  the  wash- 
ing action  of  the  water.  It  is  also  distinguished  from  work 
done  in  air  by  the  fact  that  it  cannot  be  compacted  by  ram- 
ming, but  the  main  problem  is  that  of  preventing  wash  dur- 
ing and  after  placing. 

DEPOSITING  IN  CLOSED  BUCKETS —Special  buckets 
for  depositing  concrete  under  water  are  made  by  several  man- 
ufacturers of  concrete  buckets.  These  buckets  vary  in  detail 
but  are  all  similar  in  having  doors  to  close  the  concrete  away 
from  the  water  and,  generally,  in  being  bottom  dumping. 

The  bucket  shown  by  Fig.  26  was  designed  by  Mr.  John 
F.  O'Rourke,  and  is  built  by  the  Cockburn  Barrow  &  Ma- 
chine Co.,  of  Jersey  City,  N.  J.  This  bucket  was  used  in  de- 
positing the  concrete  for  the  City  Island  Bridge  foundations 
described  in  Chapter  XII  and  also  in  a  number  of  other  works. 
It  consists  of  a  nearly  cubical  shell  of  steel  open  at  top  and 
bottom,  and  having  heavy  timbers  rivetted  around  the  bottom 
edges.  The  open  top  has  two  flat  flap  doors.  Two  similar 
doors  hinged  about  midway  of  the  sides  close  to  form  a  V- 
shaped  hopper  bottom  inside  the  shell  and  serve  when  open,  to 
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close  the  openings  in  the  sides  of  the  shell.  In  loading  the 
bucket  the  bottom  doors  are  drawn  inward  and  upward  by 
the  chains  and  held  by  a  temporary  key.  The  loaded  bucket 
is  then  lifted  by  the  bail  and  the  key  removed,  since  when 
suspended  the  pull  on  the  bail  holds  the  chains  taut  and  the 
doors  closed.  As  soon  as  the  bucket  rests  on  the  bottom  the 
pull  of  the  concrete  on  the  doors  slides  the  bail  down  and  the 
doors  swing  downward  and  back  discharging  the  concrete. 
The  timbers  around  the  bottom  edges  keep  the  bucket  from 
sinking  into  the  deposited  concrete,  and  the  doors  and  shell 
exclude  all  water  from  the  batch  until  it  is  finally  in  place. 


PIB-   28.— O'Rourke   Bucket   for   Depositing   Concrete   Under   Water. 

The  subaqueous  concrete  bucket  shown  by  Figs,  27  and  28 
is  made  by  the  Cyclopean  Iron  Works  Co.,  Jersey  City,  N.  J. 
Fig.  27  shows  the  bucket  suspended  full  ready  for  lowering; 
the  cover  is  closed  and  latched  and  the  bail  is  held  vertical  by 
the  taig  line  catch  A.  Other  points  to  be  noted  are  the  eccen- 
tric pivoting  of  the  bail,  the  latch  unlocking  lever  and  roller 
B  and  C,  and  the  stop  D.  In  the  position  shown  the  buckt;^, 
is  lowered  through  the  water  and  when  at  the  proper  depth 
just  above  bottom  the  tag  line  is  given  a  sharp  pull,  uncatch- 
ing  the  bail.     The  body  of  the  bucket  turns  bottom  side  up, 


88  CONCRETE    CONSTRUCTION. 

revolving  on  the  bail  pivots,  and  just  as  the  revolution  is  com- 
pleted the  bail  engages  the  roller  C  on  the  latch  unlocking 
lever  and  swings  the  lever  enough  to  unlatch  the  top  and  al- 
low it  to  swing  down  as  shown  by  Fig.  z8  and  release  the  con- 
crete. The  stop  D  keeps  the  body  of  the  bucket  from  swing- 
ing beyond  the  vertical  in  dumping. 


-„.    __.— Cyclojiean    Bucktt   (or 
Deptsliing    C'uncrete    L'nder 


Wacer    (Closi'il  Water    (Ouen 


Figures  29  and  30  show  the  subaqueous  concrete  bucket 
made  by  the  G,  L,  Stuebner  Iron  Works,  Long  Island  City, 
N,  Y, ,  essentially  the  same  bucket,  omitting  the  cover  and 
with  a  peaked  bail,  is  used  for  work  in  air.  For  subaqueous 
work  the  safety  hooks  A  are  lifted  from  the  angles  B  and 
wired  to  the  bail  in  the  position  shown  by  the  dotted  lines,  and 
a  tag  line  is  attached  to  the  handle  bar  C  The  bucket  being 
filled  and  the  cover  placed  is  lowered  through  the  water  to  the 
bottom  and  then  discharged  by  a  pull  on  the  tag  line. 


SUBAQUEOUS  CONCRETING. 


89 


DEPOSITING  IN  BAGS.— Two  methods  of  depositing 
concrete  in  bags  are  available  to  the  engineer;  one  method  is 
to  employ  a  bag  of  heavy  tight  woven  material,  from  which 
the  concrete  is  emptied  at  the  bottom,  the  bag  serving  like  the 
buckets  previously  described  simply  as  means  of  conveyance, 
and  the  other  method  is  to  use  bags  of  paper  or  loose  woven 
gunnysack  which  are  left  in  the  work,  the  idea  being  that  the 
paper  will  soften  or  the  cement  will  ooze  out  through  the 
openings  in  the  cloth  sufficiently  to  bond  the  separate  bagfuls 
into  a  practically  solid  mass. 
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Fig.    29. — Stuebner    Bucket   for 
Deposltingr   Concrete    Under 
Water   (Closed 
Position). 


Fig.   30.— Stuebner  Bucket   for 
Depositlne    Concrete    Under 
water  (Open 
Position). 


The  bag  shown  by  Fig.  31  was  used  to  deposit  concrete 
for  leveling  up  a  rough  rock  bottom  and  so  provide  a  footing 
for  a  concrete  block  pier  constructed  in  1902  at  Peterhead, 
X.  B.,  by  Mr.  William  Shield,  M.  Inst.  C.  E.  Careful  longi- 
tudinal profiles  were  taken  of  the  rock  bottom  one  at  each 
edge  of  the  footing.  Side  forms  were  then  made  in  20-ft. 
sections  as  shown  by  Fig.  32 ;  the  lagging  boards  being  cut  to 
fit  the  determined  profile  and  the  top  of  the  longitudinal  piece 
being  flush  with  the  top  of  the  proposed  footing.  The  con- 
crete was  filled  in  between  the  side  forms  and  leveled  off  by 
the  T-rail  straightedge.  In  placing  the  side  forms  the  long- 
itudinal pieces  were  placed  by  divers  who  were  given  the 
proper  elevations  by  level  rods  having  10  to  15-ft.  extension 
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pieces  to  raise  the  targets  above  the  water  surface.  When 
leveled  the  side  pieces  were  anchor-bolted  as  shown  to  the 
rock,  the  anchor-bolts  being  wedged  into  the  holes  to  permit 
future  removal.    The  concrete  was  then  lowered  in  the  bag 
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Fig.-  31.— Bag  for  Depositing  Concrete  Under  Water. 

shown  by  Fig.  31,  the  divers  assisting  in  guiding  the  bag  to 
position.  The  mouth  of  the  bag  being  tied  by  one  turn  of  a 
line  having  loops  through  which  a  wooden  key  is  slipped  to 
hold  the  line  tight,  a  sharp  tug  on  the  tripping  rope  loosens 


Fig.  32. — Form  for  Molding    Footing  for  Block  Concrete  Breakwater. 

the  key  and  empties  the  bag.  The  bags  used  on  this  work  had 
a  capacity  of  2j4  cu.  ft.  To  permit  the  removal  of  the  side 
forms  after  the  concrete  had  hardened,  a  strip  of  jute  sacking 
was  spread  against  the  lagging  boards  with  a  flap  extending 
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IS  to  18  ins.  under  the  concrete.    The  forms  were  removed  by 

divers  who  loosened  the  anchor  bolt  wedges. 

la  placing  small  amounts  of  concrete  for  bridge  foundations 
in  Nova  Scotia,  bags,  made  of  rough 
brown  paper  were  used  to  Hold  the  con- 
crete. Each  bag  held  about  i  cu.  ft.  The 
bags  were  made  up  quickly  and  dropped 
into  the  water  one  after  the  other  so  that 
the  following  one  was  deposited  before 
the  cement  escaped  from  the  former  one. 
The  paper  was  immediately  destroyed  by 
submersion  and  concrete  remained.  The 
bags  cost  $1.35  per  hundred  or  35  cts.  per 
cu.  yd.  of  concrete.  Concrete  was  thus 
deposited  in  18  ft.  of  water  without  a 
diver. 

DEPOSITING  THROUGH  A 
TREMIE. — A  tremie  consists  of  a  tube 
of  wood  or,  better,  of  sheet  metal,  which 
reaches  from  above  the  surface  to  the 
.  bottom  of  the  water ;  it  is  operated  by  fill- 
ing the  tube  with  concrete  and  keeping  it 
full  by  successive  additions  while  allow- 
ing the  concrete  to  flow  out  gradually  at 
the  bottom  by  raising  the  tube  slightly  to 
provide  the  necessary  opening.  A  good 
example  of  a  sheet  steel  tremie  is  shown 
by  Fig.  33.  This  tremie  was  used  by  Mr. 
Wm.  H.  Ward  in  constructing  the  Har- 
vard Bridge  foundations  and  numerous 
other  subaqueous  structures  of  concrete. 
In  these  works  the  tube  was  suspended 
from  a  derrick.  Wheelbarrows  filled  the 
tube  and  hopper  with  concrete  and  kept 
e\s.  3s.-9t«i  Tremie  tbem  full ;  the  derrick  raised  the  tube  a 
"or  DepoHiting  Concrete  fg^  inches  and  swung  it  gently  so  as  to 
Under     Bter.        n,Qve  it  slowly  over  the  area  to  be  filled. 

Care  being  taken  to  keep  the  tube  at  one  height,  the  concrete 

was  readily  deposited  in  even  layers.    Concrete  thus  deposited 
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in  i8  ft.  of  water  was  found  to  be  level  and  solid  on  ptimping 
the  pit  dry. 

Another  method  of  handling  a  tremie  was  employed  in  ccr 
structing  the  foundations  for  the  Charlestown  Bridge  at  Bo^ 
ton.  Mass.  Foundation  piles  were  driven  and  sawed  off  under 
water.  A  frame  was  built  above  water  and  supported  by  a 
curbing  attached  to  certain  piles  in  the  otiter  rows  of  the 
foundation  reserved  for  this  purpose.  In  this  frame  the  verti- 
cal members  were  Wakefield  sheet-piling  plank,  spaced  6  to 
10  ft.  apnrt,  r-.nd  connected  by  three  lines  of  double  waling 


Pit  34.— Ti<mle  and  Traveler  Used  a(  Charleslown,  Mas!...  BrldRe. 
bolted  to  the  verticals  at  three  different  heights.  This  frame 
was  lowered  to  the  bottom  so  as  to  enclose  the  bearing  piles. 
The  posts  or  verticals  were  then  driven,  one  by  one,  into  the 
bottom,  the  frame  being  Hexible  enough  to  permit  this.  The 
spaces  between  the  posts  or  verticals  were  then  filled  by  sheet- 
piling  and  the  frame  was  bolted  to  the  curbing  piles.  This 
curbing  afterward  supported  the  traveler  used  in  laying  the 
■  concrete.  Thus  a  coffer  dam  was  formed  to  receive  the  con- 
crete as  shown  in  Fig.  34.  The  1-2-5  concrete  was  de- 
posited up  to  within  5J/J  ft.  of  the  mean  low  water  level,  the 
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last  foot  being  laid  after  water  was  pumped  out.  The  tremie 
used  to  deposit  the  concrete  was  a  tube  14  ins.  in  diameter  at 
the  bottom  and  11  ins.  at  the  neck,  with  a  hopper  at  the  top. 
It  was  made  in  removable  sections,  with  outside  flanges,  and 
was  suspended  by  a  differential  hoist  from  a  truck  moving 
laterally  on  a  traveler,  Fig.  34.  The  foot  of  the  chute  rested 
on  the  bottom  until  filled  with  concrete;  then  the  chute  was 
slowly '  raised  and  the  concrete  allowed  to  run  out  into  a 
conical  heap,  more  concrete  being  dumped  into  the  hopper. 
As  the  truck  moved  across  the  traveler  a  ridge  of  concrete 
was  made;  then  the  traveler  was  moved  forward  and  another 
parallel  ridge  was  made.  The  best  results  were  obtained  when 
the  layers  were  2J/I  ft.  thick,  but  layers  up  to  6  ft.  thick  were 
laid.  If  the  layer  was  too  thick,  or  uneven,  or  If  the  chute  was 
moved  or  raised  too  quickly,  the  charge  in  the  tube  was  "lost.*' 
This  was  objectionable  because  the  charging  of  the  chute 
anew  resulted  in  "washing*'  the  cement  more  or  less  out  of  the 
concrete  until  the  chute  was  again  filled.  To  reduce  this  ob- 
jection the  contractor  was  directed  to  dump  some  neat  cement 
into  the  tube  before  filling  with  concrete.  A  canvass  piston 
was  devised  which  could  be  pushed  ahead  of  the  concrete 
when  filling  the  chute.  It  consisted  of  two  truncated  cones 
of  canvass,  one  flaring  downward  to  force  the  water  ahead, 
and  the  other  flaring  upward  to  hold  the  concrete.  The  can- 
vass was  stiffened  and  held  against  the  sides  of  the  chute  by 
longitudinal  ribs  of  spring  steel  wire ;  the  waist  was  filled  by 
a  thick  block  of  wood  to  which  all  the  springs  were  attached ; 
and  to  this  block  were  connected  additional  steel  guides  to 
prevent  overturning  and  a  rope  to  regulate  the  descent.  Very 
little  water  forced  its  way  past  this  piston  and  it  was  a  suc- 
cess, but  as  the  cost  was  considerable  and  a  piston  was  lost 
each  time,  its  use  was  abandoned  as  the  evil  to  be  avoided  did 
not  justify  the  outlay. 

The  chute  worked  best  when  the  concrete  was  mixed  not 
quite  wet  enough  to  be  plastic.  If  mixed  too  wet  the  charge 
was  liable  to  be  "lost,"  and  if  dry  it  would  choke  the  chute. 
An  excess  of  gravel  permitted  water  to  ascend  in  the  tube; 
and  an  excess  of  sand  tended  to  check  the  flow  of  concrete. 

In  constructing  the  piers  for  a  masonry  arch  bridge  in 
France  in  1888  much  the  same  method  was  followed,  except 
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that  a  wooden  tremie  i6  ins.  square  made  in  detachable  sec- 
tions was  used.  This  tremie  had  a  hopper  top  and  was  also 
provided  with  a  removable  cap  or  cover  for  the  bottom  end, 
the  latter  device  being  intended  to  keep  the  water  out  of  the 
tube  and  prevent  "washing"  the  first  charge  of  concrete.  The 
piers  were  constructed  by  first  driving  piles  and  sawing  them 
off  several  feet  above  the  bottom  but  below  water  level,  and 
then  filling  them  nearly  to  their  tops  with  broken  stone.  An 
open  box  caisson  was  then  sunk  onto  the  stone  and  embrac- 
ing the  pile  tops  and  then  filled  around  the  outside  with  more 
broken  stone.  The  caisson  was  then  filled  with  concrete 
through  the  tremie  which  was  handled  by  a  traveling  crane. 
The  crane  was  mounted  and  traveled  transversely  of  the  pier 
on  a  platform  which  in  turn  moved  along  tracks  laid  length- 
wise of  the  caisson.  The  tube  was  gradually  filled  with  con- 
crete and  lowered,  the  detachable  bottom  of  the  tube  was  then 
removed,  allowing  the  concrete  to  run  out.  The  tube  was 
first  moved  across  the  caisson  and  then  down-stream  and  back 
across  the  caisson,  and  this  operation  repeated  until  a  i6-in. 
layer  was  completed.  The  tube  was  then  raised  i6  ins.  and 
the  operations  repeated  to  form  another  layer.  There  was 
almost  no  laitance.  From  90  to  100  cu.  yds.  were  deposited 
daily. 

Still  another  example  of  tremie  work  is  furnished  by  the 
task  of  depositing  a  large  mass  of  concrete  under  water  in  the 
construction  of  the  Nussdorf  Lock  at  Vienna.  This  lock  has  a 
total  width  of  92  ft.  over  all,  and  is  49.2  ft.  clear  inside.  The 
excavation,  which  was  carried  to  a  depth  of  26.24  ft.  below 
water  level,  was  made  full  width,  between  sheet  piling,  and 
the  bottom  was  filled  in  with  rammed  sand  and  gravel,  form- 
ing a  kind  of  invert  with  its  upper  surface  horizontal  in  the 
middle  and  sloping  upwards  a  trifle  at  both  sides.  A  mass  of 
concrete  having  a  total  thickness  of  13.12  ft.  was  built  on  this 
foundation  in  the  center  where  the  upper  surfaces  were  13.12 
ft.  below  the  water  level.  Concrete  walls  were,  carried  up  at 
the  sides  of  the  lock  to  a  height  of  3.28  ft. ;  these  walls  were 
8.2  ft.  thick.  The  methods  used  in  placing  the  concrete  were 
as  follows:  Three  longitudinal  rows  of  piles  were  driven  on 
each  side  of  the  axis  of  the  lock,  these  piles  supporting  a  6-rail 
track  about  7  ft.  above  the  water  level.    Three  carriages  span- 
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ning  the  full  width  of  the  lock  transversely  moved  on  this 
track.  Each  carriage  had  three  trolleys,  one  in  each  of  the 
main  panels  of  the  transverse  pile  bends.  These  trolleys  each 
carried  a  vertical  telescopic  tube,  by  means  of  which  the  con- 
crete was  deposited  at  the  bottom  of  the  lock.  These  tubes 
or  chutes  were  of  different  lengths  in  the  three  carriages ;  the 
first  ones  deposited  the  concrete  up  to  a  level  of  23  ft.  below 
the  surface ;  the  next  set  deposited  the  concrete  between  that 
level  and  19.7  ft.,  and  the  last  set  completed  the  subaqueous 
work  up  to  the  final  height  of  16.4  ft.  below  the  surface.  The 
tops  of  the  tubes  were  level  with  a  transverse  track  extending 
the  full  length  of  the  carriage.  The  ends  of  these  tracks  just 
cleared  the  outside  rows  of  piles,  which,  on  one  side  of  the 
lock,  supported  a  distribution  track  parallel  to  the  axis  of  the 
lock.  Dump  cars  running  on  this  distribution  track  delivered 
the  concrete  to  smaller  dump  cars  on  the  carriage  tracks,  and 
in  turn  these  smaller  cars  dumped  into  either  of  these  chutes 
on  each  carriage.  The  carriages  were  moved  from  end  to  end 
of  the  lock,  the  whole  area  of  the  lock  coming  under  the  nine 
chutes,  inasmuch  as  each  chute  moved  one-third  the  length  of 
the  carriage.  The  concrete  was  deposited  in  three  horizontal 
layers  3.28  ft.  thick,  the  layers  being  built  in  comparatively 
narrow  banks,,  so  that  the  different  layers  would  key  together 
and  form  a  corrugated  mass.  The  chutes  were  shortened  as 
the  concrete  was  deposited,  three  layers  being  placed  succes- 
sively. The  main  body  of  the  bottom  and  the  side  walls  were 
built  by  this  method,  and  then  the  water  was  pumped  out  and 
a  2.3  ft.  layer  of  concrete  rammed  Over  the  bottom  and  com- 
pleted with  a  finished  surface  9  ft.  thick. 

GROUTING  SUBMERGED  STONE.—Masses  of  gravel, 
broken  or  rubble  stone  deposited  under  water  may  be  ce- 
mented into  virtually  a  solid  concrete  by  charging  the  inter- 
stices with  grout  forced  through  pipes  from  the  surface.  Mr. 
H.  F.  White  gives  the  following  records  of  grouting  sub- 
merged gravel: 

In  experiment  No.  i  a  reservoir  10  ft.  square  was  filled  to 
a  depth  of  18  ins.  with  clean  gravel  ballast  (1^-2  to  2-in.  size) 
submerged  in  water.  A  2-in.  gas  pipe  rested  on  the  gravel 
and  was  surmounted  with  a  funnel.  A  1:1  Portland  grout 
was  poured  in.    After  21  days  set  the  water  was  drawn  off, 
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and  it  was  found  that  the  grout  had  permeated  the  ballast  for 
a  space  of  8  ft.  square  at  the  bottom  and  6  ft.  square  at  the  top, 
leaving  a  small  pile  of  pure  cement  mortar  6  ins.  high  about 
the  base  of  the  pipe ;  i6  cu.  ft.  of  cement  and  i6  cu.  ft.  of  sand 
concreted  lOO  cu.  yds.  of  ballast.  In  experiment  No.  2,  under 
the  same  conditions,  a  grout  made  of  i  part  lime,  i  part  surki 
(puzzulana  or  trass)  and  i  part  sand,  was  found  to  have 
spread  over  the  entire  bottom,  lo  ft.  square,  rising  5  ins.  on  the 
sides,  and  making  the  concreted  mass  about  ^yi  ft.  square  at 
the  top ;  25  cu.  ft.  of  the  dry  materials  concreted  100  cu.  ft.  of 
ballast.  In  experiment  No.  3  the  ballast  was  2j/$  ft.  deep.  A 
grout  (using  8  cu.  ft.  of  each  ingredient)  made  as  in  experi- 
ment No.  2  covered  the  bottom,  rose  14  ins.  on  the  sides  and 
made  a  top  surface  4j4  ft.  square ;  32  cu.  ft.  of  the  dry  mate- 
rials grouted  100  cu.  ft.  of  ballast.  In  experiment  No.  4  the 
ballast  was  of  bats  and  pieces  3  or  4  ins.  in  size  laid  7  ft.  deep. 
A  grout  made  as  in  experiment  No.  2  (using  88  cu.  ft.  of  each 
ingredient)  concreted  the  whole  mass  to  a  depth  of  6  ft.  up  the 
sides,  and  2j4  ft.  square  at  the  pipe  on  the  surface  of  the  bal- 
last. Mr.  White  says  that  a  grout  containing  more  than  i 
part  of  sand  to  i  of  Portland  cement  will  not  run  freely 
through  a  2-in.  pipe,  as  the  sand  settles  out  and  chokes  the 
pipe.  Even  with  i  :i  grout  it  must  be  constantly  stirred  and  a 
steady  flow  into  the  pipe  maintained.  The  lime-trass  grout 
does  not  give  the  same  trouble. 

Mr.  W.  R.  Knipple  describes  the  work  of  grouting  rubble 
stone  and  gravel  for  the  base  of  the  Hermitage  Breakwater. 
This  breakwater  is  525  ft.  long,  50  ft.  wide  at  base  and  42  ft. 
wide  at  top,  and  68  ft.  high,  was  built  on  the  island  of  Jersey. 
Where  earth  (from  o  to  Syi  ft.  deep)  overlaid  the  granite  rock, 
it  was  dredged  and  the  trench  filled  in  with  rubble  stones  and 
gfravel  until  a  level  foundation  was  secured.  Cement  grout 
was  then  forced  into  this  filling  through  pipe  placed  8  to  10  ft. 
apart.  The  grouting  was  done  in  sections  i2j/$  ft.  long,  from 
7  to  10  days  being  taken  to  complete  each.  Upon  this  foun- 
dation concrete  blocks,  4x4x9  to  12  ft.,  were  laid  in  courses 
inclined  at  an  angle  of  68°.  The  first  four  courses  were  laid 
by  divers,  the  blocks  being  stacked  dry  two  courses  high  at  a 
time.  The  joints  below  water  were  calked  by  divers  and  above 
water  by  masons,  and  a  section  was  then  grouted.    When  two 
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courses  had  been  laid  and  grouted,  two  more  courses  were 
laid  and  grouted  in  turn,  and  so  on.  In  places,  grouting  was 
done  in  50  ft.  of  water.  The  grout  should  be  a  thick  paste ; 
a  30-ft.  column  of  g^out  will  balance  a  6o-ft.  column  of  water. 


CHAPTER  VI. 

METHODS    AND    COST    OF    MAKING    AND    USING 
RUBBLE  AND  ASPHALTIC  CONCRETE. 

Two  kinds  of  concrete  which  vary  in  copiposition  and  char- 
acter from  the  common  standard  mixtures  of  cement,  sand  and 
broken  aggregate  are  extensively  employed  in  engineering 
construction.  These  are  rubble  concrete  and  asphaltic  con- 
crete. 

RUBBLE  CONCRETE.— In  constructing  massive  walls 
and  slabs  a  reduction  in  cost  may  often  (not  always)  be  ob- 
tained by  introducing  large  stones  into  the  concrete.  Concrete 
of  this  character  is  called  rubble  concrete,  and  the  percentage 
of  rubble  stone  contained  varies  from  a  few  per  cent,  to,  in 
some  cases,  over  half  of  the  volume.  The  saving  effected 
comes  partly  from  the  reduction  in  the  cement  required  per 
cubic  yard  of  concrete  and  partly  from  the  saving  in  crushing. 

The  saving  in  cement  may  be  readily  figured  if  the  com- 
position of  the  concrete  and  the  volume  of  the  added  rubble 
stones  be  known.  A  1-23/^-5  concrete  requires  according  to 
Table  X  in  Chapter  II  1.13  bbls.  of  cement  per  cubic  yard. 
Assuming  a  barrel  of  cement  to  make  3.65  cu.  ft.  of  paste,  we 
have  3.65  X  1.13  =  4-i2  cu.  ft.  of  cement  paste  per  cubic  yard 
of  1-2J/2-5  concrete.  This  means  that  about  15  per  cent,  of 
the  volume  of  the  concrete  structure  is  cement.  If  rubble 
stone  be  introduced  to  50  per  cent,  of  the  volume,  then  the 
structure  has  about  7j/$  per  cent,  of  its  volume  of  cement.  It 
is  of  interest  to  note  in  this  connection  that  rubble  masonry 
composed  of  65  per  cent,  stone  and  35  per  cent,  of  1-2J/2  mortar 
would  have  some  iij4  per  cent,  of  its  volume  made  up  of  ce- 
ment. 

The  saving  in  crushing  is  not  so  simple  a  determination. 
Generally  speaking,  the  fact  that  a  considerable  volume  of  the 
concrete  is  composed  of  what,  we  will  call  uncrushed  stone, 
means  a  saving  in  the  stone  constituent  of  one   structure 
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amounting  to  what  it  would  have  cost  to  break  up  and  screen 
this  volume  of  uncrushed  stone,  but  there  are  exceptions.  For 
example,  the  anchorages  of  the  Manhattan  Bridge  over  the 
East  River  at  New  York  city  were  specified  to  be  of  rubble 
concrete,  doubtless  because  the  designer  believed  rubble  con- 
crete to  be  cheaper  than  plain  concrete.  In  this  case  an  eco- 
nomic mistake  was  made,  for  all  the  rubble  stone  used  had  to 
be  quarried  up  the  Hudson  River,  loaded  onto  and  shipped  by 
barges  to  the  site  and  then  unloaded  and  handled  to  the  work 
using  derricks.  Now  this  repeated  handling  of  large,  irreg- 
ular rubble  stones  is  expensive.  Crushed  stone  as  we  have 
shown  in  Chapter  IV  can  be  unloaded  from  boats  at  a  very 
low  cost  by  means  of  clam  shells.  It  can  be  transported  on  a 
belt  conveyor,  elevated  by  bucket  conveyer,  mixed  with  sand 
and  cement  and  delivered  to  the  work  all  with  very  little 
manual  labor  when  the  installation  of  a  very  efficient  plant  is 
justified  by  the  magnitude  of  the  job.  Large  rubble  stones 
cannot  be  handled  so  cheaply  or  with  so  great  rapidity  as 
crushed  stone ;  the  work  may  be  so  expensive,  due  to  repeated 
handlings,  as  to  offset  the  cost  of  crushing  as  well  as  the  extra 
cost  of  cement  in  plain  concrete.  On  the  other  haYid,  the  cost 
of  quarrying  rock  suitable  for  rubble  concrete  is  no  greater 
than  the  cost  of  quarrying  it  for  crushing — it  is  generally  less 
because  the  stone  does  not  have  to  be  broken  so  small — so  that 
when  the  cost  of  getting  the  quarried  rock  to  the  crusher  and 
the  crushed  stone  into  the  concrete  comes  about  the  same  as 
getting  the  quarried  stone  into  the  structure  it  is  absurd  prac- 
tice to  require  crushing.  To  go  back  then  to  our  first  thought, 
the  question  whether  or  not  saving  results  from  the  use  of 
rubble  concrete,  is  a  separate  problem  in  engineering  econom- 
ics for  each  structure. 

In  planning  rubble  concrete  work  the  form  of  the  rubble 
stones  as  they  come  from  the  quarry  deserves  consideration. 
Stones  that  have  flat  beds  like  many  sandstones  and  lime- 
stones can  be  laid  upon  layers  of  dry  concrete  and  have  the 
vertical  interstices  filled  with  dry  concrete  by  tamping.  It 
requires  a  sloppy  concrete  to  thoroughly  embed  stones  which 
break  out  irregularly.  In  the  following  examples  of  rubble 
concrete  work  the  reader  will  find  structures  varying  widely 
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enough  in  character  and  in  the  percentages  of  rubble  used  to 
cover  most  ordinary  conditions  of  such  work. 

Where  the  rubble  stones  are  very  large  it  is  now  customary 
to  use  the  term  "cyclopean  masonry"  instead  of  rubble  con- 
crete. Many  engineers  who  have  not  studied  the  economics 
of  the  subject  believe  that  the  use  of  massive  blocks  of  stone 
bedded  in  concrete  necessarily  gives  the  cheapest  form  of 
masonry.  We  have  already  indicated  conditions  where  ordi- 
nary concrete  is  cheaper  than  rubble  concrete.  We  may  add 
that  if  the  quarry  yields  a  rock  that  breaks  up  naturally  into 
small  sized  blocks,  it  is  the  height  of  economic  folly  to  specify 
large  sized  cyclopean  blocks.  Nevertheless  this  blunder  has 
been  frequently  made  in  the  recent  past 

Chattahoochee  River  Dam. — ^The  roll-way  portion,  680 
ft.  long,  of  the  dam  for  the  Atlanta  Water  &  Electric  Power 
Co.,  shown  in    section    by    Fig.    35,   was    built    of   a    heart- 


Fig.    35.— Diagram    Cross-Section   of  Rubble    Concrete    Dam.    Chattahoochee 

River. 

ing  of  rubble  concrete  with  a  fine  concrete  facing  and  a  rubble 
rear  wall.  The  facing,  12  ins.  thick  of  1-2-4  concrete,  gave  a 
smooth  surface  for  the  top  and  face  of  the  dam,  while  the 
rubble  rear  wall  enabled  back  forms  to  be  dispensed  with  and, 
it  was  considered,  made  a  more  impervious  masonry.  The 
concrete  matrix  for  the  core  was  a  1-2-5  stone  mixture  made 
very  wet.  The  rubble  stones,  some  as  large  as  4  cu.  yds., 
were  bedded  in  the  concrete  by  dropping  them  a  few  yards 
from  a  derrick  and  "working"  them  with  bars;  a  well  formed 
stone  was  readily  settled  6  ins.  into  a  lo-in.  bed  of  concrete. 
The  volume  of  rubble  was  from  33  to  45  per  cent,  of  the  total 
volume   of   the    masonry.     The    1-2-4   concrete   facing   was 
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brought  up  together  with  the  rubble  core,  using  face  forms 
and  templates  to  get  the  pcoper  profile.  The  work  was  done 
by  contract  and  the  average  was  5,500  cu.  yds.  of  concrete 
placed  per  month. 

Barossa  Dam,  South  Australia. — ^The  Barossa  Darii  for  the 
water-works  for  Gawler,  South  Australia,  is  an  arch  with 
a  radius  of  200  ft.,  and  an  arc  length  on  top  of  422  ft. ;    its 
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Barossa  Dam  of  Rubble  Concrete. 


Fig.  36.— Cross-Section  of 

height  above  the  bed  of  the  stream  is  95  ft.  Figure  36  is 
a  cross-section  of  the  dam  at  the  center.  The  dam  contains 
17,975  cu.  yds.  of  rubble  concrete  in  the  proportions  of  2,215 
cu.  yds.  of  rubble  stone  to  15,760  cu.  yds.  of  concrete;  thus 
about  12.3  per  cent,  of  the  dam  was  of  rubble.  The  concrete 
was  mixed  by  weight  of  i  part  cement,  i]^  parts  sand,  and  a 
varying  proportion  of  aggregate  composed  of  4,^^  parts  iJ4  to 


102  CONCRETE   CONSTRUCTION. 

2-in,  stone,  z  parts  J4  to  iJ4-i"-  stone  and  i  part  %  to  J^-in. 
stone  or  screenings.  The  sand  was  one-half  river  sand  and 
one-half  crusher  sand.  The  following  shows  the'  amounts  by 
weight  of  the  several  materials  for  each  of  the  several  classes 
of  concrete  per  cubic  yard : 

Stone 

Class,  -Excess  Mortar.    i%-2.   yi-1%.   %-}4.   Sand.    Cement. 

A   7-5%        1,500       661^     333>^      804         434 

B  12.5  M33'A    637        318         858K      463 

C 12.5  M34        637        318^       859  474 

D  15  *402        623        312         884         484 
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Fig.  37.— Apparalua  Used  for  Weighing  Conore 


Materials  at  Barosu  Dam. 


The  average  composition  of  the  concrete  was  I-IJ^-3J4.  Its 
cost  per  cubic  yard  in  place  including  rubble  was  38s  gd  per 
cu,  yd.  or  about  $9.30.  In  proportioning  the  mixture  on  the 
work  use  was  made  of  the  device  shown  by  Fig.  37  to  weigh 
the  aggregate.  The  measuring  car  is  pushed  back  under  the 
stone  hopper  chute  until  the  wheels  drop  into  shallow  notches 
in  the  balanced  track  rails;  stone  is  then  admitted  until  the 
lead  weight  begins  to  rise,  when  the  car  is  pushed  forward  and 
dumps  automatically  as  indicated. 
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Other  Rubble  Concrete  Dams. — Rubble  concrete  contain- 
ing from  55  to  60  per  cent,  rubble  was  used  in  construct- 
ing the  Boonton  Dam  at  Boonton,  N.  J.  The  stones  used 
measured  from  i  to  2^  cu.  yds.  each;  the  concrete  was 
made  so  wet  that  when  the  stones  were  dropped  into  it,  it 
flowed  into  every  crevice.  The  materials  were  all  delivered 
on  cars,  from  which  they  were  delivered  to  the  dam  by  der- 
ricks provided  with  bull-wheels.  On  the  dam  there  were  4 
laborers  and  i  mason  to  each  derrick,  and  this  gang  dumped 
the  concrete  and  joggled  the  rubble  stones  into  it.  Records 
of  125  cu.  yds.  per  10  hours,  with  one  derrick,  were  made. 
With  35  derricks,  20  of  which  were  laying  masonry  and  15 
either  passing  materials  or  being  moved,  as  much  as  21,000 
cu.  yds.  of  masonry  were  laid  in  one  month.  The  amount  of 
cement  per  cubic  yard  of  masonry  is  variously  stated  to  have 
been  0.6  to  0.75  bbl.    The  stone  was  granite. 

The  Spier  Falls  Dam  on  the  upper  Hudson  River  was  built 
of  rubble  concrete  containing  about  33  per  cent,  rubble  stone. 
The  concrete  was  a  i-2j/^-5  mixture,  and  the  engineer  states 
that  about  i  bbl.  of  cement  was  used  per  cubic  yard  of  rubble 
concrete.  This  high  percentage  of  cement  may  be  accounted 
for  by  the  fact  that  there  was  a  considerable  amount  of  rubble 
masonry  in  cement  mortar  included  in  the  total.  The  stones 
and  concrete  were  delivered  along  the  dam  by  cableways  and 
stiff-leg  derricks  set  on  the  downstream  sloping  face  of  the 
dam  delivered  them  from  the  cableways  into  place.  There 
were  two  laborers  to  each  mason  employed  in  placing  the 
materials,  wages  being  15  and  35  cts.  per  hour,  respectively. 
The  labor  cost  of  placing  the  materials  was  60  cts.  per  cubic 
yard  of  masonry.    The  stone  was  granite. 

Granite  rubble  laid  in  layers  on  beds  of  concrete  and  filled 
between  with  concrete  was  used  in  constructing  the  Hemet 
Dam  in  California.  The  concrete  was  a  1-3-6  mixture,  and 
was  thoroughly  tampfed  under  and  between  the  stones.  For 
face  work  the  stones  were  roughly  scabbled  to  shape  and  laid 
in  mortar.  The  stone  was  taken  from  the  quarry  400  ft. 
away  and  delivered  directly  on  the 'dam  by  cableways;  here 
two  derricks  handled  the  stone  into  place,  the  dam  being  only 
246  ft.  arc  length  on  top,  though  it  was  122^  ft.  high.  The 
cableways  would  take  a  lo-ton  load;  stones  could  be  taken 
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from  the  quarry,  hoisted  150  ft.  and  delivered  to  the  work  in 
40  to  60  seconds.  Common  labor  at  $1.75  per  day  y/as  used 
for  all  masonry  except  facing,  where  masons  at  $3.50  were  em- 
ployed. Cement  cost  delivered  $5  per  barrel,  of  which  from 
$1  to  $1.50  per  barrel  was  the  cost  of  hauling  23  miles  by  team 
over  roads  having  18  per  cent,  grades  in  places.  Sand  was 
taken  from  the  stream  bed  and  delivered  to  the  work  by  bucket 
conveyor.  "Under  favorable  conditions  some  of  the  masonry 
was  put  in  for  as  low  as  $4  per  cu.  yd."  There  were  31,100  cu. 
yds.  of  masonry  in  the  dam,  which  required  20,000  bbls.  of 
cement,  or  0.64  bbl.  per  cubic  yard. 

The  following  novel  method  of  making  rubble  concrete  was 
employed  in  enlarging  two  old  dams  and  in  constructing  two 
new  dams  for  a  small  water-works.  The  available  time  was 
short,  the  amount  of  work  was  too  small  and  too  scattered  to 
justify  the  installation  of  a  stone  crusher,  and  suitable  gravel 
was  not  at  hand.  Sufficient  small  boulders  in  old  walls,  and 
borrow  pits  and  on  surface  of  fields  were  available,  and  were 
used  with  thin  Portland  cement  mortar.  One  part  of  Alpha 
or  Lehigh  cement  and  three  parts  sand  were  mixed  dry  at  first 
and  then  wet  with  just  enough  water  to  make  the  resulting 
mortar  flow  by  gravity.  This  mortar  was  shoveled  into  the 
forms  continuously  by  one  set  of  men  while  other  men  were 
throwing  into  the  mortar  in  the  forms  the  boulders  which 
were  cleaned  and  broken  so  as  not  to  be  more  than  7  ins.  long. 
In  general  the  performance  was  continuous.  Three  mortar 
beds  were  placed  parallel  with,  and  against,  one  side  of  the 
forms,  with  spaces  of  about  4  ft.  between  the  ends  of  the  beds. 
The  boulders  were  dumped  on  the  opposite  side  of  the  forms. 
Two  men  shoveled  in  all  the  mortar  and  did  nothing  else. 
While  they  were  emptying  one  bed  the  mortar  was  being 
mixed  in  the  preceding  bed  by  two  other  men  and  the  ma- 
terials placed  in  the  third  bed  by  still  others.  Another  gang 
was  continually  throwing  in  the  boulders  and  small  stones 
and  still  another  was  breaking  stone.  One  man  should  keep 
the  mortar  well  stirred  while  the  bed  is  being  emptied.  About 
20  men  were  necessary  to  do  all  parts  of  the  work.  The  forms 
were  of  2-ih.  planed  plank  tongued  and  grooved.  Especial 
pains  were  taken  to  make  the  forms  tight,  and  all  leaks  that 
appea'-ed  were  quickly  stopped  with  dry  cement.    Some  pains 
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were  taken  to  prevent  a  flat  side  of  large  stones  from  coming 
in  direct  contact  with  the  forms,  but  round  boulders  and  small 
stones  needed  no  care  to  prevent  their  showing  in  the  finished 
work. 

In  conclusion  it  is  interesting  to  note,  perhaps,  the  earliest 
use  of  rubble  concrete  for  dam  construction  in  this  country  in 
constructing  the  Boyd's  Corner  Dam  on  the  Croton  River  near 
New  York.  This  dam  was  begun  in  1867  and  for  a  time  rubble 
concrete  was  used,  but  was  finally  discontinued,  due  to  the 
impression  that  it  might  not  be  water-tight.     The  specilica- 


F\s.  3S.— Bridee  Abutment  uf  Rubble  Concrete. 

tions  called  for  dry  concrete  to  be  thoroughly  rammed  in  be- 
tween the  rubble  stones,  and  to  give  room  for  this  ramming 
the  contractor  was  not  permitted  to  lay  any  two  stones  closer 
together  than  12  ins.  As  a  result  not  more  than  33  per  cent, 
of  the  concrete  was  rubble. 

Abutment  for  Railway  Bridge. — Figure  38  shows  a  bridge 
abutment  built  of  rubble  concrete  at  a  cost  of  about  $4.50  per 
cu.  yd.  The  concrete  was  a  1-21^-4^  mixture  laid  in  4-in. 
layers.     On  each  layer  were  laid  large  rubble  stones  bedded 
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flat  and  spaced  to  give  6-in.  vertical  joints ;  the  vertical  joints 
were  filled  with  concrete  by  ramming  and  then  another  layer 
of  concrete  placed  and  so  son.  A  force  of  28  men  and  a  fore- 
man averaged  40  cu.  yds.  of  rubble  concrete  per  day.  The 
following  is  the  itemized  cost  per  cubic  yard,  not  including 
forms,  for  278  cu.  yds : 

Item.  Per  Cu.  Yd. 

0.82  bbls.  cement,  at  $2.60 $2.14 

0.22  cu.  yd.  sand,  at  $1.00 0.22 

0.52  cu.  yd.  broken  stone,  at  $0.94 0.49 

0.38  cu.  yd.  rubble  stone,  at  $0.63 0.24 

Water   0.07 

Labor,  at  15  cts.  per  hour 1.19 

Foreman 0.09 

Total  $4.44 

Some  English  Data  on  Rubble  Concrete. — Railway  work, 
under  Mr.  John  Strain,  in  Scotland  and  Spain,  involved  the 
building  of  abutments,  piers  and  arches  of  rubble  concrete. 
The  concrete  was  made  of  i  part  cement  to  5  parts  of  ballast, 
the  ballast  consisting  of  broken  stone  or  slag  and  sand  mixed 
in  proportions  determined  by  experiment.  The  materials  were 
mixed  by  turning  with  shovels  4  times  dry,  then  4  times  more 
during  the  addition  of  water  through  a  rose  nozzle.  A  bed  of 
concrete  6  ins.  thick  was  first  laid,  and  on  this  a  layer  of  rubble 
stones,  no  two  stones  being  nearer  together  than  3  ins.,  nor 
nearer  the  forms  than  3  ins.  The  stones  were  rammed  and 
probed  around  with  a  trowel  to  leave  no  spaces.  Over  each 
layer  of  rubble,  concrete  was  spread  to  a  depth  of  6  ins.  The 
forms  or  molds  for  piers  for  a  viaduct  were  simply  large  open 
boxes,  the  four  sides  of  which  could  be  taken  apart.  The  depth 
of  the  boxes  was  uniform,  and  they  were  numbered  from  the 
top  down,  so,  that,  knowing  the  height  of  a  given  pier,  the 
proper  box  for  the  base  could  be  selected.  As  each  box  was 
filled,  the  next  one  smaller  in  size  was  swung  into  place  with 
a  derrick.  The  following  bridge  piers  for  the  Tharsis  & 
Calanas  Railway  were  built : 
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Length  Height      No.       Cu.  Yds.      Weeks 
of  of  of  in  to 

Name.  Bridge.  Piers.     Spans.       Piers.  Build. 

Ft.         Ft. 
Tamujoso  River...  435         28         12  1,737  I4j4 

Oraque 423         31  11  1,590  15 

Cascabelero    480     30  to  80     10  2,680  21 

No.  16 294     28  to  50      7  1,046  163^ 

Tiesa    165     16  to  23       8  420  4 

It  is  stated  that  the  construction  of  some  of  these  piers  in 
ordinary  masonry  would  have  taken  four  times  as  long.  The 
rock  available  for  rubble  did  not  yield  large  blocks,  conse- 
quently the  percentage  of  pure  concrete  in  the  piers  was  large, 
averaging  70  per  cent.  In  one  case,  where  the  stones  were 
smaller  than  usual,  the  percentage  of  concrete  was  76/2  per 
cent.  In  other  work  the  percentage  has  been  as  low  as  55 
per  cent.,  and  in  still  other  work  where  a  rubble  face  work  was 
used  the  percentage  of  concrete  has  been  40  per  cent. 

In  these  piers  the  average  quantities  of  materials  per  cubic 
yard  of  rubble  concrete  were : 

448  lbs.  (0.178  cu.  yd.)  cement. 

0.36  cu.  yd.  sand. 

0.68  cu.  yd.  broken  stone  (measured  loose  in  piles). 

0.30  cu.  yd.  rubble  (measured  solid). 

Several  railway  bridge  piers  and  abutments  in  Scotland  are 
cited.  In  one  of  these,  large  rubble  stones  of  irregular  size 
and  weighing  2  tons  each  were  set  inside  the  forms,  3  ins. 
away  from  the  plank  and  3  ins.  from  one  another.  The  gang 
to  each  derrick  was:  i  derrick  man  and  i  boy,  i  mason  and 
10  laborers,  and  about  one-quarter  of  the  time  of  i  carpenter 
and  his  helper  raising  the  forms.  For  bridges  of  400  cu.  yds., 
the  progress  was  12  to  15  cu.  yds.  a  day.  The  forms  were 
left  in  place  10  days. 

To  chip  off  a  few  inches  from  the  face  of  a  concrete  abut- 
ment that  was  too  far  out,  required  the  work  of  i  quarryman 
5  days  per  cu.  yd.  of  solid  concrete  chipped  off. 

Concrete  was  used  for  a  skew  arch  over  the  River  Dochart, 
on  the  Killin  Railway,  Scotland.  There  were  5  arches,  each 
of  30  ft.  span  on  the  square  or  42  ft.  on  the  skew,  the  skew 
being  45®.    The  piers  were  of  rubble  concrete.    The  concrete 
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in  the  arch  was  wheeled  300  ft.  on  a  trestle,  and  dumped  onto 
the  centers.  It  was  rammed  in  6-in.  layers,  which  were  laid 
corresponding  to  the  courses  of  arch  stones.  As  the  layers 
approached  the  crown  of  the  arch,  some  difficulty  was  experi- 
enced in  keeping  the  surfaces  perpendicular.  Each  arch  was 
completed  in  a  day. 

In  a  paper  by  John  W.  Steven,  in  Proc.  Inst.  C.  E.,  the  fol- 
lowing is  given : 

Concrete 

Per 
Cu.  Yd. 

Ardrossan  Harbor $6.00 

Irvine  Branch 7.0a 

Calanas  &  Tharsis  Ry . . .  7.08 
Mr.  Martin  Murphy  describes  some  bridge  foundations  in 
Nova  Scotia.  Rubble  concrete  was  used  in  some  of  the  piers. 
The  rubble  concrete  consisted  of  i  part  cement,  2  parts  sand, 
I  part  clean  gravel,  and  5  parts  of  large  stones  weighing  20 
lbs.  each  and  upwards.  The  sand,  cement  and  gravel  were 
turned  three  times  dry  and  three  times  wet,  and  put  into  the 
forms.  The  rubble  stones  were  bedded  in  the  concrete  by 
hand,  being  set  on  end,  2  or  3  ins.  apart.  No  rubble  stones 
were  placed  within  6  ins.  of  the  forms,  thus  leaving  a  face  of 
plain  concrete ;  and  the  rubble  stones  were  not  carried  higher 
than  18  ins.  below  the  top  of  the  pier.  One  cubic  yard  of  this 
rubble  concrete  required  0.8  to  0.9  bbl.  of  cement. 

ASPHALT  CONCRETE.— Asphalt  or  tar  concrete  in 
which  steam  cinders  or  broken  stone  or  gravel  and  sand  are 
mixed  with  asphaltum  or  tar  instead  of  cement  paste  are  used 
to  some  extent  in  lining  reservoirs,  constructing  mill  floors, 
etc.  Such  mixtures  differ  in  degree  only  from  the  mixtures 
used  for  asphalt  street  paving,  for  discussion  of  which  the 
various  books  on  paving  and  asphalts  should  be  consulted. 
The  two  examples  of  asphalt  concrete  work  given  here  are 
fairly  representative  of  the  mixtures  and  methods  employed 
for  concrete  work  as  distinguished  from  asphalt  work. 

Slope  Paving  for  Earth  Dam. — Mr.  Robert  B.  Stanton  de- 
scribes a  small  log  dam  faced  upstream  with  earth,  upon  which 
was  laid  an  asphalt  concrete  lining  to  make  it  water  tight.  The 
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stone  was  broken  to  i-in.  pieces,  all  the  fines  being  left  in  and 
sufficient  fine  material  added  to  fill  the  voids.  The  stone  was 
heated  and  mixed  in  pans  or  kettles  from  a  street  paving  out- 
fit; and  the  asphaltum  paste,  composed  of  4  parts  California 
refined  asphaltum  and  i  part  crude  petroleum,  was  boiled  in 
another  kettle.  The  boiling  hot  paste  was  poured  with  ladles 
over  the  hot  stone,  and  the  whole  mixed  over  the  fire  with 
shovels  and  hoes.  The  asphalt  concrete  was  taken  away  in 
hot  iron  wheelbarrows,  placid  in  a  4-in.  layer  rammed  and 
ironed  with  hot  irons.  The  concrete  was  laid  in  strips  4  to  6 
ft.  wide,  the  edges  being  coated  with  hot  paste.  After  the 
whole  reservoir  was  lined,  it  was  painted  with  the  asphalt 
paste,  boiled  much  longer,  until  when  cold  it  was  hard  and 
brittle,  breaking  like  glass  under  the  hammer.  This  paste  was 
put  on  very  hot  and  ironed  down.  It  should  not  be  more 
than  ^-in.  thick  or  it  will  "creep*'  on  slopes  of  i^  to  i.  After 
two  hot  summers  and  one  cold  winter  there  was  not  a  single 
crack  anywhere  in  the  lining.  A  mixture  of  sand  and  asphalt 
will  creep  on  slopes  of  ij/^  to  i,  but  asphalt  concrete  will  not. 
With  asphalt  at  $20  a  ton,  and  labor  at  $2  a  day,  the  cost  was 
15  cts.  a  sq.  ft.  for  4-in.  asphalt  concrete.  On  a  high  slope  Mr. 
Stanton  recommends  making  slight  berms  every  6  ft.  to  sup- 
port the  concrete  and  prevent  creeping.  Asphalt  concrete  re- 
sists the  wear  of  wind  and  water  that  cuts  away  granite  and 
iron. 

Base  for  Mill  Floor. — In  constructing  17,784  sq.  ft.  of  tar 
concrete  base  for  a  mill  floor,  Mr.  C.  H.  Chadsey  used  a  sand, 
broken  stone  and  tar  mixture  mixed  in  a  mechanical  mixer. 
The  apparatus  used  and  the  mode  of  procedure  followed  were 
as  follows: 

Two  parallel  8-in.  brick  walls  26  ft.  long  were  built  4  ft. 
apart  and  2)^^  ft.  high  to  form  a  furnace.  On  these  walls  at 
one  end  was  set  a  4x6x2  ft.  steel  plate  tar  heating  tank.  Next 
to  this  tank  for  a  space  of  4x8  ft.  the  walls  were  spanned  be- 
tween with  steel  plates.  This  area  was  used  for  heating  sand. 
Another  space  of  4x8  ft.  was  covered  with  1J/2  in.  steel  rods 
arranged  to  form  a  grid ;  this  space  was  used  for  heating  the 
broken  stones.  The  grid  proved  especially  efficient,  as  it  per- 
mitted the  hot  air  to  pass  up  through  the  stones,  while  a  small 
cleaning  door  at  the  ground   allowed   the  screenings  which 
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dropped  through  the  grid  to  be  raked  out  and  added  to  the 
mixture.  A  fire  from  barrel  staves  and  refuse  wood  built 
under  the  tank  end  was  sufficient  to  heat  the  tar,  sand  and 
stone. 

For  mixing  the  materials  a  Ransome  mixer  was  selected 
for  the  reason  that  heat  could  be  stipplied  to  the  exterior  of 
the  drum  by  building  a  wood  fire  underneath.  This  fire  was 
maintained  to  prevent  the  mixture  from  adhering  to  the  mix- 
ing blades,  and  it  proved  quite  effective,  though  occasionally 
they  would  have  to  be  cleaned  with  a  chisel  bar,  particularly 
when  the  aggregate  was  not  sufficiently  heated  before  being 
admitted  to  the  mixer.  A  little  **dead  oil"  applied  to  the 
discharge  chute  and  to  the  shovels,  wheelbarrows  and  other 
tools  effectually  prevented  the  concrete  from  adhering  to 
them. 

The  method  of  depositing  the  concrete  was  practically  the 
same  as  that  used  in  laying  cement  sidewalks.  Wood  strips 
attached  to  stakes  driven  into  the  ground  provided  templates 
for  gaging  the  thickness  of  the  base  and  for  leveling  oflf  the 
surface.  The  wood  covering  consisted  of  a  layer  of  2-in. 
planks,  covered  by  matched  hardwood  flooring.  In  placing 
the  planking,  the  base  was  covered  with  a  J^'i^^-  layer  of  hot 
pitch,  into  which  the  planks  were  pressed  immediately,  the  last 
plank  laid  being  toe-nailed  to  the  preceding  plank  just  enough 
to  keep  the  joint  tight.  After  a  few  minutes  the  planks  ad- 
hered so  firmly  to  the  base  that  they  could  be  removed  only 
with  difficulty.  The  hardwood  surface  was  put  on  in  the  usual 
manner.  The  prices  of  materials  and  wages  for  the  work  were 
as  follows: 

Pitch,  bulk,  per  lb , $  0.0075 

Gravel,  per  cu.  yd 1.50 

Spruce  sub-floor,  per  M.  ft.  B.  M 15.00 

Hardwood  surface,  per  M.  ft.  B.  M 3300 

Laborers,  per  lo-hour  day 1.50 

Foreman,  per  lo-hour  day 4.00 

Carpenters,  per  lo-hour  day 2.00 

At  these  prices  and  not  including  a  small  administration 
cost  or  the  cost  of  tools  and  plant,  the  cost  of  the  floor  con- 
sisting of  4yi  ins.  of  concrete,  2  ins.  of  spruce  sub-flooring  and 
^-in.  hardwood  finish  was  as  follows  per  square  foot: 
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Pitch $0.04 

Gravel  0.02 

Spruce,  for  sub-floor. 0.03 

Hardwood  for  surfacing 0-035 

Labor,  mixing   0.03 

Labor,  laying 0.015 

Carpenter  work  . .' 0.025 


Total  per  square  foot $0,195 


CHAPTER  VII. 

METHODS  AND  COST  OF  LAYING  CONCRETE   IN 

FREEZING  WEATHER. 

Reinforced  concrete  work  may  be  done  in  freezing  weather 
if  the  end  to  be  gained  warrants  the  extra  cost.  Laboratory 
experiments  show  beyond  much  doubt  that  Portland  cement 
concrete  which  does  not  undergo  freezing  temperatures  until 
final  set  has  taken  place,  or  which,  if  frozen  before  it  has  set, 
is  allowed  to  complete  the  setting  process  after  thawing  with- 
out a  second  interruption  by  freezing,  does  not  suffer  loss  of 
ultimate  strength  or  durability.  These  requirements  for  safety 
may  be  satisfied  by  so  treating  the  materials  or  compounding 
the  mixture  that  freezing  will  not  occur  at  normal  freezing 
temperature  or  else  will  be  delayed  until  the  concrete  has  set, 
by  so  housing  in  the  work  and  artificially  treating  the  in- 
closed space  that  its  temperature  never  falls  as  low  as  the 
freezing  point,  or,  by  letting  the  concrete  freeze  if  it  will  and 
then  by  suitable  protection  and  by  artificial  heating  produce 
and  maintain  a  thawing  temperature  until  set  has  taken  place. 

LOWERING  THE  FREEZING  POINT  OF  THE  MIX- 
ING  WATER. — Lowering  the  freeezing  point  of  the  mixing 
water  is  the  simplest  and  cheapest  method  by  which  concrete 
can  be  mixed  and  deposited  in  freezing  weather.  The  method 
consists  simply  in  adding  some  substance  to  the  water  which 
will  produce  a  brine  or  emulsion  that  freezes  at  some  tem- 
perature below  32**  F.  determined  by  the  substance  added  and 
the  richness  of  the  admixture.  A  great  variety  of  substances 
may  be  added  to  water  to  produce  low  freezing  brines,  but  in 
concrete  work  only  those  may  be  used  th^  do  little  or  no  in- 
jury to  the  strength  and  durability  of  the  concrete.  Practice 
has  definitely  determined  only  one  of  these,  namely,  sodium 
chloride  or  common  salt,  though  some  others  have  been  used 
successfully  in  isolated  cases.  A  point  to  be  borne  in  mind  is 
that  cold  retards  the  setting  of  cement  and  that  the  use  of 
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anti-freezing  mixtures  emphasizes  this  phenomenon  and  its 
attendant  disadvantages  in  practical  construction.  The  ac- 
companying diagram,  Fig.  39,  based  on  the  experiments  of 
Tetmajer,  show  the  effect  on  the  freezing  point  of  water  hy 
the  admixtures  of  various  substances  that  have  been  sug- 
gested for  reducing  the  freezing  point  of  mortar  and  concrete 
mixtures. 

Common  Salt  (Sodium  Chloride). — The  substance  most 
usually  employed  to  lower  the  freezing  point  of  water  used  in 
concrete  is  common  salt.  Laboratory  experiments  show  that 
the  addition  of  salt  retards  the  setting  and  probably  lowers 
the  strength  of  cement  at  short  periods,  but  does  not,  when 
not  used  to  excess,  injure  the  ultimate  strength.  The  amount 
beyond  which  the  addition  of  salt  begins  to  affect  injuriously 
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Flff.  89. — Diagram  Showing  Effect  on  Freezing*  Point  of  Water  by  Admix- 
ture of  Various  Substances. 

the  strength  of  cement  is  stated  variously  by  various  author- 
ities. Sutcliffe  states  that  it  is  not  safe  to  go  beyond  7  or  8 
per  cent,  by  weight  of  the  water ;  Sabin  places  the  safe  figures 
at  10  per  cent.,  and  the  same  figure  is  given  by  a  number  of 
other  American  experimenters.  A  number  of  rules  have  been 
formulated  for  varying  the  percentage  of  salt  with  the  tem- 
perature of  the  atmosphere.  Prof.  Tetmajer's  rule  as  stated 
by  Prof.  J.  B.  Johnson,  is  to  add  i  per  cent,  of  salt  by  weight 
of  the  water  for  each  degree  Fahrenheit  below  32**.  A  rule 
quoted  by  many  writers  is  "i  lb.  of  salt  to  18  gallons  of  water 
for  a  temperature  of  32®  F.,  and  an  increase  of  i  oz.  for  each 
degree  lower  .temperature."  This  rule  gives  entirely  inade- 
quate amounts  to  be  effective,  the  percentage  by  weight  of  the 
water  being  about  i  per  cent.  .  The  familiar  rules  of  enough 
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salt  to  make  a  brine  that  will  "float  an  egg''  or  "float  a  potato" 
are  likewise  untrustworthy;  they  call  respectively,  according 
to  actual  tests  made  by  Mr.  Sanford  E.  Thompson,  for  15  per 
cent,  and  1 1  per  cent,  of  salt  which  is  too  much,  according  to 
the  authorities  quoted  above,  to  be  used  safely.  In  practice 
an  arbitrary  quantity  of  salt  per  barrel  of  cement  or  per  100 
lbs.  of  water  is  usually  chosen.  Preferably  the  amount  should 
be  stated  in  terms  of  its  percentage  by  weight  of  the  water, 
since  if  stated  in  terms  of  pounds  per  barrel  of  cement  the 
richness  of  the  brine  will  vary  with  the  richness  of  the  con- 
crete mixture,  its  composition,  etc.  As  examples  of  the  per- 
centages used  in  practice,  the  following  works  may  be  quoted : 
New  York  Rapid  Transit  Railway,  9  per  cent,  by  weight  of 
the  water;  Foster-Armstrong  Piano  Works,  6  per  cent,  by 
weight  of  the  water.  In  summary,  it  would  seem  that  if  a 
rule  for  the  use  of  salt  is  to  be  adopted  that  of  Tetmajer,  which 
is  to  add  i  per  cent,  by  weight  of  the  water  for  each  degree 
Fahrenheit  below  32°,  is  as  logical  and  accurate  as  any.  It 
shpuld,  however,  be  accompanied  by  the  proviso  that  no  more 
than  10  per  cent,  by  weight  of  salt  should  be  considered  safe 
practice,  and  that  if  the  frost  is  too  keen  for  this  to  avail  some 
other  method  should  be  adopted  or  the  work  stopped.  It  may 
be  taken  that  each  unit  per  cent,  of  salt  added  to  water  re- 
duces the  freezing  temperature  of  the  brine  about  1.08°  F. ;  a 
10  per  cent,  salt  brine  will  therefore  freeze  at  32°  —  11°  =21'' 
F.  The  range  of  efficiency  of  salt  as  a  preventative  of  fro§t  in 
mixing  and  laying  concrete  is,  obviously,  quite  limited. 

HEATING  CONCRETE  MATERIALS.— Heating  the 
sand,  stone  and  mixing  water  acts  both  to  hasten  the  settmg 
and  to  lengthen  the  time  before  the  mixture  becomes  cold 
enough  to  freeze.  At  temperatures  not  greatly  below  freezing 
the  combined  effects  are  sufficient  to  ensure  the  setting  of  the 
concrete  before  it  can  freeze.  More  specific  data  of  efficiency 
are  difficult  to  arrive  at.  There  are  no  test  data  that  show 
how  long  it  takes  a  concrete  mixture  at  a  certain  temperature 
to  lose  its  heat  and  become  cold  enough  to  freeze  at  any  spe- 
cific temperature  of  the  surrounding  air,  and  a  theoretical  cal- 
culation of  this  period  is  so  beset  with  difficulties  as  to  be  im- 
practicable. Strength  tests  of  concrete  made  with  heated 
materials  have  shown  clearly  enough  that  the  he^tr-^^r  has  no 


V 


CONCRETING  IN   FREEZING   WEATHER. 


115 


effect  worth  mentioning  on  either  strength  or  durability. 
Either  the  water,  the  sand,  the  aggregate  or  all  three  may  be 
heated;  usually  the  cement  is  not  heated  but  it  may  be  if  de- 
sired. 

Portable  Heaters. — An  ordinary  half  cylinder  of  sheet  steel 
set  on  the  ground  like  an  arch  is  the  simplest  form  of  sand 
heater.  A  wood  fire  is  built  under  the  arch  and  the  sand  to 
be  heated  is  heaped  on  the  top  and  sides.  The  efficiency  of 
this  device  may  be  improved  by  closing  one  end  of  the  arch 
and  adding  a  short  chimney  stack,  but  even  the  very  crude 
arrangement  of  sheets  of  corrugated  iron  bent  to  an  arc  will 
do  good  service  where  the  quantities  handled  are  small.  This, 
form  of  heater  may  be  used  for  stone  or  gravel  in  the  same 
manner  as  for  sand.  It  is  inexpensive,  simple  to  operate  and 
requires  only  waste  wood  fpr  fuel,  but  unless  it  is  fired  with 
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Fig.  40. — Portable  Sand,   Stone  aYid  Water  Heater. 

exceeding  care  the  sand  in  contact  with  the  metal  will  be 
burned.  The  drawings  of  Fig.  40  show  the  construction  of  a 
portable  heater  for  sand,  stone  and  water  used  in  constructing 
concrete  culverts  on  the  New  York  Central  &  Hudson  River 
Railroad.  This  device  weighs  1,200  lbs.,  and  costs  about  $50. 
Heating  in  Stationary  Bins. — The  following  arrangement 
for  heating  sand  and  gravel  in  large  quantities  in  bins  was  em- 
ployed in  constructing  the  Foster-Armstrong  Piano  Works  at 
Rochester,  N.  Y.  The  daily  consumption  of  sand  and  gravel 
on  this  work  was  about  50  cu.  yds.  and  100  cu.  yds.,  re- 
spectively. To  provide  storage  for  the  sand  and  gravel,  a  bin 
16  ft.  square  in  projected  plan  was  constructed  with  vertical 
sides  and  a  sloping  bottom  as  illustrated  in  Fig.  41.  This  bin 
was  divided  by  a  vertical  partition  into  a  large  compartment 


ii6 


CONCRETE    CONSTRUCTION. 


for  gravel  and  a  small  compartment  for  sand  and  was  provided 
with  two  grates  of  boiler  tubes  arranged  as  shown.  These 
grates  caused  V-shaped  cavities  to  be  formed  beneath  in  the 
gravel  and  sand.  Into  these  cavities  penetrated  through  one 
end  of  the  bin  6-in.  pipes  from  a  hot  air  furnace  and  i-in.  pipes 
from  a  steam  boiler.  The  hot  air  pipes  merely  pass  through 
the  wall  but  the  steam  pipes  continue  nearly  to  the  opposite 
side  of  the  bin  and  are  provided  with  open  crosses  at  intervals 
along  their  length.  In  addition  to  the  conduits  described 
there  is  a  small  pipe  for  steam  located  below  and  near  the  bot- 
tom of  the  bin.  The  hot  air  pipes  connected  with  a  small  fur- 
nace and  air  was  forced  through  them  by  a  Sturtevant  No.  6 
blower.  The  steam  pipes  connected  with  the  boiler  of  a  steam 
heating  system  installed  to  keep  the  buildings  warm  during 
construction. 


Fig.   41.— 'Bin  Arrangement   for  Heating  Sand  and   Stone. 

Other  Examples  of  Heating  Materials. — In  the  construction 
of  the  power  plant  of  the  Billings  (Mont.)  Water  Power  Co., 
practically  all  of  the  concrete  work  above  the  main  floor  level 
was  put  in  during  weather  so  cold  that  it  was  necessary  to 
heat  both  the  gravel  and  water  used.  A  sand  heater  was  con- 
structed of  four  15-ft.  lengths  of  15-in.  cast  iron  pipe,  two 
in  series  and  the  two  sets  placed  side  by  side.  This  gave  a 
total  length  of  30  ft.  for  heating,  making  it  possible  to  use  the 
gravel  from  alternate  ends  and  rendering  the  heating  process 
continuous.  The  gravel  was  dumped  directly  on  the  heater, 
thus  avoiding  the  additional  expense  of  handling  it  a  second 
time.  The  heater  pipes  were  laid  somewhat  slanting,  the  fire 
being  built  in  the  lower  end.    A  lo-ft.  flue  furnished  sufficient 


CONCRETING  IN  FREEZING   WEATHER.  117 

draft  for  all  occasions.  With  this  arrangement  it  was  pos- 
sible to  heat  the  gravel  to  a  temperature  of  80°  or  90®  F.  even 
during  the  coldest  weather.  Steam  for  heating  the  water  was 
available  from  the  plant.  The  temperature  at  which  the  con- 
crete was  placed  in  the  forms  was  kept  between  65°  and  75°  F. 
This  was  regulated  by  the  man  on  the  mixer  platform  by  vary- 
ing the  temperature  of  the  water  to  suit  the  conditions  of  the 
gravel.  When  the  ingredients  were  heated  in  this  manner  it 
was  found  advisable  to  mix  the  concrete  "sloppy,"  using  even 
more  water  than  would  be  commonly  used  in  the  so-called 
**sloppy"  concrete.  No  difficulty  was  experienced  with  tem- 
perature cracks  if  the  concrete,  when  placed,  was  not  above 
75°  F.  All  cracks  of  this  nature  which  did  appear  were  of 
no  consequence,  as  they  never  extended  more  than  J^  in. 
below  the  surface.  The  concrete  was  placed  in  as  large  masses 
as  possible.  It  was  covered  nights  with  sacks  and  canvas  and, 
when  the  walls  were  less  than  3  ft.  in  width,  the  outside  of 
the  forms  was  lagged  with  tar  paper.  An  air  space  was 
always  left  between  the  surface  of  the  concrete  and  the  cov- 
ering. Under  these  conditions  there  v.  as  sufficient  heat  in  the 
mass  to  prevent  its  freezing  for  several  days,  which  was  ample 
'  time  for  permanent  setting. 

During  the  construction  in  1902  of  the  Wachusett  Dam  at 
Clinton,  Mass.,  for  the  Metropolitan  Water  Works  Commis- 
sion the  following  procedures  were  followed  in  laying  con- 
crete in  freezing  weather:  After  November  15  all  masonry 
was  laid  in  Portland  cement,  and  after  November  28  the  sand 
and  water  were  heated  and  salt  added  in  the  proportion  of 
4  lbs.  per  barrel  of  cement.  The  sand  was  heated  in  a  bin, 
ibyi  X  I5J^  X  10  ft.  deep,  provided  with  about  20  coils  of  2-in. 
pipe,  passing  around  the  inside  of  the  bin.  The  sand,  which 
was  dumped  in  the  top  of  the  bin  and  drawn  from  the  bottom, 
remained  there  long  enough  to  become  warm.  The  salt  for 
each  batch  of  mortar  was  dissolved  in  the  water  which  was 
heated  by  steam ;  steam  was  also  used  to  thaw  ice  from  the 
stone  masonry.  The  laying  of  masonry  was  not  started  on 
mornings  when  the  temperature  was  lower  than  18°  F.  above 
zero,  and  not  even  with  this  temperature  unless  the  day  was 
clear  and  higher  temperature  expected.  At  the  close  of  each 
day  the  masonry  built  was  covered  with  canvas. 
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In  the  construction  of  dams  for  Huronian  Company's  power 
development  in  Canada  a  large  part  of  the  concrete  work  in 
dams,  and  also  in  power  house  foundations,  was  done  in  win- 
ter, with  the  temperature  varying  from  a  few  degrees  of  frost 
to  15  degrees  below  zero,  and  on  several  occasions  much 
lower.  No  difficulty  was  found  in  securing  good  concrete 
work,  the  only  precaution  taken  being  to  heat  the  mixing 
water  by  turning  a  ^-in.  steam  pipe  into  the  water  barrel  sup- 
plying the  mixer,  and,  during  the  process  of  mixing,  to  use  a 
jet  of  live  steam  in  the  mixer,  keeping  the  cylinder  closed  by 
wooden  coverings  during  the  process  of  mixing.  No  attempt 
was  made  to  heat  sand  or  stone.  In  all  the  winter  work  care 
was  taken  to  use  only  cement  which  would  attain  its  initial  set 
in  not  more  than  65  minutes. 

In  constructing  a  concrete  arch  bridge  at  Piano,  111.,  the 
sand  and  gravel  were  heated  previous  to  mixing  and  the 
mixed  concrete  after  placing  was  kept  from  freezing  by  playing 
a  steam  jet  from  a  hose  connected  with  the  boiler  of  the  mixer 
on  the  surface  of  the  concrete  until  it  was  certain  that  initial 
set  had  taken  place.  Readings  taken  with  thermometers 
showed  that  in  no  instance  did  the  temperature  of  the  con- 
crete fall  below  32°  F.  within  a  period  of  10  or  12  hours  after 
placing. 

From  experience  gained  in  doing  miscellaneous  railway 
work  in  cold  weather  Mr.  L.  J.  Hotchkiss  gives  the  following: 

"For  thin  reinforced  walls,  it  is  not  safe  to  rely  on  heating 
the  water  alone  or  even  the  water  and  sand,  but  the  stone  also 
must  be  heated  and  the  concrete  when  it  goes  into  the  forms 
should  be  steaming  hot.  For  mass  walls  the  stone  need  not  be 
heated  except  in  very  cold  weather.  Where  concrete  is  mixed 
in  small  quantities  the  water  can  be  heated  by  a  wood  fire, 
and  if  a  wood  fire  be  kept  burning  over  night  on  top  of  the 
piles  of  stone  and  sand  a  considerable  quantity  can  be  heated. 
The  fire  can  be  kept  going  during  the  day  and  moved  back  on 
the  pile  as  the  heated  material  is  used.  This  plan  requires  a 
quantity  of  fuel  which  in  most  cases  is  prohibitive  and  is  not 
sufficient  to  supply  a  power  mixer.  For  general  use  steam  is 
far  better. 

"A  convenient  method  is  to  build  a  long  wooden  box  8  or 
10  in.  square  with  numerous  holes  bored  in  its  sides.    This  is 
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laid  on  the  ground,  connected  with  a  steam  pipe  and  covered 
with  sand,  stone  or  gravel.  The  steam  escaping  through  the 
holes  in  the  box  will  heat  over  night  a  pile  of  sand,  or  sand 
and  gravel,  8  or  10  ft.  high.  Perforated  pipes  can  be  substi- 
tuted for  boxes.  Material  can  be  heated  more  rapidly  if  the 
steam  be  allowed  to  escape  in  the  pile  than  if  it  is  confined  in 
pipes  which  are  not  perforated.  Crushed  stone  requires  much 
more  heat  than  sand  or  sand  and  gravel  mixed  because  of 
the  greater  volume  of  air  spaces.  In  many  cases  material 
which  has  already  been  unloaded  must  be  heated.  The  ex- 
pense of  putting  steam  boxes  or  pipes  under  it  is  considerable. 
To  avoid  this  one  or  more  steam  jets  may  be  used,  the  end  of 
the  jet  pipe  being  pushed  several  feet  into  the  pile  of  material. 
If  the  jets  are  connected  up  with  steam  hose  they  are  easily 
moved  from  place  to  place.  It  is  difticult  to  heat  stone  in  this 
way  except  in  moderate  weather. 

"On  mass  work  and  at  such  temperatures  as  are  met  with 
in  this  latitude  (Chicago,  111.)  it  is  not  usually  necessary  to 
protect  concrete  which  has  been  placed  hot  except  in  the  top 
of  the  form.  This  can  be  done  by  covering  the  top  of  the 
form  with  canvas  and  running  a  jet  of  steam  under  it.  If 
canvas  is  not  available  boards  and  straw  or  manure  answer 
the  purpose.  If  heat  is  kept  on  for  36  hours  after  completion, 
this  is  sufficient,  except  in  unusually  cold  weather.  The  above 
treatment  is  all  that  is  required  for  reinforced  retaining  walls 
of  ordinary  height.  But  where  box  culverts  or  arches  carrying 
heavy  loads  must  be  placed  in  service  as  soon  as  possible,  the 
only  safe  way  is  to  keep  the  main  part  of  the  structure  warm 
until  the  concrete  is  thoroughly  hardened.  Forms  for  these 
structures  can  be  closed  at  the  ends  and  stoves  or  salamanders 
kept  going  inside,  or  steam  heat  may  be  used.  The  outside 
may  be  covered  with  canvas  or  boards,  and  straw  and  steam, 
jets  run  underneath.  After  the  concrete  has  set  enough  to 
permit  the  removal  of  the  outer  forms  of  box  culverts,  fires 
may  be  built  near  the  side  walls  and  the  concrete  seasoned 
rapidly.  Where  structures  need  not  be  loaded  until  aTter  the 
arrival  of  warm  weather,  heat  may  be  applied  for  36  hours, 
and  the  centering  left  in  place  until  the  concrete  has  hardened. 
Careful  inspection  of  winter  concrete  should  be  made  before 
loads  are  applied.     In  this  connection  it  may  be  noted  that 
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concrete  which  has  been  partly  seasoned  and  then  frozen, 
closely  resembles  thoroughly  seasoned  concrete.  Pieces 
broken  oflf  with  a  smooth  fracture  through  all  the  stones  and 
showing  no  frost  marks,  when  thawed  out,  can  be  broken 
with  the  hands." 

In  building  Portland  cement  concrete  foundations  for  the 
West  End  St.  Ry.,  Boston,  and  the  Brooklyn  Heights  R,  R., 
much  of  the  work  was  done  in  winter.  A  large  water-tight 
tank  was  constructed,  of  such  size  that  three  skips  or  boxes 
of  stone  could  be  lowered  into  it.  The  tank  was  filled  with 
water,  and  a  jet  of  steam  kept  the  water  hot  in  the  coldest 
weather.  The  broken  stone  was  heated  through  to  the  tem- 
perature of  the  water  in  a  few  minutes.  One  of  the  stone 
boxes  was  'then  hoisted  out,  and  dumped  on  one  side  of  the 
mixing  machine,  and  then  run  through  the  machine  with  sand, 
cement  and  water.  The  concrete  was  wheeled  to  place  with- 
out delay  and  rammed  in  12-in.  layers.  The  heat  was  retained 
until  the  cement  was  set.  In  severely  cold  weather  the  sand 
was  heated  and  the  mixing  water  also.  A  covering  of  hay  or  ' 
gunnysacks  may  be  used. 

COVERING  AND  HOUSING  THE  WORK.— Methods 
of  covering  concrete  to  protect  it  from  light  frosts  such  as 
may  occur  over  night  will  suggest  themselves  to  all ;  sacking, 
shavings,  straw,  etc.,  may  all  be  used.  Covering  wall  forms 
with  tar  paper  nailed  to  the  studding  so  as  to  form  with  the 
lagging  a  cellular  covering  is  an  excellent  device  and  will 
serve  in  very  cold  weather  if  the  sand  and  stone  have  been 
heated.  From  these  simple  precautions  the  methods  used  may 
range  to  the  elaborate  systems  of  housing  described  in  the  fol- 
lowing paragraphs. 

Method  of  Housing  in  Dam,  Chaudiere  Falls,  Quebec. — In 
constructing  a  dam  for  the  water  power  plant  at  Chaudiere 
Falls,  P.  Q.,  the  work  was  housed  in.  The  wing  dam  and  its 
end  piers  aggregated  about  250  ft.  in  length  by  about  20  ft.  in 
width.  A  house  100  ft.  long  and  24  ft.  wide  was  constructed 
in  sections  about  10  ft.  square  connected  by  cleats  with  bolts 
and  nuts.  This  house  was  put  up  over  the  wing  dam.  It  was 
20  ft.  high  to  the  eaves,  with  a  pitched  roof,  and  the  ends  were 
closed  up;  in  the  roof  on  the  forebay  side  were  hatchways 
with  sliding  doors  along  the  whole  length.     Small  entrance 
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doors  for  the  workmen  were  provided  in  the  ends  of  the 
building.  The  house  was  heated  by  a  number  of  cylindrical 
sheet-iron  stoves  about  18  ins.  in  diameter  by  24  ins.  high, 
burning  coke ;  thermometers  placed  at  different  points  in  the 
shed  gave  warning  to  stop  work  when  the  temperature  fell 
below  freezing,  which,  however,  rarely  occurred.  Mixing 
boards  were  located  in  the  shed,  and  concrete,  sand  and 
broken  stone  were  supplied  in  skipfuls  by  guy  derricks  located 
in  the  forebay,  which  passed  the  material  through  the  hatch- 
ways in  the  roof,  the  proper  hatchway  being  opened  for  the 
purpose  and  quickly  closed.  The  mortar  was  first  mixed  on 
a  board,  and  then  a  skip-load  of  stone  was  dumped  into  the 
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middle  of  the  batch  and  the  whole  well  mixed.  The  water  was 
made  lukewarm  by  introducing  a  steam-jet  into  several  casks 
which  were  kept  full.  The  sand  was  heated  outside  in  the  fore- 
bay  on  an  ordinary  sand  heater.  The  broken  stone  was  heated 
in  piles  by  a  steam-jet ;  a  pipe  line  on  the  ground  was  made  up 
of  short  lengths  of  straight  pipe  alternating  with  T-sections — 
turned  up.  The  stone  was  piled  3  to  4  ft.  deep  over  the  pipe 
and  a  little  steam  turned  into  the  pipe.  Several  such  piles 
kept  going  all  the  time  supplied  enough  stone  for  the  work; 
the  stone  was  never  overheated,  and  was  moist  enough  not  to 
dry  out  the  mortar  when  mixed  with  it.  In  this  manner  the 
concreting  was  successfully  carried  on  and  the  wing  dam  built 
high  enough  to  keep  high  water  out  of  the  forebay. 

Some  danger  from  freezing  was  also  encountered  the  next 
season,  when  the  last  part  of  the  wing  dam  was  being  con- 
structed. This  work  was  done  when  the  temperature  was 
close  to  freezing,  and  it  became  necessary  to  keep  the  freshly 
placed  concrete  warm  over  night.  This  was  done  by  covering 
the  work  loosely  with  canvas,  under  which  the  nozzle  of 
a  steam  hose  was  introduced.  By  keeping  a  little  steam  going 
all  night  the  concrete  was  easily  kept  above  freezing  tem- 
perature. 

Method  of  Housing  in  Building  Work. — The  following 
method  of  housing  in  building  work  is  used  by  Mr.  E.  L. 
Ransome.  The  feature  of  the  system  is  that  the  enclosing 
structure  is  made  up  of  a  combination  of  portable  units  which 
can  be  used  over  and  over  again  in  different  jobs.  The  con- 
struction  is   best    explained    in    connection    with    sketches. 
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Figure  43  shows  a  first  floor  wall  column  with  the  wall  girder 
surmounting  it  and  the  connecting  floor  system.  It  will  be 
seen  that  the  open  sides  are  enclosed  by  canvas  curtains  and 
the  floor  slab  is  covered  with  wood  shutters.  The  curtains 
are  composed  of  separate  pieces  so  devised  that  they  may  \fe 
attached  to  each  other  by  means  of  snaps  and  eyes;  one  of 
these  curtain  units  is  shown  by  Fig.  42.  Referring'  now  to 
Fig.  43,  the   curtain  A  is  held    by  the    tying-rings  to  a    con- 


tinuous string  piece  B,  the  upper  portion  or  flap  D  being  held 
down  by  a  metal  bar  or  other  heavy  object  so  as  to  lap  over 
the  floor  covers  E.  The  lower  edge  of  the  curtain  is  attached  to 
the  string  piece  C.  The  sketch  has  been  made  to  show  how 
the  curtain  adjusts  itself  to  irregular  projections  such  as  the 
supports  for  a  wall  girder  form;  to  prevent  the  curtain  tear- 
ing on  such  projections  it  is  well  to  cover  or  wrap  the  rough 
edges  with  burlap,  bagging  or  other  convenient  material.  The 
details  of  the  wooden  floor  covers  are  shown  by  Fig.  44 ;  they 
are  constructed  so  as  to  give  a  hollow  space  between  them 
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and  the  floor  and  holes  are  left  in  the  floor  slab  as  at  H, 
Fig.  43,  to  permit  the  warm  air  from  below  to  enter  this  hol- 
low space.  This  warm  air  is  provided  by  heating  the  enclosed 
story  of  the  building  by  any  convenient  adequate  means,  in 
constructing  factory  buildings,  50  x  200  ft.  in  plan  at 
Rochester,  N.  Y.,  Mr.  Ransome  used  a  line  of  J4  to  J^-in. 
steam  pipe  located  at  floor  level  and  running  around  all  four 
sides  and  a  similar  line  running  lengthwise  of  the  building  at 
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Fig.   44. — Portable  Wooden   Panels   tor  Covering  Floors. 

the  center,  these  pipes  discharging  live  steam  through  open- 
ings into  the  enclosed  space.  In  addition  to  the  steam  piping 
ID  braziers  in  which  coke  fires  were  kept  were  scattered 
around  the  floor.  This  equipment  kept  the  enclosed  story, 
50  X  icxjft.  X  13  ft.  high,  at  a  temperature  of  80°  F.  and  at  tem- 
perature of  about  40°  F.  between  the  floor  top  and  its  board 
covering.  The  work  was  not  stopped  at  any  time  because  of 
cold  and  the  temperatures  outside  ranged  from  zero  to  10° 
above. 


CHAPTER   VIII. 

METHODS   AND   COST  OF   FINISHING   CONCRETE 

SURFACES. 

Good  design  in  concrete  as  well  as  in  steel,  masonry  and 
wood,  requires  that  the  structure  shall  be  good  to  look  at. 
This  means  that  the  proportions  must  be  good  and  that  the 
surface  finish  must  be  pleasing.  Good  proportions  are  a  mat- 
ter of  design  but  a  pleasing  surface  finish  is  a  matter  of  con- 
struction. Many,  perhaps  the  majority  of,  concrete  structures 
do  not  have  a  pleasing  surface  finish ;  the  surface  is  irregular, 
uneven  in  texture,  and  stained  or  discolored  or  of  lifeless  hue. 
The  reasons  for  these  faults  and  the  possible  means  of  remedy- 
ing them  are  matters  that  concern  the  construction  engineer 
and  the  contractor. 

Imperfections  in  the  surface  of  concrete  are  due  to  one  or 
more  of  the  following  causes:  (i)  Imperfectly  made  forms; 
(2)  imperfectly  mixed  concrete;  (3)  carelessly  placed  con- 
crete; (4)  use  of  forms  with  dirt  or  cement  adhering  to  the 
boards;  (5)  efflorescence  and  discoloration  of  the  surface  after 
the  forms  are  removed. 

IMPERFECTLY  MADE  FORMS.— In  well  mixed  and 
placed  concrete  the  film  of  cement  paste  which  flushes  to  the 
surface  will  take  the  impress  of  every  flaw  in  the  surface  of 
the  forms.  It  will  even  show  the  grain  marks  in  well  dressed 
lumber.  From  this  it  will  be  seen  how  very  difficult  it  is  so  to 
mold  concrete  that  the  surface  will  not  bear  evidence  of  the 
mold  used.  The  task  is  impracticable  of  perfect  accomplish- 
ment and  the  degree  of  perfection  to  which  it  can  be  carried 
depends  upon  the  workmanship  expended  in  form  construc- 
tion. Forms  with  a  smooth  and  even  surface  are  difficult  and 
expensive  to  secure.  It  is  impracticable  in  the  first  place  to 
secure  lagging  boards  dressed  to  exact  thickness  and  in  the 
second  place  it  is  impracticable  to  secure  perfect  carpenter 
work ;  joints  cannot  be  got  perfectly  close  and  a  nail  omitted 
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here  or  there  leaves  a  board  free  to  warp.  From  this  point  on 
the  use  of  imperfectly  sized  lumber  and  careless  carpentry  can 
go  to  almost  any  degree  of  roughness  in  the  form  work.  Only 
approximately  smooth  and  unmarked  concrete  surfaces  can  be 
secured  in  plain  wooden  forms  and  this  only  with  the  very 
best  kind  of  form  construction.  So  much  for  the  limitations 
of  form  work  in  the  matter  of  securing  surface  finish.  These 
limitations  may  be  reduced  in  various  ways.  Joint  marks  may 
be  eliminated  wholly  or  partly  by  pointing  the  joints  with 
clay  or  mortar  or  by  pasting  strips  of  paper  or  cloth  over  them, 
or  the  whole  surface  of  the  lagging  can  be  papered;  by  the 
use  of  oiled  paper  there  will  be  little  trouble  from  the  paper 
sticking.  Grain  marks  and  surface  imperfections  can  be  re- 
duced by  oiling  the  lumber  so  as  to  fill  the  pores  or  by  first 
oiling  and  then  filling  the  coat  of  oil  with  fine  sand  blown 
or  cast  against  the  boards. 

The  preceding  remarks  are  of  course  based  on  the  assump- 
tion that  as  nearly  as  possible  a  smooth  and  even  surface 
finish  is  desired.  If  something  less  than  this  is  sufficient,  and 
in  many  cases  it  is,  form  produced  surface  defects  become 
negligible  in  the  proportion  that  they  do  not  exceed  the  stan- 
dards of  roughness  and  irregularity  considered  permissible  by 
the  engineer  and  these  standards  are  individual  with  the 
engineer;  what  one  considers  excessive  roughness  and  irregu- 
larity another  may  consider  as  amply  even  and  smooth.  The 
point  to  be  kept  in  mind  is  that  beyond  a  certain  state  of 
evenness  and  regularity  form  produced  surfaces  are  impracti- 
cable to  obtain,  because  to  construct  forms  of  the  necessary 
perfection  to  obtain  them  costs  far  more  than  it  does  to  em- 
ploy special  supplementary  finishing  processes. 

Surface  blemishes  due  to  dirt  or  cement  adhering  to  the 
form  boards  have  no  excuse  if  the  engineer  or  contractor  cares 
to  avoid  them.  It  is  a  simple  matter  to  keep  the  lagging  clean 
and  free  from  such  accumulations. 

IMPERFECT  MIXING  AND  PLACING.— Imperfectly 
mixed  and  placed  concrete  gives  irregularly  colored,  pitted 
and  honeycombed  surfaces  with  here  a  patch  of  smooth 
mortar  and  there  a  patch  of  exposed  ston4.  Careful  mixing 
and  placing  will  avoid  this  defect,  or  all  chance  of  it  may  be 
eliminated   by   using   surface    coatings    of   special    mixtures. 
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There  is  no  gr^t  difficulty,  however,  in  obtaining  a  reason- 
ably homogeneous  surface  with  concrete;  the  task  merely 
requires  that  the  mixing  shall  be  reasonably  uniform  and 
homogenet)us  and  that  in  placing  this  mixture  the  spading 
next  to  the  lagging  shall  be  done  in  such  a  way  as  to  pull 
the  coarse  stones  back  and  flush  the  mortar  to  the  surface. 
Spading  forks  are  excellent  for  this  purpose.  A  better  tool  is 
a  special  spade  made  with  a  perforated  blade;  this  special 
spade  costs  $3. 

EFFLORESCENCE.— Efflorescence  is  the  term  applied  to 
the  whitish  or  yellowish  accumulations  which  often  appear 
on  concrete  surfaces.  '*Whitewash"  is  another  name  given  to 
these  blotches.  Efflorescence  is  due  to  certain  salts  leaching 
out  of  the  concrete  and  accumulating  into  thin  layers  where 
the  water  evaporates  on  the  surface.  These  salts  are  most 
probably  sulphates  of  calcium  and  magnesium,  both  of  which 
are  contained  in  many  cements  and  both  of  which  are  slightly 
soluble  in  water.  Efflorescence  is  very  erratic  in  its  appear- 
ance. Some  concretes  never  exhibit  it;  in  some  it  may  not 
appear  for  several  years,  and  in  others  it  shows  soon  after 
construction  and  may  appear  in  great  quantities.  The  most 
effective  way  to  prevent  efflorescence  would  naturally  be  to 
use  cements  entirely  free  from  sulphates,  chlorides  br  what- 
ever other  soluble  salts  are  the  cause  of  the  phenomenon,  but 
the  likelihood  of  engineers  resorting  to  the  trouble  of  such 
selection,  except  in  rare  instances,  is  not  great,  even  if  they 
knew  what  cements  to  select,  so  that  other  means  must  be 
sought.  The  most  common  place  for  efflorescence  to  appear  in 
walls  is  at  the  horizontal  junction  of  two  days'  work  or  where 
a  coping  is  placed  after  the  main  body  of  the  wall  has  been 
completed.  The  reason  of  this  seems  to  be  that  the  salt  solu- 
tions seep  down  through  the  concrete  until  they  strike  the 
nearly  impervious  film  of  cement  that  forms  on  the  top  surface 
of  the  old  concrete  before  the  new  is  added,  and  then  they 
follow  along  this  impervious  film  to  the  face  of  the  wall.  The 
authors  have  suggested  that  this  cause  might  be  remedied  by 
ending  the  day's  work  by  a  layer  whose  top  has  a  slight  slope 
down  toward  the  rear  of  the  wall  or  perhaps  by  placing  all 
the  concrete  in  similarly  sloping  layers.  Mr.  C.  H.  Cartlidgc 
is  authority  for  the  statement  that  this  leaching  at  joints  can 
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be  largely  done  away  with  by  the  simple  process  of  washing 
the  top  surface  of  concrete  which  has  been  allowed  to  set  over 
night  by  scrubbing  it  with  wire  brushes  in  conjunction  with 
thorough  flushing  with  a  hose.  But  efflorescence  frequently 
appears  on  the  faces  of  walls  built  without  construction  joints 
and  in  which  a  wet  concrete  is  puddled  in  and  not  tamped  in 
layers,  and  here  other  means  are  obviously  essential.  Water- 
proofing the  surface  of  the  wall  should  be  effective  so  long 
as  the  waterproofing  lasts ;  indeed  one  of  the  claims  made  for 
some  of  these  waterproofing  compounds  is  that  efflorescence  is 
prevented.  The  various  waterproofing  mixtures  capable  of 
such  use  will  be  found  described  in  Chapter  XXV.  Failing 
in  any  or  all  of  these  methods  of  preventing  efflorescence  the 
engineer  must  resort  to  remedial  measures.  The  saline  coating 
must  be  scraped,  or  chipped,  or  better,  washed  away  with 
acids. 

Efflorescence  was  removed  from  a  concrete  bridge  at  Wash- 
ington, D.  C,  by  using  hydrochloric  (muriatic)  acid  and  com- 
mon scrubbing  brushes;  30  gals,  of  acid  and  36  scrubbing 
brushes  were  used  to  clean  250  sq.  yds.  of  concrete.  The  acid 
was  diluted  with  4  or  5  parts  water  to  i  of  acid;  water  was 
constantly  played  with  a  hose  on  the  concrete  while  being 
cleaned  to  prevent  penetration  of  the  acid.  One  house-front 
cleaner  and  5  laborers  were  employed,  and  the  total  cost  was 
$150,  or  60  cts.  per  sq.  yd.  This  high  cost  was  due  to  the 
difficulty  of  cleaning  the  balustrades.  It  is  thought  that  the 
cost  of  cleaning  the  spandrels  and  wing  walls  did  not  exceed 
20  cts.  per  sq.  yd.  The  cleaning  was  perfectly  satisfactory. 
An  experiment  was  made  with  wire  brushes  without  acid,  but 
the  cost  was  $2.40  per  sq.  yd.  The  flour  removed  by  the  wire 
brushes  was  found  by  analysis  to  be  silicate  of  lime.  Acetic 
acid  was  tried  in  place  of  muriatic,  but  required  more 
scrubbing. 

SPADED  AND  TROWELED  FINISHES.— With  wet- 
concrete  and  ordinarily  good  form  construction  a  reasonably 
good  surface  appearance  can  be  obtained  by  spading  and  trow- 
eling. For  doing  the  spading  a  common  gardener's  hoe, 
straightened  out  so  that  the  blade  is  nearly  in  line  with  the 
handle  will  do  good  work.  The  blade  of  the  tool  is  pushed 
down  next  to  the  lagging  and  the  stone  pulled  back  giving  the 
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grout  opportunity  to  flush  to  the  face.  Troweling,  that  is 
troweling  without  grout  wash,  requires,  of  course,  that  the 
concrete  be  stripped  before  it  has  become  too  hard  to  be 
worked.  As  troweling  is  seldom  required  except  for  tops  of 
copings  and  corners  it  is  generally  practicable  to  bare  the 
concrete  while  it  is  still  fairly  green.  In  this  condition  the 
edges  of  copings,  etc.,  can  be  rounded  by  edging  tools  such 
as  cement  sidewalk  workers  use. 

PLASTER  AND  STUCCO  FINISH.— The  ordinary  con- 
crete surface  with  a  film-like  cement  covering  will  not  hold 
plaster  or  stucco.  To  get  proper  adhesion  the  concrete  sur- 
face must  be  scrubbed,  treated  with  acid  or  tooled  before  the 
plaster  or  stucco  is  applied  and  this  makes  an  expensive  finish 
since  either  of  the  preliminary  treatments  constitutes  a  good 
finish  by  itself.  When  a  coarse  grained  facing  is  made  of  very 
dry  mixtures,  as  described  in  a  succeeding  section,  it  has  been 
made  to  hold  plaster  very  well  on  inside  work.  In  general 
plaster  and  stucco  finishes  can  be  classed  as  uncertain  even 
when  the  concrete  surface  has  been  prepared  to  take  them, 
and  when  the  concrete  has  not  been  so  prepared  such  finishes 
can  be  classed  as  absolutely  unreliable. 

MORTAR  AND  CEMENT  FACING.— Where  a  surface 
finish  of  fine  texture  or  of  some  special  color  or  composition  is 
desired  the  concrete  is  often  faced  with  a  coat  of  mortar  or, 
sometimes,  neat  cement  paste  or  grout.  Mortar  facing  is  laid 
from  I  to  2  ins.  thick,  usually  Ij4  ins.,  the  mortar  being  a  i-i, 
1-2  or  1-3  mixture  and  of  cement  and  ordinary  sand  where  no 
special  color  or  texture  is  sought.  This  facing  often  receives 
a  future  special  finish  as  described  in  succeeding  sections,  bu: 
it  is  more  usually  used  as  left  by  the  forms  or  at  best  with 
only  a  troweling  or  brushing  with  grout.  Engineers  nearly 
always  require  that  the  mortar  facing  and  the  concrete  back- 
ing shall  be  constructed  simultaneously.  This  is  accomplished 
by  using  facing  forms,  two  kinds  of  which  are  shown  by  Figs. 
45  and  46.  In  use  the  sheet  steel  plates  are  placed  on  edge 
the  proper  distance  back  of  the  lagging  and  the  space  between 
them  and  the  lagging  is  filled  with  the  facing  mortar.  The 
concrete  backing  is  then  filled  in  to  the  height  of  the  plate, 
which  is  then  lifted  vertically  and  the  backing  and  facing  thor- 
oughly bonded  by  tamping  them  together.    The  form  shown 
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by  Fig.  46,  though  somewhat  the  more  expensive,  is  the  prefer- 
able one,  since  the  attached  ribs  keep  the  plate  its  exact  dis- 
tance from  the  lagging  without  any  watching  by  the  men, 
while  the  flare  at  the  top  facilitates  filling.  The  facing  mortar 
has  to  be  rather  carefully  mixed ;  it  must  be  wet  enough  to 
work  easily  and  completely  into  the  narrow  space  and  yet  not 
be  so  soft  that  in  tamping  the  backing  the  stones  are  easily 
forced  through  it.    Also  since  the  facing  cannot  proceed  faster 


T 


■^ 


^hoh 


Plat*  to  bt  ^9  tkiok 


Eng.-Contr, 


8fMt *i 

Hook  for  nmoolng 
9hto 


Tig,  46. — Form  for  Applying  Cement  Facing:  (Massachusetts  Highway  Com- 

•         mission). 

than  the  backing  the  mortar  has  to  be  mixed  in  small  batches 
so  that  it  is  always  fresh.  A  cubic  yard  of  mortar  will  make 
216  sq.  ft.  of  lyi-'m.  facing.  Cement  facing  is  seldom  made 
more  than  i  in.  thick.  If  placed  as  a  paste  the  process  is 
essentially  the  same  as  for  placing  mortar.  When  grout  is 
used  a  form  is  not  used ;  place  and  tamp  the  concrete  in  6  to 
8-in  layers,  then  shove  a  common  gardener's  spade  down  be- 
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Fig.  46.— Form  for  Applying  Cement  Facing  (nUnols  Central  R.  R.). 

tween  the  concrete  and  the  lagging  and  pull  back  the  concrete 
about  an  inch  and  pour  the  opening  full  of  grout  and  with- 
draw the  spade.  If  this  work  is  carefully  done  there  will  be 
very  few  stones  showing  when  the  forms  are  removed.  When 
stiff  pastes  or  mortars  are  used  the  contractor  often  places  the 
facing  by  plastering  the  lagging  just  ahead  of  the  concreting; 
this  process  requires  constant  watching  to  see  that  the  plaster 
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coat  does  not  slough  or  peel  off  before  it  is  backed  up  with 
concrete. 

SPECIAL  FACING  MIXTURES  FOR  MINIMIZING 
FORM  MARKS. — The  ordinary  facing  mixture  of  mortar  or 
cement  is  so  fine  grained  and  plastic  that  it  readily  takes  the 
impress  of  every  irregularity  in  the  form  lagging;  where  a 
particularly  good  finish  is  desired  this  makes  necessary  subse- 
quent finishing  treatments.  To  avoid  these  subsequent  treat- 
ments and  at  the  same  time  to  reduce  the  form  marks,  special 
facing  mixtures,  which  will  not  take  the  imprint  of  and  which 
will  minimize  rather  than  exaggerate  every  imperfection  in 
the  forms,  have  been  used  with  very  considerable  success  in 
the  concrete  work  done  for  the  various  Chicago,  111.,  parks. 
The  mixture  used  consists  usually  of  i  part  cement,  3  parts 
fine  limestone  screenings  and  3  parts  ^-in.  crushed  limestone ; 
these  materials  are  mixed  quite  dry  so  no  mortar  will  flush  to 
the  surface  when  rammed  hard.  With  moderately  good  form 
work  the  imprint  of  the  joints  is  hardly  noticeable  and  grain 
marks  do  not  show  at  all.  For  thin  building  walls  the  special 
mixture  is  used  throughout  the  wall,  but  for  more  massive 
structures  it  is  used  only  for  the  facing. 

GROUT  WASHES.— Grout  finishes  serve  only  to  fill  the 
small  pits  and  pores  in  the  surface  coating;  cavities  or  joint 
lines,  if  any  exist,  must  be  removed  by  plastering  or  rubbing 
before  the  grout  is  applied  or  else  by  applying  the  grout  by 
rubbing.  In  ordinary  work  the  grout  is  applied  with  a  brush 
after  the  holes  have  been  plastered  and  the  joint  marks  rubbed 
down.  The  grout  to  be  applied  with  a  brush  should  be  about 
the  consistency  of  whitewash ;  a  i  cement  2  sand  mixture  is 
a  good  one.  Where  a  more  perfect  finish  of  dark  color  is 
desired  the  grout  of  neat  cement  and  lampblack  in  equal  parts 
may  be  applied  as  follows:  Two  coats  with  a  brush,  the 
second  coat  after  the  first  has  dried,  and  one  coat  by  sweeping 
with  a  small  broom.  The  broom  marks  give  a  slightly  rough 
surface.  Instead  of  a  liquid  grout  a  stiff  grout  or  semi-liquid 
mortar  applied  with  a  trowel  or  float  can  be  used.  In  this  case 
the  grout  should  be  applied  in  a  very  thin  coat  and  troweled 
or  floated  so  that  only  the  pores  are  filled  and  no  body  of 
mortar  left  on  the  surface  or  else  it  will  scale  oflf.  A  more 
expensive  but  very  superior  grout  finish  is  obtained  by  rub- 
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bing  and  scouring  the  wet  grout  into  the  surface  with  cement 
mortar  bricks,  carborundum  bricks,  or  such  like  abrasive  ma- 
terials. A  I  cement  i  sand  mortar  brick,  with  a  handle 
molded  into  it,  and  having  about  the  dimensions  of  an  ordi- 
nary building  brick  makes  a  good  tool  for  rubbing  down 
joint  marks  as  well  as  for  applying  grout. 

FINISHING  BY  SCRUBBING  AND  WASHING— A 
successful  finish  for  concrete  structures  consists  in  removing 
the  forms  while  the  concrete  is  green  and  then  scrubbing  the 
^_^^^^^^^^^^^^^^^^^^^^^  surface  with  a  brush  and 
j-    ■  water  until   the    film    of 

cement  is  removed  and 
the  clean  sand  or  stone 
left  exposed.  This  meth- 
od has  been  chiefly  used 
in  concrete  work  done  by 
the  city  of  Philadelphia, 
Pa.,  Mr,  Henry  M.  Quim- 
by.  Bridge  Engineer,  Fig- 
ure 47  shows  an  example 
of  scrubbed  finish,  but  of 
course  the  texture  or 
color  of  the  surface  will 
vary  with  the  cliaracter 
of  the  face  mixture  and 
the  hue  of  the  sand  or 
chips  used.  Warm  tones 
can  be  secured  by  the  use' 
of  crushed  brick  or  red 
gravel;  a  dark  colored 
stone  with  light  sand 
gives  a  color  much  re- 
sembling granite;  fine 
gravel  or  coarse  sand 
gives  a  texture  like  sand- 

_     ,,    _        .    _  ,    .     t™  .  ..  .        stone.     In    much   of   this 

n».  <T.— Concrete  BaluBler  FlnlBhed 

by  BcrubbinK  and  Washing.  work    donc    in    Philadel- 

phia a  mixture  composed  of  i  part  cement,  2  parts  bank  sand 
and  3  parts  crushed  and  cleaned  black,  slaty  shale  from  f^  to 
J4  in.  in  size,  has  been  used  with  good  results  both  in  appear- 


132 


CONCRETE    CONSTRUCTION. 


ance  and  in  durability.  The  scrubbing  is  done  with  an  ordi- 
nary hoHse  scrubbing  brush  at  the  same  time  flushing  the  con- 
crete with  water  from  a  sponge  or  bucket  or,  preferably,  from 
a  hose.  In  general  the  washing  is  done  on  the  day  following 
the  placing  of  the  concrete  but  the  proper  time  depends  upon 
the  rapidity  with  which  the  concrete  sets.  In  warm  weather 
24  hours  after  placing  is  generally  about  right,  but  in  cold 
weather  48  hours  may  be  required,  and  in  very  cold  weather 
the  concrete  has  been  left  to  set  a  week  and  the  scrubbing 
has  been  successful.  With  the  concrete  in  just  the  proper 
condition  a  few  turns  of  the  brush  with  plenty  of  water  will 
clean  away  the  cement,  but  if  a  little  too  hard  wire  brushes 
must  be  used  and  if  still  harder  a  scouring  brick  or  an  ordinary 
brick  with  sand   is  necessary  to  cut  the  cement  film.     The 


Fig.  48.— Concrete  Abutment  with  Scrubbed  Finish  and  Course  Marks. 
process  requires  that  the  forms  ^hall  be  so  constructed  that 
the  lagging  can  be  removed  when  the  concrete  has  reached  the 
proper  age  for  treatment.  Mr.  Quiniby  sets  the  studs  8  to  12 
ins.  from  the  face  and  braces  the  lagging  boards  against  them 
by  cleats  nailed  so  as  to  be  easily  loosened.  His  practice  is  to 
use  boards  in  one  width  the  full  depth  of  the  course  and  to 
nail  a  triangular  bead  strip  to  the  face  at  each  edge.  These 
bead  strips  mark  the  joints  between  courses  as  shown  by 
Fig.  48.  When  a  "board"  is  taken  off  it  is  cleaned  and  oiled 
and  reset  for  a  new  course  by  inserting  the  bottom  bead  strip  ■ 
in  the  hp.lf  indentation  left  by  the  top  bead  in  the  concrete. 
This  is,  of  course,  for  work  of  such  size  that  one  course  is  a 
day's  work  of  concreting.     In  such  work,  two  carpenters  witli 
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perhaps  one  helper  will  remove  a  course  of  "boards"  say  100  ft. 
long  in  from  4  to  8  hours.  While  forms  of  the  kind  described 
cost  more  to  construct  there  is  a  saving  by  repeated  re-use 
of  the  lagging  boards.  The  indentations  or  beads  marking  the 
courses  serve  perfectly  to  conceal  the  construction  joints. 
The  cost  of  scrubbing  varies  with  the  hardness  of  the  con- 
crete; when  in  just  the  right  condition  for  effective  work  one 
man  can  scrub  100  sq.  ft.  in  an  hour;  on  the  other  hand  it  has 
taken  one  man  a  whole  day  to  scrub  and  scour  the  same  area 
when  the  concrete  was  allowed  to  get  hard. 

FINISHING  BY  ETCHING  WITH  ACID.— The  acid 
etched  or  acid  wash  process  of  finishing  concrete  consists  in 
first  washing  the  surface  with  an  acid  preparation  to  remove 
the  surface  cement  and  expose  the  sand  and  stone,  then  with 
an  alkaline  solution  to  remove  all  free  acid,  and  finally,  with 
clear  water  in  sufficient  volume  to  cleanse  and  flush  the  sur- 
face thoroughly.  The  work  can  be  done  at  any  time  after  the 
forms  are  removed  and  does  not  require  skilled  labor;  any 
man  with  enough  judgment  to  determine  when  the  etching  has 
progressed  far  enough  can  do  the  wrok.  This  process  has 
been  very  extensively  used  in  Chicago  by  the  South  Park 
Commission,  Mr.  Linn  White,  Engineer.  In  this  work  the 
concrete  is  faced  with  a  mixture  of  cement,  sand  and  stone 
chips,  any  stone  being  used  that  is  not  aflPected  by  acid. 
Limestone  is  excluded.  Where  some  color  is  desired  the 
facing  can  be  mixed  with  mineral  pigments  or  with  colored 
sand  or  stone  chips.  This  acid  wash  process  has  been  pat- 
ented, the  patentees  being  represented  by  Mr.  J.  K.  Irvine, 
Sioux  City,  la. 

TOOLING  CONCRETE  SURFACES.— Concrete  surfaces 
mav  be  bush-hammered  or  otherwise  tool  finished  like  natural 
stone,  exactly  the  same  methods  and  tools  being  used.  Tool- 
ing must  wait,  however,  until  the  concrete  has  become  fairly 
hard.  As  the  result  of  his  experience  in  tooling  some  43,000 
sq.  ft.  of  concrete,  Mr.  W.  J.  Douglas  states  that  the  concrete 
should  be  at  least  30  days  old  and,  preferably,  60  days  old,  if 
possible,  when  bush-hammered.  There  is  a  great  variation  in 
the  costs  given  for  tooling  concrete.  Mr.  C.  R.  Neher  states 
that  a  concrete  face  can  be  bush-hammered  bv  an  ordinarv 
laborer  at  the  rate  of  100  sq.  ft.  in  10  hours  or  at  a  cost  of 
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lyi  cts.  per  square  foot  with  wages  at  15  cts.  per  hour.  Mr. 
E.  L.  Ransome  states  that  bush-hammering  costs  from  iVi  to 
2J/2  cts.  per  square  foot,  wages  of  common  laborers  being  15 
cts.  per  hour.  The  walls  of  the  Pacific  Borax  Co.'s  factory  at 
Bayonne,  N.  J.,  were  dressed  by  hand  at  the  rate  of  100  to  200 
sq.  ft.  per  man  per  day;,  using  pneumatic  hammer  one  man 
was  able  to  dress  from  300  to  600  sq.  ft.  per  day.  In  construct- 
ing the  Harvard  Stadium  the  walls  were'  dressed  with  pneu- 
matic hammers  fitted  with  a  tool  with  a  saw-tooth  cutting 
blade  like  an  ice  chopper.  Men  timed  by  one  of  the  authors  on 
a  visit  to  this  work  were  dressing  wall  surface  at  the  rate  oi 
50  sq.  ft.  per  hour,  but  the  contractor  stated  that  the  average 
work  per  man  per  day  was  200  sq.  ft.  Common  laborers  were 
employed.  The  average  cost  of  bush-hammering  some  43,000 
sq.  ft.  of  plain  and  ornamental  blocks  for  the  Connecticut  Ave- 
nue Bridge  at  Washington,  D.  C,  was  26  cts.  per  square  foot. 
Both  pneumatic  tools  and  hand  tooling  were  employed  and 
the  work  of  both  is  lumped  in  the  above  cost,  but  hand  tooling 
cost  about  twice  as  much  as  machine  tooling.  The  work  was 
done  by  high-priced  men,  foremen  stone  cutters  at  $5  per  day 
and  stone  cutters  at  $4  per  day.  Moreover  a  grade  of  work 
equal  to  the  best  bush-hammered  stone  work  was  demanded. 
Full  details  of  the  cost  of  this  work  are  given  in  Chapter 
XVII.  Mr.  H.  M.  Quimby  states  that  the  cost  of  tooling  con- 
crete runs  from  3  cts.  to  12  cts.  per  square  foot,  according  to 
the  character  and  extent  of  the  work  and  the  equipment. 

GRAVEL  OR  PEBBLE  SURFACE  FINISH.— An  effect- 
ive variation  of  the  ordinary  stone  concrete  surface  is  secured 
by  using  an  aggregate  of  rounded  pebbles  of  nearly  uniform 
size  and  by  scrubbing  or  etching  remove  the  cement  enough 
to  leave  the  pebbles  about  half  exposed  at  the  surface.  In 
constructing  a  bridge  at  Washington,  D.  C,  the  concrete  was 
a  1-2-5  gravel  mixture  oi  V/z  to  2-in.  pebbles  for  the  spandrels 
and  arch  ring  face  and  of  i-in.  pebbles  for  the  parapet  walls. 
The  forms  were  removed  while  the  concrete  was  still  green 
and  the  cement  scrubbed  from  around  the  faces  and  sides  of 
the  pebbles  using  wire  brushes  and  water.  Tests  showed  that 
at  12  hours  age  the  concrete  was  not  hard  enough  to  prevent 
the  pebbles  from  being  brushed  loose  and  that  at  36  hours 
age  it  was  too  hard  to  permit  the  mortar  to  be  scrubbed  away 
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without  excessive  labor ;  the  best  results  were  obtained  when 
the  concrete  was  about  24  hours  old. 

COLORED  FACING.— Where  occasion  calls  for  concrete 
of  a  color  or  tint  other  than  is  obtained  by  the  use  of  the  ordi- 
nary materials  either  an  aggregate  of  a  color  suitable  for  the 
purpiose  may  be  used  or  the  mixture  may  be  colored  by  the 
addition  of  some  mineral  pigment.  The  first  method  is  by  all 
odds  the  preferable  one ;  it  gives  a  color  which  will  endure  for 
all  time  and  it  in  no  way  injures  the  strength  or  durability  of 
the  concrete.  Mineral  pigments  may  be  secured  from  any  of 
several  well-known  firms  who  make  them  for  coloring  con- 
crete, and  they  may  be  had  in  almost  every  shade.  Directions 
for  using  these  colors  can  be  had  from  the  makers.  All  but  a 
very  few  of  these  mineral  colors  injure  the  strength  and  dura- 
bility of  the  concrete  if  used  in  amounts  sufficient  to  produce 
the  desired  color  and  all  of  them  fade  in  time.  The  best 
method  of  producing  a  colored  mortar  or  concrete  facing  is  to 
mix  the  cement  with  screenings  produced  by  crushing  a 
natural  stone  of  the  desired  color. 


CHAPTER    IX. 

METHODS  AND  COST  OF  FORM  CONSTRUCTION. 

Concrete  being  a  plastic  material  when  deposited  requires 
molds  or  forms  to  give  it  the  shape  required  and  to  maintain 
it  in  that  shape  until  it  has  hardened  to  sufficient  strength  to 
require  po  exterior  support.  The  material  used  in  construct- 
ing forms  is  wood.  Beyond  the  use  of  metal  molds  for  build- 
ing blocks  for  sewer  construction  and  for  ornamental  and 
a  few  architectural  shapes,  iron  and  steel  are  used  in  form 
construction  only  as  ties  and  clamps  to  hold  parts  of  wood 
forms  together — except  in  rare  instances.  A  discussion  of 
form^  construction,  therefore,  is  essentially  a  discussion  of 
wood  forms. 

Before  taking  up  this  discussion,  however,  attention  de- 
serves to  be  called  to  the  opportunities  for  the  development  of 
metal  forms.  Lumber  is  costly  and  is  growing  more  scarce 
and  costly  all  the  time.  A  substitute  which  can  be  repeatedly 
used  and  whose  durability  and  salvage  value  are  great  pre- 
sents itself  in  steel  if  only  a  system  of  form  units  can  be 
devised  which  is  reasonably  adjustable  to  varying  conditions. 
Cylindrical  steel  column  molds  have  been  used  to  some  extent 
and  are  discussed  in  Chapter  XIX.  In  Chapter  XVT  we 
describe  a  steel  form  for  side  walls  of  a  tunnel  lining.  In 
some  building  work  done  in  the  northwest  corrugated  steel 
panels  or  sheets  have  been  used  as  lagging  for  floor  slab  cen- 
ters. A  number  of  styles  of  metal  forms  or  centers  for  sewer 
and  tunnel  work  have  been  devised  and  used  and  are  discussed 
in  Chapter  XXI.  Despite  this  considerable  use  of  metal  for 
special  forms  nothing  approaching  its  general  use  like  wood 
has  been  attempted,  and  the  field  lies  wide  open  for  invention. 

The  economics  of  form  construction  deserve  the  most  seri- 
ous attention  of  the  engineer  and  contractor.  It  is  seldom  that 
form  work,  outside  of  very  massive  foimdation  construction, 
costs  less  than  50  cts.  per  cubic  yard  of  concrete  in  place,  and 
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it  is  not  unusual  in  the  more  complex  structures  for  it  to  cost 
$5  per  cubic  yard  of  concrete  in  place.  These  costs  include 
the  cost  of  materials  and  of  framing,  handling  and  removing 
the  forms  but  they  do  not  embrace  extremely  high  or  low 
costs.  It  is  evident  without  further  demonstration  that  time 
spent  in  planning  economic  form  construction  for  any  consid- 
erable job  of  concrete  work  is  time  spent  profitably. 

In  the  following  sections  we  review  the  general  considera- 
tions which  enter  into  all  form  work.  Specific  details  of  con- 
struction and  specific  costs  of  form  work  are  given  in  succeed- 
ing chapters  where  each  class  of  concrete  work  is  discussed 
separately.  This  chapter  is  intended  principally  to  familiarize 
the  reader  with  general  principles  governing  form  work. 

EFFECT  OF  DESIGN  ON  FORM  WORK.— The  design- 
ing engineer  can  generally  aid  largely  in  reducing  the  cost 
of  form  work  if  he  will.  This  is  particularly  true  in  building 
work  in  which,  also,  form  costs  run  high.  By  arranging  his 
beam  spacing  and  sizes  with  a  little  care  he  will  enable  the 
contractor  to  use  his  forms  over  and  over  and  thus  greatly 
reduce  the  expense  for  lumber.  In  the  same  way  columns 
may  be  made  of  dimensions  which  will  avoid  frequent  re- 
making of  column  forms.  Panel  recesses  in  walls  may  be 
made  the  thickness  of  a  board  or  plank,  instead  of  some  odd 
depth  that  will  require  a  special  thickness  of  lumber,  or  beams 
may  be  made  of  such  size  that  certain  dimension  widths  of 
lumber  can  be  used  without  splitting.  In  general,  carpenter 
work  costs  more  than  concrete  and  where  a  little  excess  con- 
crete may  be  contributed  to  save  carpenter  work  it  pays  to 
contribute  it.  The  figures  given  in  Chapter  XIX,  showing  the 
reduction  in  lumber  cost  coming  from  using  the  same  material 
over  a  second  or  third  time,  should  be  studied  in  this  connec- 
tion. The  leading  firms  of  engineering-contractors  which  both 
design  and  construct  reinforced  concrete  buildings  fully  realize 
these  opportunities  and  take  advantage  of  them,  but  the  gen- 
eral practitioner,  particularly  if  he  be  an  architect,  does  not 
do  so.  The  authors  have  personal  knowledge  of  one  building 
in  which  a  slight  change  in  spacing  and  dimensions  of  beams 
— a  change  that  would  have  been  of  no  architectural  or  struc- 
tural significance — would  have  reduced  the  successful  con- 
tractor's bid  for  the  work  by  $10,000.    The  designing  engineer 
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should  hold  it  as  a  cardinal  point  in  design  that  form  work, 
and  we  will  add  here  reinforcement  also,  should  so  far  as 
possible  be  made  interchangeable  from  bay  to  bay  and  from 
floor  to  floor. 

KIND  OF  LUMBER.— The  local  market  and  the  character 
of  the  work  generally  determine  the  kind  of  lumber  to  be  used 
for  forms.  The  hardwoods  are  out  of  the  question  for  form 
construction  because  they  cost  too  much  and  are  too  hard  to 
work.  Among  the  soft  woods  white  pine  costs  too  much  for 
general  use  and  hemlock  is  unreliable  when  exposed  to  the 
weather.  This  reduces  the  list  generally  available  to  spruce, 
Norway  pine  and  the  southern  pines.  Neither  green  nor  kiln- 
dried  lumber  is  so  good  as  partially  dry  stuff,  since  the  kiln- 
dried  lumber  swells  and  crushes  or  bulges  the  joints  and  green 
lumber  does  not  swell  enough  to  close  the  joints.  Forms  have 
to  withstand,  temporarily,  very  heavy  loads,  therefore,  knots, 
shakes  and  rot  must  be  watched  after.    The  choosing  of  good  1 

lumber  is  a  simple  process  and  the  contractor  who  wants  to 
be  able  to  rely  on  his  forms  will  look  after  it  carefully,  without 
going  to  extremes  which  the  work  does  not  warrant. 

FINISH  AND  DIMENSIONS  OF  LUMBER.— Dressing: 
the  lumber  serves  four  important  purposes:  It  permits  th? 
forms  to  be  constructed  more  nearly  true  to  line  and  surface : 
it  permits  tighter  joint  construction ;  it  gives  a  smoother  sur- 
face finish  to  the  concrete,  and  it  facilitates  the  removal  and 
cleaning  of  the  forms.  Undressed  lumber  may  be  used  for  the 
backs  of  walls  and  abutments,  for  work  below  ground  and 
wherever  a  smooth  and  true  surface  is  unimportant ;  there  are 
some  contractors,  however,  who  prefer  lumber  dressed  on 
one  side  even  for  these  purposes  because  of  the  smaller  cost 
of  cleaning.  For  floor  and  wall  forms  the  lumber  should 
always  be  dressed  on  one  side;  where  the  work  is  very  par- 
ticular  both  sides  should  be  dressed,  and  in  special  cases  the 
sides  of  the  joists  or  studs  against  which  the  lagging  lies  may 
be  dressed.  For  ordinary  work  a  square  edge  finish  does  well 
enough  but  for  fine  face  work  a  tongue  and  groove  or 
bevel  edge  finish  is  preferable.  The  tongue  and  groove  finish 
gives  a  somewhat  tighter  joint  on  first  laying  but  it  does  not 
take  up  swelling  or  resist  wear  so  well  as  the  bevel  edge 
finish.  I 


FORM   COXSTRUCTIOr 


139 


When  ordering  new  lumber  for  forms  the  contractor  will 
save  much  future  work  and  waste  if  he  does  it  from  plans. 
Timber  cut  to  length  and  width  to  go  directly  into  the  forms 
reduces  both  mill  and  carpenter  work  on  the  site,  and  in 
many  cases  it  can  be  so  ordered  if  ordered  from  plans.  Waste 
is  another  item  that  is  reduced  by  ordering  from  plans ;  with 
lumber  costing  its  present  prices  crop  ends  run  into  money 
very  rapidly.  When  old  lumber  from  a  previous  job  is  to  be 
used  the  contractor  can  only  make  the  best  of  his  stock,  but 
even  here  form  plans  will  result  in  saving.  Sort  and  pile  the 
old  lumber  according  to  sizes  and  make  a  schedule  of  the 
quantity  of  each  size  on  hand ;  this  schedule  in  the  hands  of 
the  man  who  designs  the  forms  and  of  the  head  carpenter  will 
materially  reduce  waste  and  carpenter  work.  It  is  :^ften 
possible  especially  in  making  concrete  foundations  for  frame 
buildings  to  use  lumber  for  forms  which  is  subsequently  used 
for  floor  beams,  etc.,  in  the  building. 

Contractors  differ  greatly  in  their  ideas  of  the  proper  thick- 
ness of  lumber  to  use  for  various  parts  of  form  work.  Gener- 
ally speaking  ij4  to  2-in.  stuff  is  used  for  wall  lagging  held 
by  studding  and  i-in.  stuff  when  built  into  panels;  for  floor 
lagging  i-in  stuff  with  joists  spaced  up  to  24  ins.  or  when 
built  into  panels;  for  column  lagging  i^  to  2-in.  stuff;  for 
sides  of  girders  i,  ij4>  i/^  and  2-in.  stuff  are  all  used;  and  for 
bottoms  of  girders,  iy2  and  2-in.  stuff.  These  figures  arc 
by  no  means  invariable  as  a  study  of  the  numerous  examples 
of  actual  form  work  given  throughout  this  book  will  show. 

COMPUTATION  OF  FORMS.— If  the  minimum  amount 
of  lumber  consistent  with  a  given  deflection  is  to  be  used  in 
form  work  the  sizes  and  spacing  of  the  supporting  members 
must  be  actually  computed  for  the  loading.  As  a  practical 
matter  of  fact  the  amount  of  material  used  and  the  arrange- 
ment of  the  supports  are  often  subject  to  requirements  of 
unit  construction,  clearance,  staging,  etc.,  which  supersede 
the  matter  of  economical  adaptation  of  material  to  loading. 
The  designing  of  form  work  is  at  best,  therefore,  a  compro- 
mise between  rules  of  thumb  and  scientific  calculation.  In 
wall  work  empirical  methods  are  nearly  always  followed.  In 
girder  and  floor  slab  work,  on  the  other  hand,  design  is  com- 
monly based  on  computation. 


I40  CONCRETE    CONSTRUCTION. 

In  the  matter  of  loads  the  general  practice  is  to  assume  the 
weight  of  concrete  as  a  liquid  at  some  amount  which  it  is 
considered  will  also  cover  the  weight  of  men,  barrows,  run- 
ways and  current  construction  materials.  The  assumed  weights 
vary.  One  prominent  engineering  firm  assumes  the  load, 
to  be  the  dead  weight  of  concrete  as  a  liquid  and  the 
load  due  to  placing  and  specifies  that  the  forms  shall  he 
designed  to  carry  this  load  without  deflection.  Mr.  \\\ 
J.  Douglas,  Engineer  of  Bridges,  Washington,  D.  C.,  as- 
sumes for  lateral  thrust  on  wall  forms  that  concrete  is 
a  liquid  of  half  its  own  weight,  or  75  lbs.  per  cu.  ft. 
Mr.  Sanford  E.  Thompson,  Consulting  Engineer,  Newton 
Highlands,  Mass.,  assumes  for  dead  load,  weight  of  concrete 
including  reinforcement  as  154  lbs.  per  cu.  ft.,  and  for  live  load, 
75  lbs.  per  sq.  ft.  on  slabs  and  50  lbs.  per  sq.  ft.  in  figuring 
beam  and  girder  forms  and  struts. 

The  assumed  safe  stresses  in  form  work  may  be  taken  some- 
what higher  than  is  usual  in  timber  construction,  because  of 
the  temporary  character  of  the  load.  In  calculating  beams 
the  safe  extreme  fiber  stress  may  be  assumed  at  750  lbs.  per 
sq.  in.  The  safe  stress  in  pounds  per  square  inch  for  struts 
or  pOvSts  is  shown  by  Table  XW  compiled  by  Mr.  Sanford  E. 
Thompson.  The  sizes  bf  struts  given  are  those  most  com- 
monly used  in  form  work. 
Table  XV. — Safe  Strength  of  Timber  Struts  for  Frame  Work. 

— Dimensions  of  Strut. — 
Length  Strut.  3X4-in.     4X4-in.     6x6-in.     8x8-in. 

Feet.  Lbs.  Lbs.  Lbs.  Lbs. 

14    700  900         1,100 

12    600  800         1,000         1,200 

10    700  900         1,100         1,200 

8    850         1,050         1,200         1,200 

6    1,000         1,200         1,200         1,200 

In  using  this  table  it  must  be  borne  in  mind  that,  bracing 
both  ways  reduces  the  length  of  a  long  strut.  For  example, 
if  a  strut  24  ft.  long  be  divided  into  three  panels  by  bracing 
the  length  of  strut  so  far  as  the  table  is  concerned  is  8  ft. 

As  stated  above  wall  forms  are  rarely  computed.  Experi- 
ence has  shown  that  the  maximum  spans  of  various  thick- 
nesses of  lagging  between  supports  are:     i-in.  boards,  24  ins.; 
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lyi-'^n.  plank,  4  ft.,  and  2-in.  plank,  5  ft.     Studding  will  vary 

in  size  from  2  x  4  to  4  x  6  ins.,  strutted  and  braced  horizontally 

to  meet  conditions.    Column  forms,  like  wall  forms,  are  rarely 

computed,  yokes  being  spaced  2  ft.  apart  for  ij4-in.  lagging 

up  to  3  to  3|4  ft.  apart  for  2-in.  lagging. 

Floor  forms,  including  girder  and  slab  forms,  are  computed 

on  the  basis  of  a  maximum  deflection  and  not  on  the  basis  of 

strength.     Sagging  forms  are  liable  to  rupture  the  beam  or    - 

slab.     The  amount  of  deflection  considered  allowable  varies 

from  no  deflection  up  to  ^  toj^  in.    Assuming  the  deflection, 

permissible  thickness  of  the  timber  necessary  to  carry  the  load 

is  determined  by  the  formulas: 

d=5   W  l'-^384  E  I (I) 

and 

1  = (2) 

Formula  (i)  is  the  familiar  one  for  computing  deflection  for 
a  beam  supported  (not  fixed)  at  the  ends.  Mr.  Sanford  E. 
Thompson  suggests  using  the  constant  3  '384,  which  is  an  ap- 
proximate mean  between  1/384  that  for  beams  with  fixed  ends 
and  5/384  that  for  beams  with  ends  supported.  Formula  (i) 
then  becomes 

d=3  w  1^-^384  £  I. 

in  which  as  above: 
^=maximum  deflection  in  inches. 

[F=total  load  on  plank  or  joist. 

/=length  between  supports  in  inches. 

£=rrnodulus  of  elasticity  of  lumber. 

/i=moment  of  inertia  of  cross-section. 

fr^zbreadth  of  lumber. 

Ii  =  depth  of  lumber. 

The  deflection,  d,  being  assumed  formula  (i)  is  solved  for 
/,  moment  of  inertia.-  Substituting  the  value  of  /  in  formula 
(2)  we  can  readily  estimate  the  size  of  joist  or  thickness  of 
plank  to  use.  For  spruce,  yellow  pine  and  the  other  woods 
commonly  used  in  form  work  E  may  be  taken  equal  to  i  ,300,000 
lbs.  per  sq.  in. 

DESIGN  AND  CONSTRUCTION.— The  main  points  to 
be  kept  in  mind  in  the  original  design  and  construction  of 
forms  are:     Economy  in  lumber,  economy  in  carpenter  work, 
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and  economy  in  taking  down,  carrying  and  re-erecting.  Econ- 
omy in  lumber  is  not  merely  the  matter  of  using  the  least 
amount  of  lumber  that  will  serve  the  purpose  considering  the 
form  as  an  isolated  structure.  It  may  be  possible  to  build  a 
column  form,  for  example,  of  very  light  material  which  will 
serve  to  mold  a  single  column,  but  it  is  evident  that  we  could 
better  afford  to  use  twice  this  amount  of  lumber  if  by  doing 
so  we  obtained  a  form  which  could  be  used  over  again  to  mold 
a  second  column ;  no  more  lumber  per  column  would  be  used 
while  the  cost  of  erecting  a  form  already  framed  is  less  than 
the  cost  of  framing  a  new  form.  Economy  in  lumber  in  form 
construction  involves,  therefore,  recognition  of  the  economies 
to  be  gained  by  repeated  use  of  the  lumber.  A  certain  amount 
of  additional  sturdiness  is  required  in  the  shape  of  heavier 
form  lumber  and  stronger  framing  to  provide  for  the  wear 
and  tear  of  repeated  use,  and  it  is  always  economy  to  provide 
it  when  repeated  use  is  possible.  The  thing  can  be  overdone, 
however;  there  is  an  economical  limit  to  repeated  use,  as  we 
demonstrate  further  on.  In  the  matter  of  economy  in  car- 
penter work,  a  certain  amount  of  extra  work  put  into  framing 
the  forms  to  withstand  the  stress  of  repeated  use  is  economic- 
ally justifiable.  Also  carpenter  work  put  into  framing  which 
substitutes  clamps  and  wedges  for  nails  is  sound  economy : 
generally  speaking  a  skillful  form  carpenter  is  recognized  by 
the  scarcity  of  nails  he  uses.  The  possrbility  of  reducing 
carpenter  work  by  ordering  lumber  to  length  and  width  from 
plans  has  already  been  mentioned.  It  is  possible  often  to  go  a 
step  further  by  having  certain  standard  panels,  boxes,  etc.. 
made  in  regular  shops.  Piece  work  is  often  possible  and 
will  frequently  reduce  framing  costs.  In  designing  for  econ- 
omy in  taking  down,  carrying  and  re-erecting  forms  a  car- 
dinal point  should  be  that  the  work  be  such  that  it  can  be 
executed  by  common  laborers.  This  result  can  be  very  nearly 
approached  by  careful  design,  even  for  form  work  that  is  quite 
complex,  if  a  special  gang  is  devoted  to  the  work  and  trained 
a  little  in  the  various  operations.  Design  the  forms  so  that 
they  come  apart  in  ynits  by  simply  removing  bolts,  clamps 
and  wedges.  They  can  then  be  taken  dow^n,  carried  and 
erected  by  common  laborers  with  a  skilled  man  in  charge  to 
meet  emergencies  and  to  true  and  line  up  the  work. 
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In  the  matter  of  details  the  joints  deserve  particular  atten- 
tion. In  column  and  girder  forms,  generally,  joints  will  be 
square  or  butt  joints,  and  to  get  them  tight  the  lumber  must 
be  dressed  true  to  edge.  Tight  joints  are  considered  essential 
by  many  not  only  to  avoid  joint  marks  but  for  the  more 
important  reason  that  otherwise,  with  wet  mixtures,  a  honey- 
combed concrete  is  produced  by  leakage.  Where  tight  joints 
are  desired  tongue  and  groove  stock  or  stock  cut  with  one  edge 
beveled  and  the  other  square  give  the  best  results.  The 
authors  believe  that  the  best  general  satisfaction  will  be  got 
from  the  bevel  edge  stock  placed  so  that  the  bevel  edge  of  one 
board  comes  against  the  square  edge  of  the  next  board ;  undue 
swelling  then  results  in  the  bevel  edge  cutting  into  the  ad- 
jacent square  edge  without  bulging.  Tongues  and  grooves 
suffer  badly  from  breakage.  As  a  matter  of  fact  square  edged 
stock,  if  well  dressed  and  sized  and  well  filled  with  moisture, 
can  be  used  and  is  used  with  entire  success  in  nearly  all  kinds 
of  work.  The  leakage  will  be  very  slight  with  ordinarily  good 
butt  joints  and  so  far  as  surface  appearance  goes  joint  marks 
are  more  cheaply  and  more  satisfactorily  eliminated  by  other 
means  than  attempting  to  get  cabinet  work  in  form  construc- 
tion. Where  girder  forms  join  columns  or  beams  connect 
with  girders  and  at  the  angles  of  floor  slabs  with  beams  the 
edges  or  corners  of  the  forms  should  be  rounded.  The  edges 
of  beams  and  column  corners  will  appear  better  if  beveled ;  a 
triangular  strip  in  the  corners  of  the  forms  will  provide  this 
bevel.  Forms  and  mold  construction  for  ornamental  work  call 
for  and  are  given  special  consideration  in  Chapter  XXIII.  In 
conclusion,  the  reader  should  study  the  specific  examples  of 
form  construction  for  different  purposes  that  are  given 
throughout  the  book  for  hints  as  to  special  practice  and 
details. 

UNIT  CONSTRUCTION  OF  FORMS.— Unit  construc- 
tion has  a  somewhat  variable  meaning  in  form  work.  In  wall 
and  tank  work  and  in  some  other  kinds  of  work  unit  construc- 
tion means  the  use  of  form  units  which  are  gradually  moved 
ahead  or  upward  as  the  concreting  progresses  or  of  form  units 
which  are  used  one  after  another  in  continuous  succession  as 
the  concreting  progresses.  In  column,  girder  and  floor  work 
unit  construction  means  the  division  of  the  form  work  as  a 
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whole  and  also  of  the  individual  forms  into  independent  struc- 
tural units;  thus  in  forms  for  a  building  the  column  forms 
may  be  independent  of  the  girder  forms  and  also  each  column 
and  girder  form  be  made  up  of  several  separate,  units.  In  all 
cases  unit  construction  has  for  its  purpose  the  use  of  the  same 
form  or  at  least  the  same  form  lumber  over  and  over  for  mold- 
ing purposes.  Every  time  the  use  of  the  same  form  is  re- 
peated, the  cost  of  form  work  per  cubic  yard  of  concrete  placed 
is  reduced.  The  theoretical  limit  of  economical  repetition  is 
then  the  limit  of  endurance  of  the  form,  the  practical  limit, 
however,  is  something  quite  different.  Most  concrete  work 
varies  in  form  or  dimensions  often  enough  to  prevent  the  use 
of  the  same  forms  more  than  a  few  times,  and  even  if  these 
variations  did  not  exist  the  time  element  would  enter  to  pre- 
vent the  same  form  or  form  lumber  being  used  more  than  a 
certain  number  of  times.  Unit  construction  to  give  repeated 
use  of  forming  has,  therefore,  its  economic  limits.  The  sig- 
nificance of  this  conclusion  does  not  lie  in  any  novelty  that  it 
possesses  but  in  the  fact  that  for  any  piece  of  work  it  deter- 
mines the  labor  that  may  profitably  be  expended  in  working 
out  and  constructing  form  units. 

LUBRICATION  OF  FORMS.— All  forms  for  concrete  re- 
quire a  coating  of  some  lubricant  to  prevent  the  concrete  from 
adhering  to  the  wood  with  which  it  comes  in  contact.  Inci- 
dentally this  coating  tends  to  give  a  smoother  surface  to  the 
concrete  and  to  preserve  the  wood  against  damage  by  its 
alternate  wetting  and  drying.  The  great  value  of  lubrication 
is,  however,  that  it  reduces  the  cost  of  removing  forms.  The 
requisite  of  a  good  coating  material  is  that  it  shall  be  thin 
enough  to  spread  evenly  and  to  fill  the  pores  and  grain  of  the 
wood.  Crude  oil  or  petroline  makes  one  of  the  best  coatings, 
but  various  other  greasy  substances  will  serve.  Where  the 
forms  are  not  to  be  removed  until  the  concrete  has  set  hard  a 
thorough  wetting  of  the  wood  just  before  the  concrete  is 
placed  is  all  the  coating  necessary.  Any  concrete  adhering  to 
forms  should  be  thoroughly  cleaned  off  before  they  are  used 
again  and  the  wood  underneath  given  a  special  heavy  coating. 

FALSEWORKS  AND  BRACING.— The  falseworks  which 
support  the  forms  proper  and  stagings  for  workman,  runways, 
material  hoists,  etc.,  do  not  call  for  any  striking  differences  in 
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construction  and  arrangement  from  such  work  elsewhere.  For 
wall  forms  inclined  props  reaching  from  ground  to  studding 
are  used  for  walls  of  moderate  height  such  as  retaining  walls, 
wing  walls,  and  abutments.  For  building  walls  of  some 
height  a  gallows  frame  arrangement  or  the  common  braced 
staging  used  by  masons  and  carpenters  is  used.  In  building 
construction,  however,  movable  forms  are  commonly  em- 
ployed for  walls  more  than  one  story  high  and  should  always 
be  employed  above  one  story  to  save  staging  timber.  Column 
forms  are  seldom  braced  unless  erected  without  connecting 
girder  or  floor  forms  at  their  tops,  and  then  only  by  diagonal 
props  to  the  floor  or  ground.  Girder  and  floor  supports  usu- 
ally consist  of  uprights  set  under  the  girder  form  at  intervals 
and  occasionally  under  floor  slab  forms.  -  The  spacing  of 
props  and  uprights  will  be  regulated  by  the  judgment  of  the 
foreman  and  boss  carpenter;  no  general  rule  is  applicable, 
except  that  enough  lumber  must  be  used  to  hold  the  forms 
rigid  and  true  to  line  and  level.  The  various  illustrations  of 
actual  formwork  which  follow  are  the  best  guides  to  good 
practice. 

TIME  FOR  AND  METHOD  OF  REMOVING  FORMS. 
— No  exact  time  schedule  for  removing  forms  is  wise  in  con- 
crete work.  Concrete  which  is  mixed  wet  sets  slower  than 
dry  concrete  and  concrete  sets  slower  in  cold  weather  than  it 
does  in  warm  weather.  Again  the  time  of  removal  is  influenced 
by  the  risk  taken  by  too  early  removal,  and  also  by  the  nature 
of  the  stresses  in  the  member  to  be  relieved  of  support.  In  all 
cases  the  forms  should  be  removed  as  soon  as  possible  so  that 
they  can  be  used  over  again  and  so  that  the  concrete  may  be 
exposed  to  the  air  to  hasten  hardening.  The  following  sug- 
gestions as  to  time  of  removal  are  general  and  must  be  fol- 
lowed with  judgment. 

Using  dry  concrete  in  warm  weather  the  forms  for  retaining 
walls,  pedestals,  isolated  pillars,  etc.,  can  De  removed  in  12 
hours ;  using  wet  or  sloppy  concrete  the  time  will  be  increased 
to  24  hours.  In  cold  weather  the  setting  is  further  delayed 
and  inspection  is  the  only  safe  guide  to  follow.  Very  cold 
weather  delays  setting  indefinitely.  Forms  for  small  arch 
work  like  sewers  and  culverts  may  be  removed  in  18  to  24 
hours  if  dry  concrete  is  used,  and  in  24  to  48  hours  if  wet  con- 
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Crete  is  used.  The  time  for  removing  large  arch  centers  should 
not  be  less  than  14  days  for  spans  up  to  50  ft.  if  the  arch  is 
backfilled  at  once ;  when  the  center  is  not  to  be  used  again  it 
is  better  to  let  it  stand  28  days.  For  very  large  arches  the 
problem  becomes  a  special  one  and  is  considered  in  Chapter 
XVII.  In  building  construction  the  following  schedule  is  a 
common  one.  Remove  the  column  forms  in  7  days  and  the 
sides  of  the  girder  forms  and  the  floor  lagging  in  14  days  leav- 
ing the  bottom  boards  of  the  girder  forms  and  their  supports 
in  place  for  21  days. 

As  an  example  of  indiviaual  practice  the  following  require- 
ments of  a  large  firm  of  concrete  contractors  are  given : 

Walls  in  mass  work,  i  to  3  days,  or  until  the  concrete  will 
bear  pressure  of  the  thumb  without  indentation. 

Thin  walls,  in  summer,  2  days ;  in  cold  weather,  5  days. 

Slabs  up  to  6-ft.  span,  in  summer,  6  days ;  in  cold  weather. 
2  weeks. 

Beams  and  girders  and  long,  span  slabs,  in  summer,  10  days 
or  2  weeks ;  in  cold  weather,  3  weeks  to  i  month.  If  shores 
are  left  without  disturbing  them,  the  time  of  removal  of  the 
sheeting  in  summer  may  be  reduced  to  I  week. 

Column  forms,  in  summer,  2  days ;  in  cold  weather,  4  days, 
provided  girders  are  shored  to  prevent  appreciable  weight 
reaching  columns. 

Conduits.  2  or  3  days,  provided  there  is  not  a  heavy  fill 
upon  them. 

Arches,  of  small  size,  i  week;  for  large  arches  with  heavy 
dead  load,  i  month. 

The  method  of  removing  forms  will  vary  in  detail  with  the 
character  of  the  structure.  Wjth  proper  design  and  lubrica- 
tion of  forms  they  will  ordinarily  come  away  from  the  concrete 
with  a  moderate  amount  of  sledge  and  bar  work.  If  the  work 
will  warrant  it,  have  a  special  gang  under  a  competent  fore- 
man for  removing  forms.  The  organization  of  this  gang  and 
the  procedure  it  should  follow  will  vary  with  the  nature  of 
the  form  work,  and  they  are  considered  in  succeeding  chapters 
for  each  kind  of  work. 

ESTIMATING  AND  COST  OF  FORM  WORK,— It  is 
common  practice  to  record  the  cost  of  forms  in  cents  per  cubic 
yard  of  concrete,  giving  separately  the  cost  of  lumber  and 
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labor.  This  should  be  done,  but  the  process  of  analysis  should 
be  carried  further.  The  records  should  be  so  kept  as  to  show 
the  first  cost  per  i,ooo  ft.  B.  M.  of  lumber,  the  number  of  times 
the  lumber  is  used,  the  labor  cost  of  framing^,  the  labor  cost  of 
erecting  and  the  labor  cost  of  taking  down,  all  expressed  in 
M.  ft.  B.  M.  In  this  way  only  is  it  possible  to  compare  the 
cost  of  forms  on  different  kinds  of  concrete  work,  and  thus 
only  can  accurate  predictions  be  made  of  the  cost  of  forms  for 
concrete  work  having  dimensions  differing  from  work  pre- 
viously done.  It  is  well,  also,  to  make  a  note  of  the  number 
of  square  feet  of  exposed  concrete  surface  to  which  the  forms 
are  applied. 

Some  of  the  items  tnentioned  demand  brief  explanation. 
Framing  and  erecting  costs  are  kept  separate  for  the  reason 
that  the  framing  is  done  only  once,  whereas  the  erecting 
occurs  two  or  more  times.  The  lumber  cost,  where  the  ma- 
terial is  used  more  than  once,  can  be  computed*  in  two  ways. 
An  example  will  illustrate  the  two  modes  of  procedure.  In 
one  of  the  buildings  described  in  Chapter  XIX  the  lumber  cost 
$30  per  M.  ft.  B.  M.  and  was  used  three  times.  As  34,000  ft. 
B.  M.  were  required  to  encase  the  200  cu.  yds.  of  concrete  in 
one  floor,  including  columns,  it  would  have  required  34,000-7- 
200  =  170  ft.  B.  M.  of  lumber  at  $30  per  M.  per  cubic  yard  of 
concrete  if  it  had  been  used  only  once.  But  since  it  was  used 
three  times  we  may  call  it  170  ft.  B.  M.  at  $10  per  M.  per  cubic 
yard  of  concrete,  or  we  may  call  it  i7o-f-3  =  57  ft.  B.  M.  at 
$30  per  M.  per  cubic  yard  of  concrete.  The  authors  prefer  the 
first  method,  due  to  the  fact  that  it  is  170  ft.  B.  M.  that  is 
handled  and  taken  down  each  time  and  it  is  more  consistent  to 
have  the  lumber  cost  on  the  same  basis  thus : 

170  ft.  B.  M.  of  lumber  at  $10  per  M $1.70 

170  ft.  B.  M.  handled  at  $2  per  M 0.34 

170. ft.  B.  M.  erected  at  $7  per  M 1.19 

- 

Total  170  ft.  B.  M.  per  cu.  yd $3.23 

Returning  to  our  main  thought,  there  are  three  ways  of 
recording  the  cost  of  form  work:  (i)  In  cents  per  cubic  yard 
of  concrete;  (2)  in  cents  per  square  foot  of  concrete  face  to 
which  forms  are  applied,  and  (3)  in  dollars  per  1,000  ft.  B.  M. 
of  lumber  used.    In  all  cases  the  cost  of  materials  and  of  labor 
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should  be  kept  separate.  It  is  well  if  it  can  be  done  to  attach 
a  sketch  of  the  forms  to  the  record.  So  much  for  the  general 
method  of  recording  costs  in  form  work. 

In  estimating  the  probable  cost  of  forms  for  any  job  the  fol- 
lowing method  will  be  found  reliable :  Having  the  total  cubic 
yards  of  concrete  in  the  work  and  the  time  limit  within  which 
the  work  must  be  completed  determine  the  number  of  cubic 
yards  that  must  be  placed  per  day,  making  liberal  allowances 
for  delays.  Next  estimate  the  number  of  thousands  of  feet 
board  measure  of  forms  required  to  encase  the  concrete  to  be 
placed  in  a  day.  This  will  give  the  minimum  amount  of  lum- 
ber required,  for  it  is  seldom  permissible  to  remove  the  forms 
until  the  concrete  has  hardened  over  night.  Now  we  come  to 
the  very  important  and  puzzling  question  of  the  time  element, 
particularly  in  work  where  it  is  possible  to  use  the  same  forms 
or  the  same  form  lumber  two  or  more  times. 

It  has  already  been  pointed  out  that  wet  concrete  sets  more 
slowly  than  dry  concrete;  that  all  concrete  sets  more  slowly 
in  cold  than  in  warm  weather,  and  that  the  support  of  forms 
is  necessary  a  longer  time  for  pieces  subject  to  bending  stress 
like  arches  and  girders.  General  suggestions  as  to  specific 
times  for  removing  forms  have  also  been  given.  Where  the 
specifications  state  the  time  of  removal  the  contractor  has  a 
definite  guide,  but  where  they  do  not,  as  is  most  often  the  case, 
he  must  depend  very  largely  on  judgment  and  previous  ex- 
perience. Another  matter  which  deserves  consideration  is  he 
use  of  the  forms  as  staging  for  runways  or  tracks.  Such  u^e 
may  result  in  forms  having  to  stand  on  work  for  sake  of  their 
service  as  trestles  much  longer  than  there  is  any  necessity  so 
far  as  supporting  the  concrete  is  concerned.  A  derrick  or 
cableway  may  often  prove  cheaper  than  tieing  up  form  lumber 
by  trying  to  make  it  serve  the  double  purpose  of  a  trestle. 

The  possibilities  of  repeated  use  of  forms  and  of  unit  con- 
struction of  forms  have  already  been  noted.  This  is  the  next 
point  to  be  considered  in  estimating  form  lumber.  At  the 
expense  of  a  little  planning  movable  forms  can  be  used  to 
materially  reduce  the  amount  of  lumber  required.  The  reader 
is  referred  particularly  to  the  chapters  on  retaining  wall,  con- 
duit and  building  work  for  specific  data  on  movable  form 
work. 
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Having  estimated  the  amount  of  lumber  required  and  the 
number  of  times  it  can  be  used  the  labor  cost  of  framing, 
erecting  and  taking  down  can  be  figured.  In  ordinary  retain- 
ing wall  work  forms  will  cost  for  framing  and  erection  from 
$6  to  $7  per  M.  ft.  B.  M.  To  tear  down  such  forms 
carefully  and  to  carry  the  lumber  a  short  distance  will  cost 
some  $1.50  to  $2  per  M.  ft.  B.  M.  We  have  then  a 
cost  of  $7.50  to  $9  per  M.  ft.  B.  M.  for  each  time  the 
forms  are  erected  and  torn  down.  Where  movable  panels  are 
used  and  the  forms  not  ripped  apart  and  put  together  again 
each  time  there  is  of  course  only  the  cost  of  moving,  which 
may  run  as  low  as  50  cts.  per  M.  ft.  B.  M.  Framing  and  erect- 
ing centers  for  piers  will  run  about  the  same  as  for  retaining 
wall.  At  this  point  it  may  be  noted  that  in  estimating  the  cost 
of  forms  for  plain  rectangular  piers  the  following  method  will 
give  very  accurate  results.  Ascertain  the  surface  area  of  the 
four  sides  of  the  pier.  Multiply  this  area  by  2,  and  the  prod- 
uct will  be  the  number  of  feet  board  measure  of  2-in.  plank 
required.  Add  40  per  cent,  to  this,  and  the  total  will  be  the 
number  of  feet  board  measure  of  2-in.  plank  and  of  upright 
studs  (4x6),  spaced  2j^  ft.  centers.  Sometimes  3  x6-in.  studs 
are  used,  and  spaced  2  ft.  centers,  which  requires  practically 
the  same  percentage  (40  per  cent.)  of  timber  for  the  studs  as 
where  4  x  6-in.  studs  are  used  and  spaced  23/2  ft.  centers.  No 
allowance  is  made  for  timber  to  brace  the  studs,  since,  in  pier 
work,  it  is  customary  to  hold  the  forms  together  either  with 
bolts  or  with  ordinary  No.  9  telegraph  wire,  which  weighs 
0.06  lb.  per  foot.  The  foregoing  data  can  be  condensed  into 
a  rule  that  is  easilv  remembered: 

Multiply  the  number  of  square  feet  surface  area  of  the  sides 
and  ends  of  a  concrete  pier  by  2.8,  and  the  product  zmll  be  the 
number  of  feet  board  measure  required  for  sheet  plank  and  studs 
for  the  forms. 

If  the  form  lumber  can  be  used  more  than  once,  divide  the 
number  of  feet  board  measure  by  the  number  of  times  that  it 
can  be  used,  to  ascertain  the  amount  to  be  charged  to  each 
pier.  Forms  can  be  erected  and  taken  down  for  $8  per  M. 
carpenters  being  paid  $2.50  and  laborers  $1.50  a  day. 
Since  there  are  2.8  ft.  B.  M.  of  forms  per  square  foot  of  surface 
area  of  concrete  to  be  sheeted,  it  costs  234  cts.  for  the  labor  of 
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carpenters  per  square  foot  of  surface  area  to  be  sheeted.  If 
lumber  is  worth  $24  per  M.,  and  is  used  three  times,  then  the 
lumber  itself  also  costs  2%  "cts.  per  sq.  ft.  of  surface  area  of 
concrete.  By  dividing  the  total  number  of  cubic  yards  of  con- 
crete into  the  total  number  of  square  feet  of  area  of  surface  to 
be  sheeted  with  forms,  the  area  per  cubic  yard  is  obtained. 
Multiply  this  area  by  4}^  cts.,  and  the  product  is  the  cost  per 
cubic  yard  for  material  in  the  forms  (assumed  to  be  used  three 
times)  and  the  labor  of  erecting  it  and  taking  it  down. 

The  cost  of  framing  and  erection  of  forms  for  building  work 
and  of  centers  for  large  arches  is  a  special  problem  in  each 
case  and  is  considered  in  the  chapters  devoted  to  those  classes 
of  work. 


CHAPTER  X. 

METHODS   AND    COST   OF    CONCRETE   PILE   AND 
PIER  CONSTRUCTION  FOR  FOUNDATIONS. 

Two  generat  methods  of  concrete  pile  construction  are 
available  for  engineering  work.  By  one  method  a  hole  is 
formed  in  the  ground  by  driving  a  steel  shell  or  by  other 
special  means  and  this  hole  is  filled  with  concrete.  By  the 
other  method  the  pile  is  molded  in  suitable  forms  and  after 
becoming  hard  is  driven  as  a  wood  or  steel  pile  is  driven. 
Piles  constructed  by  the  first  method  may  be  either  plain  or 
reinforced,  but  piles  constructed  by  the  second  method  are 
always  reinforced  to  strengthen  them  for  handling  and  driv- 
ing. Concrete  piers  for  foundation  work  are  simply  piles  of 
enlarged  diameter. 

MOLDING  PILES  IN  PLACE.— Molding  piles  in  place 
requires  the  use  of  special  apparatus,  and  this  apparatus  is  to 
a  very  large  degree  controlled  by  patents.  Pile  work  of  this 
kind  is  thus  generally  done  by  concerns  which  control  the  use 
of  the  apparatus  employed  and  the  general  contractor  can 
undertake  it  only  by  permission  of  the  proprietary  companies. 
The  methods  of  work  followed  and  the  cost  of  work  are  thus 
of  direct  interest  only  as  general  information. 

Method  and  Cost  of  Constructing  Raymond  Piles. — ^The  ma- 
chinery and  processes  employed  in  the  construction  of  Ray- 
mond concrete  piles  are  patented  and  all  piling  work  by  this 
method  is  controlled  by  the  Raymond  Concrete  Pile  Co.  As 
detail  costs  of  construction  are  not  given  out  by  the  company 
the  following  figures  collected  by  the  authors  are  subject  to 
revision.  They  are  believed  to  be  fairly  approximate,  having 
in  one  case  been  obtained  by  personal  watch  on  the  work  and 
in  the  other  case  from  authentic  records  of  the  engineers  on 
the  work. 

The  pile  is  made  as  follows :  A  collapsible  steel  core  30  ft. 
long,  20  ins.  diameter  at  the  top  and  6  ins.  diameter  at  the 
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bottom,  encased  in  a  thin  sheet  steel  shell,  is  driven  into  the 
ground  by  an  ordinary  pile  driver.  When  it  has  reached  the 
proper  depth,  a  wedge  is  loosened,  permitting  the  two  sections 
of  the  core  to  come  closer  together  so  that  the  core  can  be 
pulled  out  of  the  hole,  leaving  the  steel  shell  behind  as  a 
casing  to  prevent  the  sides  from  caving  in.  The  shell  is  made 
of  No.  20  gage  steel,  usually  in  four  or  more  sections,  which 
telescope  one  over  the  other.  A  nest  of  sections  is  slipped 
over  the  lower  end  of  the  core  as  it  hangs  in  the  leads,  a  rope 
is  hitched  around  the  outer  section  and  the  engine  hoists  away 
until  the  sections  are  "un-telescoped"  and  drawn  snug  onto 
the  core.  The  rope  is  then  unfastened  and  the  driving. begins. 
Figure  49  shows  the  usual  pile  driving  rig  used.  The  follow- 
ing are  examples  of  pile  construction  in  actual  work : 

Example  I. — In  this  work,  for  a  building  foundation  in  New 
York  City,  the  pile  driver  was  mounted  on  a  turntable,  the 
framework  of  the  turntable  in  turn  resting  on  rollers  traveling 
on  timbers  laid  on  the  ground.  The  driver  was  moved  along 
and  rotated  when  necessary  by  ropes  passing  around  the 
winch  head  of  the  engine.  The  driver  had  50-ft.  leads 
and  a  3,100-lb.  hammer  operated  by  an  ordinary  friction  clutch 
hoisting  engine.  The  hammer  blow  was  received  by  an  oak 
block  fitting  into  a  recess  at  the  top  of  the  steel  core.  This 
block  was  so  battered  by  the  blows  that  it  had  to  be  renewed 
about  every  five  or  six  piles  driven.  A  J^'i^i-  wire  rope  passing 
over  a  lo-in.  sheave  lasted  for  the  driving  of  130  piles  and 
then  broke.  When  the  work  was  first  begun  the  crew  aver- 
aged 10  piles  per  lo-hour  day,  but  the  average  for  the  job  was 
13  piles  per  day,  and  the  best  day's  work  was  17  piles.  The 
cost  of  labor  and  fuel  per  pile  was  as  follows: 

5  men  on  driver  at  $1.75 $  8.75 

2  men  handling  shells  at  $1.75 3.50 

I  engineman    3.00 

6  men  mixing  and  placing  concrete IO.50 

I  foreman  5.00 

Coal  and  oil  2.50 

Total,  13  piles,  at  $2.55  $33.25 

Deducting  the  cost  of  placing  the  concrete  we  get  a 
cost    of    $1.75    for    driving    the    cores.       The    pile,    25    ft. 
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long,  6  ins.  at  the  point  and  i8  ins.  at  the  head,  contains  21V4 
cw.  ft.,  or  0.8  cu.  yd,,  of  concrete,  and  has  a  surface  area  of 
77  ft.     As  No.  20  steel  weighs  1.3  lbs.  per  sq.  ft.,  each  shell 
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weighed  approximately  loo  lbs.     The  cost  per  pile  may  then 

be  summarized  as  follows : 

1.2  bbls.  cement  in  0.8  cu.  yd.,  at  $1.75 $2.10 

0.8  cu.  yd.  stone  at  $1.25 i.oo 

1-3  cu.  yd.,  sand  at  $1.05 0.35 

100  lbs.  steel  in  shell  at  3J4  cts 3.50 

Labor  and  fuel  as  above • 2.55 

Total  per  pile  (38  cts.  per  lin.  ft.) $9.50 

This  cost,  it  slwuld  he  carefully  noted,  does  not  include  cost 
of  moving  plant  to  and  from  ivork  or  general  expenses. 

Example  II. — In  constructing  a  building  at  Salem,  Mass., 
172  foundation  piles,  14  to  37  ft.  long,  6  ins.  diameter  at  the 
point  and  20  ins.  diameter  at  the  top,  were  constructed  by  the 
Raymond  "process.  The  general  contractor  made  the  neces- 
sary excavations  and  provided  clear  and  level  space  for  the 
pile  driver,  braced  all  trenches  and  pier  holes,  set  stakes  for 
the  piles  and  gave  all  lines  and  levels.  The  piles  were  driven 
by  a  No.  2  Vulcan  steam  hammer  with  a  3,000-lb.  plunger  hav- 
ing a  drop  of  3  ft.,  delivering  60  blows  per  minute.  Figure  49 
shows  the  driver  at  work.  Sixteen  working  days  were  occu- 
pied in  driving  the  piles  after  the  driver  was  in  position.  The 
greatest  number  driven  in  one  day  was  20,  and  the  average  was 
II  piles  per  day.  When  in  position  for  driving,  the  average 
time  required  to  complete  driving  was  12  minutes.  The  total 
number  of  blows  varied  from  about  310  to  360,  the  average 
being  about  350.  The  piles  were  driven  until  the  penetration 
produced  by  8  to  10  blows  equaled  i  in.  When  in  full  opera- 
tion, a  crew  of  5  men  operated  the  pile  driver.  Seven  men 
were  engaged  in  making  the  concrete  and  3  men  working  upon 
the  metal  shells. 

Assuming  the  ordinary  organization  and  the  wages  given 
below,  we  have  the  following  labor  cost  per  day: 

I  foreman  at  $5  $  5-00 

I  engineman  at  $3 3-oo 

4  laborers  on  driver  at  $1.75 7-00 

6  laborers  making  concrete  at  $1.75 10.50 

5  laborers  handling  shells  at  $1.75 8.75 

Total    $34-25 
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As  172  piles  averaging  20  ft.  in  length  were  driven  in  16 
days,  the  total  labor  cost  of  driving,  given  by  the  figures 
above,  is  16  X  $34*^5  =  $548,  or  practically  16  cts.  per  lineal 
foot  of  pile  driven. 

The  concrete  used  in  the  piles  was  a  1-3-5  Portland  cement, 
sand  and  iJ/^-in.  broken  stone  mixture.  A  20-ft.  pi^e  of  the 
section  described  above  contains  about  20  cu.  ft.  of  concrete, 
or  say  0.75  cu.  yd.  We  can  then  figure  the  cost  of  concrete 
materials  per  pile  as  follows : 

0.85  bbl.  cement  at  $1.60 $1.36 

0.36  cu.  yd.  sand  at  $1  0.36 

0.60  cu.  yd.  stone  at  $1.25 0.75 

Total  per  pile  $2.47 

The  steel  shell  has  an  area  of  about  72  sq.  ft.,  and  as  No. 
20  gage  steel  weighs  1.3  lbs.  per  sq.  ft.,  its  weight  for  each 
pile  was  about  94  lbs.  Assuming  the  cost  of  coal,  oil,  etc.,  at 
S2.50  per  day,  we  have  the  following  summary  of  costs: 

Per  lin.  ft. 
of  pile. 

Labor  driving  and  concreting $0.16 

Concrete  materials  0.123 

94  lbs.  steel  shell  at  3  cts o-i45 

Coal,  oil,  etc 0.01 1 

Total $0,439 

The  cost  does  not  include  interest  on  plant,  cost  of  moznnt^ 
plant  to  and  from  zi'ork  and  general  expenses. 

Method  of  Constructing  Simplex  Piles. — The  apparatus  em- 
ployed in  driving  Simplex  piles  resembles  closely  the  ordinary 
wooden  pile  driven,  but  it  is  much  heavier  and  is  equipped  to 
pull  as  well  as  to  drive.  A  3,300-lb.  hammer  is  used  and  it 
strikes  on  a  hickory  block  set  in  a  steel  drive  head  which  rests 
on  the  driving  form  or  shell.  This  form  consists  of  a  ^-in. 
steel  shell  16  ins.  in  diameter  made  in  a  single  40-ft.  length. 
Around  the  top  of  the  shell  a  ^^-in.  thick  collar  or  band  18  ins. 
deep  is  riveted  by  24  i-in.  countersunk  rivets.  This  band 
serves  the  double  purpose  of  preventing  the  shell  being  upset 
by  the  blows  of  the  hammer  and  of  giving  a  grip  for  fastening 
the  pulling  tackle.     The  bottom  of  the  form  or  shell  is  pro- 
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vided  with  a  point.  Two  styles  of  point  are  employed,  One 
style  consists  of  two  segments  of  a  cylinder  of  the  same  size 
as  the  form,  so  cut  that  they  close  together  to  form  a  sort  of 
clam  shell  point.  In  driving,  the  two  jaws  are  held  closed  by 
the  pressure  of  the  earth  and  in  pulling  they  open  apart  of 
their  own  weight  to  permit  the  concrete  to  pass  them.  This 
point,  known  as  the  alligator  point,  is  pulled  with  the  shell.  It 
is  suitable  only  for  driving  in  firm,  compact  soil,  in  loose  soil 
the  pressure  inward  of  the  walls  keeps  the  jaws  partly  closed 
and  so  contracts  the  diameter  of  the  finished  pile.  The  second 
style  of  point  is  a  hollow  ca.st  iron  point,   10  ins.  deep  and 


Fig.  so.— Sketch  Showing  Method  of  ConslructlnK  Simplex  Concrete  Piles. 
i6,'/l  ins.  in  diameter,  having  a  neck  over  which  the  driving 
form  slips  and  an  annular  shoulder  outside  the  neck  to  receive 
the  circular  edge  of  the  shell.  The  projected  sectional  area  of 
this  point  is  1.4  sq.  ft.  It  is  left  in  the  ground  when  the  form 
is  withdrawn.  The  form  is  withdrawn  by  means  of  two  i-in. 
cables  fastened  to  a  steel  collar  which  engages  under  the  band 
at  the  top  of  the  form.  The  cables  pass  in  the  channel  leads 
on  each  side  over  the  head  of  the  driver  and  down  in  back  to  a 
pair  of  fivefold  steel  blocks,  the  lead  line  from  which  passes 
to  one  of  the  drums  of  the  engine.  In  this  manner  the  power 
of  the  drum  is  increased  ten  times  and  it  is  not  unusual  to 
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break  the  pulling  cables  when  the  forms  are  in  hard  ground. 
The  general  method  of  construction  is  about  as  shown  by  Fig. 
30,  being  changed  slightly  to  meet  varying  conditions.  The 
form  resting  on  a  cast  iron  point  is  driven  to  hard  ground.  A 
heavy  weight  is  then  lowered  into  the  form  to  make  sure  the 
point  is  loose.  While  the  weight  is  at  the  bottom  of  the  form 
a  target  is  placed  on  its  line  at  the  top  of  the  form,  the  pur- 
pose of  which  will  be  apparent  later.  The  weight  is  then 
withdrawn.  Given  the  length  of  the  pile  and  sectional 
area,  it  is  an  easy  matter  to  determine  the  volume  of  concrete 
necessary  to  fill  the  hole. 

This  amount  is  put  into  the  form  by  means  of  a  specially 
designed  bottom  dump  bucket,  which  permits  the  concrete  to 
leave  it  in  one  mass,  reaching  its  destination  with  practically 
no  disintegration.  It  will  be  noticed  that  when  tlie  full 
amount  of  concrete  is  in  the  form  its  surface  is  considerably 
above  the  surface  of  the  ground.  This  is  due  to  the  fact  that 
the  thickness  of  the  form  occupies  considerable  space  that  is 
to  le  occupied  by  the  concrete.  The  weight  is  now  placed 
on  top  of  the  concrete  and  the  form  is  pulled.  The  target 
previously  mentioned  now  becomes  useful.  As  the  form  is 
withdrawn  the  concrete  settles  down  to  occupy  the  space  left 
by  the  walls  of  the  form.  Obviously  this  settlement  should 
proceed  at  a  uniform  rate,  and  as  it  is  difficult  to  watch  the 
weight,  the  target  on  its  line  further  up  is  of  considerable 
help.  By  watching  this  target  in  connection  with  a  scale  on 
the  leads  of  the  driver,  it  can  be  readily  told  how  the  concrete 
in  the  form  is  acting.  As  another  check,  the  target,  just  as 
the  bottom  of  the  form  is  leaving  the  ground  should  be  level 
with  the  top  of  the  form.  This  would  indicate  that  the  neces- 
sary amount  of  concrete  has  gone  into  the  ground  and  that, 
other  conditions  being  all  right,  the  pile  is  a  good  one.  In 
some  grounds  where  the  head  of  concrete  in  the  form  exerts 
a  greater  pressure  than  the  back  pressure  or  resistance  of  the 
earth,  the  concrete  will  be  forced  out  into  the  sides  of  the  hole, 
making  the  pile  of  increased  diameter  at  that  point  and  neces- 
sitating the  use  of  more  concrete  to  bring  the  pile  up  to  the 
required  level. 

Method  of  Constructing  Piles  with  Enlarged  Footings. — A 
pile  with  an  enlarged  base  or  footing  has  been  used  in  several 
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places  by  5Ir,  Charles  R.  Gow  of  Boston,  Mass.,  who  has 
patented  the  constntction,  A  single  pipe  or  a  succession  of 
pipes  connected  as  the  work  procee(Js  is  driven  by  hammer  to 
the  depths  required.  The  material  inside  the  shell  is  then 
washed  out  by  a  water  jet  to  the  bottom  of  the  shell  and  then 
for  a  further  distance  below  the  shell  bottom.  An  expanding 
cntter  is  then  lowered  to  the  bottom  of  the  hole  and  rotated 
horizontally  so  as  to  excavate  a  conical  chamber^  the  water 
jet  washing  the  earth  out  as  fast  as  it  is  cut  away.  When  the 
chamber  has  been  excavated  the  water  is  pumped  out  and  the 
chamber  and  shell  are  filled  with  concrete.  The  drawings  of 
Fig,  51  show  the  method  of  construction  clearly.    The  cham- 


bering machine  is  used  only  in  clay  or  other  soil  which  does 
not  wash  readily.  In  soil  which  is  readily  washed  the  cham- 
ber can  be  formed  by  the  jet  alone.  The  practicability  of  this 
method  of  construction  is  stated  by  Mr.  Gow  to  be  limited  to 
pipe  sizes  up  to  about  14  ins.  in  diameter. 

Method  of  Constructing  Piles  by  the  "Compressor*  System. 
—The  compressol  system  of  con.rete  pile  or  pillar  construc- 
tion is  a  French  invention  that  has  been  widely  used  abroad 
and  which  is  controlled  in  this  country  by  the  Hennebique 
Construction   Co.,  of  X'ew  York,  \,  V.     The  piles  are  con- 
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structed  by  first  ramming  a  hole  in  the  ground  by  repeatedly 
dropping  a  conical  "perforator"  weighing  some  two  tons. 
This  perforator  is  raised  and  dropped  by  a  machine  resem- 
bling an  ordinary  pile  driver.  The  conical  weight  gradually 
sinks  the  hole  deeper  and  deeper  by  compacting  the  earth 
laterally;  this  lateral  compression  is  depended  upon  so  to 
consolidate  the  walls  of  the  hole  that  they  do  not  cave  before 
the  concrete  can  be  placed.  The  concrete  is  deposited  loose  in 
the  hole  and  rammed  solid  by  dropping  a  pear-shaped  weight 
onto  it  as  it  is  placed.  The  view  Fig.  52  shows  the  "perforator" 


Pig.  6!.— view  of  ApparatuB  Used  In  Constructing  Compresuol  Piles, 
and  the  tamping  apparatus  at  work.     Very  successful  work 
has  been  done  abroad  by  this  method. 

Method  of  Constructing  Piers  in  Caissons. — For  piles  or  pil- 
lars of  diameters  larger  than  say  18  ins.  the  use  of  driving 
shells  and  cores  becomes  increasingly  impracticable.  Con- 
crete pillars  of  large  size  are  then  used.  They  are  constructed 
by  excavating  and  curbing  a  well  or  shaft  and  filling  it  with 
concrete.  This  construction  has  been  most  used  in  Chicago, 
111.,  for  the  foundations  for  heavy  buildings,  but  it  is  of  gen- 
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eral  application  where  the  subsoil  conditions  are  suitable. 
The  method  is  not  patented  or  controlled  by  patents  in  any 
particular,  except  that  certain  tools  and  devices  which  may  be 
used  are  proprietary. 

General  Description. — The  caisson 
method  of  construction  is  simple  in 
principle.  A  well  is  dug  by  successive 
excavations  of  about  5  ft.  each.  After 
each  excavation  of  5  ft.  is  completed, 
wood  lagging  is  placed  around  the 
sides  and  supported  by  internal  steel 
rings,  so  that  the  soft  ground  around 
the  excavation  is  maintained  in  its 
foimer  position.  The  methods  of  ex- 
cavating and  removing  the  soil  and  of 
constructing  the  l.-gging  are  consid- 
ered in  detail  further  on.  The  caissons 
vary  in  diameter  according  to  the  load ; 
some  as  large  as  12  ft.  in  diameter  have 
been  sunk,  but  the  usual  diameter  is  6 
ft.;  a  caisson  of  3  ft.  in  diameter  is  as 
small  as  a  man  can  get  into  and  work. 
When  the  pier  goes  to  bed  rock  the 
caisson  is  made  of  uniform  diameter 
from  top  to  bottom,  but  where  the  pier 
rests  on  hardpan  the  bottom  portion  of 
the  well  is  belled  out  to  give  greater  ■ 
bearing  area.  It  is  customary  to  load 
the  piers  about  20  tons  per  square  foot. 
Caisson  Const,  iicliou. — The  caisson 
construction,  or  more  correctly  the 
form  of  curbing  most  commonly  used, 
is  that  indicated  by  the  sketch.  Fig. 
53.  The  lagging  is  2x6  in.  or  3x6 
in.,  stuff  5  ft.  4  ins.  or  4  ft.  long  set 
vertically  around  the  well  and  jicid  in 
place  by  interior  wrought  iron  rings.  For  a  6-ft.  diameter 
caisson  these  hoops  are  ^4  by  3  ins. ;  they  are  made  in  two 
parts,  which  are  l>oltc<l  together  as  shown  by  Fig.  53.  Gen- 
erally there  arc  two  rings  for  each  Icnglh  of  lagging;  for  5-ft. 
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lagging  they  are  placed  about  9  ins.  from  each  end.  In  some 
cases,  however,  engineers  have  specified  three  rings  for  ttje 
upper  sections  in  soft  clay  and  two  rings  for  the  sections  in 
the  hard  ground  lower  down.  The  lagging  used  is  not  cut 
with  radial  edges,  but  is  rough,  square  cut  stuff;  the  rings, 
therefore,  take  the  inward  pressure  altogether. 

In  some  recent  work  done  by  the  inventor  use  has  been 
made  of  the  caisson  construction  shown  by  Fig.  54  and  pat- 


Fig.   54.— CurtrtnB  for  Concrete   Piers   (J.icksoii   I'ulent). 

ented  by  Mr.  Geo.  W.  Jackson.  In  place  of  the  plain  rings  a 
combination  of  T-beam  ribs  and  jacks  is  used ;  this  construc- 
tion is  clearly  shown  by  the  drawing.  The  advantages  claimed 
for  the  construction  are  that  it  gives  absolute  security  to  the 
workmen  and  the  work,  that  the  lagging  can  be  jacked  tightly 
against  the  outer  walls  of  the  well,  that  the  braces  form  a 
ladder  by  which  the  workmen  can  enter  and  leave  the  well, 
and  that  the  possibility  of  shifting  the  bracing  easily  permits 
the  concrete  to  be  placed  to  the  best  advantage.       On    the 
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other  hand  the  braces  abstruct  the  clear  working  space  of  the 
caissons. 

Excavating  and  Handling  Material. — The  excavation  of  the 
wells  is  done  by  hand,  using  shovels  and  picks,  and,  in  the 
hardpan,  special  grubs  made  by  A.  J.  Pement  and  George 
Racky,  Chicago  blacksmiths.  The  excavated  material  is 
hoisted  out  of  the  well  in 
buckets  made  by  the  \'a- 
riety  Iron  Works,  of  Chi- 
cago. For  caissons  which 
are  not  specified  to  go  to 
rock  it  is  considered  more 
economical  to  do  the 
hoisting  by  windlass  der- 
ricks operated  by  hand. 
These  derricks  have  four 
6x6-in.  legs  and  a  3x6- 
in.  top  piece.  When  the 
caissons  go  to  rock  the 
hoisting  is  done  by  power, 
so-called  "cable  set-ups" 
being  used  in  most  cases. 
To  illustrate  this  method 
the  following  account  of 
the  foundation  work  for 
the  Cook  County  Court 
House  is  given  : 

The  Cook  County  Court 
House  foundations  con- 
-•iist  of  126  caissons  vary- 
ing from  4  ft.  to  io>i  ft. 
in  diameter  and  averag-  j.- 
ing  7>^  ft.  in  diameter. 
They  were  sunk  to  rock 
at  a  depth  of  115  ft.  below  street  level.  The  work  involved 
22,000  cu.  yds.  of  excavation  and  the  placing  in  the  caissons 
of  17,000  cu.  yds.  of  concrete.  Over  1,000  piles  about  40  ft. 
long,  that  had  formed  the  foundation  of  the  old  Court  House 
built  in  1875.  were  removed.  These  piles  were  found  to  be  in 
good  condition.    The  work  wa,-;  done  by  the  George  A.  Fuller 
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Co.,  of  Chicago,  III.,.  Contractors,  with  Mr.  Edgar  S.  Beldeii 
Superintendent  in  Charge.  The  details  which  follow  have 
been  obtained  from  Mr.  Belden. 

The  foundation  area  was  157x375  ft.,  and  was  excavated  to 
a  depth  of  15  ft.  below  the  street  surface  before  the  caissons 
were  started.  The  caissons,  of  which  there  were  126,  were 
arranged  in  rows  across  the  lot,  there  being  from  six  to  eight 
caissons  in  a  row.  The  arrangement  of  the  plant  for  the  work- 
is  indicated  by  Fig.  55.    One  row  of  caissons  formed  a  unit.    A 


FJb,    5S.— section    Showing   Arningement  of   Holsi    fur   Co  11  ■.re I..-   I'iir 
{■'inalruotion. 

platform  or  "stand"  was  erected  over  each  caisson  and  carried 
in  its  top  a  tripod  fitted  with  a  "nigger  head"  operated  by  a 
rope  sheave.  This  arrangement  is  shown  by  Fig.  56.  An  en- 
gine on  the  bank  operated  by  a  rope  drive  all  the  tripod 
sheaves  for  a  row  of  six  or  eight  caissons.  The  arrangement  is 
indicated  by  Fig.  55.  The  clay  hoisted  from  the  pits  was 
dumped  into  i  cu.  yd.  hoppers  with  which  the  stands  were 
fitted,  as  shown  by  Fig.  56;  when  a  hopper  was  full  it  was 
dumped  into  a  car  running  on  a  24-in.  gage  portable  track. 
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Side  clump  Koppel  cars  of 
I  cu.  yd.  capacity  were 
used ;  they  dumped  their 
load  into  an  opening  con- 
nected with  the  tracks  of 
th»..  Illinois  Tunnel  Co., 
wl^re  the  material  passed 
into  tunnel  cars  and  was 
taken  to  the  lake  front 
about  one  mile  away.  As 
soon  as  one  row  of  cais- 
sons was  completed  the 
stands,  tripods,  etc., which 
were  made  portable,  were 
shifted  to  another  row. 
At  times  as  manv  as  five 
units  were  in  operation, 
sinking  40  caissons. 

Fig.  56  shows  the  ar- 
rangement in  detail  at 
one  caisson.  In  this  work 
the  lagging  used  was  3  x  6-in.  maple,  5  ft.  4  ins.  long,  and 
was  supported  by  3  x  )4-in.  steel  hoops.  The  lagging 
was   matched  and  dressed.     The  "nigger  head,''  as  will  be 
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Fig.   57.— Details  of  Worklns:  Platform 
lor   Concrete    Pier    Construction. 
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seen,  is  operated  by  a  rope  sheave  on  the  same  axle.  As  stated 
above,  an  endless  rope  drive  operated  all  the  "nigger  heads" 
on  a  row  of  caissons.  A  26-in.  driving  sheave  was  attached  to 
an  ordinary  hoisting  engine  equipped  with  a  governor.  The 
driving  rope  was  5^-in.  steel.  It  was  wrapped  twice  around 
the  driving  sheave  and  once  around  the  **nigger  head''  sheaves. 
These  latter  were  18  ins.  in  diameter.  For  the  hoists  i-in. 
Manila  rope  was  used.  The  other  details,  the  bucket,  bucket 
hook,  swivel  block,  etc.,  are  made  clear  by  the  drawing.  The 
platforms,  tripods,  etc.,  were  of  the  standard  dimensions  and 
construction  adopted  by  the  contractors  of  the  work.  Detail 
drawings  of  the  standard  platform  are  given  by  Fig.  57.  One 
of  these  platforms  contains  about  1,000  ft.  B.  M.  of  lumber. 
As  will  be  seen,  all  connections  are  bolted,  no  nails  being  used 
anywhere.  A  platform  can  thus  be  taken  down  and  stored  or 
shipped  and  erected  again  on  another  job  with  very  little 
trouble. 

The  plant  described  handled  some  22,000  cu.  yds.  of  exca- 
vated material  on  this  work.  Work  was  kept  up  night  and 
day,  working  three  8-hour  shifts.  It  took  an  average  of  35 
shifts  to  excavate  one  row  of  caissons.  No  figures  of  the 
working  force  or  the  cost  of  excavation  of  this  work  are 
available. 

Mixing  and  Placing  Concrete. — The  placing  of  the  concrete 
in  the  excavated  wells  is  done  by  means  of  tremies,  or,  which 
is  more  usual,  by  simply  dumping  it  in  from  the  top,  workmen 
going  down  to  distribute  it.  The  manner  of  mixing  the  con- 
crete and  of  handling  it  to  the  caisson  varies  of  course  with 
almost  every  job.  As  an  example  of  the  better  arranged  mix- 
ing and  handling  plants  the  one  used  on  the  Cook  County 
Court  House  work  may  be  described.  This  plant  is  shown  ])y 
the  sketch.  Fig.  58. 

Bins  for  the  sand  and  stone  were  built  at  one  side  of  the  lot 
on  the  sloping  bank ;  their  tops  were  level  with  the  street  sur- 
face and  their  bottoms  were  just  high  enough  to  permit  their 
contents  to  be  delivered  by  chutes  into  i  cu.  yd.  cars.  Wagons 
dumping  through  traps  in  the  platform  over  the  bin  delivered 
the  sand  and  stone.  The  sketches  indicate  the  arrangement 
of  the  bins  and  mixer  and  the  car  tracks  connecting  them. 
The  raw  material  cars  were  first  run  under  the  stone  bin  and 
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charged  with  the  required  proportion  of  stone,  and  then  to  the 
sand  bin,  where  the  required  proportion  of  sand  was  chuted 
on  top  of  the  stone.  The  loaded  car  was  th-en  hauled  up  the 
incline  and  dumped  into  the  hopper,  where  cement  and  water 
were  added.  A  No.  2j^  Smith  mixer  was  used  and  discharged 
into  cars  which  delivered  their  loads  on  tracks  leading  to  the 
caissons.  The  same  cars  and  portable  tracks  were  used  as  had 
been  used  to  handle  the  excavated  material.  In  operation  a 
batch  of  raw  materials  was  being  prepared  in  the  hopper  while 
the  previous  batch  was  being  mixed  and  w^hile  the  concrete  car 
was  delivering  the  still  previous  batch  to  the  caissons.  An 
average  of  40  batches  an  hour  mixed  and  put  into  the  caissons 
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Fig.  58. — Arrangement  of  Concrete  Making  Plant,  Concrete  Pier  Construction 

was  maintained  with  a  force  of  23  men.    In  all  some  17,000  cu. 
yds.  of  concrete  were  mixed  and  deposited. 

Cost  of  Caisson  Work. — The  following  attempt  to  get  at  the 
cost  of  caisson  work  is  based  largely  upon  information  ob- 
tained from  Mr.  John  M.  Ewen,  John  M.  Ewen  Co.,  Engineers 
and  Builders,  Chicago,  111.    Mr.  Ewen  says : 

"My  experience  has  taught  me  that  it  is  almost  impossible 
to  determine  any  definite  data  of  cost  for  this  work.  This  is 
due  to  the  fact  that  no  two  caisson  jobs  will  average  the  same 
cost,  notwithstanding  the  fact  that  the  cost  of  material  used 
and  the  labor  conditions  are  exactly  the  same.    This  condition 
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is  due  to  the  great  variety  in  texture  of  the  soil  gone  through. 
For  instance,  it  has  come  under  my  experience  that  in  caissons 
of  the  same  diameter  on  the  same  job  it  required  but  fifteen 
8-hour  shifts  to  reach  bedrock  in  some  of  these,  while  it  re- 
quired as  many  as  21  to  25  shifts  to  reach  rock  in  the  others, 
rock  being  at  the  same  elevation.  In  fact,  the  digging  all  the 
way  to  rock  in  some  was  the  best  that  could  be  wishetl  for, 
while  in  the  others  boulders  and  quicksand  were  encountered, 
and  the  progress  was  slower,  and  the'  cost  consequently 
greater. 

*'Again,  we  have  known  it  to  require  eight  hours  for  two  men 
to  dig  8  ins.  in  hardpan  in  one  caisson,  while  on  a  job  going  on 
at  the  same  time  and  on  the  opposite  corner  of  the  street  two 
men  made  progress  of  2  ft.  in  8  hours  through  apparently  the 
same  stuff,  the  depth  of  hardpan  from  grade  being  61  ft.  6  ins. 
in  both  instances,  and  the  quality  of  labor  exactly  the  same. 

**There  have  been  more  heavy  losses  among  contractors  due 
to  the  unexpected  conditions  arising  in  caisson  digging  than 
in  any  other  item  of  their  work,^and  I  predict  a  loss  to  some  of 
them  that  will  be  serious  indeed  if  an  attempt  be  made  to  base 
future  bids  for  caisson  work  entirely  upon  the  data  kept  by 
them  on  past  work.  If  a  contractor  is  fortunate  enough  to 
find  the  ordinary  cojiditions  existing  in  his  caisson  work,  and 
by  ordinary  conditions  I  mean  few  boulders,  no  quicksand, 
ordinary  hardpan  and  no  gas,  the  following  items  may  be  con- 
sidered safe  for  figuring  caisson  work : 

"Figure  that  it  will  require  from  22  to  25  shifts  of  8  hours 
each  to  strike  bedrock,  bedrock  being  from  90  to  95  ft.  below 
datum,  and  datum  being  15  ft.  below  street  grade;  figure  2 
diggers  to  the  shift  in  all  caissons  over  5  ft.  in  diameter,  45  cts. 
per  hour  for  each  digger ;  figure  i  top  man  at  40  cts.  per  hour, 
and  I  mucker  or  common  laborer  at  30  cts.  per  hour  for  all 
caissons  in  which  there  are  two  diggers,  and  i  top  man  less  if 
I  digger  is  in  the  caisson,  which  condition  exists  generally  in 
caissons  less  than  5  ft.  in  diameter.  Add  the  cost  of  5^-in. 
cable,  tripods,  sheaves,  i-in.  Hauser  laid  line,  nigger  heads, 
ball-bearing  blocks,  etc.,  for  rigging  of  the  job.  Lagging, 
which  is  2  x  6  ins.  and  3x6  ins.  hemlock  or  some  hard  wood, 
in  length  of  5  ft.  4  ins.  and  4  ft.,  is  priced  all  the  way  from  $20 
to  $22.50  and  $21  to  $24.50  per  M.  ft.  B.  M.,  respectively.    The 
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price  of  caisson  rings  is  $2.40  per  100  lbs.  The  cost  of  specially 
made  grubs  for  digging  in  hardpan  is  about  $26  per  dozen. 
Shovels  are  furnished  by  the  diggers  themselves  in  Chicago, 
111.  The  cost  of  temporary  electric  light  is  $10  per  caisson. 
This  includes  cost  of  cable,  lamps,  guards,  etc.  Add  the  cost 
of  or  rental  of  engine  or  motors  for  power. 

"Some  engineers  specify  three  rings  to  be  used  to  each  set 
of  lagging  below  the  top  set  until  hardpan  is  reached,  then  two 
rings  for  each  of  the  remaining  sets  from  hardpan  to  rock. 
This  is,  of  course,  to  insure  against  disaster  from  great  pres- 
sure of  the  swelling  clay  above  the  hardpan  strata,  and  may 
or  may  not  be  necessary.  These  rings  are  J4  x  3  ins.  wrought 
iron. 

"For  caissons  which  are  not  specified  to  go  to  rocky  it  is  not 
considered  economical  to  rig  up  cable  set-ups,  but  rather  to 
use  windlass  derricks.  In  this  case  i-in.  Hauser  laid  line  is 
used  as  the  means  of  hoisting  the  buckets  of  clay  out  of  the 
caisson,  as  is  the  case  in  cable  set-ups,  hand  power  being  used 
on  the  windlass  derricks  instead  of  steam  or  electricity.  The 
windlass  derricks  are  made  with  four  legs  out  of  6  x  6-in.  yel- 
low pine  lumber.  The  top  piece  is  generally  a  piece  of  3  x  6-in. 
lagging.  The  cost  of  windlass  and  boxes  is  about  $35  per 
dozen.  Hooks  for  caisson  buckets  cost  45  cts.  each.  Cais- 
son buckets  cost  $8  each. 

"With  the  above  approximate  units  as  a  basis,  I  have  seen 
unit  prices  given  per  lineal  foot  in  caisson  work  which  ranged 
all  the  way  from  $12  to  $16.50  for  6-ft.  diameter  caissons, 
larger  and  smaller  sized  caissons  being  graded  in  price  accord- 
ing to  their  size.  This  unit  price  included  rings,  lagging,  con- 
crete, power,  light,  labor,  etc." 

From  the  above  data  the  following  figures  of  cost  can  be 
arrived  at,  assuming  a  6-ft.  caisson: 

Labor.  Per  day. 

2  diggers  in  caisson,  at  $3.60 $  7.20 

I  top  man,  at  $3.20 3.20 

I  mucker,  at  $2..^o 240. . 


$12.80 
The  depth  sunk  varies  from  3^^  to  8  ft.  per  8-hour  day.  de- 
pending on  the  material.    Assuming  an  average  of  4  ft.,  we 
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have  then  4  lin.  ft.  of  caisson,  or  2,8  cu.  yds.  excavated  at  a 
labor  cost  of  $12.80,  which  is  at  the  rate  of  $3.20  per  lin.  ft.,  or 
$4.57  per  cu.  yd.    We  now  get  the  following: 

Per  lin.  ft. 
Caisson. 

40  ft.  B.  M.  (2x6-in.  lagging)  at  $25 $1.00 

60  lbs.  iron  ()4x3-in.  rings)  at  2^c 1.50 

0.7  cu.  yd.  excavation  at  $4.57 3.20 

0.7  cu.  yd.  muck  hauled  away  at  $1 0.70 

0.7  cu.  yd.  concrete  at  $5  3.50 

Electric  light   o.  10 

Total    $10.00 

If  3x6-in.  lagging  is  used  add  50  cts.  per  lin.  ft.  of  caisson. 

MOLDING  PILES  FOR  DRIVING.— Piles  for  driving  are 
molded  like  columns  in  vertical  forms  or  like  beams  in  hori- 
zontal forms.  European  constructors  have  a  strong  preference 
for  vertical  molding,  believing  that  a  pile  better  able  to  with- 
stand the  strain  of  driving  is  so  produced ;  such  lamination  as 
rci^ults  from  tamping  and  settfing  isi  in  vertical  molding,  in 
planes  normal  to  the  axis  of  the  pile  and  the  line  of  driving 
stress.  Vertical  molding  has  been  rarely  employed  in  America 
and  then  only  for  molding  round  piles.  The  common  belief  is 
that  horizontal  molding  is  the  cheaper  method.  In  the  ordi- 
nary run  of  work,  where  comparatively  few  piles  are  to  be 
made,  it  is  probably  cheaper  to  use  horizontal  molds,  but 
where  a  large  number  of  piles  is  to  be  made,  the  vertical 
method  has  certain  economic  advantages  which  are  worth 
considering. 

Vertical  molding  necessitates  a  tower  or  staging  to  support 
the  forms  and  for  handling  ahd  placing  the  concrete;  an  ex- 
ample of  such  a  staging  is  shown  by  Fig.  59.  To  counter- 
balance this  staging,  horizontal  molding  necessitates  a  molding 
platform  of  very  solid  and  rigid  construction  if  it  is  to  endure 
continued  and  repeated  use.  In  the  matter  of  space  occupied 
by  molding  plant,  vertical  molding  has  the  advantage.  A  tower 
40  ft.  square  will  give  ample  space  around  its  sides  for  80 
vertical  forms  for  12-in.  piles  and  leaves  i  ft.  of  clear  working 
space  between  each  pair  of  forms.  The  ground  area  occupied 
by  this  tower  and  the  forms  is  1,764  sq.  ft.     With  the  same 
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spacing  of  molds  a  horizontal  platform  at  least  25x160  ft,  ^ 
4,000  sq.  ft.,  would  be  required  for  the  molds  for  the  same 
number  of  piles  25  ft.  long.  For  round  piles,  vertical  mold- 
ing permits  the  use  of  sectional  steel  forms;  horizontal  forms 
for  round  piles  are  difficult  to  manage.  For  square  piles  ver- 
tical molding  requires  forms  with  four  sides;  horizontal  forms 
for  square  piles  consist  of  two  side  pieces  only,  the  molding 


Fig.  59.— Plant  for  Vertical  Moldlni!  of  Concrete  Piles. 
platform  ser\'ing  as  the  bottom  and  no  top  form  being  neces- 
sary. Thus,  for  square  piles  horizontal  molding  reduces  the 
quantity  of  lumber  per  form  by  50  per  cent.  The  side  forms 
for  piles  molded  on  their  sides  can  be  removed  much  sooner 
than  can  the  forms  for  piles  molded  on  end,  so  that  the  form 
material  is  more  often  released  for  reuse.    The  labor  of  assem- 
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bling  and  removing  forms  is  somewhat  less  in  horizontal 
molding  than  in  vertical  molding.  Removing  the  piles  from 
molding  bed  to  storage  yard  for  curing  requires  derricks  or 
locomotive  cranes  in  either  case  and  as  a  rule  this  operation 
will  be  about  as  expensive  in  plant  and  labor  in  one  case  as  in 
the  other.  In  the  ease  and  certainty  of  work  in  placing  the 
reinforcement,  horizontal  molding  presents  certain  advantages, 
the  placing  and  working  of  the  concrete  around  the  reinforce- 
ment is  also  easier  in  horizontal  molding.  Mixing  and  trans- 
porting the  concrete  materials  and  the  concrete  is  quite  as 
cheap  in  vertical  molding  as  in  horizontal  molding.  If  any- 
thing, it  is  cheaper  with  vertical  molding,  since  the  mixer  and 
material  bins  can  be  placed  within  the  tower  or  close  to  one 
side  where  a  tower  derrick  can  hoist  and  deposit  the  concrete 
directly  into  the  molds.  Car  tracks,  cars,  runways  and  wheel- 
barrows are  thus  done  away  with  in  handling  the  concrete 
from  mixer  to  molds.  Altogether,  therefore,  the  choice  of  the 
method  of  molding  is  not  to  be  decided  off-hand. 

DRIVING  MOLDED  PILES.— Driving  molded  concrete 
piles  with  hammer  drivers  is  an  uncertain  operation.  It  has 
been  done  successfully  even  in  quite  hard  soils  and  it  can  be 
done  if  time  is  taken  and  the  proper  care  is  exercised.  The 
conditions  of  successful  hammer  driving  are:  Perfect  align- 
ment  of  the  pile  with  the  line  of  stroke  of  the  hammer;  the 
use  of  a  cushion  cap  to  prevent  shattering  of  the  pile-head,  and 
a  heavy  hammer  with  a  short  drop.  The  pile  itself  must  have 
become  well  cured  and  hardened.  At  best,  hammer  driving 
is  uncertain,  however;  shattered  piles  have  frequently  to  be 
withdrawn  and  the  builder  is  never  sure  that  fractures  do  not 
exist  in  the  portion  of  the  pile  that  is  underground  and  hid- 
den. The  actual  records  of  concrete  pile  work  given  in  suc- 
ceeding sections  illustrate  successful  examples  of  hammer 
driving.  The  plant  required  need  not  vary  from  that  ordi- 
narily used  for  driving  wooden  piles,  except  that  more  power 
must  be  provided  for  handling  the  heavier  concrete  pile  and 
that  means  must  be  provided  for  holding  the  pile  in  line  and 
protecting  its  head. 

Sinking  concrete  piles  by  means  of  water  jets  is  in  all  re- 
spect a  process  similar  to  that  of  jetting  wooden  piles.  Exam- 
ples of  jetting  are  given  in  succeeding  section.  In  rare  cases, 
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driving  shells,  or  sheaths  have  been  used  for  ariving  molded 
piles. 

Method  and  Cost  of  Molding  and  Jetting  Piles  for  an  Ocean 
Pier. — In  reconstructing  in  reinforced  concrete  the  old  steel 
pier  at  Atlantic  City,  N.  J.,  some  ii6  reinforced  concrete  piles 
12  ins.  in  diameter  were  molded  in  air  and  sunk  by  jetting. 
The  piles  varied  in  length  with  the  depth  of  the  water,  the 
longest  being  34j^  ft.  Their  construction  is  shown  by  Fig. 
60,  which  also  shows  the  floor  girders  carried  by  each  pair  of 
piles  and  forming  with  them  a  bent,  and  the  struts  bracing  the 


Fig.   60.— Concrete  Pile  (or  Pier  at  Atlantic  City,  N.   J, 
bents  together.    In  molding  and  driving  the  piles  the  old  steel 
pier  was  used  as  a  working  platform. 

The  forms  for  the  piles  were  set  on  end  on  small  pile  plat- 
forms located  close  to  the  positions  to  be  occupied  by  the  piles 
and  were  braced  to  the  old  pier.  The  forms  were  of  wood 
and  the  bulb  point,  the  shaft  and  the  knee  braces  were  molded 
in  one  piece.  Round  iron  rods  were  used  for  reinforcement. 
The  concrete  was  composed  of  i  part  Vulcanite  Portland  ce- 
ment, 2  parts  of  fine  and  coarse  sand  mixed  and  4  parts  of 
gravel  l  in.  and  under  in  size.  The  mixture  was  made  wet  and 
was  puddled  into  the  forms  with  bamboo  fishing  rods,  which 
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proved  very  efficient  in  working  the  mixture  around  the  rein- 
forcing rods  and  in  getting  a  good  mortar  surface.  The  con- 
crete was  placed  in  small  quantities;  it  was  mostly  all  hand 
mixed.  The  forms  were  removed  in  from  5  to  7  days,  depend- 
ing on  the  weather. 

The  piles  were  planned  to  be  sunk  by  water  jet  and  to  this 
end  had  molded  in  them  a  2-in.  jet  pipe  as  shown.  They  were 
sunk  to  depths  of  from  8  ft.  to  14  ft.  into  the  beach  ?and. 
Water  from  the  city  water  mains  at  a  pressure  of  65  lbs.  per 
sq.  in.  was  used  for  jetting;  this  water  was  furnished  under 
special  ordinance  at  a  price  of  $1  per  pile,  and  a  record  of  the 
amount  used  per  pile  was  not  kept.  The  piles  were  swung 
from  the  molding  platforms  and  set  by  derricks  and  block  and 
fall.  The  progress  of  jetting  varied  greatly  owing  to  obstruc- 
tions in  places  in  the  shape  of  logs,  old  iron  pipes,  etc.  In 
some  cases  several  days  were  required  to  get  rid  of  a  single 
pipe.  In  clear  sand,  with  no  obstruction,  a  12-in.  pile  could 
be  jetted  down  at  the  rate  of  about  8  ft.  per  hour,  working  i 
foreman  and  6  men.  The  following  is  the  itemized  actual 
cost  of  molding  and  sinking  a  26-ft.  pile  with  bulb  point  and 
knee  l>races  complete: 

Cost  per 

Forms —  pile. 

Lumber,  340  ft.  B.  M.  @  $30 $10.20      

Labor  (carpenters  (ci  $2.50  per  day)  12.00      

( )il.  nails,  oakum,  bolts,  clamps,  etc 1.20      


$23.40  $  3.90 

Times  used 6      

Reinforcement — 

'?75  lbs.  of  plain  ^-in.  steel  rods  (r?  2  cts.  per  lb.  .$  5.50      

Preparing  and  setting,  4/10  ct.  per  lb i.io  6.60 

Jet  Pipe— 

26}4i  ft.  of  2-in.  pipe  ((t   10  cts.  per  ft.  in  place 2.65 

Setting  Forms — 

6  men  @  $2.50  per  day  =  $15,  set  4  piles 3.75 

Material — 

90/100  cu.  yds.  gravel  (a  $1.50  per  yd 1.35      

45/100  cu.  yds.  sand  (a  $1.50  per  yd 67      

1.50  bbls.  cement  @  $1.60 2.40  4.42 
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Labor — 

Concrete  and  labor  foreman  3.00 

5  laborers,  mixing  and  placing  by  hand,  $1.75 

each    10.50 


•  •  •  • 


$13.50        3.38 
Average  number  of  piles  concreted  per  day. ...         4      

Removing  Forms — 
4  men  @  $2.50  remove  and  clean  in  half  day  4 

columns 1.25 

I  man  @  $2.25  plastering  column  with  cement 

grout  (4  per  day) .56 

Jetting  10  ft.  into  Sand — 

Foreman $  3.00      

4  men,  $2.25  each,  handling  hose  and  traveler. .     9.00      ..... 


$12.00  3.00 

Average  number  of  piles  jetted  per  day 4      

City  water  pressure  used  for  jetting  @'$i  per  pile    ....  i.oo 

Superintendence  Cd  $5.00  per  day 1.25 

Caring  for  trestle,  traveler,  material,  etc 4.84 


Total  cost  per  pile $36.60 

The  pile  being  26  ft.  long,  the  cost  in  place  was  $141  per 
foot.  Subtracting  the  cost  of  sinking  amounting  to  $7.09  per 
pile,  we  have  the  cost  of  a  26-ft.  pile  molded  and  ready  to 
sink  coming  to  about  $1.10  per  fpot.  It  should  be  noted  that 
this  is  the  cost  for  a  pile  of  rather  complicated  construction ; 
a  plain  cylindrical  pile  should  be  less  expensive. 

Method  of  Molding  and  Jetting  Square  Piles  for  a  Building 
Foundation. — The  foundation  covered  about  an  acre.  The  soil 
was  a  deposit  of  semi-fluid  mud  and  quicksand  overlying  a 
very  irregular  rock  bottom  and  encircled  by  a  ledge  of  rock. 
The  maximum  depth  of  the  mud  pocket  was  40  ft.,  and  in- 
terspersed were  floating  masses  of  hard  pan.  Soundings 
were  made  at  the  locations  of  all  piles ;  a  J/^-in.  gas  pipe  was 
coupled  to  a  hose  fed  by  city  pressure  and  jetted  down  to  rock, 
the  depth  was  measured,  the  sounding  was  numbered  and  the 
pile  was  molded  to  length  and  numbered  like  the  sounding.  In 
all  414  piles  were  required,  ranging  in  length  from  lyi  to  40 
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ft. ;  all  piles  up  to  6  ft.  were  built  in  place  in  wooden  forms. 
The  piles  were  13  ins.  square  and  were  of  1-2J4-4  concrete  re- 
inforced with  welded  wire  fabric.  A  tin  speaking  tube  was 
molded  into  each  pile  at  the  center.  This  tube  was  stopped 
about  10  ins.  from  the  head  and  by  means  of  an  elbow  and 
threaded  nipple  projected  through  the  side  of  the  pile  to  allow 
of  attaching  a  pressure  hose.  The  piles  were  handled  to  the 
pile  driver,  the  hose  attached  and  water  supplied  at  100  lbs. 
pressure  by  a  pump.  Churning  the  pile  up  and  down  aided 
the  driving.  A  hammer  was  used  to  force  the  piles 
through  the  hard  pan  layers,  A  wooden  follower  was  used  to 
protect  the  pile  head.  A  2,800-lb.  hammer  falling  20  ft.  did 
not  injure  the  piles.  One  pile  was  given  300  blows  with  a 
2,800-lb.  hammer  falling  12  ft.,  and  when  pulled  was  unbroken. 
It  was  found  that  30  ft.  piles  ?nd  under  could  be  picked  tip 
safely  by  one  end;  longer  piles  cracked  at  the  center  when 
so  handled.  These  long  piles  were  successfully  handled  by  a 
long  chain,  one  end  being  wrapped  around  the  pile  at  the 
center  and  the  other  end  similarly  wrapped  near  the  head ; 
the  hook  of  the  hoisting  fall  was  hooked  into  the  loop  of  the 
chain  and  as  the  pile  was  hoisted  the  hook  slipped  along  the 
chain  toward  the  top  gradually  up  ending  the  pile.  The  piles 
weighed  175  lbs.  per  lin.  ft.  It  was  attempted  to  mold  the 
piles  directly  on  the  ground  by  leveling  it  off  and  covering  it 
with  tar  paper,  but  the  ground  settled  and  the  method  proved 
impracticable. 

Method  of  Molding  and  Jetting  Piles  for  Building  Founda- 
tions.— In  21  number  of  foundations  Mr.  Frank  B.  Gilbreth  has 
used*a  polygonal  pile,  either  octagonal  or  hexagonal,  with  the 
sides  corrugated  or  fluted  as  indicated  in  Fig.  61.  In  longi- 
tudinal section  these  piles  have  a  uniform  taper  from  butt  to 
point  and  have  flat  points.  Each  pile  is  cored  in  the  center, 
the  core  being  4  ins.  in  diameter  at  the  top  and  2  ins.  at  the 
bottom  end.  On  each  of  the  octagon  or  hexagon  sides  the  pile 
has  a  half-round  flute  usually  from  2]^  to  3  ins.  in  diameter. 
The  principal  object  of  these  flutes  or  ''corrugations"  is  to 
give  passage  for  the  escape  to  the  surface  of  the  water  forced 
through  the  center  core  hole  in  driving  the  pile.  They  are 
also  for  the  purpose  of  increasing  the  perimeter  of  the  pile  and 
thereby  gaining  greater  surface  for  skin  friction. 
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The  piles  are  reinforced  longitudinally  and  transversely.  On 
this  particular  job  the  reinforcement  was  formed  with  Clinton 
Electrically  Welded  Fabric,  the  meshes  being  3  ins.  x  12  ins. ; 
the  longer  dimension  being  lengthwise  with  the  pile  and  of 
No.  3  wire;  the  horizontal  or  transverse  reinforcement  being 
of  No.  10  wire.  The  meshes  being  electrically  welded  to- 
gether, the  reinforcement  was  got  out  from  a  wide  sheet  tak- 
ing the  form  of  a  cone.  No  part  of  the  reinforcement  was 
closer  than  I  in.  from  the  outside  of  the  concrete.  In  general 
only  sufficient  sectional  area  of  material  is.  put  in  the  reinforce- 
ment to  take  the  tensile  stresses  caused  by  the  bending  action 
when  handling  the  pile  preparatory  to  driving;  jnore  rein- 
forcement than  this  only  being  necessary  when  the  piles  are 
used  for  wharves,  piers  or  other  marine  structures,  where  a 
considerable  length  of  pile  is  not  supported  sidewise  or  when 
they  are  subjected  to  bending  stresses. 
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Molding. — The  forms  for  molding  the  piles  are  made  from 
2-in.  stuff,  gotten  out  to  the  required  dimensions,  the  cor- 
rugations being  formed  by  nailing  pieces  on  the  inside  whose 
section  is  the  segment  of  a  circle.  The  sides  of  the  octagon 
are  fastened  to  the  ends  through  which  the  core  projects  some 
6  or  8  ins.  At  times  while  the  molding  of  the  pile  is  in  prog- 
ress, tlie  central  core  is  given  a  partial  turn  to  prevent  the 
setting  of  the  cement  holding  it  fast  and  thereby  preventing 
the  final  removal. 

The  stripping  of  the  forms  from  the  piles  is  usually  done 
from  24  to  48  hours  after  molding,  and  from  this  time  on  great 
care  is  taken  that  there  is  a  sufficient  amount  of  moisture  in 
the  pile  to  permit  of  the  proper  action  for  setting  of  the  ce- 
ment. This  is  usually  accomplished  by  covering  the  piles  over 
with  burlaps   and   saturating  with   water  from   a   ho.sc;  the 
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operation  of  driving  the  pile  not  being  attempted  until  the 
concrete  is  at  least  ten  days  old. 

Driving. — The  operation  of  driving  corrugated  concrete 
piles  is  somewhat  similar  to  that  for  driving  ordinary  wooden 
piles  by  water  jet,  but  a  much  heavier  hammer  with  less  drop 
is  used.  The  jetting  is  accomplished  by  inserting  a  2-in.  pip<? 
within  the  pile.  This  pipe  is  tapered  at  the  bottom  end  to  1- 
in.  diameter,  forming  a  nozzle,  and  the  water  pressure  used  is 
about  120  lbs.  per  sq.  in.  As  a  rule,  this  pressure  is  obtained 
by  the  use  of  a  steam  pump  which  may  be  connected  with  the 
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Fig.  et. — Cushion  Cap  for  Driving  Qllbreth  ComigBted  Pile, 
boiler  which  operates  the  pile  driver,  or  with  a  separate  steam 
supply.    At  the  upper  end  of  this  2-in.  pipe  an  elbow  is  placed 
and  a  short  length  of  pipe  is  connected  to  this  and  to  the  hose 
from  the  water  supply. 

As  it  is  not  practicable  to  drop  the  hammer  directly  on  the 
head  of  the  concrete  piles,  the  driving  is  accomplished  by  the 
use  of  a  special  cap,  Fig.  62.  This  cap  is  about  3  ft.  in  height 
and  the  bottom  end  fits  over  the  head  of  the  pile.  In  one  side 
of  this  cap  is  a  slot  from  the  outside  to  the  center,  which  per- 
mits the  2-in.  pipe,  which  supplies  the  water  jet  for  driving  the 
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pile,  to  project.  Tlie  outside  of  this  cap  is  formed  with  a  steel 
shell,  the  inside  has  a  compartment  filled  with  rubber  packing 
and  the  top  has  a  wooden  block  which  receives  a  blow  from 
the  hammer.  In  this  way  the  head  of  the  pile  is  cushioned, 
_  which  prevents  the  blow  of  the  hammer  from  bruising  or 
breaking  the  concrete. 

During  the  operation  of  driving,  the  water  from  the  jet 
comes  up  on  the  outside  of  the  pile  and  carries  with  it  the 
material  which  it  displaces  in  driving.  This,  with  the  assis- 
tance of  tile  hammer,  allows  the  pile  to  be  driven  in  place,  and, 
contrary  to  what  might  be  supposed,  after  the  operation  of 
driving  when  the  water  has  saturated  into  the  ground  or  been 
drained  away,  this  operation   puddles  the  earth  around   the 
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pile,  so  that  after  a  few  hours'  time  the  skin  friction  is  much 
mure  than  it  would  be  with  the  pile  driven  into  more  compact 
soil  without  the  use  of  a  jet. 

Method  of  Molding  and  Driving  Roimd  Piles. — In  con- 
structing a  warehouse  at  Bristol,  England,  some  600  spirally- 
reinforced  piles  of  the  Coignet  type  were  used.  Coignet  piles 
are  in  section  circles  with  two  longitudinal  flat  faces  to  facili- 
tate guiding  during  driving:  this  section  is  the  same  as  would 
be  found  by  removing  two  thin  slabs  from  opposite  sides  of  a 
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timber  pile.  The  reinforcement  consists  of  longitudinal  bars 
set  around  the  periphery  and  drawn  together  to  a  point  at 
one  end  and  then  inserted  into  a  conical  shoe;  these  longi- 
tudinal bars  are  wound  spirally  with  a  ^-in.  rod  wire  tied  to 
the  bars  at  every  intersection.  This  spiral  rod  has  a  pitch  of 
only  a  few  inches,  but  to  bind  it  in  place  and  give  rigidity  to 
the  skeleton  it  is  wound  by  a  second  spiral  with  a  reverse 
twist  and  a  pitch  of  4  or  5  ft.  As  thus  constructed,  the  rein- 
forcing frame  is  sufficiently  rigid  to  bear  handling  as  a  unit. 
The  piles  used  at  Bristol  were  14  to  15  ins.  in  diameter  and 
52  ft.  long,  and  weighed  about  4  tons  gross  each.  The  mix- 
ture used  was  cement,  river  sand  and  crushed  granite. 

Molding. — In  molding  Coignet  piles  the  reinforcement  is 
assembled  complete  as  shown  by  Fig.  63  and  then  suspended 
as  a  unit  in  a  horizontal  mold  constructed  as  shown  by  the 


Fig.   64.— Form  for  Molding  Round  Pile  with  Flattened   Sides. 

cross-section  Fig.  64.  The  concrete  is  deposited  in  the  top 
opening  and  rammed  and  worked  into  place  around  the  steel 
after  which  the  opening  is  closed  by  the  piece  A.  After  24 
hours  the  curved  side  pieces  B  and  C  are  removed  and  the 
pile  is  left  on  the  sill  D  until  hard  enough  to  be  shifted ;  a  pile 
is  considered  strong  enough  tor  driving  when  about  six  weeks 
old.   "^ 

Driving. — Coignet  piles  at  the  Bristol  work  were  handled  by 
a  traveling  crane.  The  material  penetrated  was  river  mud  and 
they  were  driven  with  a  hammer  weighing  2  tons  gross;  in 
driving  the  pile  head  was  encircled  by  a  metal  cylinder  into 
which  fitted  a  wooden  plunger  or  false  pile  with  a  bed  of  shav- 
ings and  sawdust  between  plunger  and  pile  head. 

Molding  and  Driving  Square  Piles  for  a  Building  Founda- 
tion.—The   Dittman   Factory   Building  at   Cincinnati,   O.,   is 
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'  founded  on  reinforced  concrete  piles  varying  from  8  to  22  ft. 

in  length.     The  piles  were  square  in  cross-section,  with  a  2- 

in.  bevel  on  the  edges;  a  i6-ft.  pile  was  10  ins.  square  at  the 

point  and  14  ins.  square  at  the  head,  shorter  or  longer  piles  had 

the  same  size  of  point,  but  their  heads  were  proportionally 

smaller  or  larger,  since  all  piles  were  cast  in  the  same  mold 

by  simply  inserting  transverse  partitions  to  get  the  various 

lengths.    Each  pile  was  reinforced  by  four  ^-in.  twisted  bars, 

one  in  each  corner,  bound  together  by  l4'\n  hoops  every  12 

ins..     The  bars  were  bent  in  at  the  point  and  inserted  in  a 

hollow  pyramidal  cast  iron  shoe  weighing  about  50  lbs.    The 

concrete  was  a  1-2-4  stone  mixture  and  the  pile  was  allowed  to 

harden  four  weeks  before  driving.  They  were  cast  horizontally 

in  wooden  molds  which  were  removed  after  30  hours. 

Driving. — Both  because  of  their  greater  weight  and  because 
of  the  care  that  had  to  be  taken  not  to  shatter  the  head,  it  took 

longer  to  adjust  and  drive  one  of  these  concrete  piles  than  it 
would  take  with  a  wooden  pile.  The  arrangement  for  driving 
the  piles  was  as  follows :  A  metal  cap  was  set  over  the  head 
of  the  pile,  on  this  was  set  the  guide  cap  having  the  usual 
wood  deadener  and  on  this  was  placed  a  wood  deadener  about 
I  ft.  long.  The  jiictal  cap  was  filled  with  wet  sand  to  form  a 
cushion,  but  as  the  pile  head  shattered  in  driving  the  sand 
cushion  was  abandoned  and  pieces  of  rubber  hose  were  sub- 
stituted. With  this  rubber  cushion  the  driving  was  accom- 
plished without  material  damage  to  the  pile  head.  The  ham- 
mer used  weighed  4,000  lbs.  and  the  drop  was  from  4  to  6  ft. 
The  blows  per  pile  ranged  from  60  up.  The  average  being 
about  90.  In  some  cases  where  the  driving  was  hard  it  took 
over  400  blows  to  drive  a  14-ft.  pile.  An  attempt  to  drive  one 
pile  with  a  i6-ft.  drop  resulted  in  the  fracture  of  the  pile. 

Method  of  Molding  and  Driving  Octagonal  Piles. — ^The 
piles  were  driven  in  a  sand  fill  18  ft.  deep  to  form  a  foundation 
for  a  track  scales  in  a  railway  yard.  They  were  octagonal 
and  16  ins.  across  the  top,  16  ft.  long,  and  tapered  to  a  diam- 
eter of  12  ins.  at  the  bottom.  They  were  also  pointed  for  about 
a  foot.  The  reinforcement  consisted  of  four  3^2-in.  Johnson 
corrugated  bars  spaced  equally  around  a  circle  concentric  with 
the  center  of  the  pile,  the  bars  being  kept  i)-^  ins.  from  the 
surface  of  the  concrete.     A  Xo.  11  wire  wrapped  around  the 
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outside  of  the  bars  secured  the  properties  of  a  hooped-concrete 
column.  The  piles  were  cast  in  molds  laid  on  the  side.  They 
were  made  of  i  :4j/l  gravel  concrete,  and  were  seasoned  at 
least  three  weeks  before  being  driven. 

An  ordinary  derrick  pile  driver,  with  a  2,500-lb.  hammer 
falling  18  ft.,  was  used  in  sinking  them.  A  timber  follower  6 
ft.  long  and  banded  with  iron  straps  at  both  ends  was  placed 
over  the  head  of  the  pile  to  receive  directly  the  hammer  blows. 
The  band  on  the  lower  end  was  10  ins.  wide  and  extended  6 
ins.  over  the  end  of  the  follower.  In  this  6-in.  space  a  thick 
sheet  of  heavy  rubber  was  placed,  coming  between  the  head 
of  the  pile  and  the  follower.  Little  difficulty  was  experienced 
in  driving  the  piles  in  this  manner,  although  250  to  300  blows 
of  the  hammer  were  required  to  sink  each  pile.    The  driving 
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being  entirely  through  fine  river  sand  there  is  every  proba- 
bility that  any  kind  of  piles  would  have  been  driven  slowly. 
The  heads  of  the  first  4  or  5  piles  were  battered  somewhat, 
but  after  the  pile  driver  crew  became  familiar  with  the  method 
of  driving,  no  further  battering  resulted  and  the  heads  of  most 
of  the  piles  were  practically  uninjured. 

Method  and  Cost  of  Making  Reinforced  Concrete  Piles  by 
Rolling. — In  molding  reinforced  concrete  piles  exceeding  30 
or  40  ft.  in  length,  the  problem  of  molds  or  forms  becomes  a 
serious  one.  A  pile  mold  50  or  60  ft.  long  is  not  only  expen- 
sive in  first  cost,  but  is  costly  to  maintain,  because  of  the  diffi- 
culty of  keeping  the  long  lagging  boards  from  warping.  To 
overcome  these  difficulties  a  method  of  molding  piles  without 
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forms  has  been  devised  and  worked  out  practically  by  Mr.  A. 
C.  Chenoweth,  of  Brooklyn,  N.  Y.  This  method  consists  in 
rolling  a  sheet  of  concrete  and  wire  netting  into  a  solid  cyl- 
inder on  a  mandril,  by  means  of  a  special  machine.  Fig.  65 
is  a  sketch  showing  a  cross-section  of  a  finished  pile,  in  which 
the  dotted  line  shows  the  wire  netting,  the  hollow  circle  is  the 
gas  pipe  mandril,  and  the  solid  circles  are  the  longitudinal  re- 
inforcing bars. 

In  making  the  pile  the  netting  is  spread  flat,  with  the  rein- 
forcing bars  attached  as  shown  at  (a),  Fig.  66,  and  is  then 
covered  with  a  layer  of  concrete.     One  edge  of  the  netting  is 


Fig.  6T.— Maclilne  for  Boiling  Chenoweth  Piles, 
fastened  to  the  platform,  the  other  edge  is  attached  to  the 
windinj^  mandril.  The  winding  operation  is  indicated  iiy 
sketch  (b),  Fig.  66.  Fig.  67  allows  the  machine  for  rolling  the 
pile.  It  consists  of  a  platform  and  a  roll.  The  platform  is 
mounted  on  wheels  and  is  so  connected  up  that  it  moves  back 
under  the  roll  at  exactly  the  circumferential  speed  of  the  roll; 
thus  the  forming  pile  is  under  constant,  heavy  pressure  be- 
tween the  roll  and  platform.  \\'hen  the  pile  has  been  com- 
pletely rolled  it  is  bound  at  intervals  by  wire  ties;  the  wire 
for  these  ties  is  carried  on  spools  arranged  under  the  edge  of 
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the  platform  at  intervals  of  4  ins.  for  the  first  10  ft.  from  the 
point  and  of  6  ins.  for  the  remainder  of  the  length.  The  bind- 
ing is  done  by  giving  the  pile  two  or  three  extra  revolutions 
and  then  cutting  and  tying  the  wire ;  then  by  means  of  a  long 
removable  shelf  which  contains  the  flushing  mortar,  as  the 
pile  revolves  it  becomes  coated  on  the  outside  with  a  covering 
that  protects  the  ties  and  other  surface  metal.  Finally  the 
pile  is  rolled  onto  a  suitable  table  to  harden. 

An  exhibition  pile  rolled  by  the  process  described  is  61  ft. 
long  and  13  ins.  in  diameter.  This  pile  was  erected  as  a  pole 
by  hoisting  with  a  tackle  attached  near  one  end  and  dragging 
the  opposite  end  along  the  ground  exactly  as  a  timber  pole 
would  be  erected.  It  was  also  suspended  free  by  a  tackle  at- 
tached at  the  center;  in  this  position  the  ends  deflected  6  ins. 
Neither  of  these  tests  resulted  in  observable  cracks  in  the  pile. 
The  pile  contains  eight  i-in.  diameter  steel  bars  61  ft.  long, 
one  2^>-in.  pipe  also  61  ft.  long,  366  sq.  ft.,  or  40.6  sq.  yds.  3^- 
in.  mesh  14  B.  &  S.  gage  wire  netting,  and  2  cu.  yds.  loose 
concrete.    Its  cost  for  materials  and  labor  was  as  follows : 

Materials — 

Gravel,  28.8  cu.  ft.,  at  $1  per  cu.  yd $  1.05 

Sand,  T9.8  cu.  ft.,  at  $1  per  cu.  yd .73 

Cement,  3  bbls.,  at  $1.60  per  bbl • 4.80 

Netting,  40.6  sq.  yds.,  at  I7J4  cts.  per  sq.  yd 7.10 

Rods,  wire,  etc.,  1,826  lbs.,  at  2^  cts.  per  lb 45-^5 


Total    $59.33 

Mixing  2  cu.  yds.  concrete,  four  men  one  hour,  at  15  cts. 
per  hour $  0.60 

Placing  concrete  and  netting,  four  men  30  mins.,  at  15 

cts.  per  hour 30 

Winding  pile,  four  men  20  mins.,  at  15  cts.  per  hour 20 

Removing  pile,  four  men  10  mins.,  at  15  cts.  per  hour. .       .10 


$1.20 

Grand  total  $60.53 

This  brings  the  cost  of  a  pile  of  the  dimensions  given  to 
about  $1  per  lin.  ft. 


CHAPTER  XI. 

METHODS  AND  COST  OF  HEAVY  CONCRETE  WORK 
IN  FORTIFICATIONS,  LOCKS,  DAMS,  BREAK- 
WATERS AND  PIERS. 

The  construction  problem  in  building  concrete  structures  of 
massive  form  and  volume  is  chiefly  a  problem  of  plant  ar- 
rangement and  organization  of  plant  operations.  In  most 
such  work  form  construction  is  simple  and  of  such  character 
that  it  offers  no  delay  to  placing  the  concrete  as  rapidly  as  it 
can  be  produced.  The  same  is  true  of  the  character  of  the 
structure,  it  is  seldom  necessary  for  one  part  of  the  work  to 
wait  on  the  setting  and  hardening  of  another  part.  As  a  rule, 
there  is  no  reinforcement  to  fabricate  and  place  and  where 
there  is  it  is  of  such  simple  character  as  not  to  influence  the 
main  task  of  mixing,  handling,  and  placing  concrete.  Stated 
broadly,  the  contractor  in  such  work  generally  has  a  certain 
large  amount  of  concrete  to  manufacture,  transport  and  de- 
posit in  a  certain  space  with  nothing  to  limit  the  rapidity  of 
these  operations,  except  the  limitations  of  plant  capacity 
and  management.  Installation  and  operation  of  mixing  and 
conveying  plant,  then  are  matters  to  be  considered  carefully 
in  heavy  concrete  work. 

In  the  following  sections  we  have  given  one  or  more  ex- 
amples of  nearly  every  kind  of  heavy  concrete  work  excepting 
bridge  foundations  and  retaining  walls,  which  are  considered 
in  Chapters  XII  and  XIII,  and  except  rubble  concrete  work, 
which  is  considered  in  Chapter  VI.  In  each  case  so  far  as  the 
available  records  made  it  possible,  we  have  given  an  account 
of  the  plant  used  and  of  its  operation. 

FORTIFICATION  WORK,— Concrete  for  fortification 
work  consists  very  largely  of  heavy  platforms  and  walls  for 
gun  foundations  and  enclosures  and  of  heavily  roofed  gal- 
leries and  chambers  for  machinery  and  ammunition.  The 
work  is  very  massive  and  in  the  majority  of  cases  of  simple 
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form.  A  large  number  of  data  are  to  be  found  in  the  reports 
of  the  Chief  of  Engineers,  U.  S.  A.,  on  all  classes  of  fortifica- 
tion work,  but  the  manner  in  which  they  are  re- 
corded makes  close  analysis  of  relative  efficiencies  of 
methods  or  of  relative  costs  almost  impossible.  The  follow- 
ing data  are  given,  therefore,  as  examples  that  may  be  con- 
sidered fairly  representative  of  the  costs  obtained  in  fortifica- 
tion work  done  under  the  direction  of  army  engineers;  these 
data  are  not  susceptible  of  close  analysis  because  wages,  work- 
ing force,  outputs,  etc.,  are  nearly  always  lacking. 

Gun  Emplacements,  Staten  Island,  N.  Y. — ^The  work  com- 
prised 5,609  cu.  yds.  of  concrete  in  two  12-in.  gun  emplace- 
ments, and  3,778  cu.  yds.  of  concrete  in  two  6-in.  gun  em- 
placements. Concrete  was  mixed  in  a  revolving  cube  mixer 
with  the  exception  of  809  cu.  yds.  in  the  6-in.  emplacements 
which  were  mixed  by  hand  at  a  cost  of  56  cts.  more  per  cubic 
yard  than  machine  mixing  cost.  The  body  of  the  concrete 
was  a  1-3-5  Portland  cement,  beach  sand  and  broken  trap 
rock  mixture.  The  floors  and  upper  surface  of  the  concrete 
had  a  pavement  consisting  of  6  ins.  of  1-3-5  concrete  surfaced 
with  2  ins.  of  1-3  mortar.  Wages  are  not  given,  but  for  the 
time  and  place  should  have  been  about  $1.50  per  8-hour  day 
for  common  labor.    The  cost  of  materials  was : 

Alpha  Portland  cement,  per  bbl $1.98 

Broken  trap  rock,  per  cu.  yd 0.81 

12-in.  emplacement,  hauling  sand  per  cu.  yd oi75 

6-in.  emplacement,  hauling  sand  per  cu.  yd 0.20 

The  cost  of  the  concrete  in  place  was  as  follows : 

12-in.,  per  6-in.,  per 

Body  Concrete —  cu.  yd.      cu.  yd. 

Cement,  at  $1.98  per  bbl $2,546      $2,546 

Broken  stone,  at  81  cts.  per  cu.  yd 1.041         1.041 

Sand,  at  17^/^  and  20  cts.  per  cu.  yd 0.225        0.257 

Receiving  and  storing  materials  at  11.6  cts.  per 

cu.  yd.  and  8.4  cts.  per  bbl 0.149        0.180 

Mixing,  placing  and  ramming 0.879        i.i  10 

Forms,  lumber  and  labor ". 0.477        0.950 

Superintendence  and  miscellaneous 0.190        0.150 

Total    $5,507      $6,234 
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Concrete  Pavement — 

Materials    $2.97        $3.06 

Labor    4.63  4.72 

Total    $7.60        $7.78 

Mortar  Battery  Platform,  Tampa  Bay,  Fla. — The  platform 
contained  8,994  cu.  yds.  of  concrete  composed  6f  a  mixture  of 
Portland  cem'ent,  sand,  shells  and  broken  stone.  The  broken 
stone  and  cement  were  brought  in  by  vessel  and  the  sand  and 
shells  were  obtained  from  the  beach  near  by.  The  plant  for 
the  work  was  arranged  as  shown  by  the  sketch,  Fig.  68.  Sand. 

S/tHli 


Fig.    68. — Sketch    Plans   of   Concrete   Making   Plant    for   Mortar  Battery 

Platfonn. 

stone  and  shells  were  stored  in  separate  compartments  in  the 
storage  bins.  Box  cars,  divided  into  compartments  of  such 
size  that  when  each  was  filled  with  its  proper  material,  the 
car  would  contain  the  proper  proportions  for  one  batch  of  con- 
crete, were  pushed  by  hand  under  the  several  compartments 
of  the  bin  in  succession  until  charged ;  then  they  were  hooked 
to  a  cable  and  hauled  to  the  platform  over  the  mixer  and 
dumped.  The  charge  was  then  turned  over  with  shovels  and 
shoveled  into  the  hopper  of  a  continuous  mixer,  located  be- 
neath. Two  cars  were  used  for  charging  the  mixer,  running 
on  separate  tracks  as  shown.  The  mixer  discharged  into 
buckets  set  on  flat  cars,  which  were  hauled  by  mules  under  the 
cableway,  which  then  lifted  and  dumped  the  bucket  and  re- 
turned it  empty  to  the  car.     By  using  three  bucket  cars,  one 
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was  always  ready  to  receive  the  mixer  discharge  as  soon  as  the 
preceding  one  had  been  filled,  so  that  the  mixer  operated  con- 
tinuously. The  cableway  had  a  working  span  of  270  ft., 
the  cable  being  carried  by  traveling  towers  69  ft.  high ;  the 
cableway  was  very  easily  operated  back  and  forth  along  the 
work.  The  cableway  complete,  with  497  ft.  of  six-rail  track 
for  each  tower,  cost  $4,700.  The  cost  of  materials  and  labor 
for  the  8,994  cu.  yds.  of  concrete  was  as  follows: 

Per  cu.  yd. 

I  bbl.  cement  at  $2.46 $2.46 

0.89  cu.  yd.  stone,  at  $2.95 2.622 

0.315  cu.  yd.  shells,  at  $0.45 0.142 

0.51  cu.  yd.  sand,  at  $0.12 0.062 

Mixing  and  placing  0.693 

Total    , $5,979 

The  above  batch  tamped  in  place  to  30  cu,  ft.,  or  I  1/9  cu 
yds.,  which  gives  the  cost  as  follows: 

Per  cu.  yd. 

Cost  of  concrete  tamped  in  place $5381 

Cost  of  form  work   .•.  0.370 

Total  cost  $57.Si 

In  the  preceding  prices  of  cement  and  stone,  59  cts.  and  29 
cts.  per  cubic  yard,  respectively,  are  included  for  storage.  The 
costs  of  sand  and  shells  are  costs  of  screening  and  storing. 
Rough  lumber  for  forms  cost  $10.25,  and  dressed  lumber 
$12.75  per  M.  ft.  B.  M. 

Emplacement  for  Battery,  Tampa  Bay,  Fla.*— The  emplace- 
ment contained  6,654  cu.  yds.  of  Portland  cement,  sand,  shells 
and  broken  stone  concrete.  The  plant  arrangement  is  shown 
by  Fig.  69.  The  sand  and  shells  were  got  near  the  site,  using 
an  inclined  cableway  running  from  a  40-ft.  mast  near  the 
mixer  to  a  deadman  at  the  shell  bank.  All  the  sand  for  the 
fill  around  the  emplacement  was  obtained  in  the  same  way. 
The  other  materials  were  brought  by  vessel  to  a  wharf,  loaded 
by  derrick  onto  cars  operated  by  an  endless  cable,  and  taken 
to  the  work.  The  storage  bins  and  mixing  plant  were  op- 
erated much  like  those  for  the  mortar  battery  work,  previously 
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described.  A  cube  mixer  was  used,  and  the  concrete  was 
handled  from  it  to  the  work  by  a  crane  derrick  covering  a  cir- 
cle of  loo  ft.  in  diameter.  The  cost  of  materials  and  concrete 
was  as  follows: 

Cement,  plus  7  cts.  for  storage  per  bbl $  2.532 

Stone,  plus  38  cts.  for  storage  per  cu.  yd 3-047 

Shells,  excavating  and  storage  0.481 

Sand,  excavating  and  storage  0.250 

Lumber,  rough  per  M.  ft.  B.  M TO.25 

Lumber,  dressed  per  M.  ft.  B.  M T  12.75 

A  batch  made  up  as  follows,  tamped  in  place  to  a  volume  of 
30  cu.  ft.  or  I  1/9  cu.  yds.: 


Fig.  69. — Sketch  Plans  of  Concrple  Making  Plant  for  Battery  Eir-  lacement. 

I  bbl.  cement,  at  $2.532 $  2.532 

0.315  cu.  yd.  shells,  at  $0.481 0.151 

0.51  cu.  yd.  sand,  at  $0.25   . .' 0-i30 

0.89  cu.  yd.  stone,  at  $3.047 2.710 

Mixing  and  placing 0.761 


Total  for  30  cu  ft $6,284 

This  gives  a  cost  per  cubic  yard  of  concrete  in  place  as  fol- 
lows : 

Concrete  in  place,  per  cu.  yd *. $  5.655 

Forms,  per  cu.  yd.  of  concrete 0.220 


Total  cost  of  concrete  per  cu.  yd $  5.875 
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United  States  Fortification  Work. — The  following  methods 
and  cost  of  mixing  and  placing  concrete  by  hand  and  by 
cubical  mixers  is  given  by  Mr.  L.  R.  Grabill  for  U.  S.  Gov- 
ernment fortification  work  done  in  1899. 

Hand  Mixing  and  Placing. — The  work  was  done  by  con- 
tract, using  a  i  cement,  2  sand,  2  pebbles  and  3  stone  mixture 
turned  four  times.  A  board  large  enough  for  three  batches 
at  a  time  was  used ;  one  batch  was  being  placed,  one  being 
mixed  and  one  being  removed  at  the  same  time  so  that  the 
mixers  moved  without  interval  from  one  to  the  other.  Two 
gangs  were  worked,  each  mixing  64  batches  of  0.75  cu.  yd., 
or  48  cu.  yds.  of  concrete  per  day  at  the  following  cost : 

Per  Per 

Hand  Mixing  9,000  Cu.  Yds. —  day.  cu.  yd. 

6  men  wheeling  materials $  7.50  $0.16 

8  men  mixing  10.00  a2i 

8  men  wheeling  away 10.00  0.21 

6  men  placing  and  ramming 7.50  0.16 

I  pump  man   1.25  0.02 

I  waterboy    i.oo  0.02 

I  foreman 2.00  0.04 

Totals    $39-25        $0.82 

The  entire  ccst  of  plant  for  this  work  was  about  $500. 
Machine  Mixing  and  Placing, — The  concrete  was  mixed  in 
a  4-ft.  cubical  mixer  operated  by  a  12  hp.  engine  which  also 
hauled  the  material  cars  up  the  incline  to  the  mixer.  These 
cars  passed  by  double  track  under  the  material  bins  where 
the  compartments  of  the  car  body  were  filled  through  trap 
doors;  they  then  passed  the  cement  house  where  the  cement 
was  placed  on  the  load,  then  up  the  incline  to  the  mixer  and 
dumped,  and  then  empty  down  an  opposite  incline.  Seven 
turns  of  the  mixer  mixed  the  charge  which  was  discharged 
into  iron  tubs  on  cars  hauled  by  horses  to  two  derricks  whose 
booms  covered  the  work.  One  gang  by  day  labor  mixed  and 
placed  168  batches  of  0.7  cu.  yd.,  or  11 7.6  cu.  yds.  per  day  at 
the  following  cost : 
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Per 

Machine  Mixing  4,000  Cu.  Yds. —  day. 

32  men  at  $1.25 , $40.00 

I  pumpman    , 1.25 

1  teamster  and  horse 2.00 

2  Waterboys  at  $1 2.00 

I  engineman    i  .70 

I  derrickman    1.50 

I  fireman    1.50 

I  foreman    2.88 

Fuel  (cement  barrels  largely)    1.25. 


Totals    $54.08 

The  cost  of  the  plant  was  about  $5,000. 


Per 

cu.  yd 

$0.34 
0.0 1 

0.02 

0.02 

0.02 

0.0 1 

o.oi 

0.03 

0.01 

$0.47 


Fig.    70.— Concrete    Making   Plant    for    Constructing   Lock    Walls.    Cascades 

Canal. 

LOCK  WALLS,  CASCADES  CANAL.— Four-fifths  or 
70,000  cu.  yds.  of  lock  masonry  was  concrete,  the  bulk  of 
which  was  mixed  and  deposited  by  the  plant  shown  by  Fig.  70. 
The  concrete  was  Portland  cement,  sand,  gravel  and  broken 
stone.  Cement  was  brought  in  in  barrels  by  railway,  stored 
and  tested ;  from  the  store  house  the  barrels  were  loaded  onto 
cars  and  taken  250  ft.  to  a  platform  onto  which  the  barrels 
were  emptied  and  from  which  the  cement  was  shoveled  into 
the  cement  hopper  and  chuted  to  cars  which  took  it  to  the 
charging  hopper  of  the  mixer.  The  stone  was  crushed  from 
spalls  and  waste  ends  from  the  stone  cutting  yards,  where 
stone  for  wall  lining  and  coping  and  other  special  parts  was 
prepared.     These  spalls  and  ends  were  brought  in  cars  and 
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dumped  into  the  hopper  of  a  No.  5  Gates  crusher,  with  a 
capacity  of  30  tons  per  hour.  From  the  crusher  the  stone 
passed  to  a  2^ -in.  screen,  the  pieces  passing  going  to  a  bin 
below  and  the  rejections  going  to  a  smaller  Blake  crusher  and 
thence  to  the  bin.  The  dust  and  small  particles  were  not, 
screened  out.  The  sand  and  gravel  were  obtained  by  screen- 
ing and  washing  pit  gravel.  The  gravel  was  excavated  and 
brought  in  cars  to  the  washer.  This  consisted  of  a  steel  cyl- 
inder 2  ft.  6J/2  ins.  in  diameter  and  about  18  ft.  long,  having 
an  inclination  of  i  in.  per  foot.  An  axial  gudgeon  supported 
the  cylinder  at  the  lower  end  and  it  rested  on  rollers  at  the 
other  end  and  at  an  intermediate  point.  The  gravel  was  fed 
by  hopper  and  chute  into  the  upper  end  and  into  this  same 
end  a  3-in.  perforated  pipe  projected  and  extended  to  about 
mid-length  of  the  cylinder.  The  cylinder  shell  was  solid  and 
provided  with  internal  fins  for  about  half  its  length  from  the 
feed  end.  For  the  remainder  of  its  length  nearly  to  the  end, 
the  shell  was  perforated  with  2^ -in.  holes.  For  a  length  of  4 
ft.  beyond  mid-point  it  was  encircled  by  a  concentric  screen 
of  J^-in.  holes,  and  this  screen  for  3  ft.  of  its  length  was  en- 
circled by  another  screen  of  30  meshes  to  the  inch.  The  pit 
mixture  fed  into  the  cylinder  was  gradually  passed  along  by 
the  combined  inclination  and  rotation,  being  washed  and 
screened  in  the  process.  The  sand  fell  into  one  bin  and  the 
gravel  into  another,  and  the  waste  water  was  carried  away 
by  a  flume.  The  large  stones  passed  out  through  openings  at 
the  lower  end  of  the  shell  and  were  chuted  into  cars.  The 
cars  came  to  the  mixer  as  clearly  shown  by  Fig.  70. 

The  stone  and  gravel  cars  were  side  dump  and  the  cement 
car  was  bottom  dump.  The  mixers  were  of  the  cube  type  4 
ft.  on  each  edge  and  operated  by  a  7x  12-in.  double  cylinder 
engine  at  nine  revolutions  per  minute.  The  usual  charge  was 
^2  cu.  ft.  of  the  several  ingredients,  and  it  was  found  that  15 
revolutions  requiring  about  ly^  minutes  were  sufficient-  for* 
mixing.  The  average  work  of  one  mixer  was  17  batches  or 
about  13  cu.  yds.  per  hour,  but  this  could  be  speeded  up  to  20 
batches  per  hour  when  the  materials  were  freely  supplied  and 
the  output  freely  removed.  Two  cars  took  the  concrete  from 
the  mixer  to  the  hopper,  from  which  it  was  fed  to  the  work 
by  chute.   The  hopper  was  mounted  on  a  truck  and  the  chute 
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was  a  wrought  iron  cylinder  trussed  on  four  sides  and  having 
a  45®  elbow  at  the  lower  end  to  prevent  scattering.  The  chute 
fed  into  a  car  running  along  the  wall  and  distributing  the 
material.  It  was  found  impracticable  to  move  the  chute  read- 
ily enough  to  permit  of  feeding  the  concrete  directly  into 
place.  As  the  concreting  progressed  upward  the  trestle  was 
extended  and  the  chute  shortened.  It  was  found  that  wear 
would  soon  disable  a  steel  chute  so  that  the  main  trussed 
cylinder  had  a  smaller,  cheaply  made,  cylinder  placed  inside 
as  a  lining  to  take  the  wear  and  be  replaced  when  necessary. 

The  plant   described    worked    very    successfully.     Records 
based  on  9,614.4  cu.  yds.  of  concrete  laid,  gave  the  following: 

Cu.  yds. 

Concrete  mixed  by  hand ^*777'0 

Concrete  mixed  by  machine 7f^37'4 

Total  concrete  laid  91614.4 

Concrete  placed  by  derricks 2,372.0 

Concrete  placed  by  chute  7*242.4 

Concrete  1-2-4  mixture 156.O 

Concrete   1-3-6  mixture   1,564.0 

Concrete   1-4-8  mixture 6,892.0 

The  average  mixture  was  i  cement,  3.7  sand,  4.8  gravel  and 
2.6  broken  stone.  The  average  product  was  1.241  cu.  yds.  con- 
crete per  barrel  of  cement  and  1.116  cu.  yds.  of  concrete  per 
cubic  yard  of  stone  and  gravel.  The  average  materials  for 
I  cu.  yd.  of  concrete  were :  Cement  0.805  bbl.,  sand  0.456  cu. 
yd.,  gravel  0.579  cu.  yd.,  and  stone  0.317  cu.  yd. 
The  cost  of  these  9,614.4  cu.  yds.  of  concrete  in  place  was : 
Hand  Mixed  and  Placed  by  Derrick —  Per  cu.  yd. 

Labor  mixing  1,777  cu.  yds $1,072 

Repairs,  fuel,  etc    0.016 

Total   cost  mixing    $1,088 

Labor  placing  2,372  cu.  yds 0.6025 

Fuel,  tramways,  etc 0.1958 


Total  cost  placing  $0.7983 
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Machine  Mixed  and  Placed  by  Chute — 

Labor  mixing  7,837  cu.  yds ,$0,388 

Repairs,  fuel,  etc 0.046 

Total  cost  mixing •. $0434 

Labor  placing  7,242  cu.  yds 0.414 

Fuel,  tramways,  etc 0.045 

Total  cost  placing $0,459 

Materials  and  Supplies  9,614  cu.  yds. — 

Timbering    $0,145 

Cement 3.289 

Sand  and  gravel   1*073 

Broken  stone 0.536 

Cement  testing,  repairs,  etc 0.223 

Total  $5,266 

Plant  and  Superintendence,  9,614  Cu.  Yds. — 

Engineering,  superintendence,  repairs,  etc $1,508 

20%  cost  of  plant 0.165 


Total    $1,673 

The  comparative  cost  of  hand  and  machine  mixing  and 
handling  was  thus : 

Item —                                                                 Hand.  Machine. 

Mixing  per  cu.  yd $1,088  $0,434 

Placing  per  cu.  yd 0.798  0.459 

Materials,  etc.,  per  cu.  yd 5466  5.466 

Plant,  etc.,  per  cu.  yd 1-673  1-673 

Totals    $9,025        $8,032 

The  average  total  costs  of  all  the  concrete  placed  were : 

Mixing  per  cu.  yd $o.55S 

Placing  per  cu.  yd 0.543 

Materials  per  cu.  yd 5.266 

Plant,  etc.,  per  cu.  yd 1.673 

Total  ^ $8,037 


194 


CONCRETE    CONSTRUCTION. 


LOCKS,  COOSA  RIVER,  ALABAMA.— The  following 
methods  and  costs  are  given  by  Mr.  Charles  Firth  for  con- 
structing lock  No.  3T  for  the  Coosa  River  canalization,  Ala- 
bama. This  lock  is  420  ft.  long  over  all,  322  ft.  between 
quoins,  52  ft.  clear  width,  147  ft.  lift  and  8  ft.  depth  of  water 
on  sills;  it  contained  20,000  cu.  yds.  of  concrete  requiring  21,- 
500  bbls.  cement,  half  Alsen  and  half  Atlas. 

Figure  71  shows  the  concrete  mixing  plant,  consisting  of 
two  4x4  ft.  cube  mixer,  driven  by  a  10 x  i6-in.  engine.  The 
top  floor  of  the  mixer  house  stored  the  cement,  ^,000  bbls.  The 
concrete  was  a  1-3-5V2  stone  mixture.  Each  mixer  charge 
consisted  of  3  cu.  ft.  cement,  9  cu.  ft.  sand  and  16.5  cu.  ft. 


Pig.   71. — Concrete  Mixing  Plant  for  Lock  Construction,  Cooaa  River. 

Alabama.  • 

Stone;  the  charge  was  turned  over  four  times  before  and  six 
times  after  watering  at  a  speed  not  exceeding  eight  revolu- 
tions per  minute.  The  average  output  of  the  plant  was  200 
cu.  yds.  per  8-hour  day,  or  100  cu.  yds.  per  mixer,  but  it  was 
limited  by  the  means  for  placing. 

The  concrete  was  mixed  dry,  deposited  in  6  to  8-in.  layers, 
and  rammed  with  30-lb.  iron  rammers  with  6-in.  square  faces. 
For  all  exposed  surfaces  a  6-in.  facing  of  1-3  mortar  was 
placed  by  setting  2  x  12-in,  planks  4  ins.  from  the  laggings,  be- 
ing kept  to  distance  by  2  x  4-in.  spacers,  placing  and  ramming 
the  concrete  behind  them,  then  withdrawing  them,  filling  the 
6-in.  space  with  mortar  and  tamping  it  to  bond  with  the  con- 
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Crete.  The  walls  were  carried  up  in  lifts,  each  lift  being 
completed  entirely  around  the  lock  before  beginning  the  next ; 
the  first  lift  was  10.7  ft.  high  and  the  others  6  ft.,  except  the 
last,  which  was  4.5  ft.',  exclusive  of  the  i8-in.  coping.  The 
coping  was  constructed  of  separately  molded  blocks  3  ft.  long, 
made  of  1-2-3  concrete  faced  with  i-i  mortar  and  having  edges 
rounded  to  3  ins.  radius. 

In  constructing  the  forms  a  row  of  6  x  8-in.  posts  24  ft.  long 
and  5  to  7  ft.  apart  was  set  up  along  the  inside  of  each  wall 
and  a  similar  row  of  posts  12  ft.  long  was  set  up  along  the  out- 
side. From  the  tops  of  the  short  posts  6  x  8-in.  caps  reached 
across  the  wall  and  were  bolted  to  the  long  posts ;  these  caps 
carried  the  stringers  for  the  concrete  car  tracks.  The  lagging 
consisted  of  3  x  lo-in.  planks  dressed  on  all  sides.  The  backs 
of  the  walls  were  stepped  and  as  each  step  was  completed  the 
rear  12-ft.  posts  were  lifted  to  a  footing  on  its  top  and  car- 
ried in  the  necessary  distance.  The  front  posts  remained  un- 
disturbed until  the  wall  was  completed.  The  lagging  was 
moved  up  as  the  filling  progressed.  As  no  tie  bolts  were  per- 
mitted, these  forms  required  elaborate  bracing. 

From  the  mixing  plant,  which  was  located  on  the  bank 
above  reach  of  floods,  the  concrete  cars  were  dropped  by  ele- 
vator to  the  level  of  the  track  over  the  walls  and  then  run 
along  the  wall  and  dumped  onto  platforms  inside  the  forms 
and  just  below  the  track.  This  arrangement  was  adopted,  be- 
cause it  was  found  that  even  a  small  drop  separated  the  stone 
from  the  mortar.  The  concrete  was  shoveled  from  the  plat- 
forms to  place  and  rammed.  The  cars  were  bottom  dumping 
with  a  single  door  hinged  at  the  side ;  this  door  when  swinging 
back  struck  the  track  stringers  and  jarred  the  form  so  that 
constant  attention  was  necessary  to  keep  it  in  line.  It  would 
have  been  much  better  to  have  had  double  doors  swinging 
endwise  of  the  car.  Another  point  noted  was  that  unless  the 
track  was  high  enough  to  give  good  head  room  at  the  close  of 
a  lift  the  placing  and  ramming  were  not  well  done. 

The  cost  of  8,710  cu.  yds.  of  concrete  placed  during  1895 
by  day  labor  employing  negroes  at  $1  per  8-hour  day  was  as 
follows  per  cubic  yard: 
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I  bbl.   cement    $2.48 

0.88  cu.  yd.  stone  at  $0.76 0.67 

0.36  cu.  yd.  sand  at  $0.34 0.12 

Mixing,    placing   and   ramming    0.88 

Staging  and  forms 0.42 

Total    $4.57 

LOCK  WALLS,  ILLINOIS  &  MISSISSIPPI  CANAL.— 

The  locks  and  practically  all  other  masonry  for  the  Illinois  & 
Mississippi  Canal  are  of  concrete.  The  following  account  of 
the  methods  and  cost  of  doing  this  concrete  work  is  taken 
from  information  published  by  Mr.  J.  W.  Woermann  in  1894 
and  special  information  furnished  by  letter.  The  decision  to 
use  concrete  was  induced  bv  the  fact  that  no  suitable  stone  for 
masonry  was  readily  available  (the  local  stone  was  a  rtinty 
limestone,  usually  without  bed,  or,  at  best,  in  thin  irregular 
strata,  and  cracked  in  all  directions  with  the  cracks  filled  with 
fire  clay)  while  good  sand  and  gravel  and  good  stone  for 
crushing  were  plentifully  at  hand.  The  concrete  work  done  in 
1893-4  comprised  dam  abutments,  piers  for  Taintor  gatcb  and 
locks. 

Dam  Abutments. — Four  dam  abutments  were  constructed, 
three  of  which  were  L-shaped,  with  sides  next  to  the  river  40 
ft.  long  and  sides  extending  into  the  banks  20  ft.  long:  the  top 
thickness  was  3  ft.,  the  faces  were  vertical  and  the  backs 
stepped  with  treads  of  14  to  16  ins.,  and  the  width  of  base  was 
0.4  of  the  height.  Each  of  these  abutments  was  built  in  four 
30-CU.  yd.  sections,  each  secticn  being  a  day's  work.  The 
forms  consisted  of  2  x  8-in.  planks,  dressed  on  both  sides.  2x8- 
in.  studs  spaced  2  ft.  on  centers  and  4  x  (>-in.  braces.  For  the 
first  two  of  the  four  abutments,  the  forms  were  erected  in 
sections,  the  alternate  sections  being  first  erected  and  filled. 
When  these  sections  had  hardened  the  forms  were  shifted  to 
the  vacant  sections  and  lined  up  to  and  braced  against  the 
completed  sections.  This  method  did  not  give  well  aligned 
walls,  so  in  subsequent  work  the  forms  were  erected  all  at 
once. 

The  concrete  was  mixed  by  hand.  The  sand  and  cement 
were  mixed  dry,  being  turned  four  times  and  spread  in  a  layer. 
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Pebbles  and  broken  stone  previously  wetted  were  spread  over 
the  sand  and  cement  and  the  whole  turned  four  times,  the  last 
turn  being  into  wheelbarrows ;  about  five  common  buckets  of 
water  were  added  during  the  mixing.  The  mixture  sought 
was  one  that  would  ram  without  quaking.  Two  forms  of  ram- 
mers were  used;  for  work  next  to  forms  a  4x6-in.  r?immer 
and  for  inside  wx)rk  6-in  diameter  circular  rammer  weighing 
20  lbs.  The  gang  mixing  and  placing  concrete  consisted 
usually  of: 

Item.  Per  Day.     Per  Cu.  Yd. 

2  handling  cement  and  sand $  3.00  $0.10 

3  filling  baVrows  with  aggregate 4.50  0.15 

8  mixing  concrete 12.00  0.40 

2  shoveling  concrete  into  barrows 3.00  o.io 

5  wheeling  concrete  to  forms 7.50  0.25 

I  spreading  concrete 1.50  0.05 

5  tamping  concrete   7.50  0.25 

Total,  26  men  $39-Oo  $1.30 

These  cubic  yard  costs  are  based  on  30  cu.  yds.  of  wall  com- 
pleted per  8-hour  day.  The  cost  in  detail  of  two  abutments 
containing  254  cu.  yds.  was  per  cubic  yard  as  follows : 

Item.  Per  Cu.  Yd. 

1.65  bbls.  Portland  (Germania)  cement $  5.60 

0.5  cu.  yd.  crushed  stone 2.07 

0.24  cu.  yd.  gravel 0.59 

0.53  cu.  yd.  sand 0.24 

Lumber,  forms,  warehouses,  platforms* 0.55 

Carpenter  workt  ($9  per  M.)   i.io 

Mixing  and  placing 1.47 

20  per  cent,  first  cost  of  plant 0.31 

Engineering  and  miscellanies 0.31 

Total $12.24 

The  large  amount  of  cement  1.65  bbls.  per  cubic  yard  was 
due  to  facing  the  abutments  with  8  ins.  of  1-2  mortar.  The 
concrete  in  the  body  of  the  wall  was  i  cement,  2  sand,  2  gravel 

•Charging  %  of  first  cost  of  $18  per  M.  ft. 

tCarpenters  $3.50,  laborers  $1  50  per  day;  there  was  one  laborer  to  two 
carpc'nters. 
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and  2  broken  stone  mixture.  A  dry  mixture  was  used  and  this 
fact  is  reflected  in  the  cost  of  ramming,  25  cts.  per  cu.  yd. 
The  cost  of  mixing  was  also  liigii. 

Piers  for  Taiiilor  Gates. — The  masonry  at  this  point  consist- 
ed of  three  piers  6x30  ft.,  and  two  abutments  30  ft.  long, 
6  ft,  thick  at  liase  and  4  ft.  thick  at  top,  with  wing  walls;  it 
amounted  to  460  cu.  yds.  The  feet  of  the  inclined  braces  were 
set  into  gains  in  the  horizontal  braces  and  held  by  an  8-in. 
lag  screw :  after  the  posts  were  plumbed  a  block  was  lag- 
screwed  at  the  upper  end  of  each  brace.  These  forms  proved 
entirely  satisfactory.  The  cost  of  the  work  per  cubic  yard  was 
as  follows: 


Flj,  7;.— Ctincrel,-  Mixing  Plain  i.jr  l.i.,k  Walla,  Illinois  A  Mlgslsalppi  Canal. 

Item.  Per  Cu.  Yd. 

1.45  bbls.  Portland  cement   $4-330 

0,55  cu.  yd.  crushed  stone 0,604 

0.252  cu,  yd.  pebbles 0.328 

o 465  cu.  yd.  sand 0419 

40.000  ft.  B.  M.  lumber  ( '4  co>t  of  S16  per  M.) 0.348 

Carpenter  work  on  forms 0.780 

.Mixing  and  placing  concrete '-909 

20  per  cent,  cost  of  plant o.OQO 

Miscellaneous   0.182 

Total    $8.99 

Mixhti^  Plant. — The  concrete  for  all  the  lock  work  of  1893-4 
was  mixed  by  the  plant  rihown  by  Figs.  72  and  73.    The  mixer 
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plant  proper  consisted  of  a  king  truss  carried  by  two 
A-frames  of  unequal  height ;  under  the  higher  end  of  the  truss 
was  a  frame  carrying  a  4-ft.  cubical  mixer  and  under  the  lower 
end  a  pit  for  a  charging  box  holding  40  cu.  ft.  This  charging 
box  was  hoisted  by  ^-in.  steel  cable  running  through  a  pair 
of  double  blocks  as  shown  ;  the  slope  of  the  lower  chord  of  the 
truss  was  such  that  the  cable  hoisted  the  box  and  carried  it 
forward  without  the  use  of  any  latching  devices.     On  two 


Fig.  T3. — Store  CrURhlng  Plant  (or  Lock  Walls.  DlinolB  &  Mlsalsllppl  Canal. 
sides  of  the  pit  were  tracks  from  the  sand  and  stone  piles  and 
on  the  other  two  sides  were  the  cement  platform  and  water 
tank.  The  charging  box  dumped  into  the  hopper  above  the 
mixer  and  the  mixer  discharged  into  cars  underneath.  A 
15-HP.  engine  operated  the  hoist  by  one  pulley  and  the  mixer 
by  the  other  pulley.     Nine  revolutions  of  the  mixer  made  a 


h-7*'.* — ■  35'»' — -ifi-TyM 

Sxm  6-  H. 

Fig,  T4.— Forms  for  Guard  Lock,  Ullnols  k  Mississippi  CsnaL 
perfect  mixture.  The  plant  as  illustrated  was  slightly  changed 
as  the  result  of  experience  in  constructing  the  guard  lock. 
The  charging  hopper  was  lowered  6  ins.  and  the  space  between 
the  mixer  and  lower  platform  reduced  by  9  ins.;  diagonal 
braces  were  als-y  inserted  under  the  timbers  carrying  the  mixer 
a.\les.    This  plant  cost  for  framing  and  erection  $300  and  for 
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machinery  delivered  $706.  The  crushing  plant  shown  by  Fig. 
73  consisted  of  a  No.  2  Gates  crusher  delivering  to  a  bucket 
elevator. 

Guard  Lock. — The  forms  employed  in  constructii^  the 
guard  lock  are  shown  by  Fig.  74,  and  in  this  drawing  the 
trestle  and  platform  for  the  concrete  cars  are  to  be  noted. 
The  walls  were  concreted  in  sections.  A  batch  of  concrete 
consisted  of  i  bbl.  cement,  10  cu.  ft.  sand  and  20  cu.  ft.  crushed 
stone.  The  average  run  per  8-hour  day  was  40  batches  of 
facing  and  60  batches  concrete,  representing  100  bbls.  cement. 
The  gang  worked  was  as  follows : 

Duty.  No.  Men.     P.  C.  Cost. 

Handling  cement 3  5.26 

Filling  and  pushing  sand  car 5  8.77 

Filling  and  pushing  stone  car 9  15-79 

Measuring  water i  1.75 

Dumping  bucket  on  top  platform 3  5.26 

Opening  and  closing  door  of  mixer i  1.75 

Operating  friction  clutch i  1.76 

Attending  concrete  cars  under  mixer i  1.76 

Dumping  cars  at  forms 2  3.51 

Spreading  concrete  in  forms 3  5.26 

Tamping  concrete  in  forms 10  I7»54 

Mixing  mortar  for  facing 6  iO-S3 

Finishing  top  of  wall 2  3.51 

Hauling  concrete  cars  with  i  horse i  3.51 

Engineman  operating  hoist i  3.51 

Engineman  operating  engine i  3.51 

Foreman  in  charge  of  forms i  3.51 

General  foreman i  3.51 

Total 52  100.00 

The  percentages  of  cost  in  this  statement  have  been  calcu- 
lated by  the  authors  upon  the  assumption  that  each  laborer 
received  one-half  as  much  wages  as  each  engineman,  foreman 
and  horse  and  driver  per  8  hours,  which  would  make  the  total 
daily  wages  equivalent  to  the  wages  of  57  men.  Wages  of 
common  labor  were  $1.50  per  day.  Considering  the  size  of  the 
gang  the  output  of  40  batches  of  mortar  and  60  batches  of 
concrete  per  day  was  very  small.    The  total  yardage  of  con- 
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Crete  m  the  guard  lock  was  3,762  cu.  yds.,  2,212  cu.  yds.  in 
the  walls  and  1,550  cu,  yds.  in  foundations,  culverts,  etc.  Its 
cost  per  cubic  yard  was  made  up  as  follows: 

Item.                                                   Total.  PerCu.  Yd. 

5.246  bbls.  Portland  cement. $15,604  1 

152  bbls.  natural  cement 84  J  W-'/o 

2,910  cu.  yds.  stone 2,901  0.771 

126  cu.  yds.  pebbles 113) 

1,970  cu.  yds.  sand 1,398  j  °'*" 

145/JOO  ft.  B.  M.  lumber  ('/ith  cost) 659  ai75 

Iron  for  forms,  trestles,  etc 90  O.024 

Coal,  oil,  miscellaneous 327  0.087 

Carpenter  work 2,726  0.724 

Mixing  and  placing  concrete 6,693  1.780 

Pumping,  engineering,  misc 742  0.197 

20  per  cent,  of  plant 550  0,146 

Total   $31,887.  $8,475 


FIs.   Td.-FormB   for  Regular   Lock   Walls,   Illinois  &   Mlssisalppl   Canal. 

Lock  iVo.  3/. — The  character  of  the  forms  used  in  construct- 
ing the  lock  walls  is  shown  by  Fig.  75.  The  walls  were  built 
in  sections  and  work  was  continuous  with  three  8-hour  shifts 
composed  about  as  specified  for  the  guard  lock  work  except 
that  one  or  two  men  were  added  in  several  places  making  the 
total  number  58  men.  The  average  output  per  shift  was  65 
batches  of  concrete  and  31  batches  of  facing  mortar.  The  cost 
of  the  work,  comprising  3,767  cu.  yds.,  was  as  follows : 
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Item.  Total.  Per  Cu.  Yd. 

4,564  bbls.  Portland  cement $14,181  $3764 

2,460  cu.  yds.  crushed  stone 4f52i  1.200 

250  cu.  yds.  pebbles 325  0.086 

1,750  cu.  yds.  gravel 2,335  0.619 

450  cu.  yds.  sand 450  0.119 

180,000  ft.  B.  M.  lumber'  O^th  cost). .        990  0.236 

Fuel,  light,  repairs,  etc 1,171  0.31 1 

Carpenter  work 2,526  0.671 

Pumping : 270  0.071 

Mixing  and  placing  concrete 6,170  1.632 

20%  cost  of  plant 730  0.193 

Total    $33,669  $8,902 

Lock  No,  36. — The  forms  used  were  of  the  construction 
shown  by  Fig.  75.  Three  shifts  were  worked,  each  composed 
as  specified  for  the  guard  lock,  except  that  the  number  of 
tampers  and  .spreaders  was  doubled,  bringing  the  gang  up  to 
65  men.  The  average  output  per  gang  per  shift  was  76  batches 
of  concrete  and  35  batches  of  facing  mortar.  The  cost  of  2,141 
cu.  yds.  of  concrete  in  this  lock  was  as  follows : 

Item.  Total.  Per  Cu.  Yd. 

3,010  bbls.  Portland  cement $  9,057  $4-23 

1,377  c"-  yds.  broken  stone 1,922  0.90 

393  cu.  yds.  pebbles 354  0.17 

459  cu.  yds.  gravel 310  0.15 

500  cu.  yds.  sand 889  0.42 

150,000  ft.  B.  M.  lumber  ( ^th  cost) . . .        600  0.28 

Fuel,  light,  repairs,  etc 253  0.68 

Carpenter  work 1472  o.i I 

Mixing  and  placing  concrete 3*897  T.82 

20%  cost  of  plant 650  0.30 

Total $19,404  $9.06 

The  preceding  data,  made  public  by  Mr.  Woermann  in  1894, 
are  supplemented  by  the  following  information  prepared  for 
the  authors : 

"If  any  criticism  was  to  be  made  of  the  concrete  masonry 
erected  in  1893  2i"d  1894,  it  would  probably  he  to  the  effect 
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that  it  was  too  expensive.  The  cost  of  the  masonry  erected 
during  those  two  seasons  was  $8  to  $9  per  cu.  yd.  Our  records 
showed  that  about  45  per  cent,  of  this  cost  was  for  Portland 
cement  alone,  and  moreover,  that  40  per  cent,  of  the  total 
cement  used  at  a  lock  was  placed  in  the  8-in.  facing  and  5-in. 
coping.  So  in  the  seven  locks  erected  in  1895  on  the  eastern 
section,  the  facing  was  reduced  to  3  ins.  and  the  proportions 
changed  from  1-2  to  1-2^. 

**In  1898  this  cost  received  another  severe  cut,  and  Major 
Marshall's  instructions  stated  that  the  facing  should  not  ex- 
ceed Ij4  ins.  in  thickness  nor  be  less  than  ^-in.,  while  the 
layer  of  fine  material  on  top  of  the  coping  was  to  be  only  suffi- 
cient to  cover  the  stone  and  gravel.  The  amount  of  sand 
was  again  increased  so  that  the  proportions  were  1-3. 

"The  cost  of  the  Portland  cement  concrete  was  likewise 
cheapened  by  increasing  the  amount  of  aggregates.  On  the 
earlier  work  the  proportions  were  1-2-2-3,  while  on  the  work 


Fig.   76.— Sketch  Showing  Method  of  Attaching  Lagging  to  Studs,  nUnois  & 

Mississippi  Canal. 

in  1898  the  proportions  were  1-4-4.  The  cost  of  the  walls  was 
further  cheapened  by  using  Utice  cement  in  the  lower  steps 
of  the  wall,  with  2  ft.  of  Portland  cement  concrete  on  the  face. 
The  proportions  used  in  the  Utica  cement  concrete  were 
i-2>4-2>2.  *This  lower  step  is  one-third  of  the  height,  or 
about  7  ft. 

"The  forms  were  of  the  same  character  as  those  used  on 
the  first  locks,  except  that  for  lining  the  inner  face,  3X  10-in. 
hard  pine  planks  were  substituted  for  the  4  x  8-in.  white  pine. 
The  hard  pine  was  damaged  less  by  the  continuous  handling, 
and  the  cost  was  practically  the  same.  There  was  also  an 
important  change  made  in  the  manner  of  fastening  the  plank 
to  the  8x  lo-in.  posts.  A  strip  i^  ins.  square  was  thoroughly 
nailed  to  each  post,  once  for  all,  with  2od.  spikes,  and  the 
planking  was  then  nailed  from  the  outside,  as  shown  in  Fig.  76. 
This  kept  the  face  of  the  plank  in  a  perfectly  smooth  condition, 
and  prevented  the  formation  of  the  little  knobs  on  the  face  of 
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the  concrete  which  represented  all  the  old  nail  holes.  This  style 
of  forming  was  also  easier  to  take  apart  after  the  setting  of  the 
concrete.  Rough  pine  planks,  2xi2-in.,  were  used  for  the 
back  of  the  form,  the  same  as  before. 

"In  order  to  keep  ahead  of  the  concrete  force  it  was  neces- 
sary to  use  two  gangs  of  carpenters,  erecting  the  forms  for 
the  next  two  locks.  Each  gang  consisted  of  about  20  car- 
penters (at  $2.25)  and  10  helpers  (at  $1.50)  ;  but  men  were 
transferred  from  one  to  the  other,  according  to  the  stage  of 
completion  of  the  two  locks.  In  addition  to  these  two  gangs, 
two  carpenters  were  on  duty  with  each  concrete  shift  to  put 
in  the  steps  in  the  back  of  the  forms.  Sufficient  lumber  was 
required  for  the  forms  for  three  complete  locks,  and  14  locks 
(Nos.  8  to  21)  were  built. 

"The  same  type  of  mixer  has  been  used  as  on  the  earlier 
work  at  IMilan,  namely,  a  4-ft.  cubical  steel  box  mounted  on 
corners  diagonally  opposite.  On  account  of  the  greater  num- 
ber of  locks  to  be  built  on  the  eastern  section,  however,  two 
mixers  were  found  necessary,  so  that  while  the  concrete  force 
was  at  work  at  one  lock,  the  carpenters  and  helpers  were  erect- 
ing the  mixer  at  the  next  lock.  The  facing  was  mixed  by  hand. 
After  turning  over  the  dry  cement  and  sand  at  least  twice  with 
shovels,  the  mixture  was  then  cast  through  a  No.  5  sieve,  after 
which  the  water  was  incorporated  slowly  by  the  use  of  a 
sprinkling  can  so  as  to  avoid  washing.  The  secret  of  good 
concrete,  after  the  selection  of  good  materials,  is  thorough 
mixing  and  hard  tamping.  Each  batch  of  concrete,  consisting 
of  about  1.2  cu.  yds.  in  place,  was  turned  in  the  mixer  for  not 
less  than  2  mins.  at  the  rate  of  9  revolutions  per  minute.  The 
amount  of  tamping  is  indicated  by  the  fact  that  about  16  men 
out  of  72  on  each  shift  did  nothing  but  tamp.  The  rammers 
used  were  6  ins.  sc|uare  and  weighed  33  lbs.  The  bottom  of 
the  rammer  consisted  of  three  ridges,  each  i-in.  in  height,  so  as 
to  make  more  bond  between  the  successive  layers. 

"On  the  eastern  section  the  top  of  the  lock  walls  was  higher 
above  the  ground,  as  a  rule,  than  at  the  Milan  locks,  and  the 
cars  were  run  up  an  incline  with  a  small  hoisting  engine.  A 
15-HP.  portable  engine  and  boiler  operated  the  bucket  hoist 
from  one  pulley,  the  mixer  from  the  other  pulley,  and  also 
furnished  steam  for  the  hoist  which  pulled  the  cars  up  the 
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incline.  The  incline  made  an  angle  of  about  30®  with  the 
ground.  The  pi:actice  of  carrying  on  two  sections  at  once  was 
continued  the  same  as  on  the  western  section.  Each  main 
wall  was  systematically  divided  into  11  sections,  making  each 
section  about  20  ft.  long.  The  corners  of  the  coping  were 
dressed  to  a  quadrant  of  about  3  ins.  radius  with  a  round 
trowel  like  those  used  on  cement  walks.  In  fact,  the  whole 
method  of  finishing  the  coping  was  the  same  as  is  used  on 
concrete  walks.  The  mortar  was  put  on  rather  wet  and  then 
allowed  to  stand  for  about  20  mins.  before  finishing.  This 
allowed  the  water  to  come  to  the  surface  and  prevented  the 
formation  of  the  fine  water  cracks  which  are  sometimes  seen 
on  concrete  work.  After  its  final  set  the  coping  was  covered 
with  several  inches  of  fine  gravel  which  was  kept  wet  for  at 
least  a  week. 

"The  last  concrete  laid  during  the  season  was  in  November,, 
on  Lock  No.  21,  and  Aqueducts  Nos.  2  and  3.  Portions  of 
these  structures  were  built  when  the  temperature  was  below 
freezing.  The  water  was  warmed  to  about  60®  or  70**  F., 
by  discharging  exhaust  steam  into  the  tank.  Salt  was  used 
only  in  the  facing,  simply  sufficient  to  make  the  water  taste 
saline.  The  maximum  amount  used  on  the  coldest  night  when 
the  temperature  was  about  20**  F.  was  i)^  per  cent. 

The  concrete  force  on  each  shift  was  as  follows: 

Men. 

Filling  and   pushing  stone  car 10 

Filling  and  pushing  gravel  car 8 

Measuring  cement   3 

Measuring  water  and  cleaning  bucket 2 

Dumping  bucket  on  top  platform 2 

Operating  mixer 2 

Loading  concrete  cars i 

Pushing  and  dumping  cars  on  forms 3 

Switchmen  on   forms 2 

Spreading  concr*.te  in  forms 12 

Tamping  concrete  in  forms 16 

Mixing   facing 3 

Water  boys 2 

Total  laborers 66 
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Operating  hoists 2 

Finishing  coping 2 

Fireman    I 

Sub-overseers 2 

Overseor   i 

•  

Total  force 74 

"The  cost  of  material  and  labor  at  Lock  No.  15  (lo-ft.  lift), 
which  contains  2,559  c^^-  y^^s.  of  concrete,  was  as  follows : 

Materials.  Per  cu.yd. 

0.56  bbl.  Portland  cement  (0.96  per  cu.  yd.) $1.42 

0.64  bbl.  Utica  cement  (1.58  per  cu.  yd.) 30 

0.58  cu.  yd.  stone   1.15 

0.60  cu.  yd.  gravel .52 

14  ft.  B.  M.  lumber*  at  $15  per  M 21 

0.6  lb.  spikes .01 

Coal  (10  tons  in  all,  at  $1.70) 01 

0.35  gal.  kerosene 03 

Total    materials $3*65 

Labor. 

Erecting  forms  ($7  per  M.) 45 

Removing  forms  ($2  per  M.) 13 

Erecting  and  removing  mixer  ($161) .06 

Loading  and  unloading  materials  at  yards  and  lock  sites         .23 

Track  laying  ($86) 03 

Train  service  (narrow  gage  road) .09 

Delivering  materials  to  mixer .28 

Mixing  concrete .11 

Depositing  concrete .21 

Tamping  concrete 21 

Mixing,  depositing  and  tamping,  69  cu.  yds.  face  mor- 
tar ($160)    23 

General  construction  ($553) .22 

Total  labor $2.25 

*The  lumber  was  used  nearly  five  times,   which  accounts   for  Its  low  cost 
per  cu.  yd. 
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"There  were  1,430  cu.  yds.  of  Portland  cement  concrete. 
69  cu.  yds.  of  Portland  cement  mortar  facing,  and  1,059  c"- 
yds.  of  Utica  cement  concrete.  The  Portland  concrete 
cost  $6.43  per  €u.  yd.;  the  Utica  concrete,  $4.77  per  cu.  yd. 
The  following  is  the  cost  of  labor  on  Lock  No.  20  (ii-ft,  lift.; 
2,750  cu.  yds.)  :  •  • 

Per  cu.  yd. 

Erecting  forms  ($7  per  I>I.) $  434 

Removing  forms  ($1.70  per  M.) 113 

Erecting  and  removing  mixer  ($151) 058 

Loading  and  unloading  at  yards,  lock  sites,  etc ...         .614 

Tracks .024 

Train  service   (narrow  gage) .016 

Pumping    .114 

Delivering  material  to  mixer .288 

Mixing  concrete .134 

Depositing  concrete .205 

Tamping  concrete  \ 1 .192 

Mixing,    depositing    and    tamping,    85    cu.   yds.   face 

mortar .071 

General  construction 246 

Total $2,509 

COST  OP  HAND  MIXING  AND  PLACING,  CANAL 
LOCK  FOUNDATION.— Mr.  Geo.  P.  Hawley  gives  the  fol- 
lowing record  of  mixing  and  placing  4,000  cu.  yds.  of  i-4j^ 
gravel  concrete  for  the  foundation  of  a  lock  constructed  for 
thelllinois  and  Mississippi  Canal  in  1897.  The  concrete  was 
mixed  on  14  x  i6-ft.  board  platforms,  from  which  it  was  shov- 
eled directly  into  place.  The  materials  were  brought  to  the 
board  in  wheelbarrows.  Two  boards  were  used,  the  usual 
gang  for  each  being  4  men  wheeling  gravel,  4  men  mixing,  i 
man  sprinkling,  2  men  depositing  and  leveling  and  2  men 
tamping.  The  two  gangs  were  worked  against  each  other. 
Ten  hours  constituted  a  day's  work,  and  the  average  time  and 
cost  per  cubic  yard  for  mixing  and  placing  were: 
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Cts. 

Foreman,  0.21  hr..  at  30  cts 6.30 

Laborers,  3.339  hrs.,  at  15  cts 5OJD9 

Pump  I  unner,  o.  1 29  hr.,  at  20  cts 3.58 

Water  boy,  0.087  hr.,  at  7J4  cts a65 

Total  labor  jier  cii.  yd.,  cents 60,62 

BREAKWATER  AT  MARQUETTE,  MICH.— The  break- 
water extends  out  from  the  shore  and  consists  of  a  prism  of 
concrete  resting  on  timber  cribs  filled  with  stone.  Originally 
the  cribs  carried  a  timber  superstructure;  this  was  removed 
to  give  place  to  the  concrete  work,  A  typical  cross-section  of 
the  concrete  prism  is  shown  by  Fig.  77;    the  prism  is  23  ft. 


FlK.  ?1.— Cross  Section  of  Marquelte  Breakwater, 
wide  on  the  base.  Farther  in  shore  the  base  width  was  re- 
duced to  20  ft.,  and  in  the  shore  section  the  prism  was  changed 
to  a  triangular  trapezoid  by  continuing  the  first  slope  to  the 
bottom  cutting  off  the  berm  and  second  slope.  The  wooden 
structure  was  removed  to  a  level  i  ft.  below  mean  low  water 
and  on  it  a  concrete  footing  approximately  2  ft.  thick  was  con- 
structed for  the  prism  proper.  This  footing  reached  the  full 
width  of  the  crib  and  was  constructed  in  various  ways  during 
the  5  years  through  which  the  work  continued.  At  first  the 
footing  concrete  was  deposited  loose  under  water  by  means 
of  bottom  dumping  buckets ;  later  the  stone  filling  of  the  cribs 
was  .simply  leveled  up  by  depositing  concrete  in  bags,  and 
last  toe  and  heel  blocks  were  molded  and  set  flush  with  the 
sides  of  the  crib  and  filled  between.  Methods  of  construction 
and  records  of  cost  are  reported  for  portions  only  of  the  work 
and  these  are  given  here. 

Fooling    Placed    under    Water    with    Buckets. — Besides    the 
material  track  which  was  constrticted  along  the  old  wooden 
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structure  the  plant  consisted  of  a  mixing  scow  and  a  derrick 
scow,  which  were  moored  alongside  the  work.  The  sand,  stone 
and  cement  were  brought  out  in  cars  between  working  hours 
and  stored  on  the  mixing  scow,  enough  for  one  day's  work  at  a 
time.  The  derrick  handled  a  40-cu.  ft.  bottom  dump  bucket, 
which  sat  in  a  well  on  the  mixing  scow  with  its  top  flush  with 
the  deck.  The  concrete  was  mixed  by  hand  on  the  deck  and 
shoveled  into  the  bucket ;  the  bucket  was  then  handled  by  the 
derrick  to  the  crib  and  lowered  and  dumped  under  water.  The 
gang  consisted  of  24  men,  i  foreman,  i  master  laborer,  14  men 
shoveling  and  mixing,  3  men  wheeling  materials,  i  derrick 
man  and  3  men  placing  and  depositing  concrete.  No  record 
of  output  of  this  gang  is  available.  The  cost  of  the  concrete 
in  place  with  wages  $1.25  to  $1.40  per  day  for  common  labor 
is  given  as  follows : 
Materials.  Per  cu.  yd. 

1. 21  bbls.  (459  lt>s.)  cement  at  $2.20 $2,657 

I  cu.  yd.  stone  at  $1.58 1.580 

0.5  cu.  yd.  sand  at  $0.50 0.250 

2.02  lbs.  burlap  at  $0.037 o-0?5 

Twine  and  needles   0.005 

Total   materials    $4,567 

Labor. 

Loading  scow  with  materials $0.41 14 

Mixing  concrete 0.8459 

Depositing  concrete 0.5242 

Total  labor  '. $1.7815 

Grand  total  $6.348;r 

These  figures  are  based  on  some  757  cu.  yds.  of  concrete 
footing.  In  explanation  of  the  items  of  burlap,  etc.,  it  should 
be  said  that  the  cribs  were  carpeted  with  burlap  to  prevent 
waste  of  concrete  into  the  stone  fill. 

Leveling  Off  Cribs  with  Concrete  in  Bags. — The  sketch, 
Fig.  78,  shows  the  method  of  leveling  off  the  cribs  with  con- 
crete in  bags.  The  concrete  was  mixed  by  hand  on  shore  and 
filled  into  8-oz.  burlap  bags,  6  ft.  long  and  80  ins.  around,  hold- 
ing 2,000  lbs.  The  bags  were  filled  while  lying  in  position  in  a 
skip  holding  one  bag.    A  skip  was  lifted  by  gallows  frame  and 


210  CONCRETE    CONSTRUCTION. 

tackle  onto  a  car  and  run  out  to  the  work  where  the  derrick 
scow  handled  the  skip  to  the  crib,  lowered  it  into  the  water 
and  dumped  the  bag.  The  cost  of  making  and  placing  some 
375  cu.  yds.  of  concrete  in  bags  is  given  as  follows: 


Fig.   78.— CroBB  section  of  Marquette  Breaku'ater  Showing  Manner  of  Con- 
BlructltiB   Footing-  with    Rhkb  of  Concrete. 

Materials.  Total.  Per  cu.  yd. 

453  bbls.  cement  at  $2.627 $1,190.03  $3'73 

375  cu.  yds.  stone  at  $1.619 'X)7.i3  1.619 

180  cu.  yds.  sand  at  $0.392 70.56  O.188 

3,220  yds.  burlap  at  $0.03304 106.39  0.283 

Twine  and  needles 6.36  0,017 

Total  materials    $1,980.47  $5,280 

Labor  Mixing. 

108  hrs.  master  laborer  at  $0.21  J S. . .  .$     23.42  $0,062 

1.750  hrs.  labor  at  $0.175 306.25  0.816 

Superintendence  12.55  0.033 

Total  labor  mixing $   342.22  $0,911 

Labor  trans)xjrting. 

306  hrs.  labor  at  $0.175 *      53-55  $0,142 

Superintendence    5.25  0.014 

Toti'l  labor  transporting $     58.80  $0,156 

Labor  Depositing. 

108  hrs.  engineman  at  £0.25 $     27.00  $0,072 

loR  hrs.  master  laborer  at  $o..;i  ";<....        23.42  0.062 

510  hrs.  labor  at  $0.175 89.25  0.238 

Superintendence    13-25  0.035 

Total  labor  depositing $    152.92  $0407 

Grand  total  labor $    553.94  $i-477 

Grand  total  material.-;  and  labor.  .$2,534.41  $6-757 
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Molding  Footing  Blocks, — The  blocks  used  at  the  toe  of  the 
prism  were  of  the  form  and  dimensions  shown  by  Fig.  79. 
They  were  molded  in  a  temporary  shed  heated  to  50**  to  65°  F., 
and  provided  with  a  2x8-in.  dressed  plank  floor  on  12  x  12-in. 
sills.  Tlie  floor  formed  the  bottoms  of  the  block  molds.  Four 
molds  were  used,  each  consisting  of  four  sides.  Three  laborers 
molded  one  block,  2.22  cu.  yds.  per  day,  wheeling,  mixing, 
erecting  and  removing  forms,  placing  concrete  and  doing  all 
other  work.  The  cost  of  making  40  blocks  was  recorded  as 
follows : 


Pig.  79.— Details  of  Toe  Blocks  for  Fooling,  Marquette  Breakwater. 


Materials.  Total. 

126  bbls.  cement  at  $2.75 $346.50 

88.9  cu.  yds.  screenings  at  $1.10 97-79 

40.1  cu.  yds.  sand  at  $0.45 18.04 

5  gals,  oil  at  $0.65 3.25 


Per  cu.  yd.. 

$3,893 
1.098 

0.203 

0.036 


Total  materials  $465.58 

Labor. 

1,000  hrs.  labor  at  $0.125 $125.00 

Watchman    29.15 

Labor  cutting  wood  for  fuel 23.80 

Superintendence 42.66 


$5230 

« 

$1,404 
0.327 
0.267 
0.480 


Total  labor $220.61  $2,478 

Total  labor  and  materials $686.19  $7,708 

Molding  Concrete  Prism  in  Place. — The  concrete  prism  was 
molded  in  alternate  sections  10  ft.  long;  the  form  for  the 
isolated  sections  consisted  of  eight  pieces  so  constructed  that 
when  assembled  in  place  and  secured  with  bolts  and  turn- 
buckles  the  form  was  self-contained  as  to  strength  and  re- 
quired no  outside  support  or  bracing.    The  form  once  in  place. 


N 
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all  that  remained  to  be  done  was  to  fill  it,  the  block  with  the 
gallery  through  it  being  molded  in  one  operation.  The  forms 
for  the  connecting  blocks  consisted  of  two  slope  panels,  a 
panel  for  the  harbor  face  and  the  gallery  form,  the  blocks  pre- 
viously molded  making  the  other  sides  of  the  form.  The  con- 
crete was  mixed  by  hand  on  shore,  conveyed  to  the  work  in  i 
cu.  yd.  cars  and  shoveled  into  the  forms,  where  it  was  rammed 
with  35-lb.  rammers.  The  following  record  covers  1,231  cu. 
yds.  of  concrete  prism.  In  this  concrete  some  214  cu.  yds.  of 
rubble  stone  were  embedded.  The  costs  given  are  as  follows: 

Per 
Materials —  Total,     cu.  yd. 

1,780  bbls.  natural  cement  at  $1.068 $1,901.04    $1,545 

963J4  cu.  yds.  stone  at  $1.619 i»559-9i       1.267 

53^4  cu.  yds.  screenings  at  $0.392 20.97      0.017 

485.6  cu.  yds.  sand  at  $0.392 190.36      0.154 

Miscellaneous   materials    78.15       0.063 

Totals  '$3>75043  $3-04^ 

Labor  Mixing — 

254  hrs.  master  laborer  at  $0.21^ $      55.56  $0,045 

4,470  hrs.  labor  at  $0.175 782.42  0.635 

Superintendence 18.20  0.015 

Total  labor  mixing $  856.18  $0,695 

Labor  Transporting  and  Placing — 

35  days  overseer  at  $2.33  1-3 $  81,67  $0,066 

1,949  hrs.  labor  at  $0.175 342.07  0.277 

Superintendence    34-98  0.028 

» 

Total  labor  transporting  and  placing.  .$   458.72    $0,371 

Grand  total,  labor  $1,314.90       1.066 

Total  labor  and  materials $5,065.33      4.1 12 

No  charge  is  made  under  materials  for  rubble  stone  as  the 
only  cost  for  this  was  cost  of  handling  and  this  is  included 
in  transporting  and  placing. 

BREAKWATER,  BUFFALO,  N.  Y.— The  following  meth- 
ods and  costs  of  mixing  and  placing  some  2,561  cu.  yds.  of 
concrete  are  given  by  Mr.  Emile  Low,  for  10  parapet  wall  sec- 
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tioiis  and  17  parapet  deck  sections  for  a  breakwater  at  Buf- 
falo, N.  Y. 

The  concrete  used  was  a  i  cement,  i  gravel,  i  sand  grit  and 
4  unscreened  broken  stone.  One  bag  of  cement  was  assumed 
to  measure  0.9  cu.  ft.  The  voids  in  the  sand  grit  and  gravel 
were  27  per  cent,  and  in  the  unscreened  stone  39  per  cent.  The 
hardened  concrete  weighed  152  lbs.  per  cu.  ft. 

Figure  80  shows  the  arrangement  of  the  mixing  plant.  The 
mixer  was  a  s-ft.  cube  mixer  holding  125  cu.  ft.,  mounted  on  a 
trestle  and  operated  by  a  9xi2-in.  horizontal  engine  taking 
steam  from  a  4x  lo-ft.  locomotive  boiler,  also  supplying  steam 
to  two  derrick  engines.  The  material  scow  contained  two 
pockets  for  sand,  one  for  gravel  and  one  housed  over  for  ce- 
ment. Two  inside  cement  men  passed  out  the  bags  in  lots  of 
six  to  one  outside  cement  man  who  cut  and  emptied  them  into 
the  charging  bucket.  Three  sand  shovelers  each  loaded  a  3.6 
cu.  ft.  barrow  and  wheeled  them  tandem  to  the  bucket,  and 


0*       »' 

Uiiiliml 


-J- 


30' 

_L_ 


40 


50' 

_J 


Bjiitiiiiiiiiiiiiiiiiliiiiii 


c 


DtmeJr'O 


DtrrkkTU 


f 


OttTIm 


Material 


S  c  o  vf 


vm>Ncwt> 


Pig.   80. — Sketch   Plan   of  Concrete  Mixing  Plant  for  Buffalo   Breakwater. 

twt)  gravel  men  each  loaded  a  2.7  cu.  ft.  barrow  and  wheeled 
them  tandem  to  the  bucket.  The  broken  stone  was  loaded 
by  eight  shovelers  into  another  bucket,  also  containing  21.6 
cu.  ft.  The  two  buckets  were  alternately  hoisted  and  emptied 
into  the  mixer  hopper,  there  being  a  dump  man  on  the  mixer 
who  dumped  the  buckets  and  attended  to  the  water  supply. 
A  charger  put  the  mixer  in  operation  and  when  the  charge 
was  mixed  the  car  men  dumped  it  into  a  skip  resting  on  a 
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small  car  which  was  then  run  out  on  the  track  under  the 
mixer  to  the  derrick  which  handled  the  skip  to  the  work.  Der- 
rick A  handled  the  materials  from  the  scows  and  derrick  B 
handled  the  mixed  concrete.  The  force  on  the  derricks  con- 
sisted of  two  enginemen,  four  tagmen  and  the  fireman. 

The  ten  parapet  wall  sections  containing  841  cu.  yds.  were 
built  in  46  hours,  making  17  batches  of  1.07  cu.  yds.,  or  18.2 
cu.  yds.  placed  per  hour.  The  17  parapet  deck  sections  con- 
taining' 1,720  cu.  yds.  were  built  in  88  hours,  making  18.8 
batches  of  1.08  cu.  yds.,  or  19.5  cu.  yds.  placed  per  hour.  For 
the^iparapet  deck  work  the  force  was  increased  by  2  men  han- 
dling materials  and  i  man  on  the  mixer.  The  labor  cost  of 
mixing  and  placing  the  concrete  was  as  follows: 

Per  Per 

Loading  Gang —                                                 day.  cu.  yd. 

1  assistant   foreman    $  2.00  $0.01 1 

3  cement  handlers 5.25  0.029 

3  sand   shovelers    5.25  0.029 

2  gravel  shovelers   3.50  0.020 

8  stone  shovelers  14.00  0.076 

I  hooker  on    1.75  o.oio 

Totals    $31.75  $0,175 

Mixer  Gang — 

I  dumpman $  1.75  $0,010 

1  charging  man   1.75  o.oio 

2  car  men 3.50  0.020 

2  enginemen  at  $3.25 6.50  0.035 

4  tagmen    at   $2 8.00  0.044 

I  fireman    2.00  o.oi  i 

Totals    $'^^3.50  $0,130 

Wall  Gang— 

I  Signalman    $  1.75  $0,010 

I  dumper    1.75  o.oio 

6  shovelers  at  $2  12.00  0.065 

4  rammers    7.00  0.038 

I  foreman    4.00  0.022 


V* 


Totals    $26.50        $0,145 

Grand  totals $81.75        $0450 
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PIER  CONSTRUCTION,  PORT  COLBORNE,  ONT.— 

In    constructing    the    new    harbor    at    Port    Colborne,    Ont., 
on     Lake  Erie,    the    piers    consisted    of    parallel     rows    of 


timber  cribs  set  the  width  of  the  pier  apart  and 
filled  in  and  between  with  stone  blasted  and  dredged 
from  the  lake  bottom  in  deepening  the  harbor.     The  tops  of 
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Fig.   s::.— Derke  tor   Handling  Blocks,  Port  Colbomn  Harbor  Pier. 

the  cribs  terminated  below  water  level  and  were  surmounted 
by  concrete  walls  set  on  the  outer  edges.  These  walls  were 
filled  between  with  stone  and    the    top    of    the    filling    was 
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floored  part  way  or  entirely  across,  as  the  case  might  be,  with 
a  thick  concrete  slab.  The  footings  of  the  walls  to  just  above 
the  water  level  were  made  of  concrete  blocks  4j/^  x  4  x  7  ft., 
constructed  as  shown  by  Fig.  81.  The  wall  above  the  footing 
course  and  the  floor  slab  were  of  concrete  molded  in  place. 
The  concrete  work  consisted  of  molding  and  setting  concrete 
blocks  and  of  molding  concrete  wall  and  slab  in  place. 

The  blocks  were  molded  on  shore,  shipped  to  the  work  on 
scows  and  set  in  place  by  a  derrick.  Figure  82  shows  the  con- 
struction of  the  forms  for  molding  the  blocks ;  the  bottom  tie 
rods  passed  through  the  partitions  forming  the  ends  of  the 
molds.  The  sides  were  removed  in  48  hours  and  used  over 
again.     Figure  83  shows  the  hooks  used  for  handling  the 
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Fig.  84. — Scow  rianl  for  Mixingr  and  Placing  Concrete.  Port  Colborne  Harbor 

Pier. 


molded  blocks.  Considerable  trouble  was  had  in  setting  these 
blocks  level  and  close  jointed,  owing  to  the  difficulty  of  level- 
ing up  the  stone  filling  under  water. 

The  mass  concrete  was  mixed  and  placed  by  the  scow  plant, 
shown  by  Fig.  84.  The  scow  was  loaded  with  sufficient  sand 
and  cement  for  a  day's  work  and  towed  to  and  moored  along- 
side the  pier.  Forms  were  set  for  the  wall  on  top  of  the  block 
footing.  These  forms  were  placed  in  lengths  of  60  to  75  ft. 
of  wall  and  resembled  the  block  forms  with  partitions  omitted. 
The  bottoms  of  the  rear  uprights  were  held  by  being  wedged 
into  the  grooves  in  the  blocks,  and  the  bottoms  of  the  front 
uprights  were  held  by  bolts  resting  on  top  of  the  blocks.    The 
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tops  of  the  uprights  were  held  together  across  the  wall  by  tie 
bolts.  The  forms  being  placed,  the  mode  of  proceeduFe  was 
as  follows : 

The  crusher  fed  directly  into  a  measuring  box.  After  some 
6  ins.  of  stone  had  run  into  the  box  the  door  of  the  crusher 
spout  was  closed.  A  wheelbarrow  load  of  sand  was  spread 
over  the  stone  in  the  box  and  over  this  were  emptied  and 
spread  two  or  three  bags  of  cement.  Another  layer  of  stone 
and  then  of  sand  and  of  cement  were  put  in  and  these  opera- 
tions repeated  until  the  box  was  full.  The  box  was  then 
hoisted  and  dumped  into  the  hopper  of  a  gravity  mixer  of  the 
trough  type  which  ran  along  a  track  on  the  scow  and  fed  di- 
rectly into  the  forms.    The  gang  worked  consisted  of  i  fore- 


Met/  Iherveier  TPadr 

3h 


Loeonwti^e  Crmne  \ 
^W^;^.;     '*3i?^Concrete  Trttck 


\  ■•..0'   Concreiv    -' ,  ».l 

, .     » ;  - '  >;-,?,  ..'■>.\ 


r^^.p 


lj 


Fig.    85. — Cross-Section   of   Concrete   I*ler,    Superior,   Wia. 

man,  i  derrickman  and  18  common  laborers.  This  gang  placed 
from  65  to  75  cu.  yds.  of  concrete  per  day  at  a  labor  cost  of 
50  cts.  per  cu.  yd. 

CONCRETE  BLOCK  PIER,  SUPERIOR  ENTRY,  WIS. 

— ^The  methods  and  cost  of  constructing  a  concrete  pier  3,023 
ft.  long  and  of  the  cross-section  shown  by  Fig.  85  at  Superior 
entry,  Wisconsin,  are  given  in  the  following  paragraphs. 

Molds  and  Molding, — About  80  per  cent,  of  the  concrete  was 
deposited  in  molds  under  water,  according  to  a  plan  devised 
by  Major  D.  D.  Galliard,  corps  of  engineers.  In  brief  the  con- 
crete was  built  in  place  in  two  tiers  of  blocks,  the  lower  tier 
resting  directly  on  piles  and  being  entirely  under  water  and 
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the  upper  tier  being  almost  entirely  above  water.  As  shown 
by  Fig.  85,  a  pile  trestle  was  built  on  each  side  of  the  proposed 
pier  and  a  traveler  for  raising  and  lowering  the  molds  spanned 
the  space  between  trestles. 

The  molds  were  bottomless  boxes  built  in  four  pieces,  two 
sides  and  two  ends,  held  together  by  tie  rods.  Fig,  86.shows 
an  end  and  a  side  of  one  of  the  shallow  water  molds  and  Fig. 
87  shows  in  detail  the  method  of  fastening  the  end  to  the  side. 
It  will  be  seen  that  the  ij^-in.  turnhuckle  rods  pass  through 
the  ends  of  beams  that  bear  against  the  outside  of  the  mold. 
These  tie  rods  have  eyes  at  each  end  in  which  rods  with 
wedge-shaped  ends  are  inserted.  The  molds  were  erected  on 
the  trestle  by  a  locomotive  crane  and  were  then  lifted  by  the 
mold  traveler,  carried  and  lowered  into  place.  The  largest 
one  of  these  molds  with  its  iron  ballast,  weighed  40  tons.    To 
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Fig.  SS.— Mold   for  Concrete  Block  (or  Pier  at  Superior.   Wl». 

remove  a  mold,  after  the  block  had  hardened,  the  nuts  on  the 
wedge-ended  rods  were  turned,  thus  pulling  the  wedge  end 
from  the  eye  of  the  tie  rod  and  releasing  the  sides  of  the  mold 
from  the  ends.  The  locomotive  crane  then  raised  the  ends  and 
sides,  one  at  a  time,  and  assembled  them  ready  to  be  lowered 
again  for  the  next  block.  The  time  required  to  remove  one  of 
these  40-ton  molds,  reassemble  and  set  it  again  rarely  ex- 
ceeded 60  minutes  and  was  sometimes  reduced  to  45  minutes, 
The  concrete  was  deposited  in  alternate  blocks  and  the 
molds  described  were  for  the  first  blocks;  for  the  intermediate 
blocks  molds  of  two  side  pieces  alone  were  used,  the  blocks 
already  in  place  serving  in  lieu  of  end  pieces.  The  two  side 
pieces  were  bolted  together  with  three  tie  rods  at  each  end; 
the  tie  rods  were  encased  in  a  box  of  i-in.  boards  4x4  ins.  in- 
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side  which  served  as  a  strut  to  prevent  the  sides  from  closittg 
together  and  as  a  means  of  permitting  the  tie  rods  to  be  re- 
moved after  the  concrete  had  set.  The  mold  was  knocked 
down  just  as  was  the  full  mold  described  above  and  the  boxes 
encasing  the  tie  rods  were  left  in  the  concrete. 


PI«.    ST.- 

An  important  feature  was  the  device  for  handling  the  molds ; 
this,  as  before  stated,  was  a  traveler,  which  straddled  the  pier 
site,  it  having  a  gage  of  31  ft.  It  carried  a  four-drum  engine, 
the  drums  of  which  were  actuated,  either  separately  or  togeth- 
er, by  a  worm  gear  so  as  to  operate  positively  in  lowering  as 
well  as  in  raising.    The  load  was  hung  from  four  hooks,  de- 
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pending  by  double  blocks  and  5^-in.  wire  rope  from  four  trol- 
leys suspended  from  the  trusses  of  the  traveler ;  this  arrange- 
ment allowed  a  lateral  adjustment  of  the  mold.  The  hoisting 
speed  was  6  ft.  per  minute  and  the  traveling  speed  lOO  ft.  per 
minute.  The  locomotive  crane  also  deserves  mention  because 
it  was  mounted  on  a  gantry  high  enough  to  permit  material 
cars  to  pass  under  it  on  the  same  trestle,  thus  making  it  prac- 
ticable to  work  two  cranes. 

JL 


•  •I 


•   • 


m0m  •••  «■•••■  ■•< 

:•       •   •:• 


tm^m^ 


•■•••*•• ■««•••••-< 


) 


;• 


\> 


ft*  • 
• . 

:• 

i 

;• 


;•  • 


I-;. 

•  ■ 


•     • 


k'f'"' 


:• 


■ 

•  ••• 

:• 


•  •  • 

^  •  •  ••  • 


•^  MAf^  •  •  • 


y 


••    • 

:• 


•if* 


I. 


l\ 


m 


r* 


^»mstt 


Plan  of   iT  Bucket. 
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Fig.  88. — Bucket   for  Depositint;  Concrete   I'nder  Water  fur  Pl^  at 

Superior,    Wis. 


The  concrete  was  received  from  the  mixer  into  drop  bot- 
tom buckets  of  the  form  shown  by  T  ig.  88.  The  buckets  were 
taken  to  the  work  four  at  once  on  cais,  and  there  lifted  by  the 
locomotive  crane  and  lowered  into  the  mold  where  they  were 
dumped  by  tripping  a  latch  connecteu  oy  rope  to  the  crane. 
To  prevent  the  concrete  from  washing,  the  open  tops  of  the 
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buckets  were  covered  with  3x4  ft.  pieces  of  12-oz.  canvas 
in  which  were  quilted  no  pieces  of  1-16x1  x3-in  sheets  of 
lead.  Two  covers  were  used  on  each  bucket  and  were  attached 
one  to  each  side  of  the  bucket  top  so  as  to  fold  over  the  top 
with  a  lap.  This  arrangement  was  entirely  successful  for  its 
purpose. 

Concrete  Mixing, — The  proportions  of  the  subaqueous  con- 
crete were  1-2J/2-5  by  volume,  or  1-2.73-5.78  by  weight,  ce- 
ment being  assumed  to  weigh  100  lbs.  per  cu.  ft. ;  the  propor- 
tions of  the  superaqueous  concrete  were  1-3.12-6.25  by  volume, 
or  1-341-7.22  by  weight.  The  dry  sand  weighed  109.2  lbs.  per 
cu.  ft.,  the  voids  being  35.1  per  cent.;  the  pebbles  weighed 
115.5  lbs.  per  cu.  ft.,  the  voids  being  31  per  cent. 

The  pebbles  for  the  coi.crete  were  delivered  by  contract  and 
were  unloaded  from  scows  by  clam-shell  bucket  into  a  hop- 
per. This  hopper  fed  onto  an  endless  belt  conveyor  which  de- 
livered the  pebbles  to  a  rotary  screen.  Inside  this  screen  water 
was  discharged  under  a  pressure  of  60  lbs.  per  sq.  in.  from  a 
4-in.  pipe  to  wash  the  pebbles.  From  the  screen  the  pebbles 
passed  through  a  chute  into  4-cu.  yd  cars  which  were  hauled 
up  an  incline  to  a  height  of  65  ft.  by  means  of  a  hoisting  en- 
gine. The  cars  were  dumped  automatically,  forming  a  stock 
pile.  Under  the  stock  pile  was  a  double  gallery  or  tunnel 
provided  with  eight  chutes  through  the  roof  and  from  these 
chutes  the  cars  were  loaded  and  hauled  by  a  hoisting  engine 
up  an  inclined  trestle  to  the  bins  above  the  concrete  mixer. 
The  sand  was  handled  fiom  the  stock  pile  in  the  same  man- 
ner. The  cement  was  loaded  in  bags  on  a  car  in  the  ware- 
house, hauled  to  the  mixer  and  elevated  by  a  sprocket  chain 
elevator. 

Chutes  from  the  bins  delivered  the  materials  into  the  con- 
crete mixer,  which  was  of  the  Chicago  Improved  Cube  type, 
revolving  on  trunnions  about  an  axial  line  through  diagonal 
corners  of  the  cube.  The  mixer  possessed  the  advantage  of 
charging  and  discharging  without  stopping.  It  was  driven  by 
a  7  x  lo-in.  vertical  engine  with  boiler.  The  mixer  demon- 
strated its  ability  to  turn  out  a  batch  of  perfectly  mixed  con- 
crete every  i  1-3  minutes.  It  discharged  into  a  hopper  pro- 
vided with  a  cut-ofT  chute  which  discharged  into  the  concrete 
buckets  on  the  cars. 
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Labor  Force  and  Costs. — In  the  operation  of  the  plant  55 
men  were  employed,  43  being  engaged  on  actual  concrete  work 
and  12  building  molds  and  appliances  for  future  work.  The 
work  was  done  by  day  labor  for  the  government  and  the  cost 
of  operation  was  as  follows  for  one  typical  week,  when  in  six 
days  of  eight  hours  each,  the  output  was  1,383  cu.  yds.,  or  an 
average  of  230  cu.  yds.  per  day.  The  output  on  one  day  was 
considerably  below  the  average  on  account  of  an  accident  to 
the  plant,  but  this  may  be  considered  as  typical. 

Pebbles  from  Stock  Pile  to  Mixer —  Percu.  yd. 

4  laborers  at  $2 $0.0348 

I  engineman  at  $3  0.0131 

Coal,  oil  and  waste  at  $1.03 0.0043 

Sand  from  Stock  Pile  to  Mixer — 

5  laborers  at  $2 $0.0434 

I  engineman  at  $2.50   0.6109 

Coal,  oil  and  waste  at  $0.82 0.0035 

Cement  from  Warehouse  to  Mixer — 
5  laborers  at  $2   $0.0434 

Mixing  Concrete — 

I  engineman  at  $2.50 $0.0109 

I  mechanic  at  $2.50 ■ 0.0108 

Coal,  oil  and  waste  at  $1.29 0.0056 

Transporting  Concrete — 

4  laborers  at  $2 $0.0348 

I  engineman  at  $3   0.0130 

Coal,  oil  and  waste  at  $0.66 •. 0.0028 

Depositing  Concrete  in  Molds — 

4  laborers  at  $2   $0.0348 

I  engineman  at  $3 0.0130 

I  rigger  at  $3    0.0130 

Coal,  oil  and  waste  at  $1.18 0.0051 

Assembling,  Transporting,  Setting  and  Removing  Molds — 

4  laborers  at  $2 $0.0347 

I  engineman  at  $3.25 0.0141 

I  carpenter  at  $3   0.0130 

I  mechanic  at  $2.50 0.0109 

Coal,  oil  and  waste  at  $1.39 0.0060 
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Care  of  Tracks — 

I  laborer  at  $2 $0.0086 

I  mechanic  at  $2.50    0.0109 

Supplying  Coal — 
3  laborers  at  $2   , $0.0260 

Blacksmith  Work — 

I  laborer  at  $2 $0.0086 

1  blacksmith  at  $3.25 0.0141 

I  waterboy  at  $0.75 * 0.0032 

Total  per  cubic  yard $0.4473 

Add  75%  of  cost  of  administration 0.1388 

Total  labor  per  cu.  yd $0.5861 

The  total  cost  of  each  cubic  yard  of  concrete  in  place  was 
estimated  to  be  as  follows: 

Per  cu.  yd. 

Ten-elevenths  cu.  yd.  pebbles  at  $1.085 $0.9864 

Ten-twenty  seconds  cu.  yd.  sand  at  $0.00 0.0000 

I  26  bbls.  cement  at  $1.77 2.2302 

Labor  as  above  given 0.5861 

Cost  of  plant  distributed  over  total  yardage 0.8400 

Total    $4.6427 

It  will  be  noted  that  the  sand  cost  nothing  as  it  was  dredged 
from  the  trench  in  which  the  pier  was  built,  and  paid  for  as 
dredging.  The  cost  of  the  plant  is  distributed  over  this  south 
pier  and  oyer  the  proposed  north  pier  work  on  the  basis  of 
only  20  per  cent,  salvage  value  after  the  completion  of  both 
piers.  It  is  said,  however,  that  80  per  cent,  is  too  high  an 
allowance  for  the  probable  depreciation. 

DAM,  RICHMOND,  INDIANA.— The  dam  shown  in 
cross-section  in  Fig.  89  was  built  at  Richmond,  Ind. 
It  was  120  ft.  long  and  was  built  between  the  abutments  of 
a  dismantled  bridge.  The  concrete  was  made  in  the  propor- 
tion of  I  bbl.  Portland  cement  to  i  cu.  yd.  of  gravel ;  old  iron 
was  used  for  reinforcement.  The  foundations  were  put  down 
by  means  of  a  cofferdam  which  was  kept  dry  by  pumping.  On 
completion  it  was  found  that  there  was  a  tendency  to  scour 
in  front  of  the  apron  and  accordingly  piling  was  driven  and 
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the  iiitervening  space  rip-rapped  with  large  stone.  Labor  was 
paid  as  follows  per  day:  Foreman,  $3;  carpenter,  $2.50;  ce- 
ment finisher,  $2;  laborers,  $1.50,  The  concrete  was  mixed  by- 
hand  and  wheeled  to  place  in  wheelbarrows.  The  cost  of  the 
work  was  as  follows : 


Fig.   8». — Concrelt  Dam  at  llii;liinoiid,  Ind. 

Materials —  Per  cu.  yd. 

204  bbls.  cement  at  $1.60 $1-485 

Sand  and  gravel   0.800 

Lumber    0.610 

Tools,  hardware,   etc 0.445 

Total  materials   $3.34 

Labor — 

Clearing  and  excavating $0.96 

Setting  forms  and  mixing  concrete I.01 

Pumping    0.27 

Total  labor  $2.24 

Total  materials  and  labor $5-58 

DAM  AT  ROCK  ISLAND  ARSENAL,  ILLINOIS.— The 
dam  was  in  the  shape  of  an  L  with  one  side  192  ft.  and  the 
other  side  208  ft.  long;  it  consists  of  a  wall  301^  ft.  high,  ^yi 
ft.  wide  at  the  top  and  6%  ft.  wide  at  the  bottom  with  a  coun- 
terfort every  16  ft.,  26  in  all.  Each  counterfort  extended  back 
16  ft.  and  was  4  ft.  thick  for  a  height  of  6  ft.  and  then  3  ft. 
thick.  There  were  3,500  cu.  yds.  of  concrete  in  the  work, 
which  was  done  by  day  labor  under  the  direction  of  the  U.  S. 
Engineer  in  charge. 
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The  forms  consisted  of  front  and  back  uprights  of  8x  lo-in. 
stuff  24  ft.  high,  connected  through  the  wall  by  ^-in.  rods 
which  were  left  in  the  concrete.  The  lagging  was  2xi2-in. 
plank  dressed  down  i^  ins.  placed  inside  the  uprights.  These 
forms  were  built  full  height  in  i6-ft.  sections  with  a  counter- 
fort coming  at  the  center  of  each  section.  Each  section  con- 
tained 95  cu.  yds.  of  concrete  and  was  filled  in  a  day's  work. 
The  concrete  was  a  1-4-7  mixture  wet  enough  to  quake  when 
rammed.  Run  of  crusher  limestone  was  used  of  which  50  per 
cent,  passed  a  i-in.  sieve,  17  per  cent  a  No.  3  sieve  and  9  per 
cent,  a  No.  8  sieve.  The  concrete  was  mixed  in  Cockburn  Bar- 
row &  Machine  Co.*s  screw-feed  mixer  which  discharged  into 
2-in.  plank  skips  2  ft.  wide  5  1-3  ft.  long  and  14  ins.  deep,  hold- 
ing J4  cu.  yd.  These  skips  were  taken  on  cars  to  a  derrick 
crane  overhanging  the  forms  and  by  it  hoisted  and  dumped 
into  the  forms.  The  derrick  was  moved  along  a  track  at  the 
foot  of  the  wall  as  the  work  progressed.  The  concrete  was 
spread  and  rammed  in  6-in.  layers.  The  men  were  paid  $1.50 
per  8-hour's  work  and  the  work  cost  including  footing,  as  fol- 
lows : 

Item —  Total.      Per  cu.  yd. 

Cement    $1,500.00  $0,429 

Sand   400.00  o.i  14 

Storing  and  hauling  cement 460.00  0.131 

Taking  sand  from  barge  to  mixer 96.00  0.027 

Crushing  stone 1,450.00  0.414 

Mixing  concrete 4,825.00  1-378 

Placing  concrete   1,670.00  0.477 

Lumber  for  forms,  etc 600.00  0.171 

Erecting  and  taking  down  forms 2,450.00  0.700 

Totals  $13,451.00  $3,841 

DAM  AT  McCALL  FERRY,  PA.— The  dam  was  2.700  ft. 
long  and  48  ft.  high  of  the  cross-section  shown  by  Fig.  90  and 
with  its  subsidiary  works  required  some  350,000  cu.  yds.  of 
concrete.  The  plant  for  mixing  and  placing  the  concrete  was 
notable  chiefly  for  its  size  and  cost.  Parallel  to  the  dam, 
which  extended  straight  across  the  river,  and  just  below  its 
toe  a  service  bridge  consisting  of  a  series  of  40-ft.  concrete 
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arch  spans  was  built  across  the  river.  This  service  bridge  was 
50  ft.  wide  and  carried  four  standard  gage  railway  tracks  be- 
sides a  traveling  crane  track  of  44  ft.  gage.  This  very  heavy 
construction  of  a  temporary  structure  was  necessitated  by  the 
frequency  of  floods  against  which  only  a  solid  bridge  could 
stand ;  it  was  considered  cheaper  in  the  long  run  to  provide  a 
bridge  which  would  certainly  last  through  the  work  than  to 
chance  a  structure  of  less  cost  which  would  certainly  go  out 
with  the  floods.    The  concrete  service  bridge  was  designed  to 


Fig.   90.— Step]    Forms   for  MrCnll   Ferry  Dam. 

be  destroyed  by  blasting  when  the  dam  had  been  completed. 
The  method  of  construction  was  to  build  the  dam  in  alternate 
.^0  ft.  sections,  mixing  the  concrete  on  shore,  taking  it  out 
along  the  service  bridge  in  buckets  on  cars  and  handling  the 
buckets  from  cars  to  forms  by  traveling  cranes. 

The  concrete  mixing  plant  is  shown  by  Fig.  91.  Cars  loaded 
with  cement,  sand  and  stone  were  brought  in  over  the  tracks 
carried  on  the  wall  tops  of  the  bins  and  were  unloaded  re- 
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spectively  into  bins  A,  B  and  C,  of  which  there  were  eight 
sets.  Each  set  supplied  material  by  means  of  measuring  cars 
to  a  I  cu.  yd.  Smith  mixer.  Two  sets  of  cars  were  used  for 
each  mixer  so  that  one  could  be  loading  while  the  other  was 
charging.  The  mixers  discharged  into  i  cu.  yd.  buckets  set 
two  on  a  car  and  eight  cars  were  hauled  to  the  work  in  train 
by  an  i8-ton  *'dinky."  At  the  work  the  buckets  were  picked 
up  by  the  traveling  cranes  and  the  concrete  dumped  into  the 
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Flgr.   91.— Concrete  Mixing  Plant  for  McCall  Ferry   Dam. 

forms.  Figure  90  shows  the  construction  of  the  steel  forms. 
Six  sets  of  forms  were  used.  Each  set  consisted  of  five  frames 
spaced  10  ft.  apart  and  braced  together  in  the  planes  parallel 
to  the  dam,  and  each  set  molded  40  ft.  of  dam.  The  lagging 
consisted  of  wooden  boxes  8J/2  ft.  wide  and  10  ft.  long.  For 
the  vertical  face  of  the  dam  these  boxes  were  attached  by  bolts 
to  the  vertical  post,  for  the  curved  face  they  were  bolted  to  a 
channel  bent  to  the  curve  and  held  by  struts  from  the  inclined 
post  of  the  steel  frame. 

In  construction  the  footing  and  the  body  of  the  dam  to  an 
elevation  of  5  ft.  above  the  beginning  of  the  curve  were  built 
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continuously  across  the  river;  above  this  elevation  the  dam 
was  built  in  alternate  40-ft.  sections.  The  strut  back  to  the 
service  bridge  shown  in  the  lower  right  hand  corner  of  Fig. 
90,  shows  the  manner  of  bracing  the  first  30-ft.  section  of  the 
inclined  post  to  hold  the  lagging  for  the  continuous  portion. 
The  lagging  was  added  a  piece  at  a  time  as  concreting 
progressed.  The  ends  of  each  set  of  frames  for  a  40-ft.  sec- 
tion were  for  the  isolated  sections  closed  by  timber  bulkheads 
carrying  box  forms  to  mold  grooves  into  which  the  concrete  of 
the  intermediate  sections  would  bond. 
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Tig.  92. — Traveler  for  Concreting  Dam,  Chaudiere  Falls,  Quebec. 

The  concrete  used  was  a  1-3-5  mixture,  the  stone  ranging  in 
size  from  2  to  5  ins.  Rubble  stone  from  one  man  size  to  yi 
ton  were  bedded  in  the  concrete.  The  capacity  of  the  con- 
crete plant  was  2,000  cu.  yds.  per  day  or  about  250  cu.  yds.  per 
mixer  per  lo-hour  day. 

DAM,  CHAUDIERE  FALLS,  QUEBEC— The  dam  was 
800  ft.  long  and  from  16  to  20  ft.  high,  constructed  of  1-2-4 
concrete  with  rubble  stone  embedded.  The  rubble  stones  were 
separated  at  least  9  ins.  horizontally  and  12  ins.  vertically  and 
were  kept  20  ins.  from  faces.  At  one  point  the  rubble 
amounted  to  40  per  cent,  of  the  volume,  but  the  average  for 
the  dam  was  25  to  30  per  cent.     The  stone  was  broken  at 
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the  work,  some  by  hand,  but  most  by  machine,  all  to  pass  a 
2-in.  ring.  Hand-broken  stone  ran  very  uniform  in  size  and 
high  in  voids,  often  up  to  50  per  cent.  Stone  broken  by  crusher 
with  jaws  2  ins.  apart  would  run  20  to  30  per  cent,  over  2  ins. 
in  size  and  give  about  45  per  cent,  voids;  with  crusher  jaws 
1 14  ins.  apart  from  98  to  100  per  cent,  was  under  2  ins.  in  size 
and  contained  about  42  per  cent,  of  voids.  It  was  found  that 
if  the  crushers  were  kept  full  all  the  time  the  product  was 
much  smaller,  particularly  with  Gates  gyratory  crusher, 
though  a  little  more  than  rated  power  was  required  when  the 
crusher  was  thus  kept  full.  This  practice  secured  increased 
economy  in  both  quantity  and  quality  of  product.  The  con- 
crete was  made  and  placed  by  means  of  a  movable  traveler 
shown  by  Fig.  92.  Concrete  materials  were  supplied  to  the 
charging  platform  of  the  traveler  by  means  of  a  traveling  der- 
rick moving  on  a  parallel  track.  In  placing  the  concrete  on 
the  rock  bottom  it  was  found  necessary  in  order  to  secure 
good  bond  to  scrub  the  rock  with  water  and  brooms  and  cover 
I  it  with  a  bed  of  2  ins.  of  1-2  mortar.    The  method  of  concret- 

ing in  freezing  weather  is  described  in  Chapter  VII. 


CHAPTER  XII. 

METHODS  AND  COST  OF  CONSTRUCTING  BRIDGE 

PIERS  AND  ABUTMENTS. 

The  construction  of  piers  and  abutments  for  bridges  is  best 
explained  by  describing  individual  examples  of  such  work.  So 
far,  in  America,  bridge  piers  have  been  nearly  always  of  plain 
concrete  and  of  form  and  section  differing  little  from  masonry 
piers;  where  reinforcement  has  been  used  at  all  it  has  con- 
sisted of  a  surface  network  of  bars  introduced  chiefly  to  ensure 
monolithic  action  of  the  pier  under  lateral  stresses.  In  Europe 
cellular  piers  of  reinforced  concrete  have  been  much  used. 
Plain  concrete  abutments  differ  little  in  form  and  volume  from 
masonry  abutments.  Reinforced  concrete  abutments  are  usual- 
ly of  L-section  with  counterforts  bracing  the  upright  slab 
and  bridge  seat  to  the  base  slab. 

Fprm  work  for  reinforced  abutments  is  somewhat  complex ; 
that  for  plain  abutments  and  piers  is  of  simple  character,  the 
only  variations  from  plain  stud  and  sheathing  construction  be- 
ing in  the  forms  for  moldings  and  coping  and  for  cut-waters. 
For  piers  of  moderate  height  the  form  is  commonly  framed 
complete  for  the  whole  pier,  but  for  high  piers  it  is  built  up 
as  the  work  progresses  by  removing  the  bottom  boards  and 
placing  them  at  the  top.  Opposite  forms  are  held  together 
by  wire  ties  through  the  concrete.  Movable  panel  forms  have 
been  successfully  employed,  but  they  rarely  cheapen  the  cost 
much.  Sectional  forms,  which  can  be  shifted  from  pier  to  pier 
where  a  number  of  piers  of  identical  size  are  to  be  built,  may 
frequently  be  used  to  advantage.  An  example  of  such  use  is 
given  in  this  chapter. 

Derricks  are  the  recognized  appliances  for  hoisting  and  plac- 
ing the  concrete  in  pier  work;  they  are  the  only  practicable 
appliance  where  the  pier  is  high  and  particularly  where  it 
stands  in  water  and  mixing  barges  are  employed.  For  abut- 
ment work  and  land  piers  of  moderate  height  derricks  and 
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wheelbarrow  or  cart  inclines  are  both  available  and  where 
much  shifting  of  the  derricks  is  involved  the  apparently  more 
crude  method  compares  favorably  in  cost. 

The  methods  of  placing  concrete  under  water  for  pier 
foundations  are  described  in  Chapter  V,  and  the  use  of 
rubble  concrete  for  pier  construction  is  illustrated  by  several 
examples  in  Chapter  VI.  The  following  examples  of  pier  and 
abutment  construction  cover  both  targe  and  small  work  and 
give  a  clear  idea  of  current  practice. 

COST  OF  CONSTRUCTING  RECTANGULAR  PIER 
FOR  A  RAILWAY  BRIDGE— This  pier,  Fig.  93.  was  built 
in  water  averaging  5  ft.  deep.     The  cofferdam  consisted  of 


Pig.    93— Pier  and   Coffordam  fur  a   HHirway  Bridge. 

triple-lap  sheet  piling,  of  the  Wakefield  pattern,  the  planks 
being  2  ins,  thick,  and  spiked  together  so  as  to  give  a  coffer- 
dam wall  6  ins  thick.  The  cofferdam  enclosed  an  area  14x20 
ft.,  giving  a  clearance  of  i  ft.  all  around  the  base  of  the  con- 
crete pier,  and  a  clearance  of  2  ft.  between  the  cofferdam  and 
the  outer  edge  of  the  nearest  pile.  The  cofferdam  sheet  piles 
were  18  ft.  long,  driven  11  ft.  deep  into  sand,  and  projecting  2 
ft.  above  the  surface  of  the  water. 
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The  concrete  base  resting  on  the  foundation  piles  was  12  x 
18  ft.  The  concrete  pier  resting  on  this  base  was  7x  13  ft.  at 
the  bottom,  and  5  x  11  ft.  at  the  top.  The  pier  supported  deck 
plate  girders.  There  were  100  cu.  yds.  of  concrete  in  the  pier 
and  base. 

The  cost  of  this  pier,  which  is  typical  of  a  large  class  of  con- 
crete pier  work,  has  been  obtained  in  such  detail  that  we 
analyze  it  in  detail,  giving  the  costs  of  coflferdam  construc- 
tion and  excavation  as  well  as  of  mixing  and  placing  the  con- 
crete. 

Setting  up  and  taking  down  derrick  and  platform: 

4  days  foreman  at  $5.00 $  20.00 

^  days  engineman  at  $3.00 2.25 

}i  days  blacksmith  at  $3.00 2.25 

^  days  blacksmith  helper  at  $2.00 1.50 

22  days  laborers  at  $2.00 44.00 

Total    * .  .$  70.00 

Cofferdam — 

7  days  foreman  at  $5.00 $  35.00 

4  days  engineman  at  $3.00 12.00 

38  days  laborers  at  $2.00 76.00 

I  ton  coal  at  $3.00 3.00 

Total  labor  on  7,900  ft.  B.  M.  at  $16.00. . .' $126.00 

7,900  ft.  B.  M.  at  $20.00 158.00 

Total  for  58  cu.  yds.  excavation .  .$284.00 

Wet  Excavation — 

1.8  days  foreman  at  $5.00 ., $    9.00 

1.5  days  engineman  at  $3.00 4.50 

9  days  laborers  at  $2.00 18.00 

y2  ton  coal  at  $3.00 1.50 

Total  labor  on  58  cu.  yds.  at  57c $  33.00 

Foundation  Piles — 

960  Hh.  ft.  at  loc $  96.00 

4  days  setting  up  driver  and  driving  24  piles  at  $20  per 

day  for  labor  and  fuel 80.00 

Total $176.00 
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Concrete — 

100  cu  yds.  stone  at  $1.00 $100.00 

40  cu.  yds.  sand  at  $0.50  20.00 

100  bbls.  cement  at  $2.00 ; .  200.00 

5  days  foreman  at  $5.00 25.00 

50  days  laborers  at  $2.00 100.00 

5  days  engineman  at  $3.00   15.00 

2  tons  coal  at  $3.00 6.00 

Total,  100  cu.  yds.  at  $4.66 $466.00 

8  days  carpenters  at  $3.00 24.00 

2,400  ft.  B.  M.  2-in.  plank  at  $25.00 60.00 

1,000  ft.  B.  M.  4  X  6-in.  studs  at  $20.00 20.00 

Nails,  wire,  etc 2.00 


Total  forms  for  100  cu.  yds.  at  $1.06 $106.00 

Summary — 

Setting  up  derrick,  etc $  70.00 

Cofferdam  (7,900  ft.  B.  M.) 284.00 

Wet  excavation  (58  cu.  yds.)    33.00 

Foundation  piles  (24) 176.00 

Concrete   (100  cu.  yds.)    466.00 

Forms  (3400  ft.  B.  M.)  106.00 


Total $1,135.00 

Transporting  plant    20.00 

20  days  rental  of  plant  at  $5.00 100.00 

Total  cost  of  pier $1,252.00 

Regarding  the  item  of  plant  rental,  it  should  be  said  that  the 
plant  consisted  of  a  pile  driver,  a  derrick,  a  hoisting  engine, 
and  sundry  timbers  for  platforms.  There  was  no  concrete 
mixer.  Hence  an  allowance  $5  per  day  for  use  of  plant  is 
sufficient. 

It  will  be  noted  that  no  salvage  has  been  allowed  on  the 
lumber  for  forms.  As  a  matter  of  fact,  all  this  lumber  was 
recovered,  and  was  used  again  in  similar  work. 

Referring  to  the  cost  of  cofferdam  work,  we  see  that,  in  or- 
der to  excavate  the  58  cu.  yds.  inside  the  cofferdam,  it  was 
necessary  to  spend  $284,  or  nearly  $5  per  cu.  yd.  before  the 
actual  excavation  was  begun.  The  work  of  excavating  cost 
only  57  cts.  per  cu.  yd.,  but  this  does  not  include  the  cost  of 
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erecting  the  derrick  which  was  used  in  raising  the  loaded 
buckets  of  earth,  as  well  as  in  subsequently  placing  the  con- 
crete. The  sheet  piles  were  not  pulled,  in  this  instance,  but 
a  contractor  who  understands  the  art  of  pile  pulling  would 
certainly  not  leave  the  piles  in  the  ground.  A  hand  pump 
served  to  keep  the  cofferdam  dry  enough  for  excavating ;  but 
in  more  open  material  a  power  pump  is  usually  required. 

The  above  costs  are  the  actual  costs,  and  do  not  include  the 
contractor's  profits.     His  bid  on  the  work  was  as  follows: 

Piles  delivered 12  cts.  per  ft. 

Piles  driven $5  each 

CoflFerdam    $37  per  M. 

Wet  excavation $1.00  per  cu.  yd. 

Concrete $8.00  per  cu.  yd. 

In  order  to  ascertain  whether  or  not  these  prices  yielded  a 
fair  profit,  it  is  necessary  to  distribute  the  cost  of  the  plant 
transportation  and  rental  over  the  various  items.  We  have  al- 
lowed $120  for  plant  transportation  and  rental,  and  $70  for 
setting  up  and  taking  down  the  plant,  or  $190  in  all.  The 
working  time  of  the  plant  was  as  follows: 

Per  cent.  Prorated 
Days.        of  time,  plant  co?t. 

CoflFerdam 7  39  $74 

Excavation   2  11  21 

Foundation  piles 4  22  42 

Concrete    5  28  53 

Totals    18  100  $190 

As  above  given,  the  labor  on  the  7,900  ft.  B.  M.  in  the  coffer- 
dam cost  $126,  or  $16  per  M.;  but  this  additional  $74  of  pro- 
rated plant  costs,  adds  another  $9  per  M.,  bringing  the  total 
labor  and  plant  to  $25  per  M.,  to  which  must  be  added  the  $20 
per  M.  paid  for  the  timber  in  the  coflFerdam,  making  a  grand 
total  of  $45  per  M.  This  shows  that  the  contractor's  bid  of 
$37  per  M.  was  much  too  low. 

The  labor  on  the  excavation  cost  57  cts.  per  cu.  yd.,  to 
which  must  be  added  the  prorated  plant  cost  of  $21  distributed 
over  the  58  cu.  yds.,  or  36  cts.  per  cu.  yd.,  making  a  total  of 
93  cts.  per  cu.  yd.  This  shows  that  the  bid  of  $i  per  cu,  yd. 
was  hardly  high  enough. 
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The  labor  on  the  24  foundation  piles  cost  $80,  or  $3.33  each. 
The  prorated  plant  cost  is  $42,  or  $1.75  per  pile,  which,  added 
to  $3.33,  makes  a  total  of  $5.08.  This  shows  that  the  bid  of 
$5  per  pile  for  driving  was  too  low.  However  there  was  a 
profit  of  2  cts.  per  ft.,  or  80  cts.  per  pile,  on  the  cost  of  piles 
delivered. 

The  concrete  amounted  to  100  cu.  yds.  Hence  the  prorated 
plant  cost  of  $53  is  equivalent  to  53  cts.  per  cu.  yd.  Hence  the 
.total  cost  of  the  concrete  was: 

Per  cu.  yd. 

Cement,  sand  and  stone  $3-20 

Foreman    (at  $5)    0.25 

Labor  (at  $2) , i.oo 

Engineman  (at  $3)   0.I5 

Coal  (at  $3) 0.06 

Carpenters  (at  $3)   0.24 

Forms  (at  $23.50,  used  once)    0.80 

Wire,  nails,  etc 0.02 

Prorated  plant  cost 0.53 


Total    $6.25 

Since  the  contract  price  for  concrete  was  $8  per  cu.  yd., 
there  was  a  good  profit  in  this  item. 

BACKING  FOR  BRIDGE  PIERS  AND  ABUTMENTS. 

— Six  piers  and  two  abutments  of  the  City  Island  bridge  were 
constructed  in  1906  at  New  York  city,  of  masonry  backed  with 
1-2-4  concrete  below  and  1-3-5  concrete  above  high  water.  The 
piers  and  abutments  were  all  sunk  to  rock  or  hard  material 
by  means  of  timber  cofferdams.  Table  XVI  gives  the  labor  cost 
of  mixing  and  placing  the  concrete  backing  for  one  abutment 
and  three  piers,  after  the  materials  were  delivered  on  the 
scows.  The  concrete  was  mixed  by  a  rectangular  horizontal 
machine  mixer  and  deposited  by  2-cu.  yd.  bottom  dump  buck- 
ets handled  by  derrick  scows  and  stifl^leg  derricks.  The  high 
cost  of  concreting  on  Pier  2  was  due  to  the  fact  that  the  con- 
crete was  improperly  deposited  and  had  to  be  removed  and 
the  higher  cost  in  Abutment  i  was  probably  due  to  the  fact 
that  the  abutment  was  so  long  and  narrow  that  it  was  difficult 
to  handle  the  bucket. 
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PNEUMATIC  CAISSONS,  WILLIAMSBURG  BRIDGE. 

— Mr.  Francis  L.  Pruyn,  Assoc  M.  Am.  Soc.  C.  E.,  gives  the 
following  costs  of  concreting  the  pneumatic  caissons  for  the 
Brooklyn  tower  of  the  Williamsburg  bridge  at  New  York 
city.  The  work  comprised  the  mixing  and  placing  of  some 
13,637  cu.  yds.  of  concrete  in  two  caissons.  Table  XVII  shows 
the  itemized  costs  for  one  caisson  and  Table  XVIII  shbws 
them  for  the  other  caisson.  The  methods  of  work  were  as 
follows : 

After  each  caisson  was  built  it  was  towed  to  its  proper  site, 
where  it  was  held  in  place  by  temporary  pile  dock  built  com- 
pletely around  it.  On  these  docks  the  concrete  was  placed; 
a  2  cu.  yd.  cubical  mixer  of  the  usual  pattern  being  used  for 
mixing.  The  concrete  materials,  consisting  of  sand,  stone 
and  cement  was  handled  direct  from  barges  alongside,  into  the 
mixer.  The  concrete  was  placed  by  a  derrick  located  in  the 
center  ©f  the  caisson,  which  was  a  bad  feature  as  the  caisson 
was  usually  out  of  level  and  considerable  difficulty  was  ex- 
perienced in  swinging  the  derrick.  On  the  South  caisson  ^ 
cu.  yd.  bottom  dump  buckets  were  used  in  placing  the  con- 
crete, on  the  North  caisson  the  size  of  these  was  increased 
to  ij4  cu.  yd.  which  reduced  the  cost  of  placing  15  cts.  per  cu. 
yd.  There  were  placed  in  the  South  caisson  3,827  cu.  yds.  in 
32  days  of  actual  working  time — 120  cu.  yds.  per  day  of  10 
hrs.  The  gross  time  was  2  months.  On  the  North  caisson 
5,693  cu.  yds.  were  placed  in  46  days  worked — 124  cu.  yds. 
per  day.    The  gross  time  was  4  months. 

The  rates  of  labor  were  as  follows  per  lo-hour  day : 

Foreman    $S-00 

Assistant  foreman  2.50 

Hoisters    ' , 2.50 

Fireman   1.60 

Laborer    1.50 

Proportions  concrete  were  i  :  2.5  : 6. 

The  low  price  of  sand  in  the  North  caisson  was  brought 
about  by  the  finding  of  good  building  sand  in  the  excavation 
for  the  anchorage,  which  work  was  done  by  the  same  con- 
tractor. 

When  the  caissons  had  been  sealed  the  iron  material  shafts 
were  removed.    This  left  holes  5  ft.  x6  ft.  extending  from  the 
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roof  of  the  caisson  up  to  Mean  H.W.  which  were  filled  with 
concrete.  These  shaft  holes  were  80  ft.  deep  on  the  South 
caisson  and  100  ft.  deep  on  the  North  caisson.  They  were  par- 
tially filled  with  water  and  the  concrete  had  to  be  placed  with 
considerable  care.  Wooden  chutes  were  used  on  the  South 
caisson ;  they  rested  on  the  caisson  roof,  were  filled  with  con- 
crete and  then  raised  allowing  concrete  to  flow  out  at  the  bot- 
tom. The  shaft  holes  were  too  deep  on  the  North  caisson  for 
chutes  and  20  cu.  ft.  bottom  dump  buckets  were  used.  They 
had  to  be  lowered  to  bottom  of  shaft  each  trip  before  dump- 
ing, a  slow  operation^  which  greatly  added  to  the  cost.  Pro- 
portion for  concrete  1-2.5-6. 

The  proportion  for  concrete  in  working  chamber  was  the 
same  as  for  all  other  concrete.  The  specifications  called  for 
6  in.  of  mortar,  of  i  part  of  cement  to  2j4  parts  of  sand,  be- 
tween the  concrete  and  all  bearing  areas;  that  is,  under  the 
cutting  edge  and  directly  under  the  roof  of  the  working  cham- 
ber. The  concrete  was  mixed  in  the  cubical  mixer  and  dumped 
on  the  bottom  door  of  the  material  lock,  the  top  door  of  the 
lock  was  then  closed,  the  bottom  door  opened  and  the  con- 
crete fell  through  the  shaft  to  the  working  chamber.  It  was 
then  shoveled  by  the  sand  hogs  into  place.  A  6-in.  space  was 
left  below  all  bearing  surfaces  into  which  damp  mortar  was 
tightly  rammed.  Concreting  the  South  caisson  took  io)4 
working  days  of  24  hours,  the  gangs  working  night  and  day 
in  twelve  2-hour  shifts;  1,566  cu.  yds.  of  concrete  and  mortar 
were  placed,  or  at  the  rate  of  140  cu.  yds.  per  24  hours.  The- 
gross  time  including  Sundays  was  14^/^  days.  The  sand  hogs 
worked  in  shifts  of  2  hours  each  and  received  $3.50  for  the  two 
hours  work.  The  twelve  foremen  received  i  dollar  more :  the 
average  gang  consisted  of  12  sand  hogs. 

On  the  North  caisson  the  organization  was  much  better, 
owing  to  the  experience  gained  on  the  first  caisson;  and  in 
spite  of  the  fact  that  the  sand  hogs,  on  account  of  the  in- 
creased depth,  received  $4.00  for  V/z  hours'  work,  or  an  in- 
crease of  $22.00  per  man  per  24  hrs.  over  that  on  the  South 
caisson,  the  work  was  done  for  less  money.  There  were  placed 
1,566  cu.  yds.  of  concrete  in  7  working  days  of  24  hrs.,  or  at 
the  rate  of  224  cu.  yds.  per  day.  The  gross  time  was  iij^ 
days  including  Sundays.    The  average  number  of  men  in  the 
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sand  hog  gangs  was  18,  with  one  foreman,  who  received  $5 
for  ij4  hours  work. 

,  TABLE    XVIL — ITEMIZED    COST    OF    CONCRETING    SOUTH    CAISSON    FOR    BROOKLYN 

I  TOWER  OF  THE  WILLL\MSBURG  BRIDGE: 

!  COST  OF  CONCRETING  CAISSONS  ABOVE  ROOF. 

(South  Caisson  (3,827  cu.  yds.)- 

Materials.                      «                      Quantity.           Rate.  Amount. 

Cement   4»48o  bbls.             $1.57  $7,034.00 

Sand   1,288  cu.  yds.           .60  77300 

t                         Broken  stone   3421  cu.  yds.          1.50  5,132.00 

Water  3600 

Total    3^827  cu.  yds.        $3.39  $12,975.00 

Labor. 

Mixing    and    placing    3^27  cu.  yds.        $0.90  $3432.00 

Plant  charges   2,^0.00 

I                        Plant  labor   742.00 

Total   plant    , 3,827  cu  yds.        $0.79  $3,022.00 

i  — __^— .  __^_«__ __      

Total  cost    3.827  cu.  yds.        $5.08  $19,429.00 

I                          General    expenses,    10% 3.827  cu.  yds.           .51  1,943.00 

I  .      

Grand    total    Z^^V  cu.  yds.        $5.59  $21,372.00 

COST  OF  CONCRETING  sn.\FTS. 

South  Caisson. 

Materials.                                             Quantity.           Rate.  Amount. 

Concrete  612^  bbls.             $1.57  $962.00 

Sand    193      cu.  yds.            .40  77.00 

Stone   493      cu.  yds.          i.io  542.00 

»                                                         ^— — — ^            .^-—^—.^  «.-.^^__«_— 

Total    541      cu.  yds.        $2.92  $1,581.00 

Labor. 

Handling,  mixing  and  placing 541      cu.  yds.        $0.96  $519.00 

Plant   charges,    etc 541      cu.  yds.          1.06  576.00 

Total   541      cu.  yds.        $4.94  $2,676.00 

General  expenses,  10%   541      cu.  yds.            .49  267.00 

t  — — — ^-— 

Grand    total    541      cu.  yds.        $5.43  $2,943.00 

COST  OF  CONCRETE  IN   WORKING  CHAMBERS. 

South  Caisson.     (1,435  cu.  yds.) 

Materials.                                              Quantity.            Rate.  Amount. 

Cement    for    concrete 1,666  bbls.             $1.57  $2,615.00 

Cement  for  mortar  459  bbls.               1.57'  720.00 

Sand  for  both 670  cu  yds.           .40  268.00 

Broken  stone    1,181  cu.  yds.          i.io  1,299.00 

Total  materials  1435  cu  yds.        $3.42  $4,902.00 

Labor. 

Top  labor,  mixing  and  placing 1,435  cu.  yds.        $1.09  $1, 575-00 

Pneumatic  labor   1435  cu.  yds.          4.93  7,117.00 

Compressor  house  labor  1,435  cu.  yds.           .19  275.00 

Total  labor   1435  cu.  yds.        $6.21  $8,967.00 
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Plant. 

Coal  at  $2.40  per  ton 1435  cii.  yds.  .10  140.00 

Concrete   plant    1435  cu.  yds.  .79  1,145.00 

Pneumatic  plant  1435  cu.  yds.  1.05  1,522.00 

Total  plant   1,435  cu.  yds.  $1.94  $2,807.00 

Totals  1435  cu.  yds.  $11.57  $16,676.00 

General  expenses,  10% 1,435  cu.  yds.  1.16  1,667.00 

Grand  total   1435  cu.  yds.  $12.73  $18,343.00 

TABLE   XVIII. — ITEMIZED    COST   OF   CONCRETING    NORTH    CAISSON   FOR   BROOKLYN 

TOWER  OF  THE  WILLIAMSBURG  BRIDGE: 
COST  OF   CONCRETING    CAISSON    ABOVE   ROOF    (5,692   CU.    yds.) 

Materials.                                              Quantity.  Rate.  Amount. 

Cement   6,7075^  bbls.  $1.57  $10,531.00 

Sand  2,133      cu.  yds.  40  045.00 

Broken  stone    4,938      cu.  yds.  i.io  5432.00 

Water   51.00 

Total  5,692      cu.  yds.  $2.96  $i6j859.oo 

Labor. 

Mixing  and  placing  5,692      cu.  yds.  $0.73  $4,159.00 

Plant  charges  2,952.00 

Plant  labor 517.00 

Total    5,692      cu.  yds.  $0.61  $3,469.00 

Total  cost    5,692      cu.  yds.  $4.30  $24487.00 

General  expenses,  10%   5,692      cu.  yds.  .43  2,448.00 

Grand  total   5,692      cu.  yds.  $473  $26,935.00 

COST  OF  CONCRETING  SHAFTS. 

Materials.                                              Quantity.  Rate.  Amount. 

Cement    6145^  bbls.  $1.57  $965.00 

Sand    204      cu.  yds.  .40  82.00 

Stone  521      cu.  yds.  i.io  574-00 

Total   576      cu.  yds.  $2.82  $1,621.00 

Labor. 

Mixing  and  placing 576      cu.  yds  1.70  982.00 

Plant  charges,  etc 576      cu.  yds.  1.36  795-00 

Total    576      cu.  yds.  $5.88  $3,398.00 

General  expenses,  10%   576      cu.  yds.  .59  339.00 

Grand  total  576      cu.  yds.  $6.47  $3,737.oo 

COST  OF  CONCRETING  WORKING  CHAMBERS    (l,S66  CU.   vds.). 

Materials.                                              Quantity.  Rate.  Amount. 

Cement  for  concrete 1,559      bbls.  $1.51  $2446.00 

Cement  for  mortar   442      bbls.  1.51  $694.00 

Sand  for  both    630      cu.  yds.  40  252.00 

Broken  stone    1,380      cu.  yds.  i.io  1,518.00 

Total  1,566      cu.  yds.  $3.14  $4,910.00 

Labor  . 

Top  labor,  mixing  and  placing 1,566      cu.  yds.  $0.78  $1,198.00 

Pneumatic  labor    1,566      cu.  yds.  4.91  7,694.00 

Compressor  house  labor 1,566      cu.  yds.  .11  180.00 

Total  labor   1,566      cu,  yds.  $5.80  $9,072.00 


BRIDGE  PIERS  AND  ABUTMENTS.  24I 

Plant. 

Coal  at  $240  per  ton 1,566  cu.  yds. 

Concrete  plant  i>566  cu.  yds. 

Pneumatic  plant    1,566  cu.  yds. 


.06 

87.00 

.86 

1,352.00 

J6i 

1,272.00 

Total  plant    1,566      cu.  yds.        $1.73         $2,711.00 

Totals  1,566      cu.  yds.      $10.67       $16,693.00 

General  expenses,  10% 1,566      cu.  yds.  1.06  1,669.00 


Grand  total 1,566      cu.  yds.      $11.73       $18,362.00 

COST  OF  FILLING  PIER  CYLINDERS.— The  following 
costs  were  obtained  in  mixing  and  placing  concrete  in  steel 
cylinder  piers.  The  sand  and  gravel  were  wheeled  100  ft.  to 
the  mixing  board  at  the  foot  of  the  cylinder,  mixed  and 
shoveled  into  wooden  skips,  hoisted  20  ft.  by  horsepower  and 
dumped  into  the  cylinder.  The  foreman  worked  on  the  mix- 
ing board  and  the  men  worked  with  great  energy.  The  costs 
were  as  follows : 

Item —  Per  day.  Per  cu.  yd. 

6  men  wheeling  materials  and  mixing  at  15 

cts.  per  hour  $9.00  $0.45 

2  men  dumping  skips  and  ramming  at  15  cts. 

per  hour  3,00  O.15 

I  team  and  driver  at  40  cts.  per  hour 4.00  0.20 

I  foreman  at  30  cts  per  hour 3.00  0.15 

Totals    $19.00  $0.95 

PIERS,  CALF  KILLER  RIVER  BRIDGE.— The  follow- 
ing methods  and  costs  of  building  two  new  piers  and  extending 
three  old  piers  with  concrete  are  given  by  Mr.  J.  Guy  Huff. 
The  work  was  done  by  the  railway  company's  masonry  gangs. 
Figure  94  shows  the  arrangement  of  the  several  piers  and  the 
character  of  the  work  on  each  and  Fig.  95  gives  the  detail  di- 
mensions of  the  three  main  piers. 

The  sand  and  aggregate,  consisting  of  blast  furnace  slag, 
were  unloaded  from  cars  to  platforms  on  a  level  with  the  top 
of  rail,  placed  about  100  ft.  south  from  the  south  end  of  the 
bridge.  A  cubical  1/6  cu.  yd.  mixer  was  used.  This  was  op- 
erated by  a  gasoline  engine,  and  was  located  on  a  platform 
about  50  ft.  south  of  the  south  end  pier.  A  tank  near  the 
mixer  to  supply  water  was  elevated  enough  to  get  the  desired 
head,  and  was  kept  filled  by  a  pump  run  by  another  gasoline 
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Plan  land  Elvvntisn  of  Piw  Zi^ond^-. 
Fig.   BE.— Details  of  Pier  for   Calf  KlUer  River  Brldg«, 
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engine  located  down  by  the  river  bank.    The  cement  house 
was  located  between  the  mixer  platform  and  slag  pile. 

Slag  and  sand  were  delivered  to  the  mixer  by  means  of 
wheelbarrows.  The  mixer  was  so  placed  that  it  would  dump 
onto  a  platform,  and  the  concrete  could  then  be  shoveled  into 
a  specially  designed  narrow-gage  car.  This  car  ran  on  one 
rail  of  the  main  track  and  an  extra  rail  outside.  A  turnout 
for  clearing  passing  trains  was  provided  at  both  ends  of  the 
bridge.  The  track  over  the  bridge  from  the  mixer  had  a  de- 
scending grade  of  about  i  per  cent.,  so  that  with  a  little  start 
the  concrete  car  would  roll  alone  down  to  the  required  points 
on  the  bridge.  Only  in  returning  the  empty  cars  to  the  mixer 
was  it  necessary  to  push  them  by  hand,  and  then  only  for  a 
distance  of  never  more  than  400  ft. 

Over  the  piers  on  the  bridge  in  the  center  of  the  concrete 
car  track  openings  were  sawed  to  let  the  concrete  pass  to  the 
forms  below.  To  get  the  concrete  into  the  forms,  there  were 
used  zigzag  chutes  with  arms  about  10  ft.  long,  which  sections 
were  removed  as  the  concrete  in  the  forms  was  increased. 
These  chutes  were  a  convenience  by  their  ends  alternating 
from  one  side  to  the  other  as  the  arms  were  removed  in  com- 
ing up. 

The  cost  of  the  concrete  work  was  as  follows: 

Unloading  Material. 

Rate    Total  days  Per  cu.  yd. 

per  day.     worked.    Total,     concrete. 

Foreman    $3.40  5  $17.00  $0.04 

II  laborers 1.36  8/10     52  71.14  15 

Total  for  unloading  material  $0.19 

Building  Forms,  Bins,  Etc. 

Foreman    $3.40  18        $61.20            $0.14 

9  carpenters    2.25  166          373-50               .81 

New  lumber,  23.7  M.  ft. 

at  $17.80 ..          421.86               .92 

Old  lumber,  6  M.  ft.  at 

$8.33    ..            4998                ." 


Total  for  building  forms,  bins,  etc $1.98 
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Cofferdam  Excavation  (45  cu.  yds.) 

Foreman    $3.40  8  $27.20  $0.06 

9  laborers    1.156/10    74J4        86.12  .19 


Total  for  cofferdam  excavation $0.25 

Cofferdam  Concrete  (37  cu.  yds.)  . 

Foreman    $340  8        $  27.20  $0.06 

II   laborers    1.36  3/1Q    79  107.68  .23 

Cofferdam  lumber,  2.25 

M.  ft.  at  $20.00. • .  45.00  .09 


Total  for  cofferdam  concrete $0.38 

Concrete  Mixing  and  Placing. 

Foreman    $340  30        $102.00  ^.22 

9  laborers 1.15  6/10  282  325.99  .71 

Cement,    452    bbls.    at 

$1.55    ..  701.50  1-52 

Slag,  437  cu.  yds.  at  $0.20    ...  . .  87.40  .19 

Sand,    220   cu.    yds.   at 

$0.30    . .  66.00  .14 

Total  for  mixing  and  placing $2.78 

Taking  Down  Forms  and  Clearing  Up. 

Foreman    $3.40  13        $  44.20  $0.09 

II  laborers  1.17  1.43  107.31  .36 

Total  for  taking  down  forms,  etc.. .  .$200.00            $0.45 
Engineering  and  supervision 43 

Grand  total,  460  cu.  yds.  concrete $6.46 

The  wages  given  are  the  average  wages.  The  men  worked 
a  lo-hour  day.  The  concrete  was  a  1-3-6  mixture.  The  cof- 
ferdam work  was  done  in  connection  with  the  construction 
of  the  fourth  pier,  this  pier  being  the  only  one  coming  in  the 
bed  of  the  river  to  be  built  entirely  new.  The  work  on  this 
was  started  in  water  about  6  ft.  deep.  The  37  cu.  yds.  of  con- 
crete is  included  in  the  total  of  460  cu.  yds.  in  the  above  tabu- 
lation. By  itself  the  cost  of  the  cofferdam  work,  not  includ- 
ing cost  of  cement,  sand  and  slag  was  as  follows : 
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Total. 

Lumber    $  45.00 

Labor,  excavating  113.32 

Labor,  concrete   I34.88 


Per  cu.  yd. 
Concrete. 
$1.21 
3.06 

3-64 


Total  37  cu.  yds.  concrete  $7.91 

METHOD  AND  COST  OF  CONSTRUCTING  21 
BRIDGE  PIERS.— The  following  account  of  the  methods  and 
cost  of  constructing  21  concrete  piers  for  a  railway  bridge  con- 
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sisting  of  20  50-ft.  plate  girder  spans  has  been  compiled  from 
records  kept  by  Mr.  W.  W.  Colpitts,  Assistant  Chief  Engineer, 
Kansas  City,  Mexico  &  Orient  Ry.  The  shape  and  dimensions 
of  the  piers  are  shown  by  Fig.  96  and  Fig.  97  shows  the  con- 
struction of  the  forms.  Sheet  pile  cofferdams  to  solid  rock 
were  used  for  constructing  the  foundations. 

The  1-3-5  concrete  was  mixed  in  a  Smith  mixer  having  a 
batch  capacity  of  9  cu.  ft.     The  mixer  was  located  on  the 
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slope  of  the  embankment  approach,  with  the  main  track  at  its 
rear  and  facing  a  temporary  material  track.  This  temporary 
track  turned  out  from  the  main  track  about  500  ft.  beyond  the 
mixer  and  extended  diagonally  down  the  embankment  r.p- 
proach  on  a  3  per  cent,  grade  and  across  the  river  bottom 
alongside  the  pier  sites.  The  portion  of  the  track  in  the  river 
bottom  was  supported  on  bents  of  spliced  ties,  jetted  to  the 
rock,  and  wired  to  the  cofferdam  to  avoid  the  danger  of  loss  in 
case  of  high  water.  The  sand  and  crushed  rock  were  delivered 
by  cars  from  the  main  line  track,  immediately  above  the  mixer, 
and  the  cement  was  stored  in  a  shanty  at  one  side  of  the 
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mixer.  The  concrete  materials  and  machinery  were,  in  this 
manner,  very  conveniently  located  for  rapid  work  and  well 
above  the  high  water  line.  The  concrete  was  transported  to 
the  pier  sites  in  improvised  dump  boxes,  set  on  push  cars. 
These  dump  boxes  were  hinged  longitudinally  and  discharged 
directly  into  the  cofferdams.  The  grade  of  the  temporary 
track  carried  the  push  cars  by  gravjty  to  the  cofferdams 
and  they  were  returned  by  teams,  for  which  purpose  a  straw 
and  brush  road  had  been  built  paralleling  the  track.  As  the 
work  progressed  farther  into  the  stream,  more  cars  were 
added  properly  to  balance  the  work.  While  the  concrete  in 
the  base  was  still  fresh,  a  number  of  steel  reinforcing  burs,  8 
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ft.  in  length,  were  set  in  place  along  each  end  to  insure  a  good 
bond  between  the  base  and  shaft. 

In  general,  the  work  of  putting  in  the  bases  was  organized 
so  that  about  the  same  time  was  required  in  filling  a  cofferdam 
with  concrete,  in  excavating  the  sand  from  the  next,  and  in 
driving  the  sheet  piling  for  the  third.  These  three  operations 
were  thus  carried  on  simultaneously  and,  although  interrup- 
tions in  one  part  of  the  work  or  the  other  occurred  fre- 
quently, the  gangs  were  interchangeable  and  no  appreciable 
loss  was  suffered,  except  in  time,  because  of  such  delays. 

In  piers  19  and  20,  where  the  rock  was  from  17  to  19  ft. 
below  the  surface,  some  difficulty  was  encountered  due  to  the 
presence  of  fissures  in  the  rock,  from  which  it  was  necessary 
to  remove  the  sand  to  fill  with  concrete.  In  such  cases,  the 
larger  leaks  were  stopped  as  much  as  possible  by  driving  sheet 
piles  against  the  outside  face  of  the  cofferdam  and  into  the 
fissures,  and  the  smaller  leaks  by  manure  in  canvas  bags 
rammed  into  the  openings. 

Upon  the  completion  of  all  the  bases,  the  forms  for 
several  shafts  were  set  in  position  and  the  work  of  filling  with 
concrete  proceeded  as  in  the  case  of  the  bases,  except  that  a 
derrick  erected  on  a  flat  car  and  stationed  at  the  pier  was 
utilized  to  raise  the  dump  boxes  in  depositing  the  concrete  in 
the  forms.  As  soon  as  the  concrete  in  one  shaft  had  set  suffi- 
ciently to  permit  of  it,  the  forms  were  removed  and  placed  on 
the  pier  ahead.    Four  sets  of  forms  were  used  for  the  shafts. 

The  following  are  the  average  prices  paid  for  materials  and 
labor : 

Materials. — Lumber  for  forms,  etc.,  $16.50  per  M.  ft.,  B.  M. ; 
cement,  Kansas  Portland,  $1.50  per  bbl. ;  broken  limestone, 
45c  per  cu.  yd.;  sand,  Arkansas  River,  15c  per  ton. 

Labor. — General  foreman,  $110  per  month;  assistant  fore- 
man, $75  per  month ;  timekeeper,  $60  per  month ;  riveters,  35c 
per  hour;  blacksmith,  30c  per  hour;  blacksmith  assistant,  20c 
per  hour;  carpenters,  223/^c  and  25c  per  hour;  enginemen,  25c 
per  hour;  firemen,  20c  per  hour;  night  watchman,  20c  per 
hour;  laborers,  i7J^c  and  20c  per  hour;  team  (including 
driver),  40c  per  hour.  The  prices  quoted  for  lumber,  cement, 
limestone  and  sand  are  prices  f.  o.  b.,  Louisiana,  lola,  Kan., 
El  Dorado,  Kan.,  and  Wichita,  Kan. 
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The  total  and  unit  cost  of  constructing  the  concrete  piers 
and  abutments  and  of  erecting  the  steel  superstructure  are 
given  in  the  following  tabulation.  Altogether  there  was  about 
2,300  cu.  yds.  of  concrete  in  the  substructure,  most  of  which, 
as  stated  above,  was  a  1-3-5  mixture. 

Machinery  and  Supplies. 

Concrete  mixer,  20%  of  cost $    152.10 

Supplies,  freight,  hauling,  setting  up S05.04 

Total $  657.14 

Centrifugal  sand  pump,  20%  of  cost $  27.00 

Supplies,  freight,  hauling,  setting  up 277.50 

Rent  of  traction  engine  to  operate 83.25 

Total    $   387.75 

Water  pump  and  pipe,  20%  of  cost $     29.00 

Supplies,  freight,  hauling,  setting  up 177-3^ 

Total    $   206.32 

Pile  driver  engine,  20%  of  cost $    too.oo 

Supplies,  freight,  hauling,  setting  up 243.65 

Total    $   343.65 

Grand  total  $1,594.86 

Coflferdams. 

Materials,  lumber  and  nails $1,285.26 

Freight  and  train  haul 306.33 

Labor  making  piles 696.82 

Labor  driving  piles 1,384.05 

Total $3,672.46 

The  sheet  piling  took  63,500  ft.  B.  M.  of  lumber;  the  cost 
per  1,000  ft.  B.  M.  for  the  sheet  piling  was  then: 

Materials,  lumber  and  nails  $     20.08 

Freight  and  haulage 4.82 

Labor  making  piles IO-97 

Labor  driving  piles  21.80 

Total    $     57.67 
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Forms,  Platforms  and  Runways. 

Lumber,  hardware,  etc $  224.59 

Freight  and  train  haul 40.20 

Labor  making,  removing  and  placing 556.51 

Total    $   821.30 

Concrete  Materials. 

Cement,  freight,  unloading  and  storing $4,617.48 

Sand,  freight,  unloading,  etc 1,336.05 

Broken  stone,  freight,  unloading,  etc 2,026.92 

Total    $7,980.45 

This  gives  us  for  2,300  cu.  yds.  of  concrete  a  cost  of  S3.47 
per  cu.  yd.  for  materials,  including  freight,  storage,  and  un- 
loading charges  of  all  kinds.  A  line  on  the  proportion  of  the 
cost  contributed  by  these  latter  items  may  be  got  by*  taking 
the  prices  of  the  materials  f.  o.  b.  at  the  places  of  production 
and  assuming  the  proportions  for  a  i-3r5  concrete.  According 
to  tables  in  Chapter  II,  a  1-3-5  broken  stone  concrete  requires 
per  cubic  yard  1.13  bbls.  cement,,  0.48  cu.  yd.  sand  and  0.80  cu. 

yd.  broken  stone.    We  have  then : 

1. 13  bbls.  cement,  at  $1.50 $1.69 

0.48  cu.  yd.  sand,  at  20c 10 

0.80  cu.  yd.  stone,   at  45c  ^ . .  ^ 36 

Total $2.15 

This  leaves  a  charge  of  $1.32  per  cubic  yard  of  concrete  for 
freight  and  handling  materials.  The  cost  of  mixing  concrete 
and  placing  it  in  the  forms  was  $3,490.87,  or  $1.52  per  cu.  yd. 
We  have  then : 

Cost  of  concrete  materials  per  cu.  yd $3-47 

Cost  of  mixing  and  placing  concrete 1.52 

Total .$4.99 

The  miscellaneous  expenses  of  the  work  comprised : 

Watchman,  tools,  telephone,  etc $   722.48 

Shanties,  furnishings,  supplies,  etc 829.04 

Total    $1,551-52 
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To  this  has  to  be  added  $1,134.28,  the  cost  of  excavating  the 
cofferdams.  The  total  and  unit  costs  of  the  different  items  of 
the  concrete  substructure  work  can  now  be  summarized  as 
follows : 

Item.  Total.  Per  cu.  yd. 

Machinery  and  supplies $  1,594.86  $  .69 

Cofferdams    3,672.49  1.60 

Forms,  etc 821.30  .36 

Concrete  materials   7,980.45  3.47 

Mixing  and  placing  concrete 3,490.87  1.53 

Excavating  cofferdams 1,134.28  .49 

Miscellaneous  1,551.52  .67 

Totals  $20,245.74  $8.81 

COST  OF  PERMANENT  WAY  STRUCTURES  KAN- 
SAS ClTY  OUTER  BELT  &  ELECTRIC  RY.— The  follow- 
ing cost  of  concrete  work  including  retaining  walls,  abutments 
and  box  culverts,  for  the  permanent  way  of  the  Kansas  City 
Outer  Belt  &  Electric  Ry.,  .is  given  by  Mr:  W,  W.  Colpitts. 
These  figures  are  of  particular  interest,  for  the  variation  in 
prices  of  materials  during  the  two-year  period  while  work  was 
in  progress  and  as  giving  the  average  cost  of  the  work  on  the 
whole  line  as  well  as  for  individual  structures.  The  culverts 
were  all  box  culverts  with  wing  walls  and  the  abutments  were 
for  girder  bridges.  Walls  and  abutments  were  of  L  section 
with  triangular  or  trapezoidal  counterforts  at  the  back  be- 
tween base  slab  and  coping.  Tlxe  form  work  was  thus  rather 
complex. 

All  work  was  reinforced  concrete,  and  was  done  by  contract 
under  the  following  conditions:  The  work  of  preparing 
foundations,  including  excavation,  pile  driving,  diversions  of 
streams,  etc.,  was  done  by  the  railroad  company,  which  also 
bore  one-half  the  cost  of  keeping  foundations  dry  while  forms 
were  being  built  and  concrete  placed.  The  railroad  company 
also  furnished  the  reinforcing  bars  at  the  site  of  each  opening. 
The  concrete  work  was  let  at  $9  per  cu.  yd.,  which  figure  cov- 
ered all  the  labor  and  materials  necessary  to  complete  the 
work,  other  than  the  exceptions  mentioned.  The  concrete 
proportions  were  1-3-5.    The  cement  used  was  lola  Portland 
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and  Atlas  Portland.  The  sand  was  obtained  from  the  bed  of 
the  Kansas  River  in  Kansas  City.  The  rock  used  was  crushed 
limestone,  passing  a  2-in.  ring  and  freed  from  dust  by  screen- 
ing. Corrugated  reinforcing  bars,  having  an  elastic  limit  of 
from  50,000  to  60,000  lbs.  per  sq.  in.,  manufactured  by  the  Ex- 
panded Metal  &  Corrugated  Bar  Co.  of  St.  Louis,  Mo.,  were 
used  exclusively.  The  concrete  in  the  smaller  structures  was 
mixed  by  hand,  in  the  larger  by  a  No.  i  Smith  mixer.  In  the 
first  structures  built  2-in.  form  lumber  was  used,  with  2  by 
6-in.  studs  placed  3  ft.  on  centers.  This  was  abandoned  later 
for  i-in.  lumber  with  2  by  6-in.  studs,  12  ins.  on  centers,  and 
was  found  to  be  more  satisfactory  in  producing  a  better  face. 
The  structures  were  built  in  the  period  from  April,  1905,  to 
May,  1907. 

The  cost  of  materials  and  the  wages  paid  labor  were  as 
foUow^s : 

Cement — 

Per  barrel  at  structure,  April,  1905 $1.25 

Per  barrel  at  structure,  April,  1907 1.92 

Average  cost  per  barrel  at  mill 1.42 

Freight  per  barrel  0.21 

Hauling  iy2  miles  and  storage 0.12 

Average  cost  at  structure 1.75 

Average  cost  per  cu.  yd.  concrete  (i.i  bbls.) 1.93 

Sand — 

Per  cu.  yd.  at  structure,  April,  1905 $0,625 

Per  cu.  yd.  at  structure,  April,  1907 0.75 

Average  cost  per  cu.  yd.,  river  bank 0.30 

Freight  per  cu.  yd 0.22 

Hauling  I  yi  miles 0.20 

Average  cost  at  structure 0.72 

Average  cost  per  cu.  yd.  concrete  (J/2  cu.  yd.) 0.36 

Stone — 

Per  cu.  yd.  at  structure,  April,  1905 $  I.IO 

Per  cu.  yd.  at  structure,  April,  1907 1.75 

Average  cost  per  cu.  yd.  at  crusher 0.65 

Hauling  4  miles 0.84 

Average  cost  at  structure 1.49 

Average  cost  per  cu.  yd.  concrete  (0.9  cu.  yd.) 1.34 
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Lumber — 

Per  M.  ft.  at  structure,  April,  1905 $I5.CX3 

Per  M.  ft.  at  structure,  April,  1907 22.50 

Average  cost  per  M.  at  structure 19.00 

Average  cost  per  cu.  yd.  concrete 0.49 

Labor —  Max.  Min. 

Common  labor,  cts.  per  hour 20  ,  17 

Carpenters,  cts.  per  hour 40  30 

With  these  prices  and  wages  the  average  cost  of  concrete 
work  for  the  whole  line  was : 

Item.  Per  cu.  yd. 

Form  building  and  removing $1.98 

Mixing  and  placing  concrete 0.74 

Placing  reinforcement - o.io 

Wire,  nails,  water,  etc 0.20 

I.I  bbls.  cement  at  $1.75 1.93 

J4  cu.  yd.  sand  at  $0.72 0.36 

0.9  cu.  yd.  stone  at  $1.49 1.34 

Lumber  for  forms 0.49 

Total    $7.14 

The  following  are  the  costs  of  specific  structures  built  at 
different  times: 

Example  L — Indian  Creek  Culvert.     14x15  ft.,  250  long, 
completed  November,  1905: 

Per  cu.  yd. 

Cement    $1-37 

Sand    34 

Stone    1. 10 

Labor    2.48 

Lumber 76 

Miscellaneous  18 

Total    $6.23 

JtLxample  II. — ^Third  Street  Abutments  and  Retaining  Wall. 
Completed  November,  1906: 
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Per  cu.  yd. 

Cement    $1.78 

Sand    35 

Stone 1.35 

Lumber    .' 74 

Labor    2.75 

Miscellaneous    ' 16 

Total    $7.13 

Example  IIL — Abutments,  Overhead  Crossing  with  Union 
Pacific  and  Rock  Island.    Completed  May,  1907 : 

Per  cu.  yd. 

Cement    $i-92 

Sand 32 

Stone    1.74 

Lumber    98 

Labor 2.96 

Miscellaneous   16 

Total $8.08 

COST  OF  PLATE  GIRDER  BRIDGE  ABUTMENTS.— 

The  following  record  of  the  construction  of  20  abutments  for 
10  four-track  plate  girder  bridges  over  streets  in  Chicago,  111., 
are  given  by  Mr.  W.  A.  Rogers.  The  work  was  done  between 
May  I  and  Oct.  i,  1898,  in  which  time  8,400  cu.  yds.  of  concrete 
were  placed,  all  the  work  being  done  by  company  labor.  The 
forms  were  made  of  2-in.  plank  and  6  x  6-in.  posts  bolted  to- 
gether at  the  top  and  bottom  with  ^-in.  rods.  The  lumber 
was  used  over  and  over  again.  When  the  dressed  plank  be- 
came too  poor  for  the  face  it  was  used  for  the  back.  The  con- 
crete was  I  Portland  cement,  3  gravel  and  4  to  4J/2  limestone 
(crusher  run  up  to  3-in.  size).  A  mortar  face  iy2  ins.  thick 
was  built  up  with  the  rest  of  the  concrete.  The  concrete  was 
made  quite  wet,  and  each  man  ramming  averaged  18  cu.  yds.  a 
day  rammed.  The  concrete  was  mixed  by  a  machine  of  the 
Ransome  type,  operated  by  a  12-HP.  portable  gasoline  engine. 
The  load  was  very  light  for  the  engine,  and  8  HP.  would  have 
been  sufficient.  The  engine  made  235  revolutions  per  minute, 
and  the  pulley  wheels  were  proportioned  so  that  the  mixer 
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made  12  revs,  per  minute.  One  gallon  of  gasoline  was  used 
per  hour,  and  the  mixing  was  carried  on  day  and  night  so  as 
not  to  give  the  concrete  time  to  set.  The  time  required  for 
each  batch  was  2  to  3  mins.,  and  about  J/^  cu.  yd.  of  concrete 
was  delivered  per  batch.  'The  average  output  was  70  cu.  yds. 
per  lo-hr.  shift,  with  a  crew  of  28  men ;  but  as  high  as  96  cu. 
yds.  were  mixed  in  10  hrs.  The  concrete  was  far  superior  to 
hand  mixed  concrete.  The  water  for  the  concrete  was  meas- 
ured in  an  upright  tank  and  discharged  by  a  pipe  into  the 
mixer.  The  sand  and  stone  were  delivered  to  the  mixer  in 
wheelbarrows,  and  the  concrete  was  taken  away  in  wheelbar- 
rows. No  derricks  were  used  at  all.  Each  wheelbarrow  of 
concrete  was  raised  by  a  rope  passing  over  a  pulley  at  the 
top  of  a  gallows  frame,  one  horse  and  a  driver  serving  for 
this  raising.  A  small  gasoline  hoisting  engine  would  have 
been  more  satisfactory  than  the  horse  which  was  worked  to  its 
full  capacity.  After  the  barrows  were  raised  (12  ft.),  they 
were  wheeled  to  the  abutment  forms  and  dumped.  The  empty 
wheelbarrows  were  lowered  by  hand,  by  means  of  a  rope 
passing  over  a  sheave  and  provided  with  a  counterweight  to 
check  the  descent  of  the  barrow.  The  cost  of  the  concrete 
(built  by  company  labor)  was  as  follows : 

Per  cu.  yd. 

Cement,  gravel  and  stone  delivered $3.28 

Material  in  forms  (used  many  times) 11 

Carpenters  building  and  taking  down  forms 34 

Labor   1.18 

Total  per  cu.  yd $4-9i 

The  labor  cost  includes  moving  plant  from  one  bridge  to  the 
next,  building  runways,  gasoline  for  engine,  oil  for  lights  at 
night  and  unloading  materials,  as  well  as  mixing,  transporting 
and  placing  concrete.  Wages  were  $1.75  per  lo-hour  day  for 
laborers  and  $2.50  for  carpenters. 

COST  OF  ABUTMENTS  AND  PIERS,  LONESOME 
VALLEY  VIADUCT.— Mr.  Gustave  R.  Tuska  gives  the  fol- 
lowing on  the  cmcrete  substructure  of  the  Lonesome  Valley 
Viaduct,  near  Knoxville,  Tenn.  There  were  two  U-shaped 
abutments  and  36  concrete  piers  made  of  a  light  limestone 
that  deteriorates  rapidly  when  used  for  masonry.     Derricks 
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were  nt>t  needed  as  would  have  been  the  case  with  masonry 
piers,  and  colored  labor  at  $i  for  ii  hrs.  could  be  used.  The 
piers  were  made  4  ft.  square  on  top,  from  5  to  16  ft.  high,  and 
with  a  batter  of  i  in.  to  the  foot.  The  abutments  average 
26  ft.  high,  26  ft.  long  on  the  face,  with  wing  walls  27  ft.  long ; 
the  wall  at  the  bridge  seat  is  5  ft.  thick,  and  the  wing  walls 
are  3V2  ft.  wide  on  top.    Batters  are  i  in.  to  the  foot. 

The  forms  were  made  of  2-in.  tongued  and  grooved  plank, 
braced  by  posts  of  2  x  lo-in.  plank  placed  3  ft.  c.  to  c.  for  the 
abutments,  and  at  each  corner  for  the  piers.  At  the  comers 
one  side  was  dapped  into  the  other,  so  as  to  prevent  leakage 
of  cement.  The  posts  were  braced  by  batter  posts  from  the 
earth.  For  the  piers  a  square  frame  was  dropped  over  the 
forms  and  spiked  to  the  posts.  The  abutment  forms  were 
built  up  as  the  concreting  progressed.  The  north  abutment 
forms  were  made  in  sections  6  ft.  high,  held  by  ^-in.  bolts 
buried  in  the  concrete.  The  lower  sections  were  removed 
and  used  again  on  the  upper  part  of  the  work,  thus  saving 
plank.  The  inside  of  forms  was  painted  with  a  thin  coat  of 
crude  black  oil.    The  same  form  was  used  for  several  piers. 

The  concrete  was  1-2-5,  the  barrel  being  the  unit  of  measure, 
making  about  ^  cu.  yd.  of  concrete  per  batch.  The  mortar 
was  mixed  with  hoes,  but  shovels  were  used  to  mix  in  the 
stone.  By  passing  the  blade  of  a  shovel  between  the  form 
and  the-  concrete,  the  stone  was  forced  back  and  a  smooth 
mortar  face  was  secured.  Rammers  weighing  30  to  40  lbs. 
were  used  for  tamping.  Two  days  after  the  completion  "of  a 
pier  the  forms  were  removed.  The  concrete  was  protected 
from  the  sun  by  twigs,  and  was  watered  twice  a  day  for  a 
week.  It  was  found  by  actual  measurement  that  i  cu.  yd.  "of 
concrete  (1-2-5),  the  ingredients  being  measured  in  barrels, 
consisted  of  ij4  bbls.  of  Atlas  cement,  10  cu.  ft.  of  sand,  and 
26y2  cu.  ft.  of  stone.  The  total  amount  of  concrete  was  926 
cu.  yds.  of  which  two-thirds  was  in  the  two  abutments.  The 
work  was  done  (in  1894).  by  contract,  for  $7  per  cu.  yd., 
cement  costing  $2.80  per  bbl.,  sand  30  cts.  per  cu.  yd.,  and 
wages  $1  a  day.  A  slight  profit  was  made  at  this  price.  A 
gang  of  15  men  and  a  foreman  would  mix  and  lay  about  40 
cu.  yds.  in  11  hrs.  when  not  delayed  by  lack  of  materials.  The 
cost  of  making  the  concrete,  with  wages  at  $1  a  day,  was : 
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Cts.  per 

cu.  yd. 

1  man  filling  sand  barrels  and  handling  water 2.7 

2  men  filling  rock  barrels 5.4 

4  men  mixing  sand  and  cement 10.6 

4  men  mixing  stone  and  mortar 10.6 

2  men  wheeling  concrete 5.3 

I  man  spreading  concrete   2.7 

I  man  tamping    2.7 

I  foreman    5.0 

Total  labor   45.0 

COST  OF  HAND  MIXING  AND  WHEELBARROW 
WORK  FOR  FOUR  BRIDGE  PIERS.— The  following  fig- 
ures of  the  cost  of  hand-mixed  concrete  for  bridge  piers  and 
abutments  are  given  by  Mr.  Fred  R.  Charles  of  Richmond, 
Ind.  The  figures  cover  three  jobs.  All  concrete  was  mixed 
by  hand  and  with  one  exception  noted  below  was  moved  to 
place  in .  wheelbarrows.  The  concrete  was  a  i-2}/^-5)^  mix- 
ture. In  this  connection  it  is  well  to  note  that  in  one  or  two 
of  the  jobs  where  the  proportion  of  the  aggregate  seems  too 
small  for  the  yardage  of  concrete  the  difference  is  accounted 
for  by  the  fact  that  large  stones  were  placed  in  the  founda- 
tions, these  stone  being  on  the  ground  and  costing  nothing 
but  the  labor  to  throw  them  in. 

Job  L — The  first  job  consisted  of  the  construction  of  one 
abutment  and  six  piers  for  a  bridge  over  the  Miami  River  at 
Fernald,  O.  The  stone  was  procured  on  the  site  and  crushed 
by  a  portable  crusher  run  by  a  traction  engine.  The  rough 
stone  cost  10  cts.  a  cubic  yard,  and  this,  with  the  cost  of 
handling,  fuel  and  hire  of  engine  and  crusher,  made  the  cost  of 
crushed  stone  about  $1  per  cu.  yd.  Sand  was  obtained  close  to 
the  work,  but  the  cement  had  to  be  teamed  10  miles.  Labor 
was  paid  $1.75  per  day.  The  cost  of  materials  and  labor  per 
cubic  yard  of  concrete  in  place  was  as  follows: 
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Item.  Per  cu.  yd. 

1. 16  bbls.  cement  at  $2.10 $1.58 

Sand    0.35 

Stone    0.75 

Lumber  0.64 

Tools,   hardware,   etc 0.20 

Labor  (including  15  cts.  per  cu.  yd.  for  pumping) 2.78 

Total  materials  and  labor $6.30 

Job  11. — The  second  job  was  the  construction  of  two  abut- 
ments containing  434  cu.  yds.  of  concrete  for  a  viaduct  at 
Ernst  Street,  Cincinnati,  O.  The  abutments  were  constructed 
at  the  street  and  the  excavation  was  clay  and  shale.  Labor 
received  $1.75  per  day.  The  cost  of  materials  and  labor  per 
cubic  yard  of  concrete  in  place  was  as  follows : 

Materials —  Per  cu.  yd. 

376  bbls.  cement  at  $1.70 $1.48 

224  cu.  yds.  sand  at  $1.20 0.64 

255  cu.  yds.  stone  at  $1.55 i.oo 

Lumber    0.40 

Tools,  hardware,  etc 0.06 

Total  materials  $3.58 

Labor — 

Clearing   and    excavating $1.12 

Mixing  and  placing  concrete 1.13 

Building  forms,  etc 0.25 

I  Total  labor   $2.50 

'  Total  labor  and  materials $6.08 

Job  III. — This  job  consisted  in  placing  570  cu.  yds.  of  con- 
crete in  the  pedestals  for  a  viaduct  at  Quebec  Avenue,  Cincin- 
nati, O.  The  pedestals  were  5  ft.  square  on  top  and  from  8  to 
20  ft.  high.  The  location  of  the  work  was  very  inconvenient 
for  the  delivery  of  materials,  all  materials  having  to  be  teamed 
or  wheeled.  Labor  was  paid  $1.75  per  day.  The  cost  of  labor 
and  materials  per  cubic  yard  of  concrete  in  place  was  as 
follows : 
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Item.  Per  cu.  yd 

500  bbls.  cement  at  $1.60 .$1.40 

239  cu.  yds.  sand  at  $1.25 0.53 

560  cu.  yds.  stone  at  $1.88 1.84 

Lumber    0.38 

Tools,  hardware,  etc 0.05 

Labor   ^ 2.96 

Total  labor  and  materials $7.16 

Job   IV. — This    job   consisted   in   placing   2,111    cu.   yds.    of 
concrete  in  a  railway  viaduct  at  Cincinnati,  O.     For  one  pier 

56  ft.  high  the  concrete  was  raised  to  place  by  a  derrick ;  for 

the  remainder  of  the  work  it  was  wheeled  or  teamed  to  place. 

Labor  was  paid  $1.75  per  day.    The  cost  of  labor  and  materials 

per  cubic  yard  of  concrete  in  place  was  as  follows : 

Item.  Per  cu.  yd. 

1,908  bbls.  cement  at  $1.60 $i-44 

1,105  cu.  yds.  sand   at  $1.95 0.50 

1,468  cu.  yds.,  stone  at  $1.48 1.03 

Lumber 0.54 

Tools,  hardware,  etc 0.25 

Water  ! 0.03 

Labor    3-44 

Total  labor  and  materials , .  .$7.23 


CHAPTER   XIII. 

METHODS  AND  COST  OF  CONSTRUCTING  RETAIN- 
ING WALLS. 

Concrete  retaining  wails  may  for  construction  purposes  be 
divided  into  two  classes:  Plain  concrete  walls  of  gravity  sec- 
tion and  reinforced  concrete  walls  consifting  of  a  thin  slab 
taking  the  thrust  of  the  earth  as  a  cantilever  anchored  to  a 
base  slab  or  as  a  flat  beam  between  counterforts.  The  rein- 
forced wait  requires  much  less  concrete  for  a  given  height 
than  does  the  plain,  gravity  wall,  but  the  concrete  is  more  ex- 


Flg.   SO.— Com  pari  hon  of  Plain   and   Relnforcpa   Sections   for  KeUlnlng  Wuiln 
(V.    E.    Grull). 

pensive  owing  to  the  reinforcement  and  to  the  more  complex 
form  of  construction,  and,  in  some  measure,  to  the  greater  cost 
of  placing  the  mixture  in  narrow  forms  and  around  reinforce- 
ment. It  is  common,  too,  to  rc(iuire  a  richer  concrete  for  the 
reinforced  than  for  the  plain  wall. 

COMPARATIVE  ECONOMY  OF  PLAIN  AND  REIN- 
FORCED CONCRETE  WALLS.— .'rior  to  the  construction 
of  some  2,000  ft.  of  retaining  wall  ranging  in  height  from  2  ft. 
259 
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to  38  ft.,  at  Seattle,  Wash.,  calculation  was  made  by  the  en- 
gineers of  the  Great  Northern  Ry.  to  determine  the  compara- 
tive economy  of  plain  concrete  and  reinforced  concrete  sec- 
tions. The  sections  assumed  were  those  shown  by  Fig.  98,  and 
comparisons  were  made  at  heights  of  10,  20,  30  and  40  ft.,  with 
the  following  results : 

Height  in                            Plain.  Reinforced.  Per  cent, 

feet.                          Cu.  yds.  per  ft.  Cu.  yds.  per  ft.  Saving. 

10    1.63  1.29  20.4 

20    4.08  2.59  36.4 

30 8.40  4.73  43.3 

40    1470  8.07  45.0 

The  saving  in  concrete  increased  as  the  height  of  the  wall 
increased ;  for  a  40-ft.  wall  reinfor jed  concrete  at  nearly 
double  the  cost  per  cubic  yard  in  place  would  be  as  cheap  as 
plain  concrete. 
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Fig.   99. — Comparison  of  Plain   and  Reinforced   Sections  for  Retaining  Wall 

{F.   F.   Sinks). 


Taking  substantially  the  section  of  reinforced  wall  being 
used  on  the  Chicago  track  elevation  work  of  the  Chicago,  Bur- 
lington &  Quincy  R.  R.,  and  comparing  it  with  a  plain  wall  as 
shown  by  Fig.  99,  Mr.  F.  F.  Sinks  obtained  the  following 
results : 

Plain  Wall,  Cost  per  Lineal  Foot — 

4.8  cu.  yds.  concrete  at  $4 $19.20 

115  ft.  B.  M.  of  forms  at  $31 3.56 

Total  4.8  cu.  yds.  at  $4.74 $22.76 
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Reinforced  Wall,  Cost  per  Lineal  Foot — 

3.46  cu.  yds.  concrete  at  $4.10 $14.18 

H5  ft.  B.  M.  of  forms  at  $31 3.56 

109  lbs.  reinforcing  steel  at  3^  cts 3.54 

1.34  cu.  yds.  extra  fill  at  20  cts 0.27 

0.32  cu.  yd.  extra  excavation  at  20  cts 0.06 

Total,  3.46  cu.  yds.  concrete  at  $6.25 $21.61 

The  saving  in  this  case  was  $1.15  per  lineal  foot  of  wall  with 
tlie  unit  cost  of  reinforced  concrete  in  place  24  per  cent. 
greater  than  the  unit  cost  of  plain  concrete.  It  will  be  noted 
that  there  is  some  28  per  cent,  less  concrete  per  lineal  foot  of 
wall  in  the  reinforced  section  and  also  that  this  section  is  so 
designed  that'the  form  work  is  about  as  simple  for  one  section 
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Fig.   100.— Forms  for  Retaining  WhJI  Work,  N.   T.   C,  &  H.  H,  R.   B. 

as  for  the  other.  Another  point  to  be  noticed  is  that  there  is 
no  saving  in  excavation  by  using  a  reinforced  section  instead 
of  a  gravity  section,  in  fact  the  excavation  runs  slightly  more 
for  the  reinforced  section. 

FORM  CONSTRUCTION.— Retaining  wall  work  often 
affords  an  opportunity  for  constructing  the  forms  in  panels 
and  this  opportunity  should  be  taken  advantage  of  when  pos- 
sible. Several  of  the  walls  described  later  give  examples  of 
form  work  that  may  be  studied  with  profit  in  this  respect. 

Figure  100  shows  a  panel  form  construction  employed  on 
the  New  York  Central  &  Hudson  River  R.  R.  The  3x8-in. 
studs  are  erected,  care  being  taken  to  get  them  in  proper  line 
and  to  true  batter  and  also  to  brace  them  rigidly  by  diagonal 
props.     Generally  the  studding  is  erected  for  a  section  of  wall 
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50  ft.  long  at  one  time.  The  lagging,  made  in  panels  2j4  ft. 
wide  and  10  ft.  long,  by  nailing  2-in.  plank  to  2x4-in.  cleats, 
is  attached  to  the  studding  a  panel  at  a  time  and  beginning 
at  the  bottom,  by  means  of  the  straps,  wedges  and  blocks 
shown.  Five  bottom  panels  making  a  form  2^4  ft.  high  and 
50  ft.  long  are  placed  first.  When  the  concrete  has  been 
brought  up  nearly  to  the  top.  of  these  panels,  a  second  row 
of  panels  is  placed  on  top  of  the  first.  When  it  is  judged  that 
the  concrete  is  hard  enough  the  lowermost  panels  are  loosened 
and  made  free  by  removing  the  wedges,  blocks  and  straps 
and  the  panels  are  drawn  out  endwise  from  behind  the  stud- 
ding and  used  over  again  for  one  of  the  upper  courses.  The 
small  size  of  the  panels  makes  it  practicable  to  lay  bare  the 
concrete  while  it  is  yet  soft  enough  to  work  with  a  float  or  to 
finish  by  scrubbing  as  described  in  Chapter  VIII.  In  cases 
where  this  object  is  not  sought,  panels  of  much  larger  size  may 
be  used.  Working  with  panels  2^  x  12J/2  ft.  of  2-in.  plank  it 
was  found  that  each  panel  could  be  used  16  times  before  be- 
coming unfit  for  further  use,  but  as,  owing  to  the^nicety  of 
molded  surface  demanded,  panels  were  discarded  when  show- 
ing comparatively  small  blemishes,  this  record  cannot  be  taken 
as  a  true  indication  of  the  life  of  such  forms.  These  panel 
forms  are  used  by  the  railway  named  for  long  abutments  and 
piers  as  well  as  for  retaining  walls. 

A  diflFerent  type  of  sectional  form  construction  is  illustrated 
by  Figs.  loi  and  102.  It  has  been  extensively  used  for  retain- 
ing wall  work  by  the  Chicago,  Burlington  &  Quincy  R.  R. 
The  studding  and  waling  are  framed  in  units  as  shown.  The 
lagging  is  framed  in  panels  for  the  rear  of  the  wall,  for  the 
face  of  the  coping,  and  for  the  inclined  toe  of  the  wall,  and  is 
ordinary  sheathing  boards  for  the  main  face  of  the  wall.  The 
make-up  of  the  several  panels  is  shown  by  the  drawings.  The 
reason  for  using  ordinary  sheathing  instead  of  panels  for  the 
face  of  the  wall  is  stated  by  Air.  L.  J.  Hotchkiss,  Assistant 
Bridge  Engineer,  to  be  that  "the  sections  become  battered  and 
warped  with  use,  do  not  fit  closely  together,  and  leave  the  wall 
rough  when  they  are  removed."  The  manner  of  bracing  the 
form  and  of  anchoring  it  down  against  the  up-thrust  of  the 
wet  concrete  is  shown  by  Fig.  102. 
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Two  other  examples  of  sectional  form  construction  are 
given  ill  the  succeeding  descriptions  of  work  for  the  Grand 
Central  Station  terminal  in  New  York  City  and  for  the  Clii- 
cago  Drainage  Canal,  In  the  former  work  it  is  notable  that 
paneh  51x20  ft.  were  used,  being  handled  by  locomotive 
crane.  The  panels  used  on  the  drainage  canal  work  and  in  the 
forms  previously  described  are  of  sizes  that  can  be 
taken  down  and  erected  by  hand,  and  the  means  of  handling 
them  should  always  be  given  consideration  in  deciding  on  the 
sizes  to  be  adopted  for  form  panels  not  only  in  wall  construc- 
tion but  in  any  other  class  of  work  where  sectional  forms  may 
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be  used.  Wet  spruce  or  yellow  pine  will  weigh  ^'/i  lbs.  per  ft. 
li.  W.,  so  that  a  panel  10  x  2>i  ft.  made  of  2-in.  plank  and  three 
zx4-in.  battens  will  weigh  some  225  lbs.  In  form  work 
where  the  panels  are  removed  and  re-erected  in  succession 
facility  in  handling  is  an  important  matter.  When  one  figures 
that  he  may  handle  both  the  concrete  and  the  form  panels 
with  it  a  cableway  or  a  locomotive  crane  becomes  a  tool  well 
worth  considering  in  heavy  wall  work. 

Three  details  in  retaining  wall  form  work  that  are  often 
sources  of  annoyance  out  of  proportion  to  their  magnitude  are 
alignment,  coping  construction  and  wall  ties.  Small  varia- 
tions from  line  in  the  face  of  the  wall  are  seldom  noticeable, 
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but  a  wavy  coping  shows  at  a  glance.  For  this  reason  it  is 
often  wise  to  build  the  coping  after  the  main  body  of  the  wall 
has  been  stripped,  or  if  both  are  built  together  to  provide  in 
the  forms  some  independent  means  of  lining  up  the  coping 
molds.  In  the  form  shown  by  Fig.  loi  the  latter  is  done  by 
bracing  the  coping  panel  so  as  to  permit  it  to  be  set  and  lined 
up  independently  of  the  main  form.  A  separate  form  for  mold- 
ing the  coping  after  the  main  body  of  the  wall  is  completed 

may  be  constructed  Ss  shown  by  Fig.  103.  Bolts  at  B  and  C 
permit  the  yokes  to  be  collapsed  and  the  form  to  be  shifted 
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Pig.    102. — Sketch    Showing    Method    of   Bracing   Form   Shown   by   Fig.    101. 

ahead  as  the  work  advances.  This  mold  provides  for  beveling 
the  top  edges  of  the  coping  and  also  the  edge  of  the  overhang, 
and  the  'beveling  or  rounding  of  these  edges  should  never  be 
omitted  where  a  neat  appearance  is  desired.  It  is  not  essen- 
tial, however,  that  this  finishing  be  done  in  the  molds.  By 
stripping  the  concrete  while  it  is  still  pliable  the  edges  can  be 
worked  down  by  the  ordinary  cement  sidewalk  edger. 

Wall  ties  are  commonly  used  to  hold  the  face  and  back 
forms  to  proper  spacing,  but  occasionally  they  are  not  per- 
mitted.    In  the  latter  case  the  bracing  must  be  arranged  to 
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hold  the  forms  from  tipping  inward  as  well  as  from  being 
thrust  outward.  A  good  arrangement  is  that  shown  by  Fig, 
102.  In  fastening  the  forms  with  ties  the  choice  is  usually 
■between  long  bolts  which  are  removed  when  the  molds  are 
taken  down  and  wire  ties  which  are  left  embedded  in  the  con- 
crete. The  selection  to  be  made  depends  upon  the  character 
of  the  work.  When  sectional  forms  are  used  like  the  one 
shown  by  Fig.  lOi,  for  long  stretches  of  wall  of  nearly  uni- 
form cross-section  bolts  are  generally  more  economical  and 
always  more  secure.    If  the  bolts  are  sleeved  with  scrap  gas 
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FIs.  103, — Ssctloiitl  Form  for  ConatructlriK  Coping, 
pipe  having  the  ends  corked  with  waste  the  bolts  can  be 
removed  ordinarily  without  difficulty.  To  make  the  pipe 
sleeve  serve  also  as  a  spacer  the  end  next  the  face  may  be 
capped  with  a  wooden  washer  which  is  removed  and  the  hole 
plastered  when  the  forms  are  taken  down.  With  bolt  ties  the 
forms  can  be  filled  to  a  depth  of  15  to  20  ft  with  sloppy  con- 
crete. This  is  hardly  safe  with  wire  ties  unless  more  wire  and 
better  tieing  are  employed  than  is  usual.  It  takes  four  strands 
of  No.  10  to  give  the  same  working  stress  as  a  Yi-in.  threaded 
rod  and  the  tieing  in  of  four  strands  of  wire  so  that  they  will 
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be  without  slack  and  give  is  a  task  requiring  some  skill.  Bolts 
are  much  more  easily  placed  and  made  tight.  In  tlie  matter 
oC  cost  of  metal  left  in  the  wall,  the  question  is  between  the 
cost  of  scrap  gas  pipe  and  of  wire;  the  pound  price  of  the 
wire  is  greater  but  fewer  pounds  are  used  and  the  metal  is  in 
more  convenient  shape  to  cut  to  length  and  to  handle.  This 
convenience  in  shaping  the  tie  to  the  work  gives  the  advan- 
tage to  wire  ties  for  isolated  jobs  or  jobs  which  involve  a  con- 
tinual change  in  the  length  and  spacing  of  the  ties.  In  general 
the  contractor  will  find  bolts  preferable  where  sectional  forms 
are  used  and  wire  ties  preferable  when  using  continuous 
forms. 

One  objection  urged  against  the  use  of  wire  ties  is  that  the 
metal  is  exposed  at  the  face  of  the  work  when  they  are  clipped 
off  unless  the  concrete  is  chipped  and  the  cavity  plastered. 
To  obviate  this  objection  various  forms  of  removable  "heads" 
have  been  devised.    Two  such  devices  are  shown  by  Figs.  104 
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Fig.  104.— Tie  for  WaU  Forms.  Fig.   105.— Tie   for  Wall  Forms. 

and  105.  In  both  the  bolt  is  unscrewed,  leaving  the  "heads" 
embedded.  I'he  head  shown  by  Fig.  104  has  the  advantage 
that  it  can  be  made  by  any  blacksmith,  while  the  head  shown 
by  Fig.  105  is  a  special  casting. 

MIXING  AND  PLACING  CONCRETE.— Where  a  long 
stretch  of  wall  is  to  be  built  the  system  of  mixing  and  handling 
.the  concrete  must  be  capable  of  being  shifted  along  the  work. 
For  isolated  walls  of  short  length  this  problem  is  a  simpler 
one.  Where  the  mixer  can  be  installed  on  the  bank  above, 
wheeling  to  chutes  reaching  down  to  the  work  is  the  best  solu- 
tion. As  shown  in  Chapter  IV  concrete  can  be  successfully 
and  economically  chuted  to  place  to  a  greater  extent  than 
most  contractors  realize.  Where  the  mixer  has  to  be  installed 
at  the  foot  of  the  wall  wheelbarrow  inclines,  derricks,  gallows 
frames,  etc.,  suggest  themselves  as  means  of  handling  the  con- 
crete.    It  is  not  this  class  of  work,  however,  but  the  long 
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stretches  of  heavy  section  walls  such  as  occur  in  depressed  or 
elevated  railway  work  in  cities  that  call  for  thought  in  the 
arrangement  and  selection  of  mixing  and  handling  plant. 

In  building  the  many  miles  of  retaining  wall  in  the  work  of 
doing  away  with  grade  crossings  in  Chicago,  111.,  trains  made 
up  of  a  mixer  car  and  several  material  cars  have  been  used. 
The  mixer  is  mounted  on  a  flat  car  set.  at  the  head  of  the 
train  and  is  covered  by  a  decking  cafrying  two  charg- 
ing hoppers  set  above  the  mixer.  The  material  cars  are 
arranged  behind,  the  sand  and  stone  or  gravel  being  in  gon- 
dola cars.  Portable  brackets  hooked  to  the  sides  of  the 
gondola  cars  carry  runways  for  wheelbarrows.  Sand  and 
stone  or  gravel  are  wheeled  to  the  charging  hoppers,  the  work 
being  continuous  since  one  hopper  is  being  filled  while  the 
other  is  being  discharged  into  the  mixer.  The  mixer  dis- 
charges either  into  a  chute,  wheelbarrows  or  buckets.  The 
foregoing  is  the  general  arrangement ;  it  is  modified  in  special 
instances,  as  is  mentioned  further  on.  The  chief  objection  to 
the  method  is  the  difficulty  of  loading  the  wheelbarrows  stand- 
ing on  runways  level  with  the  tops  of  the  gondola  sides.  The 
lift  from  the  bottom  of  the  car  is  excessive,  and  as  pointed  out 
previously,  shoveling  stone  or  gravel  by  digging  into  it  from 
the  top  is  a  difficult  task. 

The  delivery  of  the  concrete  into  the  forms  was  accom- 
plished by  chute  where  possible,  otherwise  by  wheelbarrows 
or  cranes,  and  in  one  case  by  belt  conveyor.  In  the  last  in- 
stance the  mixer  car  was  equipped  with  a  Drake  continuous 
mixer, and  was  set  in  front.  Behind  it  came  three  or  four 
gondola  cars  of  sand  and  stone,  and  at  the  rear  end  a  box  car 
of  cement.  All  material  was  wheeled  on  side  runways  to  two 
charging  hoppers  over  the  mixer.  The  mixer  discharged  onto 
a  belt  conveyor  carried  by  a  25-ft.  boom  guyed  to  an  A-frame 
on  the  car  and  pivoted  at  the  car  end  to  swing  180**  by  means 
of  a  tag  line.  The  outer  end  of  the  conveyor  was  swung  over 
the  forms.  A  ^-in.  wire  rope  wrapped  eight  times  around 
two  drums  on  the  mixer  car  and  passing  through  slots  in  the 
floor  to  anchors  placed  one  500  ft.  in  front  and  one  500  ft. 
to  the  rear  enabled  the  train  to  be  moved  back  and  forth 
along  the  work.  This  scheme  of  self-propulsion  saved  the  hire 
of  a  locomotive.     In  another  case  the  mixer  was  discharged 


268  CONCRETE    CONSTRUCTION. 

into  buckets  which  were  handled  by  a  crane  traveling  back 
and  forth  along  a  track  laid  on  two  flat  cars. 

Another  type  of  movabie  mixer  plant  used  in  constructing 
a  sea-wall  some  3^  miles  long  at  Galveston,  Tex.,  is  shown  by 


Fig.   103.— Bide   raevatlon   of   Trayellng   Mixer   Plant.   Galvestan   Sea   Wall. 

Figs.  106  and  107.  Two  of  these  machines  mixed  and  placed 
some  127,000  cu.  yds.  of  concrete,  in  i  cii.  yd.  batches.  Two 
I2-HP,  engines  operated  the  derricks  and  one  16-HP.  engine 
operated  the  Smith  mixer ;    all   engines  took   steam  from  a 


a  Elevation  at  Traveling  Mucbt,  Oalveston  Sea  Wall. 


50-HP.  boiler.  The  rated  capacity  of  each  machine  was  300  to 
350  cu,  yds,  per  day.  The  method  of  operation  is  clearly  indi- 
cated by  the  drawings. 
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Placing  the  concrete  in  the  forms  is  generally  required  to  be 
done  in  layers ;  with  wet  mixtures  this  means  little  more  than 
distributing  the  concrete  somewhat  evenly  along  the  wall  and 
slicing  and  puddling  it  to  get  rid  of  air  and  prevent  segre- 
gation. Where  mortar  facing  is  required  the  face  form  de- 
scribed in  Chapter  VIII  may  be  used.  A  reasonably  good 
surface  can  be  secured  without  mortar  facing  by  spading  the 
face.  With  dry  concrete,  placing  and  ramming  in  layers,  calls 
for  such  care  as  is  necessary  in  dry  concrete  work  everywhere. 
W^here  new  concrete  has  to  be  placed  on  concrete  placed  the 
day  before,  good  bond  may  be  secured  and  the  chance  of 
efflorescence  be  reduced  by  the  methods  described  in  Chap- 
ter VIII. 

WALLS  IN  TRENCH.— In  canal  excavation,  in  subway 
work  in  cities,  and  the  like,  it  is  often  necessary  to  dig 
trenches  and  build  retaining  walls  in  them  before  excavating 
the  core  of  earth  between  the  walls.  The  following  examples 
of  such  work  are  taken  from  personal  records : 

Example  L — A  Smith  mixer  was  used,  the  concrete  being 
delivered  where  wanted  by  a  Lambert  cableway  of  400  ft. 
span.  The  broken  stone  and  sand  were  delivered  near  the 
work  in  hopper-bottom  cars  which  were  dumped  through  a 
trestle  onto  a  plank  floor.  Men  loaded  the  material  into  one- 
horse  dump  carts  which  hauled  it  900  ft.  to  the  mixer  platform. 
This  platform  was  24x24  ft.  square,  and  5  ft.  high,  with  a 
planked  approach  40  ft.  long  and  contained  7,500  ft.  B.  M. 
The  stone  and  sand  were  dumped  at  the  mouth  of  the  mixer 
and  shoveled  in  by  4  men.  Eight  men,  working  in  pairs, 
loaded  the  broken  stone  into  the  carts,  and  2  men  loaded  the 
sand.  Each  cart  was  loaded  with  about  70  shovelfuls  of  stone 
on  top  of  which  35  shovelfuls  of  sand  were  thrown.  It  took 
3  to  5  minutes  to  load  on  the  stone  and  i  minute  to  load  the 
sand.  The  carts  traveled  very  slowly,  about  150  ft.  a  minute — 
in  fact,  all  the  men  on  the  job,  including  the  cart  drivers,  were 
slow.  After  mixing,  the  concrete  was  dumped  into  iron 
buckets  holding  14  cu.  ft.  water  measure,  making  about  ^  cu. 
yd.  in  a  batch.  The  buckets  were  hooked  on  to  the  cableway 
and  conveyed  where  wanted  in  the  wall.  Steam  for  running 
the  mixer  was  taken  from  the  same  boiler  that  supplied  the 
cableway  engine.    The  average  output  of  this  plant  was  100 
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cu.  yds.  of  concrete  per  lo-hour  day,  although  on  many  days 

the  output  was  125  cu.  yds.,  or  250  batches.  The  cost  of 
mixing  and  placing  was  as  follows,  on  a  basis  of  100  cu.  yds. 
per  day: 

Per  day.  Per  cu.  yd. 

8  men  loading  stone  into  carts $12.00  $  .12 

2  men  loading  sand  into  carts 3.00  .03 

I  cart  hauling  cement 3.00  .03 

8  carts  hauling  stone  and  sand 24.00  .24 

4  men  loading  mixer 6.00  .06 

1  man  dumping  mixer 1.50  .01 

2  men  handling  buckets  at  mixer. . . .       3.00  .03 
6  men  dumping  buckets  and  ramming      9.00  .09 

12  men  making  forms  at  $2.50 30.00  .30 

I  cable  engineman 3.00  .03 

I  fireman    2.00  .02 

I  foreman   ., 6.00  .06 

I  water-bov   i.oo  .01 

I  ton  coal  for  cableway  and  mixer. . . .  4.00  .04 

■ 

Total    $107.50  $1.07 

In  addition  to  this  cost  of  $1.07  per  cu.  yd.  there  was  the 
cost  of  moving  the  whole  plant  for  every  350  ft.  of  wall.  This 
required  2  days,  at  a  cost  of  $100,  and  as  there  were  about 
1,000  cu.  yds.  of  concrete  in  350  ft.  of  wall  16  ft.  high,  the  cost 
of  moving  the  plant  was  10  cts.  per  cu.  yd.  of  concrete,  bring- 
ing the  total  cost  of  mixing  and  placing  up  to  $1.17  per  cu. 
yd.    As  above  stated,  the  whole  gang  was  slow. 

The  labor  cost  of  making  the  forms  was  high,  for  such 
simple  and  heavy  work,  costing  $10  per  M.  of  lumber  placed 
each  day.  The  forms  were  2-in.  sheeting  plank  held  by 
4  X  6-in.  upright  studs  2J/4  ft.  apart,  which  were  braced  against 
the  sides  of  the  trench  The  face  of  the  forms  was  dressed 
lumber  and  all  cracks  were  carefully  puttied  and  sandpapered. 

The  above  costs  relate  only  to  the  massive  part  of  the  wall 
and  not  the  cost  of  putting  in  the  facing  mortar,  which  was 
excessively  high.  The  face  mortar  was  2  ins.  thick,  and  about 
3.!4  cu.  yds.  of  it  were  placed  each  day  with  a  force  of  8  men ! 
Two  of  these  men  mixed  the  mortar,  2  men  wheeled  it  in  bar- 
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rows  to  the  wall,  2  men  lowerea  it  in  buckets,  and  2  men  put 
it  in  place  on  the  face  of  the  wall.  If  we  distribute  this  labor 
cost  on  the  face  mortar  over  the  100  cu.  yds.  of  concrete  laid 
each  day,  we  have  another  12  cts.  per  cu.  yd. ;  but  a  better 
way  is*  to  regard  this  work  as  a  separate  item,  and  estimate  it 
as  square  feet  of  facing  work.  In  that  case  these  8  men  did 
500  sq.  ft.  of  facing  work  per  day  at  a  cost  of  nearly  2^2  cts. 
per  sq.  ft.  for  labor. 

Example  IL — The  building  of  a  wall  similar  to  the  ooc  just 
described  was  done  by  another  gang  as  follows:  The  stone 
and  sand  were  delivered  in  flat  cars  provided  with  side  boards. 
In  a  stone  car  5  men  were  kept  busy  shoveling  stone  into  iron 
dump  buckets  having  a  capacity  of  20  cu.  ft.  water  measure. 
Each  bucket  was  filled  about  two-thirds  full  of  stone,  then  it 
was  picked  up  by  a  derrick  and  swung  over  to  the  next  car 
which  contained  sand,  where  two  men  filled  the  remaining 
third  of  the  bucket  with  sand.  The  bucket  was  then  lifted 
and  swung  by  the  derrick  over  to  the  platform  of  the  mixer 
where  it  was  dumped  and  its  contents  shoveled  by  four  men 
into  the  mixer,  cement  being  added  by  these  men.  The  mixer 
was  dumped  by  two  men,  loading  iron  buckets  holding  about 
yi  cu.  yd.  of  concrete  each,  which  was  the  size  of  each  batch. 
A  second  derrick  picked  up  the  concrete  bucket  and  swung  it 
over  to  a  platform  where  it  was  dumped  by  one  man  ;  then  ten 
men  loaded  the  concrete  into  wheelbarrows  and  wheeled  it 
along  a  runway  to  the  wall.  One  man  assisted  each  barrow  in 
dumping  into  a  hopper  on  the  top  of  a  sheet-iron  pipe  which 
delivered  the  concrete.  The  two  derricks  were  stiflf-leg  der- 
ricks with  40-ft.  booms,  provided  with  bull-wheels,  and  oper- 
ated by  double  cylinder  (7  x  lo-in.)  engines  of  18-HP.  each. 
About  I  ton  of  coal  was  burned  daily  under  the  boiler  supply- 
ing steam  to  these  two  hoisting  engines.  The  output  of  this 
plant  was  200  batches  or  100  cu.  yds.  of  concrete  per  lo-hr. 
day,  when  materials  were  promptly  supplied  by  the  railroad ; 
but  delays  in  delivering  cars  ran  the  average  output  down  to 
80  cu.  yds.  per  day. 

On  the  basis  of  100  cu.  yds.  daily  output,  the  cost  of  mixing 
and  placing  the  concrete  was  as  follows : 
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Per  day.  •  Per  cu.  yd, 

5  men  loading  stone  $  7.50  $  -07^ 

2  men  loading  sand   3.00  .03 

4  men  charging  mixer 6.00  .06 

2  men  loading  concrete  into  buckets.       3.00  .03 

I  man  dumping  concrete  from  buckets  1.50  .01 J4 

10  men  loading  and  wheeling  concrete  15.00  .15 

1  man  dumping  wheelbarrows 1.50  .01 J^ 

3  men  spreading  and  ramming 4.50  -04/4 

2  enginemen    5.00  .05 

I  fireman    ■  2.00  .02 

I  water-boy  i.oo  .01 

I  foreman    6.00  .06 

10  men  making  forms 25.00  .25 

I  ton  coal * 4.00  .04 

Total    85.00  $  .85 

In  addition  there  were  8  men  engaged  in  mixing  and  plac- 
ing the  2-in.  facing  of  mortar  as  stated  above. 

CHICAGO  DRAINAGE  CANAL.— The  method  and  cost 
of  constructing  some  20,000  ft.  of  concrete  wall  by  contract  in 
building  the  Chicago  Drainage  Canal  is  compiled  from  records 
kept  by  Mr.  James  W.  Beardsley.  The  work  was  done  on  two 
separate  sections,  Section  14  and  Section  15.  In  both  cases 
a  1-1^-4  natural  cement  concrete  was  used  with  a  3-in.  facing 
and  a  3-in.  coping  of  1-3  Portland  cement  mortar. 

Section  14. — The  average  height  of  the  wall  was  10  ft.,  and 
the  thickness  at  base  was  one-half  the  height.  The  stone  for 
the  concrete  was  obtained  from  the  spoil  bank  of  the  canal, 
loaded  into  wheelbarrows  and  wheeled  about  100  ft.  to  the 
crusher ;  some  wa3  hauled  in  wagons.  An  Austin  jaw  crusher 
was  used,  and  it  discharged  the  stone  into  bins  from  which 
it  was  fed  into  a  Sooysmith  mixer.  The  crusher  and  the  mixer 
were  mounted  on  a  flat  car.  Bucket  elevators  were  used  to 
raise  the  stone,  sand  and  cement  from  their  bins  to  the  mixer; 
the  buckets  were  made  of  such  size  as  to  give  the  proper  pro- 
portions of  ingredients,  as  they  all  traveled  at  the  same  speed. 
Only  two  laborers  were  required  to  look  after  the  elevators. 
The  sand  and  cement  were  hauled  by  teams  and  dumped  into 
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the  receiving  bins.    There  were  23,568  cu.  yds.  on  Section  14, 
and  the  cost  was  as  follows : 

Typical     Wages  per        Cost  per 

General  force:                            force.             lohrs.  cu. yd 

Superintendent    i.o  $5.00  $0,026 

Blacksmith    i.i  2.75  0.016 

Timekeeper   0.5  2.50  0.007 

Watchman    0.6  2.00  0.007 

Water-boys   3.9  1.00  0.022 

Wall  force : 

Foreman   0.9  2.50  0.013 

Laborers    8.6  1.50  0.073 

Tampers    2.3  1.75  0.022 

Mixer  force : 

Foreman    . .  .^ 1.2  2.50  0.017 

Enginemen    1.8  2.50  0.025 

Laborers    6.7  1.50  0.057 

Pump  runner   i.o  2.00  o.oio 

Mixing  machines 1.7  1.25  0.012 

Timber  force: 

Foreman    0.6  2.50  0.008 

Carpenters    4.7  2.50  0.057 

Laborers    1.2  1.50  o.oio 

Helpers    5.3  2.50  0.075 

Hauling  force. 

Laborers    2.6  1.75  0.026 

Teams    6.3  3.25  0.116 

Crushing  force : 

Foreman    0.5  2.50  0.007 

Engineman    1.7  2.50  0.023 

Laborers    3.5  1.50  0.032 

Austin  crushers   1.7  1.20  o.oil 

Loading  stone: 

Foreman   1.7  2.50  0.023 

Laborers    32.9  1.50  0.280 


Total  for  crushing,  mixing  and  placing $0,975 
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The  daily  costs  charged  to  the  mixers  and  crushers  include 
the  cost  of  coal,  at  $2  a  ton,  and  the  cost  of  oil. 

The  gang  "loading  stone''  apparently  did  a  good  deal  of 
sledging  of  large  stones,  and  they  also  wheeled  a  large  part  of 
it  in  barrows  to  the  crusher. 

The  plant  cost  $9,600,  distributed  as  follows : 

2  jaw   crushers    $3,000 

2  mixers    3,000 

Track    1,260 

Lumber    500 

Pipe    840 

Sheds 400 

Pumps 600 

Total    $9,600 

If  this  first  cost  of  the  plant  were  distributed  over  the 
23,568  cu.  yds.  of  concrete  it  would  amount  to  41  cts.  per 
cu.  yd. 

The  cost  of  the  concrete  was  as  follows: 

Per  cu.  yd. 

Utica  cement,  at  $0.65  per  bbl $0,863 

Portland  cement,  at  $2.25  per  bbl 0*3^5 

Sand,  at  $1.35  per  cu.  yd O.465 

Stone  and  labor,  as  above  given 0-975 

Total    $2,608 

First  cost  of  plant $0,407 

Section  15. — ^The  conditions  on  this  section  were  much  the 
same  as  on  Section  14,  just  described,  except  that  the  lime- 
stone was  quarried  from  the  bed  of  the  canal,  and  was  crushed 
in  a  stationary  crusher,  No.  7  Gates.  The  stone  was  hauled 
1,000  ft.  to  the  crusher  on  cars  drawn  by  a  cable  from  a  hoist- 
ing enss^inc.  The  output  of  this  crusher  averaged  210  cu.  yds. 
per  day  of  10  hrs.  The  crushed  stone  was  hauled  in  dump 
cars,  drawn  by  a  locomotive,  to  the  mixers.  Spiral  screw 
mixers  mounted  on  flat  cars  were  used,  and  they  delivered  the 
concrete  to  belt  conveyors  which  delivered  he  concrete  into 
the  forms. 

The  forms  on  Section  15  (and  on  Section  14  as  well)  con- 
sisted of  upright  posts  set  8  ft.  apart  and  9  ins.  in  front  of  the 
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wall,  held  at  the  toe  by  iron  dowels  driven  into  holes  in  the 
rock,  and  held  to  the  rear  posts  by  tie  rods.  The  plank  sheet- 
ing was  made  up  in  panels  2  ft.  wide  and  16  ft.  long,  and  was 
held  up  temporarily  by  loose  rings  which  passed  around  the 
posts  which  were  gripped  by  the  friction  of  the  rings.  These 
panels  were  brought  to  proper  line  and  held  in  place  by 
wooden  wedges.  After  the  concrete  had  set  24  hrs.  the 
wedges  were  struck,  the  panels  removed  and  scraped  clean 
ready  to  be  used  again. 

The  cost  of  quarrying  and  crushing  the  stone,  and  mixing 
the  concrete  on  Section  15  was  as  follows:    , 

Typical  Wages  per  Cost  per 

General  force —                         force.          10  hrs.  cu.  yd. 

Superintendent   i.o              $5.00  $0,024 

Blacksmith    0.9                2.75  o.oi  i 

Teams  1.7                3.00  0.025 

Waterboy    4.5                i.oo  0.022 

Wall  force — 

Foreman    i.i  2.50  0.010 

Laborers    14.4  1.50  0.105 

Tampers  o.i  1.75  o.ooi 

Mixer  force — 

Foreman  2.1  2.50  0.026 

Enginemen    2.1  2.50  0.022 

Laborers    23.1  1.50  0.180 

Mixing  machines 2.1  1.25  0.022 

Timber  force — 

Carpenters    0.8  3.00  0.013 

Laborers    0.7  1.50  0.005 

Helpers    10.2  2.50  0.125 

Hauling  force — 

Foreman    0.7  2.50  0.009 

Enginemen    1.4  2.50  0.019 

Fireman   0.4  1.75  0.003 

Brakeman    .».  2.2  2.00  0.018 

Teams  0.4  3.25  0.007 

Laborers    1.5  1.50  o.oio 

Locomotives   1.4  2.25  0.015 
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Crushing  forc( 

Foreman i.o 

Enginemen    IX} 

Laborers    ii.l 

Firemen   I.O 

Gyratory  crusher IX) 

Quarry  force — 

Foreman   1.2 

Laborers    19.O 

Drillers  1.8 

Drill  helpers : 1.8 

Machine  drills  1.8 

Total   $0,993 

The  first  cost  of  the  plant  for  this  work  on  Section  15  was 
$25,420,  distributed  as  follows: 

I  crusher,  No.  7  Gates ^ $12,000 

Use  of  locomotive 2,200 

Car  and  track 5>300 

3  mixers 3,000 

Lumber    1,200 

Pipe    720 

Small  tools  1,000 


2.50 

OX>l4 

2.50 

0.014 

1.50 

0.081 

^'7S 

0.008 

2.25 

0.01 1 

2.50 

0.012 

1.50 

0.140 

2.00 

0.017 

1.50 

0.013 

i^S 

0.0 1 1 

Total  $25420 

This  $25420  distributed  over  the  44,811  cu.  yds.  of  concrete 
amounts  to  57  cts.  per  cu.  yd. 

It  will  be  noted  that  2  mixers  were  kept  busy.    Their  aver- 
age output  was  100  cu.  yds.  each  per  day,  which  is  the  same 
as  for  the  mixers  on  Section  14. 
The  total  cost  of  concrete  on  Section  15  was  as  follows: 

Per  cu.  yd. 

Labor  quarrying,  crushing  and  mixing $0,991 

Explosives 0.083 

Utica  cement,  at  $0.60  per  bbl 0.930 

Portland  cement,  at  $2.25  per  bbl 0.180 

Sand,  at  $1.35  per  cu.  yd : 0.476 


Total    $2,660 

First  cost  of  plant $0,567 
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It  is  not  strictly  correct  to  charge  the  full  first  cost  of  the 
plant  to  the  work  as  it  possessed  considerable  salvage  value 
at  the  end. 

Comparison. — For  the  purpose  of  comparing  Sections  14 
and  15  the  following  summary  is  given  of  the  cost  per  cubic 
yaf d  of  concrete : 

Sec.  14.  Sec.  15. 

General  force $0,078  $0,082 

Wall  force  0.108  0.116 

Mixing  force 0.121  0.250 

Timbering  force   ,     0.150  0.140 

Hauling  force  0.142  0.081 

Crushing  force    0.073  0.128 

Quarry  force 0.303  0275 

Cement,  natural    0.863  0-930 

Cement,  Portland 0305  0.180 

Sand  0.465  0.476 

Plant   (full   cost) 0.407  0.567 

Total    $3,015  $3,225 

It  should  be  remembered  that  on  Section  14  there  was  no 
drilling  and  blasting  of  the  rock,  but  that  the  **quarry  force" 
not  only  loaded  but  hauled  the  stone  to  the  crusher.  The 
cost  of  mixing  on  Section  15  is  higher  than  on  Section  14  be- 
cause the  materials  were  dumped  on  platforms  and  shoveled 
into  the  mixer,  instead  of  being  discharged  from  bins  into  the 
mixer  as  on  Section  14. 

GRAND  CENTRAL  TERMINAL,  NEW  YORK,  N.  Y.— 
In  building  a  retaining  wall  of  the  cross-section,  shown  in  Fig. 
108,  a  traveling  tower  moving  on  tracks  parallel  to  the  wall 
contained  the  concrete  mixing  plant.  The  construction  of  the 
tower  is  shown  in  Fig.  109.  The  tower  had  two  platforms, 
one  at  the  top  carrying  two  lo-cu.  yd.  bins  for  sand  and  stone 
and  the  other  directly  below  carrying  40  cu.  ft.  (4  cu.  ft.  ce- 
ment, 12  cu.  ft.  sand  and  24  cu.  ft.  stone)  Ransome  mixer 
driven  by  a  30  H.P.  motor  and  a  Lidgerwood  motor  hoist. 
The  elevator  tower  carried  two  40-cu.  ft.  Ransome  dumping 
buckets  traveling  in  guides  and  dumping  automatically  into 
the  bins.  These  buckets  were  operated  by  the  Lidgerwood 
motor  hoist  on  the  mixer  platform.     Sand  and  broken  stone 
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on  flat  cars  were  brought  alongside  the  tower.  The  sand  was 
shoveled  direct  from  the  car  into  the  sand  bucket,  but  the 
broken  stone  was  shoveled  into  wheelbarrows  which  were 
wheeled  over  a  light  bridging  from  car  to  bucket  and  dumped. 
Wheelbarrows  were  used  for  handling  the  stone  chiefly  be- 
cause the  capacity  of  the  plant  was  so  great  that  enough  men 
could  not  be  worked  in  the  limited  space  around  the  bucket  to 
keep  up  the  supply  by  shoveling.     The  wheelbarrow  work 
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Fig.    108.— Cross    Section    of    Retaining:   Wall.    New    York    Central    Terminal 

V/ork. 

added  materiallv  to  the  cost.  Cement  was  carried  from  the 
cars  to  the  sand  bucket,  hoisted  and  stored  on  the  mixer  plat- 
form which  provided  storage  room  for  loo  bags.  A  1-3-6  mix- 
ture was  used ;  the  sand  and  stone  were  chuted  directly  from 
the  bins  to  the  charging  hopper  and  the  cement  was  charged 
by  hand.  The  mixed  concrete  was  delivered  to  two  i  cu.  yd. 
dump  cars  running  on  a  2-ft.  gage  track  laid  in  sections  on  the 


Fl».  109.— Portable  Concrete  Mixinir  Tower,  N.  T.  Central  Terminal  Work. 
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cross  pieces  connecting  the  uprights  of  the  forms.  The  track 
had  no  switches,  so  that  one  car  had  to  wait  for  the  other. 
Four  men  were  required  to  push  each  car  and  two  more  men 
assisted  in  dumping  the  car  and  kept  the  track  clear.  The 
wall  was  built  in  sections  51  ft.  long,  each  containing  250  cu. 
yds.  One  of  these  sections  was  filled  in  8  hours  with  ease  and 
by  a  little  hustling  a  section  was  filled  in  6^  hours,  which  is 
at  the  rate  of  37  cu.  yds.  of  concrete  per  hour.  Working  8 
hours  per  day  the  cost  of  mixing,  transporting  and  placing 
concrete  with  this  mixing  plant,  with  wages  for  common  labor 
of  $1.50  per  day,  was  as  follows : 

Total.      Per  cu.  yd. 
2  men  carrying  cement $    3.00  $0,012 

6  men-shoveling  sand 9.00  0.036 

17  men  shoveling  stone. 25.00  o.ioo 

1 1  men  wheeling  stone 16.00  0.064 

2  men  at  stone  and  sand  bins 3.00  0.012 

2  men  opening  cement  bags 3.00  0.012 

I  man  dumping  hopper 1.50  0.006 

I  man  dumping  mixer 1.50  0.006 

I  man  cleaning  chute,  mixer,  etc 1.50  0.006 

1  motorman  or  engineer 3.00  0.012 

Total  labor  mixing $  66.50  $0,266 

8  men  pushing  2  cars 12.00  0.048 

2  men  cleaning  track,  etc 3.00  0.012 

7  men  spading  concrete 10.50  0.042 

Total  labor  transporting,  placing.  .$  25.50  $0,102 

I  foreman 5.00  0.020 

Electricity  estimated 7.00  0.028 

Total  general $  12.00  $0,048 

Grand  total    $104.00  $0,416 

It  will  be  noted  that  the  cost  of  shoveling  and  wheeling  the 
broken  stone  amounts  to  16.4  cts.  per  cu.  yd.,  or  nearly  40  per 
cent,  of  the  total  cost  of  mixing  and  placing.  The  cost  of 
spading  the  concrete  is  also  high  for  a  sloppy  mixture,  but  is 
probably  accounted  for  by  the  fact  that  the  concrete  had  to 
be  spaded  so  as  to  have  2  or  3  ins.  of  clear  mortar  next  the 


RETAINING   WALLS,  281 

forms.  The  forms  used  in  constructing  the  wall  are  shown 
by  Figs,  no  and  in.  They  were  made  in  panels  51  ft.  long 
and  a  locomotive  crane  was  used  to  shift  the  panels.  This 
crane  worked  handling  forms  only  a  small  part  of  the  time, 
but  a  form  gang  of  10  carpenters  was  kept  busy  all  of  the  time 
moving  and  reassembling.    Assuming  the  work  of  the  crane 


Tig.  110.— End  view  of  Forms   for  Retaining  Wall,   New  York  Central 

Terminal   Work. 

to  amount  to  $5  per  day  and  the  wages  of  the  carpenter  gang 
to  amount  to  $25,  we  get  a  cost  of  la  cts.  per  cubic  yard  of 
concrete  for  shifting  forms.  It  should  be  noted  carefully  that 
the  costs  given  for  this  work  do  not  include  cost  of  materials, 
interest  on  plant,  superintendence  and  other  items. 
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WALL  FOR  RAILWAY  YARD.— For  huilding  a  retain- 
ing wall  7  ft.  high,  forms  were  made  aii<I  placed  by  a  carpenter 
and  helper  at  $8  per  M.,  wages  being  35  cts.  and  20  cts.  an 
hour,  respectively.  Concrete  materials  were  dumped  from 
wagons  alongside  the  mixing  board.  Ramming  was  unusually 
thorough.  Foreman  expense  was  high,  due  to  small  number 
in  gang;  2  cu.  yds.  were  laid  per  hour  by  the  gang. 


Plan  of  Corner  of  Fbrms. 

FlK.  111.— Correr  Detail  of  R.-lnintti«  ■R'all  Forms.   Xew  York  Centml 
Term  In  ill  Work. 

Per  day.  Per  cu.  yd, 

7  mixers,  15  cts.  per  hour $10.50  $o-53 

2  rammers,  15  cts.  per  hour 3.00  0.15 

I  foreman  30  cts.  per  hr.,  i  waterboy  5  cts.     3.50  0.17 

Total  labor ?i7.oo  $0.85 

The  total  cost  was  as  follows  per  ciii>ic  yard: 

Per  cu.  yd. 

0.8  bb!s.  Portland  cement,  at  S2 $1.60 

Sand    0.30 

( "iravel    0.70 

Labor  mi.xinp  and  placing 0.85 

Lumber  for  forms,  at  $16  per  M 0.56 

Labor  on  forms,  at  $8  per  M ,- 0.28 

Total,  per  cubic  yard $4.29 

The  sheathing  plank  for  the  forms  was  2-irh  hemlock. 
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CONCRETE  FOOTING  FOR  RUBBLE  MASONRY 
RETAINING  WALL.— In  constructing  a  footing  for  a 
retaining  wall  at  Grand  Rapids,  Mich.,  a  1-23/^-5  natural 
cement  concrete  was  used.  It  was  found  that  i  cu.  yd.  of 
concrete  was  equivalent  to  29.8  cu.  ft.  of  material  composed 
of  3.6  cu.  ft.  or  I.I  bbls.  of  cement,  8.4  cu.  ft.  or  2,7  bbls.  of 
sand  and  17.^  cu.  ft.  or  5.5  bbl.  of  broken  stone.  The  labor 
cost  of  15.5  cu.  yds.  of  concrete  was  as  follows: 

Item.                                                          Total.  Per  cu.  yd. 

Foreman,  14  hours  at  40  cts $  5.60  $0.3613 

Foreman,  20  hours  at  22.5  cts 4.50  0.2903 

Laborers,  49  hours  at  12.5  cts 6.11  0.3942 

Mason,  2  hours  at  35  cts 0.70  0.0451 

Total  labor $16.91  $1.0909 

All  material  was  furnished  by  the  railway  company,  the  con- 
tractor furnishing  labor  only;  his  contract  price  for  this  was 
$1  per  cu.  yd. 

TRACK  ELEVATION,  ALLEGHENY,  PA.~The  wall 
was  6,100  ft.  long  and  75  per  cent,  was  on  curves.  The  first 
wall  built  had  a  top  width  of  23^  ft.  and  a  bottom  width  of 
0.4  the  height  with  the  back  on  a  smooth  batter.  Later  the 
back  was  stepped  and  last  the  wall  was  proportioned  as  fol- 

r 

lows:  Calling  the  height  from  top  of  foundation  to  under 
coping,  then  width  of  base  was  0.45  (A  +  3),  the  top  measur- 
ing 234  ft.  The  back  was  arranged  in  steps  24  ins.,  30  ins. 
and  36  ins.  high,  and  the  thickness  of  wall  at  each  step  was, 
calling  h  equal  to  height  of  step  from  base,  0.45  (/>  +  3).  Sev- 
eral forms  of  expansion  joints  were  tried.  The  first  was  tarred 
paper  extending  through  the  wall  every  50  ft. ;  the  second  was 
V2-in.  boards  running  through  the  wall  every  50  ft. ;  the  third 
was  J/2-in.  board  extending  2  ft.  into  the  wall,  with  a  y^-'in, 
cove  at  the  angles,  every  25  ft.  The  third  construction  gave 
perfect  satisfaction. 

A  1-2-5  natural  cement  and  a  1-3-6  Portland  cement  con- 
crete mixed  fairly  wet  were  used.  The  concrete  was  laid  in 
8-in.  courses  and  faced  with  a  1-2  mortar.  The  forms  were 
2-in.  white  pine  faced  and  jack  planed  on  the  edges;  upon 
removal  of  the  forms  board  marks  and  other  defects  were  re- 
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moved  and  a  wash  of  neat  cement  was  applied.  One  contrac- 
tor used  hand  mixing.  The  sand  and  gravel  were  measured 
in  wheelbarrows  and  wheeled  onto  the  platform ;  the  sand  and 
cement  were  spread  in  thin  layers,  one  over  the  other,  and 
thoroughly  mixed  dry ;  the  gravel  was.  then  spread  over  the 
mixture,  the  whole  was  shoveled  into  barrows  or  the  pit  again 
shoveled  into  place  and  rammed.  The  other  contractor  used 
a  cubical  mixer.  A  charging  box  holding  ij^  cu.  yds.  and 
graduated  to  show  the  correct  proportions  of  sand  and  gravel 
was  filled  by  shoveling;  cement  was  placed  on  top  and  the  box 
hoisted  and  dumped  into  ihe  mixer.  A  barrel  holding  the  cor- 
rect amount  of  water  was  emptied  into  the  mixer  which  was 
turned  10  or  15  times  and  discharged  into  cars.  The  costs  of 
mixing  by  hand  and  by  machine  were  as  follows : 

Hand  mixing.  Total.      Per  cu.  yd. 

J4  foreman  at  $3 $  1.50  $0,025 

3  men  wheeling  barrows  at  $1.50 4.50  0-075 

10  men  wheeling  materials  at  $1.50. .... .   15.00  0.250 

3  men  mixing  sand  and  gravel  at  $1.50. .     4.50  oo75 

6  men  mixing  concrete  at  $1.50 9.00  0.150 

I  man  sprinkling  at  $1.50 1.50  0.025 

Total    $36.00  $0,600 

The  output  of  the  hand  mixing  gang  was  60  cu.  yds.  per 
day. 

Machine  mixing.                                          Total.  Per  cu.  yd. 

I  foreman  at  $3.50 $  3.50  $0,035 

1  stationary  engineer  at  $3 3.00  .   0.030 

y2  foreman  at  $1.75 0.87  0.009 

15  men  loading  charging  bucket  at  $1.50. .  22.50  0.225 

2  men  dumping  charging  bucket  at  $1.75.     3.50  0.035 

2  tagmen  at  $2,  yi  time 2.00  0.020 

I  man  at  trap  at  $2,  J/^  time i.oo  o.oio 

Total    $36.37  $0,364 

The  output  of  the  cubical  mixer  was  100  cu.  yds.  per  day. 

The  costs  of  placing  concrete  in  the  forms  above  the  founda- 
tion by  hand  below  12  ft.,  and  by  cars  and  derricks  any  height, 
were  as  follows : 
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By  hand  (barrows)  below  12  ft.  Total.     Per  cu.  yd. 

4  men  loading  concrete  at  $1.50 $  6.00  $0,100 

I  foreman  j!/^  time  at  $3 1.50  0.025 

10  men  wheeling  at  $1.50 15.00  0.250 

1  man  scraping  barrows  at  $1.50 1.50  .  0.025 

2  men  placing  concrete  at  $1.50 3.00  0.050 

1  man  placing  mortar  face  at  $1.50 1.50  0.025 

2  men   mixing   and   carrying   mortar   at 

$1.50    3.00  0.050 

Total    $3150  $0,525 

By  cars  and  derricks — 

1  horse  and  driver  at  $3 $  3.00  $0,030 

2  men  dumping  concrete  J4  time  at  $1.50.     1.50  0.015 

1  fireman  J4  time  at  $1.75 0.88  0.009 

3  tagmen  at  $1.50 4.50  0.045 

8  men  placing  and  ramming  cone,  at  $1.50.  12.00  0.120 

2  men  mixing  mortar  at  $1.50 3.00  0.030 

2  men  placing  mortar  at  $1.50 3.00  0.030 

2  men  carrying  mortar  at  $1.50 3.00  0.030 

I  foreman  at  $3 3.00  0.030 

1  stationary  engineer  at  $3 3.00  0.030 

2  men  attending  hook  at  $1.50 3.00  0.030 

Total    $39.88  $0,399 

The  costs  of  placing  concrete  in  the  foundations  were  as 

follows : 

By  hand —  Total.     Per  cu.  yd. 

I  foreman  J^  time  at  $3 $  1.50  $0,025 

4  men  shoveling  concrete  at  $1.50 6.00  o.ioo 

I  man  placing  concrete  at  $1.50 1.50    -  0.025 

I  man  ramming  concrete  at  $1.50 1.50  0.025 

Total    $10.50  $0,175 

By  machine — 

I  horse  and  driver  at  $3 $  3.00  $0,030 

3  men  pushing  and  unloading  car  at  $1.50.     4.50  O.045 

5  men  placing  and  ramming  at  $1.50 7.50  0.075 

1  foreman  at  $3 3.00  0.030 

2  men  dumping  mixer  at  $1.50 3.00  0.030 

Total    $21.00  $0.2^0 
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COST  OF  RETAINING  WALL.— The  following  figures  of 
the  cost  of  a  concrete  retaining  wall  are  given  by  C.  C.  Wil- 
liams : 

Cost  of  Material. 

Unit 

Kind  and  amount  of  material —  Price.  Cost. 

Stone,   441    tons $  70  $308.70 

Sand,  182.5  yds 55  100.37 

Cement,  536  bbls ^5  453.60 

Total    $862.67 

Lumber  ^  value $205.33 

Wheelbarrows,  ^  value,  6  at  $3.50 15.75 

Total    $221.08 

Excavation — 

Labor,  4,002  hours  at  15  cts $600.30 

Carts,  800  hours  at  12  V^  cts 100.00 

Foreman,  460  hours  at  35  cts 171.00 

Water-boy,  240  hours  at  10  cts 24.00 

Total  $895.30 

Concrete — 

Labor,  2,398  hours  at  15  cts $359-7o 

Foreman,  224  hours  at  35  cts 77-40 

Total   $437.10 

Handling  material — 

Unloading  cars,  380  hours  at  15  cts $  57.00 

Foreman,  40  hours  at  35  cLs 14.00 

Total   $  71 .00 

Forms — 
Carpenters,  997  hours  at  22 V^  cts $224.33 

Work  to  support  bridge — 

Carpenters,  542  hours  at  22^  cts $121.95 

Labor,  458  hours  at  15  cts 68.70 

Total  $190.65 
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Superintendence  and  office — 

Superintendent,  30  hours  at  50  cts $15.00 

Office 20.00 

Total   $35.00 

Grand  total    $2,937.13 

Proportional  costs —  Per 

Cent. 

Cost  Per  of 

Yard  of  Total 

Item.                                                     Cost.    Concrete.  Cost. 

Concrete  materials $  862.67        $2.02  46.7 

Laying  concrete 437- 10           1.03  23.4 

Lumber 205.33            4^  11.3 

Building   forms    224.33             -53  12.3 

Handling  material 71.00             .17  03.8 

Wheelbarrows    IS-7S            .04  oi.o 

Supt.,  etc 3500            .07  01.5 

Total    $1,851.18      $4.34       100.00 

WvDrk  on  bridge  190.65 

Excavation   895.30 

$2.93713 


CHAPTER  XIV. 

.METHODS  AND  COST  OF  CONSTRUCTING  CON- 
CRETE FOUNDATIONS  FOR  PAVEMENTS. 

Contractor's  skill  or  want  of  skill  in  systematizing  and  man- 
aging labor  counts  as  high  in  street  work  as  in  any  class  of 
concrete  construction.  As  previously  demonstrated,  the  cost 
of  mixing  is  a  very  small  portion  of  the  labor  cost  of  concrete 
ill  place;  the  costs  of  getting  the  materials  to  the  mixer  and 
the  mixed  concrete  to  the  work  are  the  big  items,  and  in  street 
work  the  opportunity  for  increasing  the  cost  of  these  items 
through  mismanagement  is  magnified  by  the  large  area  of 
operations  involved  per  cubic  yard  of  concrete  placed.  One 
cubic  yard  of  concrete  makes  6  sq.  yds.  of  6-in.  pavement 
foundations  and  loo  cu.  yds.  of  concrete  make  a  6-in.  founda- 
tion for  300  ft.  of  30-ft.  street,  while  4  to  5  cu.  yds.  will  build 
100  ft.  of  ordinary  curb  and  gutter.  Thus  the  haulage  per 
cubic  yard  is  considerable  at  best,  and  lack  of  plan  in  dis- 
tributing stock  piles  and  handling  the  concrete  can  easily  re- 
sult in  such  increased  haulage  expenses  as  to  change  a  pos- 
sible profit  into  a  certain  loss.  A  little  thought  and  skill  in 
planning  street  work  pays  a  good  profit. 

MIXTURES  EMPLOYED.— A  comparatively  lean  con- 
crete will  serve  for  pavement  foundations;  mixtures  of  1-4-8 
Portland  cement  or  1-2-5  natural  cement  are  amply  good  and 
it  is  folly,  ordinarily,  to  employ  richer  mixtures.  Until  re- 
cently, natural  cement  has  been  used  almost  exclusively;  a 
1-2-5  natural  cement  mixture  requires  about  1.15  bbls.  of  ce- 
ment per  cubic  yard  of  concrete.  A  1-4-8  Portland  cement 
mixture  requires  about  0.7  bbl.  of  cement  per  cubic  yard.  In 
the  opinion  of  the  authors. a  considerably  leaner  mixture  of 
Portland  concrete  is  sufficiently  good  when  it  is  well  mixed  in 
machine  mixers — for  a  6-in.,  foundation  0.5  bbl.  per  cu.  yd. 
The  mixtures  actually  employed  are  proportioned  about  as 
stated  and  their  cost,  or  that  of  any  other  common  mixture, 

288 


PAVEMENT  FOUNDATION.  289 

may  easily  be  computed  from  Tables  XII  and  XIII,  giving  for 
different  mixtures  the  quantities  of  cement,  sand  and  stone 
per  cubic  yard  of  concrete ;  the  product  of  these  quantities  and 
the  local  prices  of  materials  in  the  stock  piles  gives  the  cost. 
When  the  concrete  is  mixed  by  hand  the  ordinary  labor  cost  of 
foundations  is  0.4  to  0.5  of  a  10- hour  day's  wages  per  cubic 
yard  of  concrete;  occasionally  it  may  be  as  low  as  0.3  of  a 
day's  wages  where  two  mixing  gangs  are  worked  side  by  side 
under  different  foremen  and  with  an  exacting  contractor. 
Data  for  machine  mixing  are  too  few  to  permit  a  similar  gen- 
eral statement  for  machine  work,  but  in  one  case  coming 
under  the  authors'  observation,  the  cost  figured  out  to  a  little 
less  than  0.2  of  a  day's  wages  per  cubic  yard. 

DISTRIBUTION  OF  STOCK  PILES.— Assuming  a  30-ft. 
street  and  a  1-3-5  concrete  laid  6  ins.  thick,  the  quantities  of 
concrete  materials  required  per  lineal  foot  of  street  are:  Ce- 
ment 0.60  bbl.,  sand  0.27  cu.  yd.,  stone  0.44  cu.  yd.  The  stock 
piles  should  be  so  distributed  that  each  supplies  enough  mate- 
rials for  a  section  of  foundation  reaching  half  way  to  the  next 
adjacent  stock  pile  on  each  side,  and  they  should  not  contain 
more  or  less  material,  otherwise  a  surplus  remains  to  be 
cleaned  up  or  a  deficiency  to  be  supplied  by  borrowing  from 
another  pile.  A  little  care  will  ensure  the  proper  distribution 
and  it  is  well  paid  for  in  money  saved  by  not  rehandling  sur- 
plus or  borrowed  materials.  For  a  given  mixture  and  a  given 
width  and  thickness  of  foundation,  the  sizes  of  the  stock  piles 
are  determined  by  their  distance  apart  and  this  will  depend 
upon  whether  hand  or  machine  mixing  is  employed  and  upon 
the  means  adopted  for  hauling  the  raw  materials  anil  the 
mixed  concrete.  It  is  worth  while  always  in  stock  piles  of 
any  size,  to  lay  a  flooring  of  plank  particularly  under  the  stone 
pile;  if  dumped  directly  on  the  ground  it  costs  half  as  much 
again  to  handle  stone.  Current  practice  warrants  everything 
from  a  continuous  bank,  to  piles  from  1,000  to  1,500  ft.  apart, 
in  the  spacing  of  stock  piles. 

HINTS  ON  HAND  MIXING.— All  but  a  small  percentage 
of  the  concrete  annually  laid  in  street  work  is  hand  mixed. 
The  authors  are  confident  that  this  condition  will  disappear  as 
contractors  learn  more  of  the  advantages  of  machine  mixing, 
but  it  prevails  at  present.     The  general  economics  of  hand 
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mixing  are  discussed  in  Chapter  II ;  in  street  work  as  before 
stated,  the  big  items  of  labor  cost  are  the  costs  of  handling 
materials  and  the  data  in  Chapter  II  on  these  processes  de- 
serve special  attention.  It  is  particularly  worth  noting  that  it 
is  seldom  economical  to  handle  materials  in  shovels  where 
carrying  is  necessary ;  it  is  a  common  thing  in  street  work  to 
see  an  attempt  to  get  the  stock  piles  so  close  to  the  mixing 
board  that  the  material  can  be  handled  with  shovels,  and  this 
is  nearly  always  an  economic  error.  Street  work  is  readily 
measured;  in  fact,  its  progress  can  be  seen  at  a  glance,  and 
advantage  ci:n  often  be  taken  of  this  fact  to  profit  by  the  ri- 
valry of  separate  gangs.  The  authors  have  known  of  the  labor 
costs  being  reduced  as  much  as  25  per  cent.,  due  to  pitting  one 
gang  against  another  where  each  could  see  the  progress  made 
by  the  other. 

METHODS  OF  MACHINE  MIXING.— Concrete  mixers 
have  been  slow  to  replace  handwork  in  laying  pavement  foun- 
dations. In  explanation  of  this  fact  it  is  asserted:  (i)  That 
frequent  shifting  of  the  mixer  causes  too  much  lost  time,  and 
(2)  that  the  principal  item  of  labor  cost  in  street  work  is  the 
conveying  of  materials  to  and  from  the  mixer,  and  this  item 
is  the  same  whether  hand  or  machine  mixing  be  employed. 
The  records  of  machine  mixer  work  given  elsewhere  in  this 
chapter  go  far,  in  the  opinion  of  the  authors,  toward  disprov- 
ing the  accuracy  of  both  assertions.  If  the  machine  used  and 
the  methods  of  work  employed  are  adapted  to  the  conditions 
of  street  work,  machine  mixing  can  be  employed  to  decided 
advantage. 

A  continuous  and  large  output  is  demanded  in  a  mixer  for 
street  work;  the  perfection  of  the  mixing  is  within  limits  a 
minor  consideration.  This  at  once  admits  for  consideration 
types  of  mixers  whose  product  is  classed  as  unsuitable  for 
reinforced  concrete  work,  and  also  admits  of  speeding  up  the 
output  of  the  better  types  to  a  point  beyond  that  at  which  they 
turn  out  their  most  perfect  product.  Keeping  these  facts  in 
mind  either  of  the  following  two  systems  of  work  may  be  em- 
ployed: (i)  Traction  plants  which  travel  with  the  work  and 
deposit  concrete  in  place,  or  so  nearly  in  place  that  little 
shoveling  is  necessary;  (2)  portable  plants  which  are  set  up 
at  wide  intervals  along  the  work  and  which  discharge  the 
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concrete  into  carts  or  dump  wagons  which  distribute  it  to  the 
work. 

The  secret  of  economic  work  with  plants  of  the  ciass  cited 
first  is  the  distribution  of  the  stock  piles  so  as  practically  to 
eliminate  haulage  from  stock  pile  to  mixer.  The  mixer  backs 
away  from  the  work,  its  discharge  end  being  toward  the  work, 
and  its  charging  end  away  from  it.  Then  deposit  the  mate- 
rials so  as  to  form  a  continuous  stock  pile  along  the  center  of 
the  street ;  the  mixer  moving  backward  from  the  completed 
foundation  keeps  dose  to  the  materials  and  if  the  latter  are 
uniformly  distributed  in  the  pile  the  great  bulk  of  the  charging 
is  done  by  shoveling  direct  into  the  charging  bucket.  The 
point  to  be  watched  here  is  that  the  shovelers  do  not  have  to 
carry  the  materials ;  separate  stock  piles  within  moderate  haul- 
ing distance  by  wheelbarrows  are  a  far  more  economic  ar- 
rangement than  a  continuous  pile  so  irregularly  distributed 
that  much  of  the  material  has  to  be  carried  even  a  few  paces  in 
shovels. 

Economic  work  with  plants  of  the  second  class  depends 
upon  efficient  and  adequate  means  of  hauling  the  mixed  con- 
crete to  the  work.  The  plant  should  not  be  shifted  oftener 
than  once  in  1,000  to  2,000  ft.,  or,  say,  four  city  blocks.  This 
does  away  with  the  j>ossibility  of  wheelbarrow  haulage ;  large 
capacity  hand  or  horse  carts  must  be  employed.  With  6  cu.  ft. 
hand  carts,  such  as  the  Ransome  cart,  a  haul  of  500  ft.  each 
way  from  the  mixer  is  possible  and  with  horse  carts,  such  as 
the  Briggs,  this  economic  distance  is  increased  to  1,000  ft.  each 
way  from  the  mixer.  The  mixer  must  be  close  to  the  stock 
pile  and  it  will  pay  to  make  use  of  improved  charging  devices. 
A  6-in.  foundation  for  2,000  ft.  of  30-ft.  street  calls  for  667  cu. 
yds.  of  concrete,  and  if  both  sides  are  curbed  at  the  same  time, 
100  cu.  yds.  more  are  added,  or  767  cu.  yds.  in  all ;  where  in- 
tersecting streets  are  to  be  paved  in  both  directions  from  the 
mixer  plant  these  amounts  are  doubled.  A  very  small  saving 
per  cubic  yard  due  to  mechanical  handling  of  the  materials  to 
the  mixer  amounts  to  the  interest  on  a  considerable  invest- 
ment in  such  plant.  A  point  that  should  not  be  forgotten  is 
that  carts  such  as  those  named  above  spread  the  concrete  in 
dumping  so  that  little  or  no  shoveling  is  required. 
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FOUNDATION  FOR  STONE  BLOCK  PAVEMENT, 
NEW  YORK,  N.  Y.— Mr.  G.  W.  Tillson,  in  "Street  Pavt- 
ments  and  Paving  Materials,"  p.  204,  gives  the  following  data 
on  the  cost  of  granite  block  pavement  in  New  York  City  in 
1899.    The  day  was  10  hours  long: 

Per 

Concrete  gang —  day. 

I  foreman    $  3.00 

8  mixers  on  two  boards,  at  $1.25. . .  10.00 
4  wheeling  stone  and  sand,  at  $1.25.  5.00 
I  carrying    cement    and    supplying 

water,  at  $1.25 1.25 

I  ramming,  at  $1.25 1.25 


Per 

Per 

sq.  yd. 

cu.  yd. 

$0.0125 

$0,075 

0.0416 

0.250 

0.0208 

0.125 

0.0051 

0.031 

0.0051 

0.031 

Total,  240  sq.  yds.  (40  cu.  yds.)  .$20.50      $0.0851       $0,512 
The  concrete  was  shoveled  direct  from  the  mixing  boards 
to  place. 

Cost  1-2-4  concrete —  Per  cu.  yd. 

I  Va  bbls.  natural  cement,  at  $0.90 $1.20 

0.95  cu.  yd.  stone,  at  $1.25 1.19 

0.37  cu.  yd.  sand,  at  $1.00 0.37 

Labor   0.51 


$327 
In  laying  5,167  sq.  yds.  of  granite  block  pavement  on  one 

job  in  New  York  City  in  1905,  the  authors'  records  show  that 

one  laborer  mixed  and  laid  1.3  cu.  yds.  of  concrete  per  day  in  a 

6-in.  foundation ;  this  is  a  very  small  output.    The  work  was 

done  by  contract  and  the  labor  cost  was  as  follows : 

Item.  Total. 

285^  days  foreman  at  $3.50 $  99.75 

399  days  laborers  at  $1.75 698.25 


Per 

Per 

sq.  yd.' 

.  cu.  yd. 

$0.0193 

$0,118 

0.1351 

0.826 

$798.00        $0. 1 544        $0,944 
The  average  day's  wages  was  $1.86,  so  tl^at  the  labor  cost 
was  about  0.5  of  a  day's  wages  per  cubic  yard  of  concrete. 

FOUNDATION  FOR  PAVEMENT,  NEW  ORLEANS. 
LA. — Mr.  Alfred  E.  Harley  states  that  in  laying  concrete 
foundations  for  street  pavement  in  New  Orleans,  a  day's  work, 
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in  running  three  mixing  boards,  covering  the  full  width  of  the 
street,  averaged  900  sq.  yds.,  6  ins.  thick,  or  150  cu.  yds.,  with 
a  gang  of  40  men.  With  wages  assumed  to  be  15  cts.  per  hour 
the  labor  cost  was : 

Cts.  per 
cu.  yd. 

6  men  wheeling  broken  stone 6 

3  men  wheeling  sand 3 

1  man  wheeling  cement I 

2  men  opening  cement 2 

7  men   dry  mixing 7 

8  men  taking  concrete  off 8 

3  men  tamping 3 

3  men  grading  concrete 3 

1  man  attending  run  planks i 

3  water  boys I 

2  extra  men  and  i  foreman 4 

Total  labor  cost 39  cts. 

FOUNDATIONS  FOR  STREET  PAVEMENT,  TO- 
RONTO, CANADA. — The  following  cost  of  a  concrete  base 
for  pavements  at  Toronto  has  been  abstracted  from  a  report 
(1892)  of  the  City  Engineer,  Mr.  Granville  C.  Cunningham. 
The  concrete  was  i-2j/^-7)/2  Portland ;  2,430  cu.  yds.  were  laid, 
the  thickness  being  6  ins.,  at  the  following  cost  per  cubic  yard : 

0.77  bbl.  cement,  at  $2.78 $2.14 

0.76  cu.  yd.  stone,  at  $1.91 1.45 

0.27  cu.  yd.  sand  and  gravel,  at  $0.80 0.22 

Labor  (15  cts.  per  hr.) 1.03 

Total $4.84 

Judging  by  the  low  percentage  cf  strne  in  so  lean  a  mixture 
as  the  above,  the  concrete  was  not  fully  6  ins.  thick  as  as- 
sumed by  Mr.  Cunningham.  Note  that  the  labor  cost  was  iJ/4 
to  2  times  what  it  would  have  been  under  a  good  contractor. 

MISCELLANEOUS  EXAMPLES  OF  PAVEMENT 
FOUNDATION  WORK.— The  following  records  of  pave- 
ment foundation  work  are  taken  from  the  note  and  time  books 
of  one  of  the  authors : 

Case  I, — Laying  6-in.  pavement  foundation;  stone  delivered 
and  dumped  upon  2-in.  plank  laid  to  receive  it.     Sand  and 
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stone  were  dumped  along  the  street,  so  that  the  haul  in  wheel- 
barrows to  mixing  board  was  about  40  ft.  Two  gangs  of  men 
worked  under  separate  foremen,  and  each  gang  averaged  4.5 
cu.  yds.  concrete  per  hour.  The  labor  cost  was  as  follows  for 
45  cu.  yds.  per  gang : 

Per  Per 

day.        cu.  yd. 
4  men  filling  barrows  with  stone  and  sand 
ready   for   the   mixers,   wages    15   cts. 

per  hour  $6.00  $0.13 

10  men,  wheeling,  mixing  and   shoveling  to 
place  (3  or  4  steps),  wages  15  cts.  per 

hour   15.00  0.33 

2  men  ramming,  wages  15  cts.  per  hour. . . .     3.00  0.07 

I  foreman  at  30  cts.  per  hour  and  i  water 

boy,  5  cts 3.50  0.08 

Total    $27.50  $0.61 

Case  //.—Sometimes  it  is  desirable  to  know  every  minute 
detail  cost,  for  which  purpose  the  following  is  given : 

Per  cu.  yd. : 

Day's  labor.  Cost. 

3  men  loading  stones  into  barrows $0.06  $0.09 

1  man  loading  sand  into  barrows 0.02  0.03 

2  men  ramming 0.04  0.06 

I  foreman  and  i  water  boy  equivalent  to. . . .  0.035  0.05 

Wheeling  sand  and  cement  to  mixing  board. .  0.02  0.03 

Wheeling  stone  to  mixing  board 0.026  0.04 

9  men  mixing  mortar 0.013  0.02 

Mixing  stone  and  mortar 0.049  0.07 

Placing  concrete  (walking  15  ft.) 0.072  o.ii 

Total    $0,335  $050 

In  ^ne  respect  this  is  not  a  perfectly  fair  example  (although 
it  represents  ordinary  practice),  for  the  mortar  was  only 
turned  over  once  in  mixing  instead  of  three  times,  and  the 
stone  was  turned  only  twice  instead  of  three  or  four  times. 
Water  was  used  in  great  abundance,  and  by  its  puddling  ac- 
tion probably  secured  a  very  fair  mixture  of  cement  and  sand, 
and  in  that  way  secured  a  better  mixture  than  would  be  ex- 


-   PAVEMEN'T  FOUNDATION.  295 

pected  from  the  small  amount  of  labor  expended  in  actual 
mixing.  About  9  cts.  more  per  cu.  yd.  spent  in  mixing  would 
have  secured  a  perfect  concrete  without  trusting  to  the  water. 
Case  III, — Two  gangs  (34  men)  working  under  separate 
foremen  averaged  600  sq.  yds.,  or  100  cu.  yds.  of  concrete  per 
lo-hour  day  for  a  season.  This  is  equivalent  to  3  cu.  yds.  per 
man  per  day.  The  stone  and  sand  were  wheeled  to  the  mixing 
board  in  barrows,  mixed  and  shoveled  to  place.  Each  gang 
was  organized  as  follows : 

Per  Per 

day.  cu.  yd. 

4*mLen  loading  barrows $  6.00  $0.12 

9  men  mixing  and  placing i3-50  ^-^7 

2  men  tamping 3.00  0.06 

1  foreman   2.50  0.05 

Total    $25.00  $0.50 

These  men  worked  with  great  rapidity.  The  above  cost  of 
50  cts.  per  cu.  yd.  is  about  as  low  as  any  contractor  can  rea- 
sonably expect  to  mix  and  place  concrete  by  hand  in  pave- 
ment work. 

Case  IV. — Two  gangs  of  men,  34  in  all,  working  side  by  side 
on  separate  mixing  boards,  averaged  720  sq.  yds.,  or  120  cu. 
yds.,  per  lo-hour  day.    Each  gang  was  organized  as  follows: 

Per  Per 

day.  cu.  yd. 

6  men  loading  and  wheeling $  9.00  $0.15 

8  men  mixing  and  placing 12.00  0.20 

2  men  tamping 3.00  0.05 

I  foreman   3.00  0.05 


Total    $27.00  $0.45 

Instead  of  shoveling  the  concrete  from  the  mixing  board 
into  place,  the  mixers  loaded  it  into  barrows  and  wheeled  it  to 
place.    The  men  worked  with  great  rapidity. 

Mr.  Irving  E.  Howe  gives  the  cost  of  a  6-in.  foundation  of 
1-3-5  natural  cement  at  Minneapolis,  Minn.,  in  1897,  as  $2.80 
per  cu.  yd.,  or  $0,467  per  sq.  yd.  Cement  cost  76  cts.  per 
barrel  and  stone  and  sand  cost  delivered  $1.15  and  30  cts. 
respectively.    Mixers  received  $1.75  per  day. 
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Mr.  Niles  Meriwether  gives  the  cost  of  materials  and  labor 
for  an  8-in.  foundation  constructed  by  day  labor  (probably 
colored)  at  Memphis,  Tenn.,  in  1893,  as  follows: 

Per  sq.  yd. 

Natural  cement  at  $0.74  per  bbl $0,195 

Sand  at  $1.25  per  cu.  yd 0-075 

Stone  at  $1.87  per  cu.  yd 0.355 

Labor  mixing  and  placing 0.155 

Total   $0,780 

Labor  was  paid  $1.25  to  $1.50  per  8-hour  day  and  1.16  bbls. 
of  cement  were  used  per  cubic  yard  of  concrete.  The  cost^of 
materials,  as  will  be  noted,  was  high  and  the  labor  seems  to 
have  been  inefficient. 

FOUNDATIONS  FOR  BRICK  PAVEMENT,  CHAM- 
PAIGN, ILL. — The  concrete  foundation  for  a  brick  pavement 
constructed  in  1903  was  6  ins.  thick;  the  concrete  used  was 
composed  of  i  part  natural  cement,  3  parts  of  sand  and  gravel, 
and  3  parts  of  broken  stone.  All  the  materials  were  mixed 
with  shovels,  and  were  thrown  into  place  from  the  board  upon 
which  the  mixing  was  done.  The  material  was  brought  to  the 
steel  mixing  board  in  wheelbarrows  from  piles  where  it  had 
been  placed  in  the  middle  of  the  street,  the  length  of  haul 
being  usually  from  30  to  60  ft.  The  foundation  was  6  ins. 
thick  and  it  cost  as  follows  for  materials  and  labor: 

Cost  per 
cu.  yd. 

1.2  bbls.  cement,  at  $0.50 :.  .$0,600 

0.6  cu.  yd.  sand  and  gravel,  at  $1 0.600 

0.6  cu.  yd.  broken  stone,  at  $1.40 0.840 

6  men  turning  with  shovels,  at  $2 c.080 

4  men  throwing  into  place,  at  $2 0.053 

2  men  handling  cement,  at  $1.75 0.023 

1  man  wetting  with  hose,  at  $1.75 0.012 

2  men  tamping,  at  $1.75 0.023 

I  man  leveling,  at  $1.75 0.012 

6  men  wheeling  stone,  at  $1.75 0.070 

4  men  wheeling  gravel,  at  $1.75 0.047 

I  foreman,  at  $4 0.027 


$2,387 


PAVEMES'T  l-'OUyOATlON.  297 

This  is  practically  40  cts.  per  sq.  yd.,  or  $2.40  per  cu.  yd.  of 
concrete  for  materials  and  labor.  It  is  evident  from  the  above 
quantities  that  a  cement  barrel  was  assumed  to  hold  about  4.5 
cu.  ft.,  hence  the  cement  was  measured  loose  in  making  the 
1-3-3  concrete.  The  accuracy  of  the  quantities  given  is  open 
to  serious  doubt.  It  will  also  be  noted  that  the  labor  cost  of 
making  and  placing  the  concrete  was  only  35  cts.  per  cu.  yd., 
wages  being  nearly  $1.85  per  day.  This  is  so  remarkably  low 
that  some  mistake  would  seem  to  have  been  made  in  the  meas- 
urement of  the  work.  The  authors  do  not  hesitate  to  say  that 
no  gang  of  men  ever  made  any  considerable  amount  of  con- 
crete by  hand  at  the  rate  of  5.75  cu.  yds.  per  man  per  day. 


Fig.  112.— Foote  ContlnuouB  Mixer  Arranged  (or  Pavement  Foundiitlon  WorU, 

FOUNDATION  CONSTRUCTION  USING  CONTIN- 
UOUS MIXERS. — The  following  are  records  of  two  jobs  of 
pavement  foundation  work  using  continuous  mixers  with  one- 
horse  concrete  carts  in  one  instance  and  wheelbarrows  in  the 
other  instance.  The  mixer  used  was  the  Foote  mixer,  as  ar- 
ranged for  the  work  being  described  it  is  shown  by  Fig.  112. 
One  particular  advantage  of  this  and  similar  mixers  for  street 
work  is  that  no  proportioning  or  measuring  of  the  materials 
is  required  of  the  men.  The  mixers  are  provided  with  an 
automatic  measuring  device,  by  means  of  which  any  de- 
sired proportion  of  cement,  sand  and  stone  is  delivered  to 
the  mixing  trough.     The  mixer  is  mounted  on  trucks,  and 
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the  hoppers  that  receive  the  sand  and  stone  are  comparatively 
low  down.  The  sand  can  be  wheeled  in  barrows  up  a  run  plank 
and  dumped  into  a  hopper  on  one  side  of  the  mixer,  and  in 
like  manner  the  gravel  or  broken  stone  can  be  delivered  into  a 
hopper  on  the  other  side.  The  cement  is  delivered  in  bags  or 
bwckets  to  a  man  who  dumps  it  into  a  cement  hopper  directly 
over  the  mixer.  All  that  the  operator  needs  to  attend  to  is  to 
see  that  the  men  keep  the  hoppers  comparatively  full.  The 
records  of  work  on  the  two  jobs  mentioned  are  as  follows: 

Job  I. — The  sand  was  delivered    from   the   stock   pile   by  a 
team  hitched  to  a  drag  scraoer,  and  was  dumped  alongside 


Fig  Us.— Bnggs  Cart  DiBirlbutlnB  Concrete  for  Pavement  Foundation. 
the  mixer  where  two  men  shoveled  it  into  the  hopper.  On 
the  same  job  the  concrete  was  hauled  away  from  the  mixer  in 

Briggs'  concrete  carts.  With  a  gang  of  30  men  and  2  to  4 
horses  hauling  concrete  in  Briggs'  carts,  the  contractor  :iver- 
agcil  1,200  s(\.  yds.,  or  200  cu.  yds.,  per  day  of  to  hours.  With 
wages  of  laborers  at  15  cts.  per  hour,  and  a  single  horse  at  the 
same  rate,  the  cost  of  labor  was  26  cts.  per  cu.  yd.,  or  less  than 
4y2  cts.  per  sq.  yd.  of  concrete  base  6  ins.  thick.  The  coal  was 
ft  nominal  item,  and  did  not  add  i  ct.  per  cu.  yd.  to  the  cost. 
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In  this  case  the  mixer  was  set  up  on  a  side  street  and  the 
concrete  was  hauled  in  the  carts  for  a  distance  of  a  block  each 
way  from  the  mixer.  At  first  four  carts  were  used,  but  as  the 
concreting  approached  the  mixer,  less  hauling  was  required, 
and  finally  only  two  carts  were  used.  An  illustration  of  a 
Briggs  cart  is  "given  by  Fig.  113;  it  is  hauled  by  one  horse, 
which  the  driver  leads,  and  is  dumped  by  an  ingenious  device 
operated  from  the  horse's  head.  The  cart  dumps  from  the 
bottom  and  spreads  the  load  in  a  layer  about  8  or  9  ins.  thick, 
so  that  no  greater  amount  of  shoveling  is  necessary  than  when 
barrows  are  used.  It  took  about  20  seconds  for  the  cart  to 
back  up  and  get  its  load  and  about  5  seconds  to  dump  and 
spread  the  load. 

Job  If. — In  this  job  the  mixer  was  charged  with  wheel- 
barrows and  wheelbarrows  were  also  employed  to  take  the 
mixed  concrete  to  the  work,  the  mixer  being  moved  forward 
at  frequent  intervals.  The  stock  piles  were  continuous,  sand 
on  one  side  of  the  street  and  stone  on  the  other  side.  A  1-3-6 
Portland  cement  concrete  was  used,  a  very  rich  mixture  for  a 
6-in.  foundation.  The  organization  of  the  working  gang  was 
as  follows: 

Men  loading  and  wheeling  gravel 8 

Men  assisting  in  loading  gravel 2 

Man  dumping  barrows  into  hopper i 

Men  loading  and  wheeling  sand 3 

Man  dumping  barrows  into  hopper i 

Men  wheeling  concrete  in  barrows 7 

Men  spreading  concrete 3 

Men  tamping  concrete 2 

Man  pouring  cement  into  hopper i 

Man  operating  mixer   i 

Man  shoveling  spilled  concrete i 

Man  opening  cement  bags i 

Engineer    i 

Total  men  in  gang 32 

The  average  day's  output  of  this  gang  was  150  cu.  yds.,  or 
900  sq.  yds.  in  8  hours ;  but  on  the  best  day's  work  the  output 
was  200  cu.  yds.,  or  1,200  sq.  yds.  in  8  hours,  which  is  a  re- 
markable record  for  32  men  and  a  mixer  working  only  8  hours. 
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The  lollowing  is  the  labor  cost  of  8,896  sq.  yds.  of  ^yi-in, 
concrete  foundation  for  an  asphalt  pavement  constructed  in 
New  York  City  in  1904 : 

Item.  Per  sq  yd. 

Foreman  at  $3.75 $0,030 

Laborers  at  $1.50 0.242 

Teams  at  $5 0.040 

Steam  engine  at  $3.50 0.028 


Total  $0,340 

The  concrete  was  a  1-3-6  mixture  and  was  mixed  in  a  Foote 
mixer.  These  costs  are  compiled  from  data  collected  by  the 
authors. 

FOUNDATION  CONSTRUCTION  FOR  STREET 
RAILWAY  TRACK  USING  CONTINUOUS  MIXERS.— 

The  following  account  of  the  methods  and  cost  of  construct- 
ing a  concrete  foundation  for  street  railway  track  at  St.  Louis, 
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Fig.    114.— Concrete    Foundation    for    Street   Railway    Track. 

Mo.,  is  compiled  from  information  published  by  Mr.  Richard 
McCuUoch.  The  work  was  done  by  day  labor  by  the  United 
Railways  Co.,  in  1906.  Figure  114  shows  the  concrete  con- 
struction. A  \-2y2-6y2.  Portland  cement,  broken  stone  con- 
crete mixed  by  machine  was  used. 

The  material  for  the  concrete  was  distributed  on  the  street 
beside  the  tracks  in  advance  of  the  machine,  the  sand  being 
first  deposited,  then  the  crushed  rock  piled  on  that,  and  finally 
the  cement  sacks  emptied  on  top  of  this  pile.  The  materials 
were  shoveled  from  this  pile  into  the  concrete  mixing  machine 
without  any  atten^pt  at  hand  mixing  on  the  street.  Great  care 
was  taken  in  the  delivery  of  materials  on  the  street  to  have 
exactly  the  proper  quantity  of  sand,  rock  and  cement,  so  that 
there  would  be  enough  for  the  ballasting  of  the  track  to  the 
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proper  height  and  that  none  would  be  left  over.  Each  car  was 
marked  with  its  capacity  in  cubic  feet,  and  each  receiver  was 
furnished  with  a  table  by  which  he  could  easily  estimate  the 
number  of  lineal  feet  of  track  over  which  the  load  should  be 
distributed. 

The  concrete  mixing  machines  were  designed  and  built  in 
the  shops  of  the  United  Railways  Co.  Three  machines  were 
used  in  this  work,  one  for  each  gang.  The  machine  is  com- 
posed of  a  Drake  continuous  worm  mixer,  fed  by  a  chain 
dragging  in  a  cast-iron  trough.  The  trough  is  36  ft.  long,  so 
that  there  is  room  for '14  men  to  shovel  into  it.  Water  is 
sprayed  into  the  worm  after  the  materials  are  mixed  dry.  This 
water  was  obtained  from  the  fire  plugs  along  the  route.  In 
the  first  machine  built,  the  Drake  mixer  was  8  ft.  long.  In 
the  two  newer  machines  the  mixer  was  10  ft.  long.  Both  the 
conveyor  and  the  mixer  were  motor  driven,  current  being  ob- 
tained for  this  purpose  from  the  trolley  wire  overhead.  Two 
types  of  machines  were  used,  one  in  which  the  conveyor 
trough  was  straight  and  45  in.  above  the  rail,  and  the  other  in 
which  the  conveyor  trough  was  lowered  back  of  the  mixer, 
being  25  in.  above  the  rail.  The  latter  type  had  the  advantage 
of  not  requiring  such  a  lift  in  shoveling,  but  the  trough  is  so 
low  that  a  motor  truck  cannot  be  placed  underneath  it.  In  the 
high  machine  the  mixer  is  moved  forward  by  a  standard  motor 
truck  under  the  conveyor.  In  the  low  machine  the  mixer  is 
moved  by  a  ratchet  and  gear  on  the  truck  underneath  the 
mixer.  A  crew  of  27  men  is  required  to  work  each  machine, 
and  under  average  conditions  concrete  for  80  lin.  ft.  of  single 
track,  amounting  to  22  cu.  yds.,  can  be  discharged  per  hour. 

The  costs  of  the  concrete  materials  delivered  per  cubic  yard 
of  concrete  were:  Cement,  per  barrel,  $1.70;  sand,  per  cu.  yd., 
$0,675,  and  stone,  per  cu.  yd.,  $0,425.  The  cost  of  the  concrete 
work  per  cubic  yard  and  per  lineal  foot  of  track  was  as 
follows : 

Item.  Per  lin.  ft.  Per  cu.  yd. 

Concrete  materials  $0,791  $2.92 

Labor  mixing  and  placing 0.071  0.26 


Total  labor  and  materials...     $0,862  $3.18 
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FOUNDATION  CONSTRUCTION  USING  BATCH 
MIXERS  AND  WAGON  HAULAGE,  ST.  LOUIS,  MO.— 

The  following  record  of  the  method  and  cost  of  laying  a  con- 
crete foundation  for  street  pavement  using  machine  mixing 
and  wagon  haulage  is  given  by  Mr.  D.  A.  Fisher.  The  founda- 
tion was  6  ins.  thick.  The  gravel  was  dumped  from  wagons 
into  a  large  hopper,  raised  by  a  bucket  elevator  into  bins,  and 
drawn  off  through  gates  into  receiving  hoppers  on  the  charg- 
ing platform  where  the  cement  was  added.  The  receiving 
hoppers  discharged  into  the  mixers,  which  discharged  the 
mixed  concrete  into  a  loading  car  that  dumped  into  wagons, 
which  delivered  it  on  the  street  where  wanted.  The  longest 
haul  in  wagons  was  30  mins.,  but  careful  tests  showed  that  the 
concrete  had  hardened  well.  The  wagons  were  patent  dump 
wagons  of  the  drop-bottom  type.    Mr.  Fisher  says: 

"You  may  consider  the  following  figures  a  fair  average  of 
the  plant  referred  to,  working  to  its  capacity.  To  these 
amounts,  however,  must  be  added  the  interest  on  the  invest- 
ment, the  cost  of  wrecking  the  plant  and  the  depreciation  of 
the  same,  superintendence,  and  the  pay  roll  that  must  be 
maintained  in  wet  weather.  I  am  assuming  the  street  as 
already  brought  to  grade  and  rolled. 

"With  labor  at  $1.75  per  day  of  10  hours,  teams  at  $4,  en- 
gineer and  foremen  at  $3,  and  engine  at  $5  per  day,  concrete 
mixed  and  put  in  place  by  the  above  method  costs : 

Per  cu.  vd. 

To  mix    $0.12  to  $0.15 

To  deliver  to  street o.io  to   0.14 

To  spread  and  tamp  in  place 0.08  to   o.i i 

Total    : $0.30  to  $0.40 

"The  mixers  are  No.  2j4  Smith,  sold  by  the  Contractors' 
Supply  Co,,  Chicago,  111.,  and  a  3^  yd.  cube,  sold  by  Municipal 
Engineering  &  Contracting  Co.,  Chicago. 

"The  above  figures  are  on  the  basis  of  a  batch  every  2  min- 
utes, which  is  easily  maintained  by  using  the  loading  car,  as 
by  this  means  there  will  be  no  delay  in  the  operation  of  the 
plant  owing  to  the  irregularity  of  the  arrival  of  the  teams. 

"My  experience  leads  me  to  believe  that  a  better  efficiency 
can  be  obtained  by  using  mixers  of  i  cu.  yd.  capacity,  and  that 
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the  batch  mixer  is  the  only  type  of  machine  where  any  cer- 
tainty of  the  proportion  of  the  mixture  is  realized." 

FOUNDATION  CONSTRUCTION  USING  A  TRAC- 
TION MIXER. — In  laying  a  6-in.  foundation  for  an  asphalt 
pavement  in  Buffalo,  N.  Y.,  an  average  of  100  sq.  yds,,  or  16.6 
cti.  yds,,  of  concrete  in  place  was  made  per  hour  using  the 
traction  mixer  shown  by  Fig.  115.  This  mixer  was  made  by 
the  Mut]icipal  Engineering  &  Contracting  Co.,  of  Chicago, 
III.,  and  consisted  of  one  of  that  company's  improved  cube 
mixers  operated  by  a  gasoline  engine  and  equipped  with  the 
regulation  mechanical  charging  device  and  also  with  a  swing- 
ing conveyor  to  deliver  the  mixed  concrete  to  the  worl;.  The 
feature  of  the  apparatus  in  its  application  to  paving  work  is 
the  conveyor.  This  was  25  ft.  long  and  pivoted  at  the  mixer 
end  so  as  to  swing  through  an  arc  of  170".  The  mixer  dis- 
charged into  a  skip  or  bucket  traveling  on  the  conveyor  frame 


Fig.  115. — Chicago  Impruvcd  Cube  Trnctlon  Mixer  for  Pavement  Foundation. 

and  discharging  over  the  end  spreading  its  load  anywhere 
within  a  radius  of  25  ft.  In  operation  the  mixer  traveled  along 
the  center  of  the  street,  backing  away  from  the  finished 
foundation  and  toward  the  stock  pile,  which  was  continuous 
and  was  deposited  along  the  center  of  the  street.  The  bulk  of 
the  sand  and  stone  was  thus  shoveled  direct  into  the  charging 
bucket  and  the  remainder  was  wheeled  to  the  bucket  in  bar- 
rows. As  the  charging  bucket  is  only  14  ins.  high  the  bar- 
rows could  be  dumped  directly  into  it  from  the  ground.  The 
gang  worked  was   17  mcluding  a  foreman  and  one  boy,  and 
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with  this  gang  lOO  sq.  yds.  of  6-in.  foundation  was  laid  per 
hour.  Assuming  an  average  wage  of  20  cts.  an  hour  the  cost 
of  mixing  and  placing  the  foundation  concrete  was  3.4  cts.  per 
sq.  yd.  or  20.4  cts.  per  cu.  yd.  for  labor  alone. 

FOUNDATION  CONSTRUCTION  USING  CONTINU- 
OUS MIXER. — ^The  foundation  was  6  ins.  thick  for  an  asphalt 
pavement  and  was  laid  in  Chicago,  111.  The  concrete  used  was 
exceptionally  rich  for  pavement  foundation  work,  it  being  a 
1-3-6  Lehigh  Portland  cement,  broken  stone  mixture.  The 
mixing  was  done  by  machine,  a  mixer  made  by  the  Buffalo 
Concrete  Mixer  Co.,  Buffalo,  N.  Y.,  being  used.  This  mixer 
was  equipped  with  an  elevating  charging  hopper  and  was 
operated  as  a  continuous  mixer.  The  mixer  was  mounted 
on  wheels  and  was  pulled  along  the  center  of  the  street  ahead 
of  the  work  with  its  discharge  end  toward  the  work.  Moves 
of  about  25  to  30  ft.  were  made,  the  mixer  being  pulled  ahead 
for  this  distance  each  time  that  the  concrete  came  up  to  its 
discharge  end.  The  stock  piles  were  continuous,  sand  on  one 
side  and  stone  on  the  other  side  of  the  street.  Cement  was 
stored  in  a  pile  at  each  end  of  the  block.  All  materials  were 
wheeled  from  stock  piles  to  mixer  in  wheelbarrows.  The 
men  wheeling  sand  and  stone  loaded  their  own  barrows, 
wheeled  them  to  the  mixer  and  discharged  them  directly  into 
the  elevating  hopper.  No  runways  were  used,  the  barrows 
being  wheeled  directly  on  the  ground.  The  cement  was 
brought  in  barrows,  two  or  three  bags  being  a  load,  and 
dumped  alongside  a  cement  box  which  was  located  close  to 
and  at  one  side  of  the  elevating  hopper.  A  man  untied  the 
bags  and  emptied  them  into  the  cement  box  and  another  man 
scooped  the  cement  out  of  the  box  in  bucketfuls  and  emptied 
it  over  the  sand  and  stone  in  the  elevating  hopper.  The  mixer 
discharged  onto  a  sheet  iron  shoveling  board,  and  the  concrete 
was  carried  in  shovels  from  shoveling  board  to  place,  the 
length  of  carry  being  a  maximum  of  25  to  30  ft.  Two  men 
were  required  to  pull  down  the  cone  of  concret.e  at  the  dis- 
charge end  of  the  mixer  and  to  keep  the  stone  from  separating 
and  rolling  down  the  sides.  The  gang  was  organized  as 
follows : 
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No.  Men. 

Loading  and  wheeling  stone 10 

Loading  and  wheeling  sand 3  to  4 

Loading  and  wheeling  cement 2 

Untieing  and  emptying  cement  bags i 

Charging  cement  to  hopper i 

Operating  mixer  and  hopper i 

Pulling  down  and  tending  discharge 2 

Carrying  concrete  in  shovels 8 

Spreading  concrete   2 

Tamping  concrete 2 

Sweeping   concrete i 

General  laborers 3 

Foreman   i 

Watchman    i 

Timekeeper i 

Total  gang 40 

This  gang  averaged  1,000  sq.  yds.  of  6-in.  foundation  per 
lo-hour  day;  a  maximum  of  1,400  sq.  yds.  was  laid  in  a  day. 
We  have  thus  an  average  of  167  cu.  yds.  and  a  maximum  of 
234  cu.  yds.  of  concrete  foundation  mixed  and  placed  per 
lo-hour  day.  At  an  average  wage  of  $2  per  day  the  average 
labor  cost  of  mixing  and  placing  concrete  was  48  cts.  per  cu. 
yd.  or  8  cts.  per  sq.  yd.  of  6-in.  foundation.  It  was  stated  that 
the  gang  was  larger  by  three  men  than  was  ordinarily  used 
owing  to  certain  extra  work  being  done  at  the  time  that  the 
above  figures  were  collected.  Taking  out  three  extra  men  and 
the  timekeeper  and  watchman  we  get  34  men  actually  working 
in  mixing  and  placing  concrete.  This  reduced  gang  gives  us  a 
labor  cost  for  mixing  and  placing  of  about  41  cts.  per  cu.  ytl. 
or  6.8  cts.  per  sq.  yd.  of  6-in.  foundation. 

FOUNDATION  CONSTRUCTION  USING  A  BATCH 
MIXER. — The  following  figures  are  an  average  of  several 
jobs  using  a  Ransome  V2-CU.  yd.  mixer  for  constructing  6-in. 
foundations.  The  mixer  was  moved  1,000  ft.  at  a  time  and  the* 
work  conducted  500  ft.  in  each  direction  from  each  station. 
The  concrete  materials  were  delivered  from  stock  pile  to 
mixer  in  wheelbarrows  and  the  mixed  concrete  was  hauled  to 
the  work  in  two-wheeled  Ransome  carts.  Run  planks  were  laid 
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for  the  carts  and  one  man  readily  pushed  a  cart  holding  6  cu. 
ft.    The  men  had  to  work  fast  on  the  long  haul  but  had  an 
easy  time  when  the  haul  was  short.    The  organization  of  the 
gang  was  as  follows,  wages  being  $1.50  per  day: 
10  men  loading  and  wheeling  stone $15.00 

4  men  loading  and  wheeling  sand 6.00 

2  men  handling  cement    3.00 

I  fireman  2.00 

I  man  dumping  mixer 1.50 

5  men  wheeling  carts    7.50 

3  men  spreading  and  ramming 4.50 

I  foreman    3.50 

Total  wages  per  day $43.cx) 

This  gang  averaged  1,080  sq.  yds.  of  6-in.  foundation  or  180 
cu.  yds.  of  concrete  in  place  per  day  which  gives  a  labor  cost 
of  24  cts  per  cu.  yd.  or  4  cts.  per  sq.  yd.  for  mixing  and 
placing. 


CHAPTER    XV. 

METHODS    AND    COST    OF    CONSTRUCTING   SIDE- 
WALKS, PAVEMENTS  AND  CURB  AND  GUTTER. 

Next  to  pavement  foundations  the  most  extensive  use  of 
concrete  in  street  work  is  for  cement  walks  and  concrete  curb 
and  gutter.  Usually  the  mixing  and  placing  of  the  concrete 
is  hand  work,  practically  the  only  exceptions  being  where 
pavement  base,  curbing  and  sidewalks  are  built  all  at  once, 
using  machine  mixers.  The  same  objections  that  have  been 
raised  to  machine  mixers  in  laying  pavement  foundation  are 
raised  against  them  for  curb  and  walk  construction,  and  owing 
to  the  much  smaller  yardage  per  lineal  foot  of  street  in  walk 
and  curb  work  these  objections  carry  more  force  than  they  do 
in  case  of  paving  work.  Another  argument  against  the  use  of 
mixers  is  that  both  walk  and  curb  and  gutter  work  involve  the 
use  of  forms  and  the  application  of  mortar  finish,  the  placing 
of  which  are  really  the  limiting  factors  in  the  rate  of  progress 
permissible,  and  this  rate  is  too  slow  to  consume  an  output 
necessary  to  make  a  mixer  plant  economical  as  compared  with 
hand  mixing  where  so  much  transportation  is  involved.  Con- 
crete sidewalk  and  curb  work  are  essentially  hand  mixing 
work;  they,  therefore,  involve  a  careful  study  of  the  econ- 
omies of  hand  mixing  and  wheelbarrow  haulage  which  are 
fully  discussed  in  Chapter  II. 

CEMENT    SIDEWALKS. 
Sidewalk  construction  consists  in   molding  on  a  suitably 
prepared  sub-base  a  concrete  slab  from  3^  to  7J/<  ins.  thick, 
depending  on  practice,  and  finishing  its  top  surface  with  a 
y2  to  ij4-in.  wearing  surface  of  cement  mortar. 

GENERAL  METHOD  OF  CONSTRUCTION.— The  ex- 
cavation and  preparation  of  the  subgrade  call  for  little  notice 
beyond  the  warning  that  they  should  never  be  neglected.  The 
authors  have  seen  many  thousands  of  feet  of  cement  walk  laid 
in  the  middle  West  in  which  the  sub-base  was  placed  directly 
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on  the  natural  sod,  often  covered  with  grass  and  weeds  a  foot 
high.  Such  practice  is  wholly  vicious.  The  sod  should 
always  be  removed  and  the  surface  soil  excavated  to  a  depth 
depending  upon  the  climate  and  nature  of  the  ground  and  the 
foundation  bed  well  tamped.  From  4  to  6  ins.  depth  of  exca- 
vation will  serve  where  the  soil  is  reasonably  hard  and  there 
are  no  heavy  frosts;  with  opposite  conditions  a  12-in.  exca- 
vation is  none  too  deep.  The  thickness  of  the  broken  stone, 
gravel,  cinder  or  sand  sub-base  should  likewise  be  varied  with 
the  character  of  the  soil,  the  conditions  of  natural  drainage 
and  the  prevalence  of  frost.  In  well  drained  sandy  soils  6  to 
8  ins.  of  sub-base  are  sufficient,  but  in  clayey  soils  with  poor 
natural  drainage  the  sub-base  should  be  from  10  to  12  ins. 
thick  at  least;  the  local  conditions  will  determine  the  thick- 
ness of  sub-base  necessary  and  in  places  it  may  be  desirable 
to  provide  by  artificial  drainage  against  the  accumulation  of 
water  under  the  concrete.  Tile  drains  are  better  and  cheaper 
than  excessively  deep  foundations.  The  thorough  tamping  of 
the  sub-base  is  essential  to  avoid  settling  and  subsequent 
cracking  of  the  concrete  slab.  This  is  a  part  of  sidewalk  work 
which  is  often  neglected. 

Portland  cement  concrete,  sand  and  broken  stone  or  gravel 
mixtures  in  the  proportions  of  J-3-5  and  1-3-6  are  used  for  base 
slabs.  For  walks  up  to  7  ft.  wide  the  slab  is  made  3J/2  ins. 
thick  for  residence  streets  and  4}^  to  5  ins.  thick  for  business 
streets;  for  wider  walks  the  thickness  is  increased  to  7  ins. 
for  8-ft.  width  and  73/2  ins.  for  9  to  lo-ft.  width.  Roughly 
the  thickness  of  the  walk  in  inches  (base  and  top  together)  is 
made  about  equal  to  its  width  in  feet.  The  concrete  is  de- 
deposited  in  a  single  layer  and  tamped  thoroughly,  either  in 
separate  blocks  behind  suitable  forms  or  in  a  continuous  slab 
which  is  while  fresh  cut  througl^  to  make  separate  blocks. 
For  walks  up  to  8  ft.  wide  the  slab  is  divided  by  transverse 
joints  spaced  about  the  width  of  the  walk  apart,  but  for  the 
wider  walks  the  safety  of  this  division  depends  upon  the  thick- 
ness of  the  base ;  an  8-ft.  walk  w'ith  a  5-in.  base  can  safely  be 
laid  with  joints  8  ft.  apart,  but  if  the  slab  is  only  4  ins.  thick 
it  had  better  be  laid  in  4  x  4-ft.  squares.  The  mode  of  pro* 
cedure  in  base  construction  is  as  follows: 
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The  sub-base  being  laid,  side  forms  held  by  stakes  are 
placed  as  shown  by  Fig.  1 16,  with  the  top  edges  of  the  boards 
exactly  to  the  grade  of  the  top  surface  of  the  finished  walk. 
The  concrete  is  then  deposited  between  these  side  forms  and 
tamped  until  it  is  brought  up  to  the  level  marked  by  the 
templet  A.  If  the  plan  is  to  deposit  the  base  in  sections  trans- 
verse plates  of  ^  to  14  ill'  steel  are  set  across  the  walk  be- 
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Fig.    116.— Sketch   Showing  Method  of   Constructing  Cement   Walks. 

tween.  the  side  boards  at  proper  intervals  and  the  concrete 
tamped  behind  them ;  sometimes  the  concreting  is  done  in 
alternate  blocks.  When  the  steel  plate  is  withdrawn  an  open 
joint  is  left  for  expansion  and  contraction.  Where  the  plan  is 
to  lay  the  base  in  "dne  piece  which  is  afterwards  cut  into 
blocks,  the  cutting  is  done  with  a  spade  or  cleaver. 


Fig.   117.— "Jointer"  for  Cement   Sidewalk  Work. 

Portland  cement  mortar  mixed  i  to  1 3^  to  i  to  2  is  used 
for  the  wearing  surface,  and  is  laid  from  J/^  in.  to  ij^  ins. 
thick,  depending  upon  the  width  of  the  walk  and  the  thickness 
of  the  base.  As  a  rule  the  mortar  is  mixed  rather  stiff ;  it  is 
placed  with  trowels  in  one  coat  usually,  but  sometimes  in  two 
coats,  and  less  often  by  tamping.  The  mortar  coat  is  brought 
up  flush  with  the  top  edges  of  the  side  forms  by  means  of  the 
templet  B,  and  the  top  finished  by    floating    and    troweling. 
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The  wearing  coat  is  next  divided  into  sections  corresponding 
with  the  sections  into  which  the  base  is  divided,  by  cutting 
through  it  with  a  trowel  guided  by  a  straight  edge  and  then 
rounding  the  edges  of  the  cut  with  a  special  tool  called  a 
jointer  and  shown  by  Fig.  117.  An  edger,  Fig.  118,  is  then  run 
around  the  outside  edges  of  the  block  to  round  them.  The  lay- 
ing of  the  mortar  surface  must  always  follow  closely  the 
laying  of  the  base  so  that  the  two  will  set  together. 

BONDING  OF  WEARING  SURFACE  AND  BASE.— 

Trouble  in  securing  a  perfect  bond  between  the  wearing  sur- 
face and  the  base  usually  comes  from  one  or  more  of  the  fol- 
lowing causes:  (i)  Applying  the  surface  after  the  base  con- 
crete has  set.  While  several  means  are  available  for  bonding 
fresh  to  old  concrete  as  described  in  Chapter  XXIV,  the  better 


Fig.    118.--"Edger"   for  Cement  Sidewalk   Work. 

practice  is  not  to  resort  to  them  except  in  case  of  necessity 
but  to  follow  so  close  yvith  the  surfacing  that  the  base  will 
not  have  had  time  to  take  initial  set.  (2)  Poor  mixing  and 
tamping  of  this  base  concrete.  (3)  Use  of  clayey  gravel  or 
an  accumulation  of  dirt  on  the  surface.  In  tamping  clayey 
gravel  the  water  flushes  the  clay  to  the  surface  and  prevents 
the  best  bond.  (4)  Poor  troweling,  that  is  failure  to  press  and 
work  the  mortar  coat  into  the  base  concrete.  Some  contract- 
ors advocate  tamping  the  mortar  coat  to  obviate  this  danger. 
Conversely,  to  make  the  surface  coat  adhere  firmly  to  the  base 
it  must  be  placed  before  the  base  concrete  has  set ;  the  base 
concrete  must  be  thoroughly  cleaned  or  kept  clean  from  sur- 
face dirt;  the  surface  coat  must  be  tamped  or  troweled 
forcibly  into  the  base  concrete  so  as  to  press  out  all  air  and 
the  film  of  water  which  collects  on  top  of  the  concrete  base. 
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PROTECTION  OF  WORK  FROM  SUN  AND  FROST. 

— Sun  and  frost  cause  scaling  and  hair  cracks.  For  work  in 
freezing  weather  the  water,  sand  and  gravel  should  be  heated 
or  salt  used  to  retard  freezing  until  the  walk  can  be  finished; 
it  may  then  be  protected  from  further  action  of  the  frost  by 
covering  it  first  with  paper  and  then  with  a  mattress  of  saw- 
dust, shavings  or  sand  and  covering  the  whole  with  a  tar- 
paulin. Methods  of  heating  concrete  materials  and  rules  for 
compounding  salt  solutions  are  given  in  Chapter  VII.  The 
danger  from  sun  arises  from  the  too  rapid  drying  out  of  the 
surface  coating;  the  task  then  is  to  hold  the  moisture  in  the 
work  until  the  mixture  has  completely  hardened.  Portable 
frames  composed  of  tarpaulin  stretched  over  2  x  4-in.  strips 
may  be  laid  over  the  finished  walk  to  protect  it  from  the  direct 
rays  of  the  sun ;  these  frames  can  be  readily  removed  to  per- 
mit sprinkling.  Practice  varies  in  the  matter  of  sprinkling, 
but  it  is  the  safe  practice  in  hot  weather  to  sprinkle  frequently 
for  several  days.  Moisture  is  absolutely  necessary  to  the  per- 
fect hardening  of  cement  work  and  a  surplus  is  always  better 
than  a  scarcity.  In  California  the  common  practise  is  to  cover 
the  cement  walk,  as  soon  as  it  has  hardened,  with  earth  which 
is  left  on  for  several  days. 

CAUSE  AND  PREVENTION  OF  CRACKS.— Cracks  in 
cement  walks  are  of  two  kinds,  fractures  caused  by  any  one  of 
several  construction  faults  and  which  reach  through  the  sur- 
face coating  or  through  both  surface  and  base,  and  hair  cracks 
which  are  simply  skin  fractures.  Large  cracks  are  the  result 
of  constructive  faults  and  qne  of  the  most  common  of  these 
is  poor  foundation  construction  ;  other  causes  are  poor  mixing 
and  tamping  of  the  base,  too  large  blocks  for  thickness  of  the 
work,  failure  to  cut  joints  through  work.  Hair  cracks  are  the 
result  of  flushing  the  neat  cement  to  the  surface  by  excessive 
troweling  or  the  use  of  too  wet  a  mixture.  The  prevention  of 
cracks  obviously  lies  in  seeing  that  the  construction  faults 
cited  do  not  exist.  If  expansion  joints  are  not  provided,  a 
long  stretch  of  cement  walk  will  expand  on  a  hot  day  and 
bulge  up  at  some  point  of  weakness  breaking  the  walk. 

COST  OF  CEMENT  WALKS.— The  cost  of  cement  walks 
is  commonly  estimated  in  cents  per  square  foot,  including  the 
necessary  excavation   and  the  cinder  or  gravel   foundation. 
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The  excavation  usually  costs  about  13  cts.  per  cu.  yd.,  and  if 
the  earth  is  loaded  into  wagons  the  loading  costs  another  10 
cts.  per  cu.  yd.,  wages  being  15  cts.  per  hr.  The  cost  of  cart- 
ing depends  upon  the  length  of  haul,  and  may  be  estimated 
from  data  given  in  Chapter  III.  If  the  total  cost  of  excava- 
tion is  2y  cts.  per  cu.  yd.,  and  if  the  excavation  is  12  ins.  deep, 
we  have  a  cost  of  i  ct.  per  sq.  ft.  for  excavation  alone.  Usu- 
ally the  excavation  is  not  so  deep,  and  often  the  earth  from  the 
excavation  can  be  sold  for  filling  lots. 

In  estimating  the  quantity  of  cement  required  for  walks,  it 
is  well  to  remember  that  100  sq.  ft.  of  walk  i  in.  thick  require 
practically  0.3  cu.  yd.  concrete.  If  the  concrete  base  is  3  ins. 
thick,  we  have  0.3  x  3,  or  0.9  cu.  yd.  per  100  sq.  ft.  of  walk. 
And  by  using  the  tables  in  Chapter  II  we  can  estimate  the 
quantity  of  cement  required  for  any  given  mixture.  In  cement 
walk  work  the  cement  is  commonly  measured  loose,  so  that  a 
barrel  can  be  assumed  to  hold  4.5  cu.  ft.  of  cement.  If  the 
barrel  is  assumed  to  hold  4.5  cu.  ft.,  it  will  take  less  than  i  bbl. 
of  cement  to  make  i  cu.  yd.  of  1-3-6  concrete;  hence  it  will 
not  require  more  than  0.9  bbl.  cement,  0.9  cu.  yd.  stone,  and 
0.45  cu.  yd.  sand  per  100  sq.  ft.  of  3-in.  concrete  base.  The  I -in. 
wearing  coat  made  of  i-iJ4  mortar  requires  about  3  bbls.  of 
cement  per  cu.  yd.,  if  the  barrel  is  assumed  to  hold  4.5  cu.  ft., 
and  since  it  takes  0.3  cu.  yd.  per  100  sq.  ft.,  i  in.  thick,  we 
have  0.3  X  3,  or  0.9  bbl.  cement  per  100  sq.  ft.  for  the  top  coat. 
This  makes  a  total  of  1.8  bbls.  per  100  sq.  ft.,  or  i  bbl.  makes 
55  sq.  ft.  of  4-in.  walk. 

As  the  average  of  a  number  of  small  jobs,  the  authors'  rec- 
ords show  the  following  costs  per  sq.  ft.  of  4-in.  walk  such  as 
just  described: 

Cts.  per  sq.  ft. 

Excavating;  8  ins.  deep 0.65 

Gravel  for  4-in.  foundation,  at  $1.00  per  cu.  yd 1.20 

0.018  bbl.  cement,  at  $2.00 3.60 

0.009  c"-  y^-  broken  stone,  at  $1.50 1.35 

0.006  cu.  yd.  sand,  at  $1 .00 0.60 

Labor  making  walk  1.60 

Total  cents  9.00 
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This  is  9  cts.  per  sq.  ft.  of  finished  walk.  The  gangs  that 
built  the  walk  were  usually  two  masons  at  $2.50  each  per 
lo-hr.  day  with  two  laborers  at  $1.50  each.  Such  a  gang  aver- 
aged 500  sq.  ft.  of  walk  per  day. 

Cost  at  Toronto,  Ont.— Mr.  C.  H.  Rust,  City  Engineer,  To- 
ronto, Ont.,  gives  the  following  costs  of  constructing  concrete 
sidewalks  by  day  labor.  The  sidewalks  have  a  4-in.  founda- 
tion of  coarse  gravel  or  soft  coal  cinders,  thoroughly  consoli- 
dated by  tamping  or  rolling,  upon  which  is  placed  a  334-in. 
layer  of  concrete  composed  of  i  part  Portland  cement,  2  parts 
clean,  sharp,  coarse  sand,  and  5  parts  of  approved  furnace  slag, 
broken  stone  or  screened  gravel.  The  wearing  surface  is  i  in. 
thick,  or  I  part  Portland  cement,  1  part  clean,  sharp,  coarse 
sand,  and  3  parts  screened  pea  gravel,  crushed  granite, 
quartzite  or  hard  limestone.  Costs  are  given  of  a  6-ft.  arid  a 
4-ft.  walk  as  follows: 

COST  OF  6  FT.  SIDEWALK. 

Per  100 
Item.  sq.  ft. 

Labor $  5.59 

Cement,  1.66  bbls.,  at  $1.54 2.49 

Gravel,  2.y  cu.  yds.,  at  $0.80 2.21 

Sand,  0.46  cu.  yd.,  at  $0.80 0.37 

Water 0.05 


Total    ?io.7i 

COST  OF  4  FT.  SIDEWALK. 

Per  100 
Item.  sq.  ft. 

Labor   $  6.73 

Cement,  2.04  bbls.,  at  $1.54 3.15 

Gravel,  2.06  cu.  yds.,  at  $0.80 1.65 

Sand,  0.49  cu.  yd.,  at  $0.80 0.39 

Water    0.07 


Total $11.99 

.  The  rates  of  wages  and  the  number  of  men  employed  were 
as  follows:  i  foreman,  at  $3.50  per  day;  i  finisher,  at  30  cts. 
per  hour;  i  helper,  at  22  cts.  per  hour;  15  laborers,  at  20  cts. 
per  hour. 
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Cost  at  Quincy,  Mass. — ^The  following  costs  are  given  by 
Mr.  C.  M.  Saville  for  constructing  695  sq.  yds.  of  granolithic 
walk  around  the  top  of  the  Forbes  Hill  Reservoir  embank- 
ment at  Ouincv,  Mass.  This  walk  was  laid  on  a  broken  stone 
foundation  12  ins.  thick ;  the  concrete  base  was  4  ins.  thick  at 
the  sides  and  5  ins.  thick  at  the  center ;  the  granolithic  finish 
was  I  in.  thick.  The  walk  was  6  ft.  wide  and  was  laid  in  6-ft. 
sections,  a  steel  plate  being  used  to  keep  adjacent  sections  en- 
tirely separate.  The  average  gang  was  6  men  and  a  team  on 
the  base  and  2  masons  and  i  tender  on.  the  finish.  The  aver- 
age length  of  walk  finished  per  day  was  60  ft.  The  cost  was 
as  follows: 

Stone  Foundation  :  Per  cu.  yd.       Per  sq.  ft. 

Broken  stone  for  12-in.  foundation $  0.40  $0,015 

Labor  placing  at  15  cts.  per  hour 1.50  0.056 

Totals    $  1.90  $0,071 

Concrete  Base  4J/2  ins.  Thick : 

1.22  bbls.  cement  per  cu.  yd.  at  $1.53. . .  .$  1.87  $0,026 

0.50  cu.  yd.  sand  per  cu.  yd.  at  $1.02. .. .     0.51  0.007 

0.84  cu.  yd.  stone  per  cu.  yd.  at  $1.57. . . .     1.32  0.019 

Labor  (6  laborers,  i  team) 3.48  0.050 

Total  for  90  cu.  yds $  7.18  $0,102 

Granolithic  Finish  i  in.  Thick : 

4  bbls.  cement  per  cu.  yd.  at  $1.53 $  6.12  $0,019 

0.8  cu.  yd.  sand  at  $1 0.80  0.002 

Lampblack   0.29  o.ooi 

Labor  (2  masons,  i  helper) 6.36  0.016 

Totals    $13.57  $0,038 

The  two  masons  received  $2.25  per  day  each  and  their 
helper  $1.50  per  day,  and  they  averaged  360  sq.  ft.  per  day, 
which  made  the  cost  1%  cts.  per  sq.  ft.  for  labor  laying 
granolithic  finish.  The  cost  of  placinf^  the  foundation  stone  is 
very  high  and  the  cost  of  concrete  base  also  runs  unusually 
high,  the  reasons  for  these  high  costs  are  not  evident. 

Cost  a,t  San  Francisco. — Mr.  George  P.  Wet  more,  of  the 
contracting  firm  of  Gushing  &  Wetmore,  San  Francisco,  gives 
the  following  figures  relating  to  sidewalk  work  in  that  city 
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The  foundations  of  cement  walks  in  the  residence  district  of 
San  Francisco  are  2^  ins.  thick,  made  of  i  2-6  concrete,  the 
stone  not  exceeding  i  in.  in  size.  The  wearing  coat  is  yi  in. 
thick,  made  of  i  part  cement  to  i  part  screened  beach  gravel. 
The  cement  is  measured  loose,  4.7  cu.  ft  per  barrel.  The 
foundation  is  usually  laid  in  sections  10  ft.  long ;  the  width  of 
sidewalks  is  usually  15  ft.  The  top  coat  is  placed  immediately, 
leveled  with  a  straight  edge  and  gone  over  with  trowels  till 
fairly  smooth.  After  the  initial  set  and  first  troweling,  it  is 
left  until  quite  stiff,  when  it  is  troweled  again  and  polished — 
a  process  called  *'hard  finishing."  The  hard  finish  makes  the 
surface  less  slippery.  The  surface  is  then  covered  with  sand, 
and  watered  each  day  for  8  or  10  days.  The  contract  price  is 
9  to  10  cts.  per  sq.  ft.  for  a  3-in.  walk;  12  to  14  cts.  for  a  4-in. 
walk  having  a  wearing  coat  ^  to  i-in.  thick.  A  gang  of  3  or  4 
men  averages  150  to  175  sq.  ft.  per  man  per  day  of  9  hrs. 
Prices  and  wages  are  as  follows: 

Cement,  per  bbl $2-.50 

Crushed  rock,  per  cu.  yd. 1.75 

Gravel  and  sand  for  foundation,  per  cu.  yd 1.40 

Gravel  for  top  finish,  per  cu.  yd 1.75 

Finisher  wages,  best,  per  hr 0.40 

Finisher  helper,  best,  per  hr 0.25 

Laborer,  best,  per  hr 0.20 

Cost  in  Iowa. — Mr.  L.  L.  Bingham  sent  out  letters  to  a  large 
number  of  sidewalk  contractors  in  Iowa  asking  for  data  of 
cost.  The  following  was  the  average  cost  per  square  foot  as 
given  in  the  replies : 

Cts.  per  sq.  ft. 

Cement,  at  $2  per  bbl 3.6 

Sand  and  gravel i-S 

Labor,  at  $2.30  per  day  (average) 2.2 

Incidentals,  estimated 0.7 

Total  per  sq.  ft 8.0 

This  applies  to  a  walk  4  ins.  thick,  and  includes  grading  in 
some  cases,  while  in  other  cases  it  does  not.  Mr.  Bingham 
writes  that  in  this  respect  the  replies  were  unsatisfactory.  He 
also  says  that  the  average  wages  paid  were  $2.30  per  man  per 
day.    It  will  be  noted  that  a  barrel  of  cement  makes  5514  sq. 
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ft.  of  walk,  or  it  takes  1.8  bbls.  per  100  sq.  ft.    The  average 
contract  price  for  a  4-in.  walk  was  liyi  cts.  per  sq.  ft. 

CONCRETE   PAVEMENT. 

Concrete  pavement  is  constructed  in  all  essential  respects 
like  cement  sidewalk.  The  sub-soil  is  crowned  and  rolled 
hard,  then  drains  are  placed  under  the  curbs;  if  necessary  to 
secure  good  drainage  a  sub-base  of  gravel,  cinders  "or  broken 
stone  4  to  8  ins.  thick  is  laid  and  compacted  by  rolling.  The 
foundation  being  thus  prepared  a  base  of  concrete  4  to  5  ins. 
thick  is  laid  and  on  this  a  wearing  surface  2  to  3  ins.  thick. 
As  showing  specific  practice  we  give  the  construction  in  two 
cities  which  have  used  concrete  pavement  extensively. 

Windsor,  Ontario. — The  street  is  first  excavated  to  the 
proper  grade  and  crown  and  rolled  with  a  15-ton  roller.    Tile 
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Fig.  119. — Concrete  Pavement,  Windsor,  Canada. 

drains  are  then  placed  directly  under  the  curb  line  and  a 
6x  i6-in.  curb  is  constructed,  using  1-2-4  concrete  faced  with 
1-2  mortar.  Including  the  3-in.  tile  drain  this  curb  costs  the 
city  by  contract  38  cts.  per  lin.  ft.  The  pavement  is  then  con- 
structed between  finished  curbs,  as  shown  by  Fig.  119. 

The  fine  profile  of  the  sub-grade  is  obtained  by  stretching 
strings  from  curb  to  curb,  measuring  down  the  required  depth 
and  trimming  oflf  the  excess  material.  The  concrete  base  is 
then  laid  4  ins.  thick.  A  1-3-7  Portland  cement  concrete  is 
used,  the  broken  stone  ranging  from  J4  i"-  to  3  ins.  in  size,  and 
it  is  well  tamped.  This  concrete  is  mixed  by  hand  and  as  each 
batch  is  placed  the  wearing  surface  is  put  on  and  finished. 
The  two  layers  are  placed  within  10  minutes  of  each  other, 
the  purpose  being  to  secure  a  monolithic  or  one-piece  slab. 
The  top  layer  consists  of  2  ins.  of  1-2-4  Portland  cement  and 
screened  gravel,  J4  ^^'  to  i  in.,  concrete.  This  layer  is  put  on 
rather  wet,  floated  with  a  wooden  float  and  troweled  with  a 
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Steel  trowel  while  still  wet.    Some  20,500  sq.  yds.  of  this  con- 
struction have  been  used  and  cost  the  city  by  contract : 

Per  sq.  yd. 

Bottom  4-in.  layer  1-3-7  concrete $0.57 

Top  2-in.  layer  1-2-4  concrete 0.32 

Excavation    o.io 

Total    $0.99 

This  construction  was  varied  on  other  streets  for  the  pur- 
pose of  experiment.  In  one  case  a  4-in.  base  of  1-3-7  stone 
concrete  was  covered  with  2  ins.  of  1-2-2  gravel  concrete.  In 
other  cases  the  construction  was:  4-in.  base  of  1-3-7  stone 
concrete;  ij4-in.  middle  layer  of  1-2-4  gravel  concrete,  and 
j4-in.  top  layer  of  1-2  sand  mortar.  All  these  constructions 
have  been  satisfactory;  the  pavement  is  not  slippery.  The 
cost  to  the  city  by  contract  for  the  three-layer  construction 
has  in  two  cases  been  as  follows : 

Church  St.,  8,000  sq.  yds. :  Per  sq.  yd. 

4-in.  base  1-3-7  concrete $0.57 

I  j4-in.  1-2-4  and  3^-in  1-2  mixture 0.32 

Excavation o.io 

Total    $0.99 

Albert  and  Wyandotte  Sts.,  400  sq.  yds. :  Per  sq.  yd. 

4-in.  base  1-3-7  concrete $0.66 

I  y2''m.  1-2-4  and  J^-in.  1-2  mixture 0.39 

Excavation    o.io 

Total    $1.15 

The  cost  of  materials  and  rates  of  wages  were  about  as 
follows : 

Portland  cement  f.  o.  b.  cars  Windsor,  per  bbl $2.05 

River  sand,  per  cu.  yd 1.15 

River  gravel,  screened,  per  cu.  yd 1.25 

Crushed  limestone,  J4  ^^  3  ins.,  per  ton 1.15 

Labor,  per  day 1.75  to  2.00 

At  these  prevailing  prices  the  contractor  got  a  fair  profit  at 
the  contract  price  of  $1.15;  at  99  cts.,  any  profit  is  question- 
able, according  to  City  Engineer  George  S.  Ilanes,  who  gives 
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us  the  above  records.    Expansion  joints  are  located  from  20  to 
80  ft.  apart  and  are  filled  with  tar. 

Richmond,  Ind. — The  first  concrete  pavement  was  built  in 
1896  and  since  then  it  has  been  used  extensively,  especially 
for  wide  alleys  and  narrow  streets  where  trafnc  is  heavy  and 
concentrated  in  small  space.  The  methbd  of  construction  has 
varied  from  time  to  time  but  the  construction  shown  by  Fig. 
120  is  fairly  representative.  Usually  a  1-3-5  concrete  is  used 
for  the  base,  5  ins.  thick,  and  a  1-2  mortar  for  the  top  coat,  lyi 
ins.  thick.  In  1904  this  pavement  cost  the  city  by  contract 
16  cts.  per  sq.  ft.  or  $1.54  per  sq.  yd,  with  wages  and  prices  as 
follows:     Stone  on  the  work,  $1.25  per  cu.  yd.;  gravel  and 
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Pig.    120.— Concrete   Pavement,   Richmond,    Ind. 

sand,  $0.75  per  cu.  yd. ;  cement,  $2.25  per  barrel ;  common  la- 
borers, i6j/^  cts.  per  hour,  and  cement  finishers,  40  cts.  per 
hour. 

CONCRETE  CURB  AND  GUTTER. 

Current  practice  varies  materially  in  constructing  concrete 
curb  and  gutter.  The  more  common  practice  is  to  lay  the 
curb  and  water  table  in  one  piece,  or  as  a  monolith,  but  this  is 
b3/  no  means  universal  practice.  In  much  work  the  curb  wall 
and  the  water  table  slab  are  constructed  separately,  the  con- 
struction joint  being  sometimes  horizontal  where  the  curb 
wall  sits  on  the  slab  and  sometimes  vertical  where  the  water 
table  butts  against  the  wall.  Again  it  is  the  common  practice 
to  construct  curb  and  gutter  in  sections,  laid  either  alternately 
or  in  succession,  separated  by  sand  joints  to  provide  for  ex- 
pansion and  contraction,  but  this  is  not  universal  practice, 
much  of  such  work  being  constructed  as  a  continuous  wall 
with  no  provision  for  temperature  movements  except  the  nat- 
ural breaks  at  driveways.  All  of  these  types  of  construction 
appear  to  have  given  reasonable  satisfaction,  but  exact  data 
for  a  final  comparison  are  not  available,  so  that  we  are  forced 
to  reason  on  general  principles.  Such  a  course  of  reasoning 
indicates  that  the  best  results  should  be  expected  where  the 
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curb  and  water  table  are  built  in  one  piece  and  in  sections  of 
reasonable  length  separated  by  expansion  /joints. 

FORM  CONSTRUCTION.— The  form  construction  for 
curb  and  gutter  work  is  determined  by  the  general  plan  of 
construction  followed, — whether  monolithic  or  two-piece  con- 
struction. In  monolithic  construction  two  types  of  forms  are 
employed,  sectional  or  box  forms  and  continuous  forms.  A 
good  example  of  box  form  is  shown  by  Fig.  121.    This  form 
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ng.  121. — Box  Fbrm  for  Concrete  Curb. 

was  designed  for  a  curb  14  ins.  high  at  the  back,  6  ins.  high  in 
front  and  24  ins.  from  face  of  curb  to  outer  edge  of  gutter,  con- 
structed in  sections  7  ft.  long.  The  form,  it  will  be  observed, 
is  a  complete  box,  in  which  alternate  sections  of  curb  are 
molded  and  after  having  set  are  filled  between  using  the  same 
form  but  dispensing  with  the  end  boards  which  are  replaced 
by  the  completed  sections  of  curb.  A  fairly  representative 
example  of  continuous  form  is  shown  by  Fig.  122;  in  this  con- 
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Fig.   122. — Continuous  Form  for   Concrete  Curb. 

struction  a  continuous  line  of  plank  is  set  to  form  the  back  or 
the  curb  and  another  line  to  form  the  face  of  the  gutter  slab, 
both  lines  being  held  in  place  by  stakes.  When  the  gutter 
slab  concrete  has  been  placed  and  surfaced  the  form  for  the 
front  of  the  curb  is  set  as  shown  and  the  upper  portion  of 
the  curb  wall  concreted  behind  it.  The  method  in  detail  of 
constructing  curb  and  gutter,  with  this  type  of  form,  at 
Ottawa,  Ont.,  is  described  in  a  succeeding  section.    Here  the 
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Joints  were  formed  by  inserting  a  partition  of  ^-in.  boiler 
plate  every  12  ft.,  which  was  withdrawn  just  previous  to  fin- 
ishing up  the  surface ;  the  sections  between  partitions  were 
concreted  continuously.  Another  method  is  to  make  the  par- 
titions of  plank,  concrete  every  other  section,  then  remove  the 
partition  plank  and  concrete  the  remaining  spaces  against  the 
previously  finished  work.  A  different  method  of  supporting 
the  plank  forming  the  face  of  the  curb  wall,  is  to  clamp  it  to 
the  back  form  (Fig.  123),  spacers  being  inserted  to  keep  the 


Fig.    123.— Continuous    Form    for   Concrete  Ctirb. 

two  their  proper  distances  apart.  The  forms  shown  by  Figs. 
121  to  123  are  for  monolithic  curb  and  gutter.  In  two-piece 
construction  where  the  curb  wall  is  constructed  on  the  fin- 
ished gutter  slab  practically  the  same  method  of  construction 
is  employed  as  is  illustrated  by  Fig.  122  except  that  no 
attempt  is  made  to  concrete  the  curb  wall  before  the  slab  con- 
crete has  begun  to  set.  The  more  common  and  the  preferable 
method  of  two-piece  construction  is  illustrated  by  Fig.   124; 


the  curb  proper  is  built  first  using  the  simple  box  form  shown 
at  the  right  hand,  then  the  water  table  is  built  using  the  com- 
pleted curb  as  the  form  for  the  back  and  a  board  held  by 
stakes  as  a  form  for  the  front.  This  board  is  set  with  its  top 
edge  exactly  to  the  grade  of  the  finished  water  table  so  as  to 
perve  as  a  guide  for  one  end  of  the  template,  the  other  end  of 
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which  rides  on  the  top  of  the  finished  curb  wall.  Forms  for 
curves  at  street  intersections  are  best  constructed  by  driving 
stakes  to  the  exact  arc  of  the  curve  and  bending  a  ^-in.  steel 
plate  around  them  or  bending  and  nailing  ^  x  ij^-in.  strips. 
Soaking  the  wood  strips  thoroughly  will  make  them  bend 
easily.  The  cost  of  form  work  in  constructing  curb  and  gutter 
is  chiefly  labor  cost  in  erecting  and  taking  down  the  forms. 

CONCRETE  MIXTURES  AND  CONCRETING— The 
curb  body  is  usually  made  of  a  1-3-5  or  6  concrete  and  the 
curb  finish  of  a  1-2  mortar.  Portland  cement  is  employed 
almost  exclusively.  The  concrete  mixture  commonly  used  is 
of  such  consistency  that  thorough  ramming  is  necessary  to 
flush  the  cement  to  the  surface.  The  cubical  contents  of  com- 
bined curb  and  gutter  of  the  forms  illustrated  will  run  from 
3  to  5  cu.  yds.  per  100  ft.,  and  about  one-eighth  of  this  will 
be  facing  mortar .1  in.  thick;  thus  a  curb  running  5  cu.  yds. 
per  100  ft.  will  contain  per  100  ft.  about  0.83  cu.  yd.  of  mortar 
and  4.17  cu.  yds.  of  concrete.  The  usual  method  of  concreting 
is  to  erect  the  forms  for  the  back  of  the  curb  wall  and  the  front 
of  the  gutter  slab  and  concrete  to  the  height  of  the  water 
table  clear  across ;  then  shape  the  exposed  top  of  the  water 
table  to  section  and  place  the  mortar  finish,  and  then  erect  the 
face  form  for  the  gutter  wall,  bring  the  concrete  backing  and 
vertical  face  finish  up  together  and,  finally,  finish  the  top. 
The  finish  coat  is  placed  by  troweling  on  the  horizontal  sur- 
faces ;  on  the  vertical  face  of  the  curb  wall  it  may  be  placed  in 
any  one  of  several  ways.  Frequently  the  mortar  coat  is  sim- 
ply plastered  against  the  face  board  and  filled  behind  with 
concrete.  Another  method  is  to  lay  a  i-in.  board  against  the 
inside  of  the  form,  concrete  behind  it,  then  withdraw  the 
board,  fill  the  space  with  mortar  and  tamp  concrete  and  mor- 
tar to  a  thorough  bond.  The  special  face  forms  shown  in 
Chapter  VIII  may  be  used  in  place  of  the  l>oard.  The  securing 
of  a  good  bond  between  the  backing  concrete  and  the  mortar 
facing  is  governed  by  the  same  conditions  that  govern  side- 
walk work. 

COST  OF  CURB  AND  GUTTER.— The  cost  of  concrete 
curb  and  gutter  is  commonly  estimated  in  cents  per  lineal  foot. 
The  cost  of  excavating,  loading  and  carting  will  run  about  the 
same  per  cubic  yard  as  for  sidewalks.    Excavating  the  trench 
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and  preparing  the  sub-grade  usually  runs  from  J4  ct.  to  2  cts. 
per  foot  of  curb,  but  sometimes  it  amounts  to  3  cts.  Placing 
the  sub-base  will  cost  for  placing  and  tamping  i  ct.  per  ft.,  to 
which  is  to  be  added  the  cost  of  materials;  a  6-in.  sub-base 
30  ins.  wide  contains  4.7  cu.  yds.,  tamped  measure,  of  ma- 
terials per  100  ft.  The  amount  of  materials  per  foot  depends 
upon  the  cross-section  of  the  curb ;  it  equals  in  cubic  yards  the 
area  of  cross-section  in  square  feet  divided  by  2^,  and  of  this 
volume  about  one-eighth  will  be  1-2  mortar  and  seven-eighths 
1-3-6  concrete.  The  tables  in  Chapter  II  give  the  amounts  of 
materials  per  cubic  yard  of  these  mixtures;  the  product  of 
these  quantities  and  the  cost  of  the  materials  on  the  ground 
gives  the  cost.  The  labor  cost  of  mixing  and  placing,  includ- 
ing the  form  work,  will  run  from  10  to  14  cts.  per  foot.  In 
round  figures  curb  and  gutter  of  the  section  shown  in  the  ac- 
companying illustrations  may  be  estimated  to  cost  in  the 
neighborhood  of  40  cts.  per  lineal  foot.  The  following  sec- 
tions give  records  of  cost  of  individual  jobs  of  curb  and  gutter 
construction. 

Cost  at  Ottawa,  Canada. — The  method  and  cost  of  con- 
structing 1,326  ft.  of  concrete  curb  and  gutter  at  Ottawa,  Ont., 
are  given  in  some  detail  by  Mr.  G.  H.  Richardson,  Assistant 
City  Engineer,  in  the  annual  report  of  the  City  Engineer  for 
1905.  We  have  remodeled  the  description  and  rearranged  the 
figures  of  cost  in  the  following  paragraphs. 

The  concrete  curb  was  built  before  doing  any  work  on  the 
roadway,  and  the  first  task  was  the  excavation  of  a  trench  2'/^ 
ft.  wide  and  averaging  i  ft.  8  ins.  in  depth  through  light  red 
sand.  On  the  bottom  of  this  trench  there  was  placed  a  founda- 
tion of  stone  spalls  8  ins.  thick ;  in  width  this  foundation 
reached  from  3  ins.  back  of  the  curb  to  6  ins.  beyond  the  front 
of  the  water  table.  The  curb  was  made  5  ins.  thick  and  ran 
from  10  ins.  to  5J/2  ins.  in  height,  and  the  water  table  was  14 
ins.  wide  and  4  ins.  thick,  with  a  fall  of  ij4  i^^s.  from  front  to 
back.  The  concrete  used  was  a  mixture  of  i  Portland  cement, 
3  sand,  3  ^^-in.  screened  limestone,  and  4  2-in.  stone.  It  was 
deposited  in  forms  and  tamped  to  bring  the  water  to  the  face 
and  then  smoothed  with  a  light  troweling  of  stiflF  mortar. 
.  The  forms  were  constructed  by  first  setting  pickets  and  nail- 
ing to  them  a  back  board  2  ins.  thick  and  12  ins.  wide  and  a 
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front  board  2  ins.  thick  and  6  ins.  wide.  The  concrete  for  the 
water  table  was  deposited  in  this  form  in  sections  and  brought 
to  surface  by  straight  edge  riding  on  wooden  strips  nailed 
across  the  form  and  properly  set  to  slope,  etc.  After  the  water 
table  had  been  troweled  down  and  brushed  a  i  x  lo-in.  board 
was  set  to  mold  the  front  face  of  the  curb.  This  board  was 
sustained  by  small  "knee  frames'*  made  of  three  pieces  of 
I  X  2-in.  stuif,  one  conforming  to  the  slope  of  the  water  table 
and  long  enough  to  extend  beyond  the  front  of  the  2x6-in. 
front  board,  a  second  standing  plumb  and  bearing  against  the 

1  x  lo-in.  face  board,  and  the  third  forming  a  small  corner 
brace  between  the  two  former  to  hold  them  in  their  proper 
relative  positions.  The  i  x  lo-in.  face  board,  etc.,  was  sepa- 
rated from  the  2  x  12-in.  back  board  by  a  5-in.  block  at  each 
end,  and  then  braced  by  the  knee  frames  every  3  or  4  ft.  In 
this  way  it  was  possible  to  bring  this  i  x  lo-in.  board  into  per- 
fect line  by  moving  the  knee  braces  in  or  out,  and  when 
correct  nailing  them  to  the  2  x  6-in.  front  board.  The  i  x  lo-in. 
face  board  being  in  position  and  braced  and  lined,  the  curb 
material  was  thoroughly  tamped  in,  and  when  ready  was  trow- 
eled and  brushed  on  the  top,  a  small  round  being  worked  onto 
the  top  front  corner  with  the  trowel. 

Expansion  joints  were  provided  for  by  building .  into  the 
curb  every  12  ft.,  a  piece  of  ^-in.  boiler  plate,  which  was  after- 
ward withdrawn  and  the  joint  filled  with  sand  and  faced  over. 
As  soon  as  the  concrete  had  set  sufficiently  the  face  board  was 
taken  down  and  face  of  curb  finished  and  brushed,  the  fillet 
between  curb  and  water  table  being  finished  to  2J/2  ins.  radius. 
Circular  curb  and  gutter  of  same  construction  was  built  at 
each  comer,  yi-in.  basswood  being  used  for  forms,  instead  of 

2  X  i-in.  lumber. 

In  addition  to  the  actual  construction  of  curb  and  gutter  the 
cost  given  below  includes  the  cleaning  up  of  the  street,  spread- 
ing or  removal  of  all  surplus  material  from  excavation,  and  the 
extension  of  all  sidewalks  out  to  the  curbs  at  the  corner^.  It 
was  also  necessary  to  maintain  a  watchman  on  this  work, 
which  duty,  under  ordinary  circumstances,  would  be  done  by 
the  general  watchman.  The  total  length  built  was  1,326  ft., 
of  which  1,209  ft.  is  straight  and  117  ft.  curved  to  a  12-ft. 
radius. 
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The  rates  of  wages  paid  were  $2  for  horse  and  cart,  $1.65 
for  watchman,  and  an  average  of  $1.90  per  day  for  labor,  in- 
cluding foreman;  all  for  nine  hours'  work  per  day.  The 
working  force  consisted  of  foreman,  finisher,  handy  man,  four 
concrete  men,  and  three  laborers. 

The  labor  cost  of  the  work  was  as  follows: 

Per  ft.      P.  C.  of 
Item.  Total.  cts.  total. 

Excavation  and  setting  boards.... $  88.90  6.7  30 

Laying  stone  foundation 43-30  3.3  14 

Concreting    61.30  4.6  20 

Finishing  45.15  3.4  15 

Carting    9.85  0.76  3 

Watchman    25.00  1.89  8 

Clearing  up    13.60  1.04  4 

Extras  (sidewalk  extensions) ^7-^3  i-3i  ^ 

Total    $304.33          23.00  100 

The  cost  of  materials  for  curb  and  foundation  were  as 
follows : 

Per  lin.  ft. 

Total.  cts. 

171. 112   tons   spalls $102.93  7.76 

42  tons  2-in.  stone 41.16  3.09 

30.8  tons  J^-in.  stone 4^.57  3.21 

33,000  lbs.  cement 161.70  12.19 

24  cu.  yds.  sand 19.20  145 

Total    , $367.56  27.70 

The  cost  of  supplies  and  tools  was  as  follows: 

1,000  ft.  B.  M.  2x12  boards  charged  off $  9.25 

500  ft.  B.  M.  2x6  boards  charged  off 4.12 

1,000  ft.  B.  M.  I  X  10  boards  charged  off 14-25 

J/>-in.  basswood   4.30 

J/2  keg  3-in.  nails I.42 

V2  keg  4-in.  nails 1.43 

Pickets   3.25 

Tools  charged  off 3.15 

Total    $4117 
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This  total,  when  divided  by  1,326  lin.  ft.  of  curb,  gives  the 
cost  per  lineal  foot  as  about  3  cts.  We  can  now  summarize  as 
follows : 

Per  lin.      P.  C.  of 
Item.  Total.  ft.  total. 

Labor $3'>4  33  23  43 

Material    367.56  28  51 

Supplies    41-17  3  6 

Total    $713-06  $0.54  100 

As  indicated  above,  on  more  extensive  work  the  costs  of 
carting,  watchman,  cleaning  up,  and  extras  would  be  avoided. 
They  cost  on  this  work  5  cts.  and  tlie  work  could  therefore 
be  done  for  49  cts.  if  no  such  charges  were  included.    On  such 


Fig.  isn.— Concrete  Curb  and  Gutter  at  Champaign,  Ul, 

work  also  the  charge  for  supplies  would  be  lower  per  foot  and 
on  any  future  work  the  labor  cost  could  be  materially  lowered, 
this  curb  having  been  somewhat  of  an  experiment  as  to 
method  of  construction.  It  is  thought  that  with  no  charges 
for  carting,  cleaning,  watchman,  and  extras,  and  with  the  ex- 
perience obtained,  this  curb  could  be  built  for  about  46  cts. 
The  proportions  adopted  and  the  method  of  construction  fol- 
lowed, produce  a  very  strong,  dense,  homogeneous  curb  and 
gutter. 

Cost  at  Champaign,  111. — The  following  costs  were  recorded 
by  Mr.  Charles  Apple,  and  relate  to  work  done  at  Champaign, 
111.,  in  1903.  The  work  was  done  by  contract,  at  45  cts.  per 
lin.  ft.  of  the  curb  and  gutter  shown  in  Fig.  125. 
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The  concrete  curb  and  gutter  was  built  in  a  trench  as  shown 
in  the  cut.  The  earth  was  removed  from  this  trench  with 
pick  and  shovel  at  a  rate  of  i  cu.  yd.  per  man  per  hour.  The 
concrete  work  was  built  in  alternate  sections,  7  ft.  in  length. 
A  continuous  line  of  planks  was  set  on  edge  to  form  the  front 
and  back  of  the  concrete  curb  and  gutter ;  and  wood  partitions 
staked  into  place,  were  used.  The  cost  of  the  work  was  as 
follows : 

No.  of 
Item.  men. 

Opening  trench,    18  x  30-in 2 

Placing  and  tamping  cinders 2 

Setting  forms : 

Boss  setter i 

Assistant   setter    i 

Laborer    i 


Total  Cost  per 

wages. 

100  ft. 

$3.50 

$2.43 

3.50 

1. 00 

3.00 

•  •  • 

2.00 

•  •  • 

175 

•  •  • 

3  $6.75        $1-69 
Mixing  and  placing  concrete : 

Clamp  man    i  $1-75 

Wheelers    3  5.25 

Mixing  concrete   4  7.00 

Mixing  finishing  coat 2  3.50 

Tampers    i  1.75 

Finishing: 

Foreman  and  boss  finisher i  4.00 

Assistant  finisher   i  3.00 

Water  boy  i  .50 


Total  making  concrete 14      $26.75  $7.64 

Total  for  labor  per  100  ft $12.76 

Materials  for  100  Hn.  ft.:  Quantity.         Price. 

Portland  cement 8J  bbls.        $1.85  $15.42 

Cinders   7-5  7^^-             -SO  375 

Gravel    2.5  yds.            i.oo  2.50 

Broken  stone 2.5  yds.            1.40  3.50 

Sand    i.o                    i.oo  i.oo 

Total  for  material  per  100  ft $26.17 

Total  for  material  and  labor  per  100  ft $38.93 
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This  is  the  total  cost,  exclusive  of  lumber,  tools,  interest, 
profits,  etc.,  and  it  is  practically  40  cts.  per  lin.  ft. 

In  100  lin.  ft.  of  curb  and  gutter  there  were  4.6  cu.  yds.  of 
concrete  and  mortar  facing,  4  cu.  yds.  of  which  were  concrete ; 
hence  the  9  men  in  the  concrete  gang  laid  14  cu.  yds.  of  con- 
crete per  day,  whereas  the  4  men  mixing  and  placing  the  mor- 
tar finishing  laid  only  2V^  cu.  yds.  of  mortar  per  day,  assum- 
ing that  the  mortar  finishing  averaged  just  i  in.  thick.  Since 
these  4  men  (2  mixers  and  2  finishers)  received  $10.50  a  day,  it 
cost  more  than  $4  per  cu.  yd.  to  mix  and  place  the  1-2  mortar, 
as  compared  with  $1.41  per  cu.  yd.  for  mixing  and  placing  the 
concrete.  The  concrete  was  built  in  alternate  sections  7  ft. 
long.  The  3  men  placing  forms  averaged  400  lin.  ft.  a  day,  so 
that  the  cost  of  placing  the  forms  was  $1  per  cu.  yd.  of  con- 
crete. The  2  men  placing  and  tamping  cinders  averaged  16 
cu.  yds.  of  cinders  per  day,  or  8  cu.  yds.  per  man.  This  curb 
and  gutter  was  built  by  contract  at  45  cts.  per  lin.  ft. 

For  several  jobs,  in  which  a  curb  and  gutter  essentially  the 
same  as  shown  in  Fig.  125  was  built,  our  records  show  a 
general  correspondence  with  the  ^bove  given  data  of  Mr. 
Apple.  Our  work  was  done  with  smaller  gangs,  i  mason  and 
2  laborers  being  the  ordinary  gang.  Such  a  gang  would  lay 
80  to  100  lin.  ft.  of  curb  and  gutter  per  lo-hr.  day,  at  the  fol- 
lowing cost : 

1  mason  at  $2.50 $2.50 

2  laborers  at  $1.50  3.00 

Total    $5.50 

This  made  a  cost  of  5^  to  7  cts.  per  lin.  ft.  for  labor,  and  it 
did  not  include  the  cost  of  digging  a  trench  to  receive  the  curb 
and  gutter. 


CHAPTER  XVI. 

METHODS  AND  COST   OF   LINING  TUNNELS   AND 
SUBWAYS. 

Tunnel  lining  work  is  of  two  distinct  classes :  Lining  work 
done  during  original  construction  and  re-lining  of  tunnels  in 
service.  The  methods  of  work  to  be  adopted  and  the  cost  of 
work  will  be  different  in  the  two  cases.  In  re-lining  work  the 
costs  are  increased  by  the  necessity  of  providing  for  the  Tiove- 
ment  of  trains  and  by  the  delays  due  to  these  movements  and 
also  by  the  labor  of  removing  the  old  lining  and,  often,  of 
enlarging  the  excavation.  Comparatively  few  published  figures 


Fig.  126.— SecUon  Showing  Lining  for  C&pltol  Hill  Tunnel.  Washington.  D.  C. 

are  available  on  the  cost  of  concrete  tunnel  lining,  and  such  as 
exist  are  commonly  incomplete.  The  common  practice  is  to 
record  the  cost  as  so  much  per  lineal  foot  of  tunnel.  This 
should  be  done,  bnt  the  record  should  also  show  the  cost  per 
cubic  yard  of  concrete  in  the  lining.  The  notions  of  engineers 
vary  as  to  the  proper  thickness  of  lining  to  use  and  this  di- 
mension al.so  varies  with  the  character  of  the  ground.  One  ■ 
tunnel  lining  may  easily  contain  twice  as  many  cubic  yards  of 
concrete  per  lineal  foot  of  lining  as  another  tunnel  contains. 


TUNNELS    AND    SUBWAYS. 


329 


The  two  problems  in  form  construction  for  tunnel  work 
are:  First,  to  construct  the  form  work  so  that  it  does  not  in- 
terfere with  train  movements,  and,  second,  to  construct  it  so 
that  it  can  be  taken  down,  transported  and  re-erected  and 
thus  used  over  and  over.  The  examples  of  practice  given  in 
the  succeeding:  sections  are  the  best  instructions  that  can  be 
laid  before  the  reader  in  regard  to  possible  ways  of  solving 


l:!7. — Traveling    Der: 
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these  problems  and,  also,  the  problem  of  handling  the  con- 
crete and  other  materials  to  the  work, 

METHOD  OF  LINING  CAPITOL  HILL  TUNNEL, 
PENNSYLVANIA  R.  R..  WASHINGTON,  D.  C— The  tun- 
nel through  Capitol  Hill  for  the  Pennsylvania  R.  R.  approach 
to  its  new  Union  Station  at  Washington,  D.  C,  is  a  two- 
track,  double  tube  tunnel  4,000  ft.  long  through  earth.   Figure 
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126  shows  the  lining  construction;  it  consists  of  stone  mas- 
onry center  wall,  mass  concrete  inverts  and  side  walls  and  a 
brick  roof  arch  backed  with  concrete.  For  building  the  "center 
and  side  walls  the  traveling  derrick  shown  by  Fig.  127  was 
employed.  This  traveler  moved  ahead  with  the  work  on  a 
14-ft.  gage  track  and  it  handled  the  stone  and  concrete  buckets 
from  the  material  cars  to  the  workmen  on  the  walls.  In  con- 
nection with  the  derrick  in  the  concrete  side  wall  construction 
use  was  made  of  steel  plate  forms  for  the  inside  faces  of  the 
walls.  These  forms  were  made  of  4x10  ft.  sections  of  steel 
plate,  constructed  as  shown  by  Fig.  128,  and  connected  to- 
gether by  bolting  through  the  flanges.  The  steel  forms  were 
erected  by  hand  in  advance  of  the  derrick,  20  ft.  of  form  on 
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PlK-  1S8.— Steel  Forma  tor  Side  Walls  tor  Capltcl  HIU  Tunnel, 
each  side  at  a  time.  The  concrete  buckets  were  brought  into 
the  tunnel  on  cars  hauled  by  electric  motors  from  the  mixing 
plant  at  the  portal,  and  the  buckets  were  lifted  by  the  derricks 
and  emptied  into  the  forms.  The  side  walls  were  concreted 
to  the  springing  line  and  then  the  five-ring  brick  roof  arches 
were  constructed  on  traveling  centers  and  in  20-ft.  sections. 
The  remainder  of  the  concrete  was  then  placed  over  rhe 
arches  by  means  of  the  special  back-filling  machine,  shown  by 
Fig.  129.  This  machine  also  handled  the  earth  used  to  fill 
behind  the  masonry.  It  consisted  of  a  platform  mounted  on 
wheels  and  of  the  same  general  construction  as  the  derrick 
platform.  On  the  forward  end  of  this  platform  a  stationary 
hoist  was  mounted  and  behind  this  a  belt  conveyor  platform. 
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The  latter  structure  was  pivoted  near  the  forward  end  so  that 
it  could  swing  right  and  left  on  a  circular  track  under  its  rear 
end.  It  carried  a  30-cu.  ft.  hopper  on  its  forward  end,  from 
under  which  a  belt  conveyor  ascended  an  incline  toward  the 
rear  and  was  carried  back  jnto  the  space  behind  the  roof  arch 
on  a  cantilever  arm.  In  operating  the  back-filling  machine  the 
material  bucket  was  lifted  from  the  car  below,  carried  back  on 
the  trolley  beam  until  over  the  hopper  and  then  dumped  by 
hand  into  the  hopper.  From  the  hopper  the  material  dropped 
onto  the  conveyor  belt  and  was  carried  back  over  the  arch 
and  dumped  in  place  ready  for  tamping.  The  trolley  beam  of 
the  hoist  was  so  arranged  that  the  hoisting  movement  was 
vertical  until  the  bucket  hit  the  trolley  and  was  then  up  and 
backward  until  the  sjtop  at  the  end  of  the  trolley  beam  was 
reached.  This  point  was  directly  over  the  hopper.  Hoisting 
was  done  by  a  Lambert  engine,  driven  by  a  15  H.P.  electric 
motor.  The  conveyor  belt  was  20  ins.  wide  and  was  operated 
at  a  speed  of  180  ft.  per  minute  by  a  7J^  H.P.  electric  motor. 
The  machine  required  two  men  to  operate  and  was  considered 
to  save  the  labor  of  twelve  shovelers. 

METHOD  OF  CONSTRUCTING  SIDE  WALLS  IN 
RELINING  THE  MULLAN  TUNNEL.— The  Mullan  Tun- 
nel, 3,850  ft.  long,  on  the  Northern  Pacific  Ry.,  about  20  miles 
west  of  Helena,  Mont.,  had  its  original  timber  lining  replaced 
in  1894  with  a  lining  consisting  of  concrete  side  walls  and  a 
brick  roof  arch.  The  construction  of  the  old  and  new  linings 
is  shown  by  Fig.  130.  The  method  of  constructing  the  side 
walls  was  as  follows : 

The  original  timbering  consisted  of  sets  of  12  x  12-in.  posts 
carrying  five  segment  arches  of  12  x  12-in.  timbers  joined  by 
J^-in.  dowels.  For  a  portion  of  the  lining  the  posts  carried 
plates  on  which  the  arches  set;  elsewhere  the  arches  rested 
directly  on  the  post  tops.  The  arches  and  posts  carried  4-in. 
lagging  filled  behind  with  cordwood.  The  timber  lining  was 
removed  to  make  place  for  the  new  v^nork  in  the  manner  shown 
by  Fig.  130.  When  there  were  no  plates  a  7-ft.  section  AB 
was  first  prepared  by  removing  one  post  and  supporting  the 
undermined  arch  ribs  by  struts  S5.  The  timbering  in  this 
section  was  cut  out  and  excavation  made  for  the  wall  footing. 
Two  temporary  posts  FF  were  then  set  up,  fastened  by  hook 
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bolts  L  and  lagged  behind  to  make  the  wall  form.  Several  of 
these  7-ft,  sections  were  cut  out  at  once,  each  two  being  sepa- 
rated by  a  5-ft,  section  of  timbering.  The  mortar  car  shown 
in  Fig,  130  was  then  run  alongside  the  sections  in  order  and 
enough  1-3  mortar  was  run  by  chute  into  each  to  make  an 
8-in,  layer.  As  the  car  moved  ahead  to  succeeding  sections 
enough  broken  stone  was  shoveled  into  the  last  preceding 
section  to  take  up  the  mortar.  The  walls  were  thus  built  in 
8-in.  layers  and  became  hard  enough  to  support  the  arches  in 
from  10  to  14  days.  The  arches  were  then  allowed  to  take 
footing  on  the  wall,  and  the  posts  of  the  remaining  5-ft.  sec- 
tions were  removed  and  the  concrete  wall  built  up  as  for  the 
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Fig.   llO.-SketchcB  Showing-  Method   of   Lining   Mullan   Tunnel. 

7-ft.  sections.  Where  the  posts  carried  wall  plates  the  struts 
SS  were  not  needed,  the  wall  plate  supporting  the  undermined 
post  as  a  beam.  English  Portland  cement  was  used  and  tlie 
concrete  mixture  was  about  4  parts  mortar  to  5  parts  broken 
stone — a  very  rich  mixture.  The  average  progress  was  about 
30  ft.,  or  45  cu.  yds.  of  side  wall  per  working  day ;  the  average 
cost  of  the  walls,  including  everything,  was  $8  per  cu.  yd.  of 
concrete.  The  brick  arch  cost  $17  per  cu.  yd.  Mr.  H,  C.  Relf 
is  authority  for  these  figures, 

METHOD  AND  COST  OF  LINING  A  SHORT  TUN- 
NEL, PEEKSKILL.  N.  Y— The  following  methods  and 
costs  of  lining  a  double  track  railway  tunnel  275  ft.  long  near 
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Peekskill,  N.  Y,,  are  given  by  Mr.  Geo.  W.  Lee.  In  presenting 
these  data  it  is  important  to  note  that  while  some  of  the 
methods  described  are  applicable  to  so  short  a  tunnel  they 
could  not  be  used  on  a  long  tunnel.  Figure  131  is  a  cross- 
section  of  the  tunnel  showing  the  lining.  The  tunnel  was 
through  rock,  which  stood  up  without  timbering,  and  the  rock 
section  was  excavated  from  6  ins.  to  3  ft.  outside  the  lining. 
A  1-2-4  concrete  using  crusher  run  stone  below  i  in,  in  size 
was  used  for  the  lining  and  portal  head  wall  coping  and  a 
1-3-6  concrete  for  the  portal  head  walls  proper.  The  cost  of 
the  portal  head  walls  is  included  in  the  costs  given  further  on. 


Fig.  111.— Crow- SecUon  r>t  Peekskill  Tunnel,  Showing  Lining. 
The  side  wall  foundation  trenches  were  first  excavated  from 
1  to  3  ft.  deep  and  footing  concreted  and  leveled  up,  the  back 
of  the  footing  being  carried  up  against  the  rock  and  the  front 
lined  to  forms  giving  a  12-in.  offset  to  the  side  wall.  The 
footings  contained  200  cu.  yds.  of  concrete.  Platforms  25  ft. 
square  and  level  with  the  springing  lines  were  then  erected  at 
each  end  of  the  tunnel.  A  derrick  was  placed  at  each  platfornt 
to  handle  skips  between  it  and  the  material  tracks  which  ran 
(indemcath  and  through  the  tunnel  with  a  turnout  at  each  end 
for  switching  back  empty  cars.  A  60  H.P,  portable  boiler 
supplied  steam  for  the  derrick  engines  and  a  pump.  The  wall 
forms  were  built  and  erected  in  panels  12  ft.  long;  these  panels 
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had  4  X  6-in.  plates  and  sills,  4  x  4-in.  studs  3  ft.  on  centers  and 
2-in.  dressed  and  matched  spruce  sheeting.  Four  panels  were 
set  up,  two  on  each  side,  midway  of  the  tunnel  and  braced  to 
the  tunnel  track.  Wheelbarrow  runways  carried  on  bents 
were  built  from  the  platforms  to  the  forms,  one  from  one  plat- 
form to  one  side,  another  from  the  other  platform  to  the  op- 
posite side.  Temporary  bulkheads  were  erected  to  close  the 
ends  of  the  forms  and  they  were  filled.  Meanwhile  carpenters 
were  setting  other  panels  at  each  end  of  the  two  first  erected 
on  each  side.  After  24  hours  the  panels  first  set  were  taken 
down  and  moved  ahead  and  the  processes  described  continued 
until  the  full  length  of  side  wall  was  completed.  The  side 
walls  were  not  concreted  back  to  the  rock ;  back  forms  of  i-in. 
hemlock  were  used  and  the  space  remaining  was  filled  with 
spalls.    The  side  walls  contained  692  cu.  yds.  of  concrete. 

Arch  forms  were  erected  for  96  ft.  at  the  center  of  the 
tunnel,  using  12-ft.  lagging,  so  that  sections  of  this  length 
could  be  taken  down  and  moved  ahead,  nine  at  each  end.  The 
lagging  was  first  laid  to  a  height  of  3  ft.  above  the  springing 
line  on  each  side  and  the  concrete  dumped  directly  in  place 
from  runways  laid  on  the  lower  chords  of  the  arch  ribs,  which 
were  placed  4  ft.  apart.  When  the  concrete  reached  a  height 
too^reat  for  direct  discharge  into  the  forms  it  was  dumped  on 
the  runway  and  passed  over  with  shovels.  On  the  upper  por- 
tion of  the  ring  the  concrete  was  first  shoveled  to  a  platform 
erected  on  the  center  posts  of  the  ribs  about  2  ft.  below  the 
crown  and  then  passed  in  on  the  lagging  which  was  laid  in 
4-ft.  instead  of  12-ft.  lengths  at  this  stage  of  the  work.  As 
soon  as  each  section  of  arch  ring  was  completed  it  was  water- 
proofed with  six  layers  of  tar  paper  laid  in  hot  tar  and  then 
packed  behind  with  spalls.  The  arch  centers  were  struck  in 
a  comparatively  short  time ;  in  one  instance  they  were  struck 
90  hours  after  the  last  concrete  was  placed  and  no  settlement 
was  apparent.  The  arch  forms  stuck  so  fast  to  the  concrete, 
however,  that  they  had  to  be  jacked  down  by  chiseling  out  the 
lagging  so  as  to  get  a  bearing  on  the  arch  concrete  and  by 
nailing  thrust  blocks  to  the  rib  posts.  The  section  was  then 
hauled  ahead  by  passing  the  main  fall  of  the  derrick  through 
a  snatch  block  on  the  first  rib.  When  hauled  clear  of  the  lin- 
ing all  but  the  first  3-ft.  of  lagging  on  each  side  was  removed ; 
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they  were  then  jacked  into  position.    The  arch  ring  contained 
932  cu.  yds.  of  concrete. 

Including  the  portal  head  walls  1,948  cu.  yds.  of  concrete 
were  laid  at  the  following  costs  for  labor  and  materials: 

Item.                                                          Total.  Per  cu.  yd. 

Cement  at  $1.63  per  bbl $  5,755.50  $2,951 

Sand  at  $0.75  per  cu.  yd 662.94  0.339 

Stone  at  $0.80  per  cu.  yd 1,303.20  0.668 

Lumber — 

Mixing  platforms  and  runways 336.89  0.174 

Ribs,  including  hand  sawing 234.10  0.120 

Backing  boards   134-44  0.069 

Lagging   34104  0.176 

Sheathing    268.49  0-i37 

Plates,  sills,  studs,  braces 182.75  0.093 

Coal    1 18.73  0.061 

Oil   16.12  0.008 

Hardware,  nails,  spikes,  etc 224.39  0.118 

Tools    181. 10  0.093 

Freight  on  stone,  cement,  etc 3,089.86  1.584 

Labor  of  all  kinds 8,036.31  4.121 

Total    , $20,885.86  $10,712 

METHOD  OF  LINING  CASCADE  TUNNEL,  GREAT 
NORTHERN  RY.— The  Cascade  Tunnel,  13,813  ft.  long,  built 
in  1897-1900,  was  lined  throughout  with  concrete  from  24  ins. 
to  y/2  ft.  thick,  mixed  and  placed  in  the  following  manner: 
It  was  necessary  to  place  the  lining  without  interfering  with 
the  transportation  of  materials  and  excavated  material  to  and 
from  the  work  ahead.  The  arrangement  adopted  to  secure 
this  end  is  shown  by  Fig.  132.  A  platform  500  ft.  long  was 
constructed  at  the  elevation  of  the  wall  plates ;  the  rear  end  of 
this  platform  was  reached  by  an  incline,  up  which  the  cars 
loaded  with  concrete  were  hauled  by  an  air  hoist  and  cable 
and  delivered  to  any  point  on  this  platform.  While  each  500 
ft.  of  tunnel  was  being  concreted,  the  next  500  ft.  of  platform 
in  advance  was  being  built,  with  its  approach  incline,  so  that 
there  was  no  delay  in  the  work. 

Complete  concrete  plants  were  installed  at  each  portal,  ad- 
vantage being  taken  of  the  side  hills  of  the  approach  into  the 
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mountain  to  handle  as  much  ma- 
terial as  possible  by  gravity 
Each  plant  was  equipped  with  a 
No.  6  Gates  crusher,  40-in.  x  8-ft. 
rock  screens,  and  i6-in.  x  i6-ft. 
screw  concrete  mixers.  Large 
storage  bins  for  the  cement,  sand 
and  stone  were  built  adjacent  to 
the  mixer  plant.  A  1-3-5  concrete 
was  used.  The  stone  was  crushed 
from  the  best  rock  obtained  in  the 
tunnel  excavation.  This  rock  was 
loaded  into  the  regular  muck  cars, 
taken  to  the  portal  by  electric 
motors,  and  then  dumped  into 
other  cars  below  the  level  of  the 
muck  cars.  These  cars  were 
hauled  by  hoisting  engine  and 
cable  to  the  crusher  floor  and  then 
dumped  and  sorted  to  avoid  dan- 
ger from  pieces  of  unexploded 
dynamite.  It  was  then  run 
through  the  crushers,  washers 
and  screens  to  the  stone  bin  and 
thence  to  the  mixers.  The  mixed 
concrete  was  discharged  into  cars 
on  the  level  of  the  muck  car 
tracks  and  these  cars  were  taken 
by  motor  into  the  tunnel  to  the 
incline,  up  which  they  were 
hauled  by  cable  and  dumped  on 
the  platform.  From  the  platform 
the  concrete  was  shoveled  into 
the  wall  forms  or  onto  the  centers 
as  desired. 

The  walls  were  concreted  in  al- 
ternate i2-ft.  sections,  the  weight 
on    the    timber   arch    thus   being 


gradually  transferred  from  the  plumb  posts  to  the  walls.    The 
roof  arch  was  also  built  in  12-ft.  sections,  the  centers  being 
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in  sections  of  corresponding  length  which  were  moved  forward 
on  dollies  and  jacked  up  as  the  work  advanced.  Ten  sections 
of  centering  were  used  at  each  end.  An  average  of  7  bbls.  of 
cement  were  used  per  lineal  foot  of  lining.  The  average 
monthly  progress  of  lining  was  about  600  ft.  at  each  end.  The 
concrete  lining  cost  $44  per  lin.  ft.  of  tunnel,  done  by  company 
forces. 

METHOD  OF  RELINING  HODGES  PASS  TUNNEL, 
OREGON  SHORT  LINE  RY.— The  centers  and  side  wall 
forms  and  the  methods  of  work  adopted  in  relining  the  Hodges 
Pass  tunnel  on  the  Oregon  Short  Line  Ry.  are  explained  in 
the  accompanying  illustrations.    This  tunnel  is  1425.8  ft.  long 
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Longi'hudinol     Section. 
Pig.  138.— Method  of  Placing  Invert  Cmicrete,  Hodges'  Pass  Tunnel. 

and  when  constructed  in  1882  was  lined  with  timber.  The 
new  lining  consists  of  concrete  side  walls  carrying  a  brick  roof 
arch.  Both  the  old  and*  the  new  linings  are  shown  in  the 
drawings.  The  tunnel  is  through  a  variety  of  rock  and  clay 
strata,  and  through  the  soft  strata  an  invert  was  required. 
Altogether  about  one-third  of  the  length  of  the  tunnel  was 
provided  with  an  invert.  It  will  be  noted  also  that  the  new 
lining  occupies  materially  more  space  than  the  old ;  this  made 
necessary  considerable  excavation  in  enlarging  the  section. 

The  work  of  relining  consisted  of  three  operations,  viz.,  the 
invert  construction,  the  construction  of  the  side  walls  and  the 
arch  construction. 
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The  form  of  the  invert  is  shown  in  Fig,  136,  It,  of  course, 
had  to  be  constructed  without  entailing  a  break  in  the  track, 
and  the  method  adopted  was  as  follows:  The  ties  and  ballast 
were  removed  from  a  section  of  track  about  12  ft.  long  and 


III 


U  i 


in  their  place  was  substituted  the  timber  frame  shown  in  Fig. 
133.  Under  the  middle  portion  of  this  frame  a  trench  reach- 
ing clear  across  the  tunnel  and  having  a  width  of  6  to  7  ft.  in 
the  direction  of  the  track  was  excavated  to  subgrade  of  the 
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invert.  The  concrete  was  filled  into  this  trench,  formed  to 
shape  on  top,  and  allowed  to  harden.  The  bridging  frame  was 
then  taken  out  and  the  ties  and  ballast  were  replaced.  Another 
section  of  track  was  then  bridged,  trenched  and  concreted  and 
so  on  until  the  length  of  invert  required  was  constructed. 


^" 


^ 


\<'-^4^ 


^mm/^i^mmmn^ 


'■■^■■^ 


.X. 


/Miu/ii  ^oTiiuy' j»iti»j 
- „0,^^ 


;^ex? 


■^ 

^ 


' ■ "^^x^ 


Fig-  135.— Side  Wall  Forms  for  Plans  A  and  B,  Fig.  134. 

The  side  wall  construction  was  a  more  complex  operation. 
It  comprised  first  the  removal  of  the  old  lining,  the  enlarging 
excavation  and  the  form  erection  and  concreting.  Two  meth- 
ods of  performing  this  task  were  employed.  Both  are  illus- 
trated in  Fig.  134.  By  the  first  method,  designated  as  Plan  A, 
the  concreting  was  done  continuously  in  sections  of  consider- 
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able  length.  The  forms  used  are  shown  in  detail  by  Fig.  135. 
By  the  second  method,  the  concreting  was  done  in  alternate 
short  panels.  This  method  is  designated  Plan  B  on  the  draw- 
ings. Fig.  134.  The  forms  used  are  shown  in  detail  by  Fig. 
135.  The  only  difference  in  the  form  construction  for  the  two 
plans  is  in  the  connection  of  the  posts  at  the  top. 

The  construction  of  the  centering  for  the  roof  arch  is  shown 
by  Figs,  136  and  137,  Fig.  137  giving  detail  dimensions  of  the 
ribs  and  lagging.  The  center,  as  shown  by  Fig.  136,  consisted 
of  four  ribs  spaced  3  ft.  on  centers,  Each  rib  consists  of  two 
side  posts  and  an  arch  piece.    The  side  posts  on  each  side  are 
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Fig.  IIS.— General  Plan  of  Centers  tor  Roof  Arch,  Hodges'  PaM  Timn«L 

connected  at  the  bottoms  by  a  sill  and  at  the  top  by  a  cap. 
Jacks  between  the  sill  and  a  mud  sill  laid  on  the  concrete  in- 
vert or  in  the  ditch  held  the  center  in  place  during  arch  con- 
struction. Lowering  these  jacks  dropped  the  center  onto 
trucks  traveling  on  the  mud  sills.  Thus  the  center  was  moved 
along  as  the  work  progressed.  As  will  be  noted  from  Figs. 
134  and  135,  the  side  wall  forms  carried  the  work  only  to  the 
bottoms  of  the  old  caps.  The  arch  center  completed  the  con- 
crete wall  work  and  the  roof  arch.  Only  about  one-third  of 
the  new  lining  had  the  brick  arch,  as  shown  by  the  drawings; 


CONCRETE    CONSTRUCTION. 
■3x6' 
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in  the  remaining  two-thirds  the  concrete  was  carried  up  much 
further  on  each  side;  in  fact,  the  brickwork  constituted  only 
the  top  third  of  the  arch. 

In  describing  the  forms  and  centers  we  have  left  much  of 
the  explanation  to  the  drawings.  These  show  all  dimensions 
and  details,  and  indicate  in  a  measure  the  mode  of  procedure. 
The  work  done  consisted  of  excavation  enlarging  the  section, 
of  removing  the  old  timber  lining  and  of  the  form  work,  con- 
creting and  bricklaying  for  the  new  lining.  All  of  it  above 
convenient  reach  from  the  ground  was  done  from  a  movable 
staging  formed  by  a  deck  fixed  on  a  flat  car  so  as  to  be  ad- 
justable in  height.  The  concrete  was  mixed  by  hand  on  this 
car  platform  and  shoveled  directly  into  the  forms,  the  platform 
being  raised  as  the  work  increased  in  height.  The  concrete 
used  was  a  1-3-5  mixture  of  2j4-in.  broken  stone. 

The  organization  of  the  working  force  is  not  easily  stated 
since  the  work  was  done  as  the  traffic  permitted  and  varied 
with  the  conditions.  Generally  from  12  to  16  men  were  all 
that  could  be  employed  to  advantage.  Complete  records  of 
cost  were  kept,  but  they  were  destroyed  by  fire,  so  that  the 
only  figures  available  on  this  point  are  the  totals.  These  are 
as  follows : 

Item.  Totals.  Per  lin.  ft. 

Labor $21,129  $14.81 

Materials    i3»939  9-77 

Total $35,068  $24.58 

These  amounts  average  the  cost  of  the  invert,  which  was 
required  for  about  one-third  of  the  length,  over  the  whole  tun- 
nel. 

RELINING  A  SHORT  TUNNEL.— The  following  figures 
show  the  cost  of  relining  with  concrete  a  timber  lined  railway 
tunnel.  The  concrete  side  walls  were  14  ft.  high  and  had  an 
average  thickness  of  2j^  ft.  Therefore  each  side  wall  averaged 
nearly  1.3  cu.  yds.  per  lin.  ft.,  and  the  two  walls  averaged  2.59 
cu.  yds.,  per  lin.  ft.  of  timnel.  The  concrete  was  mixed  i-3-5» 
being,  we  believe,  imnecessarily  rich  in  cement.  The  average 
amount  of  concrete  placed  in  the  walls  per  day  was  50  cu.  yds. 
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Cost  of  Side  Walls. 
Materials —  Per  cu.  yd. 

1.33  bbl.  cement  at  $2.00 $2.66 

0.5    cu.  yd.  sand  at  0.18 0.09 

0.75  cu.  yd.  stone  at  0.55 0.41 

Total   $3.16 

Labor  on  concrete — 

o.oi  day  foreman  at  $5.00 $0.05 

0.03  day  foreman  at  $3.00 0.09 

0.03  day  engineman  at  $3.00 0.09 

0.35  day  laborer  at  $1.75 0.61 

0.42     Total   $0.84 

Labor,  removing  timber,  building  forms,  excavating,  etc. — 

0.02  day  foreman  at  $5.00 $0.10 

0.05  day  foreman  at  $3.00 0.15 

0.40  day  laborer  at  $1.75 0.70 

0.47     Total   $0.95 

Miscellaneous — 

0.02  day  engineer  and  superintendent  at  $5.00 $0.10 

Falsework  and  forms,  timber  and  iron 0.07 

Tools,  light,  etc o.io 

Interest  and  depreciation  of  $1,800  plant  at  20%  per  an- 
num    0.09 

Train  service,  0.03  day  work  train  at  $25 0.75 

Summary  concrete  side  walls —  Per  cu.  yd. 

Materials   $3.16 

Labor  on  concrete 0.84 

Labor  removing  timber,  etc 0.95 

Train  service   0.75 

Miscellaneous  0.34 

'    Total   $6.04 

In  the  two  side  walls  there  were  2.59  cu.  yds.  of  concrete 
per  lin.  ft.  of  tunnel,  hence  the  cost  of  the  side  walls  was 
$6.04  X  $2.59  =  $15.64  per  lin.  ft.  of  tunnel. 
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The  concrete  arch  varied  in  thickness,  averaging  from  14  to 
20  ins.  at  the  springing  line  to  8  to  14  ins.  at  the  crown.  The 
arch  averaged  1.2  cu.  yds.  per  lin.  ft.  of  tunnel.  About  20  cu. 
yds.  of  arch  were  placed  per  day.  The  arch  concrete  was 
mixed  1-3-5  ^^^  the  cost  was  as  follows : 

Cost  of  Concrete  Arch. 
Materials —  Per  cu.  yd. 

1.36  bbls.  cement,  $2.00 $2.72 

0.05  cu.  yd.  sand,  0.18 0.09 

.  0.75  cu.  yd.  stone,  0.55 0.41 

Total   $3.22 

1.8  cu.  yds.  dry  rock  backing  at  0.55 $0.99 

Labor  on  concrete — 

0.02  day  foreman  at  $5.00 $0.10 

0.12  day  foreman  at    3.00 0.36 

0.88  day  laborer  at     1.75 1.54 

Labor  placing  1.08  cu.  yds.  rock  backing — 

o.oi  day  foreman  at  $5.00 $0.05 

0.51  day  foreman  at    3.00 0.15 

0.55  day  laborer  at      1.75 0.96 

Labor  removing  timbers,  forms,  excavations,  etc. — 

0.02  day  foreman  at  $5.00. . : $0.10 

0.04  day  foreman  at    3.00 0.12 

0.06  daycarpenter  at    2.50 0.15 

0.40  day  laborer   at      1.75 0.70 

0.52     Total    $2.06 $1.07 

Train  service — 

0.06  day  at  $25 $1.50 

Miscellaneous — 

Engineering  and   superintendence 07 

Falsework,  timber  and  iron 13 

Tools,  light,  etc 12 

^  Interest  and  depreciation,  $1,800  plant,  20%  per  annum. .  0.09 
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Summary  concrete  arch —  Per  cu.  yd. 

Concrete  materials   $3.22 

Dry  rock  backing  (1.8  c.  y.) 0.99 

Labor  and  concrete 2.00 

Labor  placing  1.8  cu.  yds.  rock  backing 1.16 

Labor  removing  timber,  etc 1.07 

Train  service  hauling  materials 1.50 

Engineering  and  superintendence 0.07 

Falsework,  timber'  and  iron 0.13 

Tools,  light,  etc 0.12 

Interest  and  depreciation  plant 6.09 

Grand  total $10.35 

It  will  be  noted  that  the  "train  service"  is  an  item  that  really 
should  be  considered  as  a  part  of  the  cost  of  the  materials,  for 
the  cost  of  the  sand  and  stone  is  the  cost  f.  o.  b.  cars  at  the 
sand  pit  and  at  the  quarry,  to  which  should  be  added  the  cost 
of  hauling  them  to  the  tunnel — to-wit,  the  "train  service." 

Summing  up,  we  have  the  following  as  the  cost  per  lineal 
foot  for  lining  this  single-track  tunnel  with  concrete : 

Per  lin.  ft. 

2.59  cu.  yds.  side  walls  at  $6.04 $15-64 

1.20  cu.  yds.  arch  at  10.33 1240 


3.79  cu.  yds.     Total    $938 $28.04 

It  should  be  remembered  that  the  higher  cost  of  the  arch 
concrete  is  due  in  large  measure  to  the  fact  that  1.8  cu.  yds.  of 
dry  rock  packing  above  the  arch  are  included  in  the  cost  of  the 
concrete.  Strictly  speaking,  this  dry  rock  packing  should  not 
be  charged  against  the  arch  concrete,  and,  segregating  it,  we 
have  the  following : 

Per  lin.  ft. 

2.59  cu.  yds.  concrete  side  walls  at $6.04  $15.64 

1.20  cu.  yds.  concrete  arch  at 8.18  9.82 

2.16  cu.  yds.  dry  rock  at 0.55  1. 19 

Labor  placing  2.16  cu.  yds.  at 0.64  1.39 

Total $28.04 

This  is  a  much  more  rational  analysis  of  the  cost  and  a  still 
further  reduction  in  the  cost  of  the  arch  concrete  might  be 
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made  by  prorating  the  train  service  item  ($1.50  per  cii,  yd. 
concrete).  At  least  half  of  this  train  service  should  be  charged 
to  the  dry  rock  backing,  for  there  are  1.25  cii,  yds.  of  sand  and 
broken  stone  to  1.80  cu.  yds.  of  dry  rock  backing. 

The  amount  of  this  dry  rock  backing,  or  packing,  varies 
greatly  in  different  parts  of  a  tunnel.  In  the  first  half  of  this 
tunnel  it  averaged  1.8  cu.  yds.  per  lin.  ft.,  while  in  the  second 
half  it  averaged  nearly  2,4  cu.  yds.  per  lin.  ft. 

METHOD  OF  MIXING  AND  PLACING  CONCRETE 
FOR  A  TUNNEL  LINING.— The  tunnel  known  as  the  Bur- 


Fig.  138.— Sections  Showing  Concrete  Lining  for  Burton  Tunnel. 

ton  tunnel  is  located  on  the  Jasper-French  Lick  extension  of 
the  Southern  Ry.,  and  about  4  miles  from  French  Lick,  Ind. 
It  is  a  single  track  tunnel  2,200  ft.  long  with  300  ft.  at  one  end 
on  a  4°-3o'  curve  and  1,900  ft.  on  tangent.  The  material  pene- 
trated was  slate  and  loose  rock,  requiring  solid  timbering 
throughout.  This  timbering  is  shown  by  Fig.  138,  which  also 
shows  the  concrete  lining;  the  timbering  was  embedded  in  the 
concrete  lining. 

The  original  timber  lining  was  composed  as  follows:    Posts 
10x12  ins.  and  spaced  3  ft,  apart  were  set  on  3xi2-in.  sills 
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and  carried  ioxi2-in.  wall  plates  which  supported  ioxi2-in. 
segmental  arch  ribs  spaced  3  ft.  apart.  The  lagging  behind 
the  posts  was  3  x6-in,  stuff  and  the  lagging  over  the  arch  ribs 
was  4  X  6-in.  stuff.  The  section  of  the  concrete  lining  is  shown 
by  Fig.  138,  it  required  4.132  cu.  yds.  of  concrete  and  161.43 
lbs,  of  reinforcement  per  lin.  ft.  The  concrete  was  a  i-2'/i-s 
crushed  stone — between  2  in.  and  J4  '"■  size — mixture ;  it  re- 
quired 1. 16  bbls.  of  cement,  0.52  cu.  yds.  sand  and  0.92  cu.  yds. 


Fig.    US,— View    r.(    Mixer    Plani    Showing    Car    Tracks.    Burton    Tunnel. 

of  Stone  per  cubic  yard  of  concrete.    The  amount  of  reinforce- 
ment per  cubic  yard  of  concrete  was  39.1  lbs. 

All  the  concrete  was  mixed  and  handled  from  one  end  of  the 
tunnel.  The  mixing  plant  was  located  in  the  approach  cut  at 
one  end.  A  standard  gage  main  track  ran  through  the  cut. 
About  20  ft.  in  the  clear  to  one  side  of  this  track  a  trestle  500 
ft.  long  was  built,  carrying  an  i8-ft.  gage  derrick  track  and  a 
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narrow  gage  3-cu.  yd.  dump  car  track.  A  stiff  leg  derrick 
operating  a  i  cu,  yd,  orange  peel  oy  z  I'/z  cu.  yd.  clam-shell 
Hayward  bucket  was  mounted  on  a  carriage  traveling  on  the 
i8-ft.  gage  track.  The  side  of  the  trestle  nearest  the  railway 
track  was  sheeted  vertically  and  the  space  between  this  sheet- 
ing and  the  track  was  floored  over  at  track  level  for  stock 
piles.  Near  the  end  of  the  trestle  toward  the  tunnel  and  on 
the  same  side  of  the  track  was  the  mixer  plant.  This  con- 
sisted of  two  85  cu.  yd.  bins,  one  for  sand  and  one  for  stone, 
carried  by  a  tower  so  that  their  bottoms  were  25  ft,  above 


Fig.   HO— view   of  Mixer   Plant   Shnwlnar  Method   of   Unloading   Materials. 
Burton  Tunnel, 

track  level.  Below  the  bins  was  a  charging  platform  pierced 
by  a  measuring  hopper.  Below  the  measuring  hopper  was  a 
i}.2  CU.  yd.  cubical  mixer  and  below  the  mixer  was  a  3-ft.  gage 
track  for  1^  cu,  yd.  Koppel  side  dump  cars.  To  the  rear  of 
the  tower  at  ground  level  there  was  a  20-cu.  yd,  sand  bin  and 
a  20-cu.  yd.  stone  bin  set  side  by  side  with  a  continuous  bucket 
elevator  leading  from  each  to  the  corresponding  bin  on  the 
tower.  The  cement  house  was  located  directly  across  the  rail- 
way track  from  the  tower.  At  the  side  of  the  cement  house 
nearest  the  track  there  was  an  inclined  bag  elevator  leading 
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up  to  a  bridge  spanning  the  railway  track  at  the  level  of  the 
charging  floor  of  the  mixer  plant.  On  this  bridge  ran  a  car 
for  carrying  bags  of  cement.  The  plant  as  described  is  shown 
by  Figs.  139  and  140. 

In  operation  the  derrick  unloaded  the  stone  and  sand  cars 
t)y  means  of  the  Hayward  buckets  either  into  the  bins  at  the 
feet  of  the  bucket  elevators  or  onto  stock  piles  on  the  flooring 
beside  the  trestle.  When  put  into  stock  piles  the  materials 
had  to  be  reloaded  by  derrick  into  the  3  cu.  yd.  cars  on  the 
trestle  narrow  gage  track  and  carried  by  these  cars  to  the  ele- 
vator boots.  The  sand  and  stone  were  chuted  from  the  tower 
bins  directly  into  the  charging  hopper  below.  Here  the  cement 
bags,  brought  across  the  bridge  on  the  car  into  which  they 
were  loaded  directly  by  the  bag  elevator,  were  opened  and  the 
cement  added  to  the  sand  and  stone.  The  charge  w^as  then 
dropped  into  the  mixer  and  from  the  mixer  the  batch  dropped 
into  the  Koppel  concrete  cars. 

In  the  tunnel  a  traveling  platform  was  constructed  on  two 
standard  gage  flat  cars  so  coupled  that  a  platform  100  ft.  long 
and  slightly  narrower  than  the  clear  space  between  side  wall 
forms  was  obtained.  Connecting  the  end  of  the  platform 
toward  the  mixing  plant  was  a  rampe  or  inclined  platform 
mounted  on  wheels.  The  Koppel  car  tracks  from  the  mixer 
were  carried  up  the  incline  and  the  full  length  of  the  level  plat- 
form. The  cars  were  hauled  to  the  foot  of  the  incline' by  a 
light  locomotive.  A  cable  was  then  hooked  to  them;  this 
cable  was  run  through  a  block  on  the  level  platform,  its  free 
end  coming  back  to  the  locomotive,  which  thus  pulled  the  cars 
up  the  incline  by  moving  back  toward  the  mixer.  On  the  level 
platform  the  cars  were  pushed  by  hand  and  dumped  on  the 
floor,  whence  the  concrete  was  shoveled  into  the  forms. 

The  platform  construction  deserves  mention  in  the  particu- 
lar that  it  provided  for  adjusting  the  platform  vertically.  At 
each  corner  of  the  car  a  vertical  post  some  7  or  8  ft.  high  was 
set  up.  The  side  stringers  of  the  platform  carried  two  vertical 
posts  at  each  end ;  these  two  posts  were  spaced  just  far  enough 
apart  to  slide  over  the  corner  post,  one  on  each  side  of  it.  A 
block  at  the  top  of  the  corner  posts  with  the  hoist  line  con- 
nected to  the  bottoms  of  the  platform  posts  and  the  lead  line 
going  to  a  winch  head,  thus  made  it  possible  to  lift  the  plat- 
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form  any  distance  within  the  height  of  the  vertical  post  guide 
and  hold  it  there  by  blocking  under  the  posts.  The  arrange- 
ment is  shown  roughly  by  the  sketch,  Fig.  141.  There  was 
block  and  tackle  for  each  corner  post  and  a  winch  at  each  end 
of  the  car.  The  vertical  movement  of  the  platform  was  be- 
tween 6  and  7  ft. 

The  floor  was  cemented  first,  then  the  side  walls  and  finally 
the  roof  arch.  Floor  construction  was  begun  at  the  portal 
farthest  from  the  mixing  plant.  Koppel  car  tracks  were  laid 
through  the  tunnel  and  the  concrete  was  dumped  from  them 
directly  on  the  ground.  The  cars  were  hauled  by  a  light  loco- 
motive. As  the  concreting  advanced  the  dump  car  track  was 
raised  and  suspended  from  timbers  across  tunnel  so  that  the 


Vlg.   141. — Sketch   Showing  Telescopic  Support  for  Concreting  Platform, 

Burton   Tunnel. 

concrete  could  be  placed  under  it.  As  fast  as  the  floor  hard- 
ened the  permanent  standard  gage  track  was  laid  and  a  tem- 
porary third  rail  placed  to  give  also  a  dump  car  track. 

When  the  floor  had  been  finished  the  side  walls  were  con- 
structed, using  the  traveling  platform  and  beginning  at  the  far 
portal.  The  wall  forms  consisted  of  4  x  6-in.  studs,  spaced  3  ft. 
apart  and  carrying  2x  12-in.  lagging.  A  6  x  6-in.  waling  out- 
side the  studs  at  about  mid-height  held  the  studs  to  the  tim- 
bering by  lag  bolts  reaching  through  the  wall  to  the  10  x  12-in. 
posts.  A  strip  of  plank  nailed  across  wall  between  stud  and 
post  held  the  form  at  the  top.  Wall  forms  were  erected  for 
100  ft.  of  wall  at  a  time.    These  forms  required  about  45  ft. 


352 


CONCRETE    CONSTRUCTION, 


B.  M.  lumber  per  lineal  foot  of  form  on  one  side  or  90  ft.  B.  M. 
for  both  sides.  Two  sets  of  side  wall  forms  or  200  ft.  of  wall 
forming  were  built,  and  used  over  and  over  again.  The  con- 
crete was  shoveled  into  the  wall  forms  from  the  traveling  plat- 
form, the  lagging  being  placed  a  board  at  a  time  as  the  work 
progressed  upward  and  the  platform  being  elevated  as  re- 
quired, its  final  position  being  at  about  springing  line  level. 
When  100  ft.  of  side  walls  had  been  completed  the  traveling 
platform  was  moved  ahead  for  another  loo-ft.  section. 

The  centers  consisted  of  6  x  12-in.  ribs,  made  up  of  3  x  12-in. 
plank.  The  feet  of  the  ribs  rested  on  folding  wedges  on  6x  12- 
in.  wall  plates,  supported  by  6x6-in.  posts  setting  close 
against  the  finished  wall.    The  ends  of  the  ribs  were  held  from 


r   Cnet5Uf9fCar:  \ 
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Fig.    142.— Sketch    Showing    Device    for    Removing    Centering    Ribs,    Burton 

Tunnel. 

closing  in  by  6x6-in.  walings,  one  on  each  side,  lag-bolted 
through  the  lining  to  the  timbering.  The  centering  required 
about  315  ft.  B.  M.  of  lumber  per  lineal  foot  of  center.  The 
method  of  removing  the  centers  was  novel.  A  flat  car  had 
erected  on  it  a  narrow  working  platform  high  enough  to  reach 
well  up  into  the  arch.  Along  this  platform  at  the  center  was 
erected  a  sort  of  "horse,"  which  could  be  elevated  and  lowered 
by  jacks.  The  sketch,  Fig.  142,  shows  the  arrangement.  At 
each  end  and  at  the  middle  of  the  platform  two  guide  posts  a  a 
were  erected  and  braced  upright.  Between  these  guide  posts 
set  plunger  posts  which  were  raised  and  lowered  by  screw 
jacks.    The  three  plunger  posts  carried  a  longitudinal  timber 
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c.  The  car  was  run  under  the  ribs  of  centering  to  be  removed 
and  the  timber  c  raised  by  working  the  jacks  until  it  came  to 
close  bearing  under  the  ribs  d.  The  railings  and  the  wedges 
at  the  foot  of  the  ribs  were  then  removed,  leaving  the  ribs 
hanging  on  the  timber  c.  This  timber  was  then  jacked  down 
to  clear  the  lining  and  the  ribs  rotated  horizontally  on  the 
point  of  suspension  as  a  pivot  until  their  ends  swung  in  over 
the  platform.  The  car  was  then  moved  ahead  to  where  the 
centers  were  tjo  be  used  again ;  the  ribs  were  rotated  back  to 
their  normal  position  across  tunnel;  the  timber  c  was  jacked 
up,  and  the  wedges  and  railings  placed  at  the  first  of  the  ribs. 

The  concreting  on  the  roof  arch  was  begun  at  the  portal. 
Two  shifts  were  worked  and  42  ft.  of  arch  were  concreted  each 
shift. 

METHOD  AND  COST  OF  LINING  GUNNISON  TUN- 
NEL.— The  costs  are  for  concrete  in  place  in  the  side  walls 
and  the  arch  of  the  tunnel,  for  a  length  of  440  lin.  ft.  The 
quantity  of  concrete  considered  in  estimating  the  cost  per 
cubic  yard  was  616  cu.  yds.  The  material  was  mixed  and 
placed  in  ^/^  cu.  yd.  batches,  the  proportion  of  the  mixtures 
being  1-2.2-44.  The  final  cost  includes  the  labor  of  excavating 
and  screening  gravel  and  sand,  the  hauling  of  the  same  from 
the  bins  at  the  pit  to  the  storage  bins  at  the  main  shaft,  the 
care  of  the  chutes  in  the  shaft  and  the  mixing  of  the  concrete 
in  the  tunnel  at  the  bottom  of  the  shaft,  the  transportation  of 
the  concrete  from  the  mixer  to  the  traveler,  the  deposition  of 
the  concrete,  the  setting  up  and  taking  down  of  forms  and  the 
cost  of  the  cement.  It  does  not  include  the  construction  of 
the  gravel  pit  chutes  that  hold  the  screens,  the  building  of  the 
road  from  the  gravel  pit  to  the  storage  bins  at  the  shaft,  the 
concree  mixer  and  its  installation,  the  traveler  and  its  installa- 
tion, the  cost  of  material  and  labor  in  the  construction  of  the 
concrete  forms,  the  requisite  power  to  run  the  machinery  and 
other  expenses  of  a  similar  nature. 

The  gravel  used  for  the  concrete  was  obtained  from  a  pit 
situated  on  top  of  a  hill  not  far  from  the  main  shaft  leading 
down  to  the  tunnel.  This  gravel  bed  contains  very  closely  the 
proper  proportions  of  sand  and  gravel  for  the  concrete  aggre- 
ga*:2S.  The  gravel  was  excavated  and  loaded  by  hand  into 
side  dump  cars  of  35  cu.  ft.  capacity.    These  cars  were  run  to 
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the  edge  of  the  hill  where  the  gravel  was  dumped  upon  a 
screen  from  which  it  ran  by  gravity,  passing  thence  into  stor- 
age bins.  From  the  storage  bins  the  sand  and  gravel  were 
drawn  off  into  dump  wagons  having  a  capacity  of  2  cu.  yds. 
and  hauled  a  distance  of  one-half  mile  to  a  second  set  of  stor- 
age bins  located  at  the  top  of  the  shaft  leading  into  the  tun- 
nel. The  road  from  the  storage  bins  at  the  gravel  pit  to  the 
storage  bins  at  the  head  of  the  shaft  was  down  grade.  A  two- 
horse  team  could  readily  haul  2  cu.  yds.  of  gravel  over  this 
road.  The  storage  bins  at  the  top  of  the  shaft  leading  into  the 
tunnel  communicated  with  the  measuring  boxes  at  the  bottom 
of  the  shaft  by  means  of  chutes.  The  measuring  boxes  dis- 
charged directly  into  tram  cars.  The  average  length  of  haul 
from  the  mixer  to  the  place  of  deposition  of  concrete  was 
about  4,500  ft. 

The  concrete  was  placed  in  the  side  walls  by  means  of  a 
traveler,  which  was  so  operated  in  the  tunnel  as  to  allow  the 
.passage  of  the  concrete  trains  beneath  it.  The  traveler  was 
64  ft.  long  and  was  provided  with  a  slow  motion  electric  hoist, 
by  which  the  cars  containing  the  concrete  were  elevated  to  the 
top  of  the  traveler  and  thence  transferred  to  any  desired  posi- 
tion. The  concrete  was  dumped  from  these  cars  into  boxes 
where  any  remixing  or  tempering  that  was  required  was  done, 
after  which  the  concrete  was  shoveled  directly  into  the  forms. 
The  entire  operation  of  handling  the  materials  of  the  concrete, 
it  will  be  seen,  utilized  gravity  to  the  greatest  possible  deiQfree. 

In  order  to  get  a  good  average  cost  per  cubic  yard  for  han- 
dling gravel  and  sand,  this  analysis  has  been  based  on  five 
months'  operation,  from  November,  1906,  to  March,  1907.  In 
these  five  months  there  were  4,123  cu.  yds.  of  sand  and  gravel 
handled.  The  concrete  considered  was  placed  during  the 
month  of  March.  Below  is  given  the  distribution  of  the  cost 
of  the  concrete  as  to  the  specified  divisions  of  the  work  and  as 
to  the  class  of  work  involved  in  each  division.  Measurements 
taken  at  the  mixer  show  that  each  cubic  yard  of  concrete  con- 
tained 0.74  cu.  yds.  of  gravel,  0.445  cu.  yds.  of  sand  and  5.6 
sacks  of  Portland  cement.  The  total  of  the  aggregates  is, 
therefore,  1. 185  cu.  yds.  per  cubic  yard  of  concrete.  The  ce- 
ment costs  $0.62  per  sack  on  the  work,  making  a  cost  of  $3,472 
per  cubic  yard  of  concrete. 
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Excavating  and  screening  4,123  cu.  yds.  gravel — 

Total       Per  cu.  yd. 
cost.  gravel. 

Foreman  66j^  days  at  $3.04 $   203.30  $0,049 

Labor,  397^/2  days  at  $2.56 1,017.60  0.247 

Labor,  1 1614  days  at  $2.08 241.80  0.059 

Total  $1462.70  $0,355 

Hauling  4,123  cu.  yds.  gravel  and  sand — 
2-horse  team  and  driver,  210    days  at 

$3.60    • $756.00  $0,183 

2-horse  team  and  driver,  4j^  days  at  $4.       18.00  0.005 

Total   $774.00  $0,188 

As  there  were  1.185  cu.  yds.  of  gravel  per  cubic  yard  of  con- 
crete the  cost  of  gravel  per  cubic  yard  of  concrete  was  for — 

Excavating  and  screening   (1.185  X  $0.355)*. $0,421 

Hauling  (1.185  X  $0,188)    0.223 

Total   $6,644 

Adding  to  this  the  cost  of  cement  $0.62  X  5-6  =  $3,472,  we 
have  $0,644  +  $3,472  =  $4,116,  as  the  cost  of  concrete  mate- 
rials per  cubic  yard  of  concrete.  The  cost  of  labor,  mixing 
and  placing  was  as  follows  for  616  cu.  yds. : 

Total        Percu.  yd. 
Mixing  616  cu.  yds.  concrete —  '  cost.  concrete. 

Superintendent,  2  days  at  $5.83 J $  11.67  $0,020 

Foreman,  i  day  at  $4.50 4.50  0.007 

Labor,  45  days  at  $3.04 130.72  0.215 

Labor,  93  days  at  $2.56 238.08  0.381 

Hoist  engineer,  34  days  at  $3.52 1 19.68  0.196 

Total    $504.65  $0,819 

Transporting  616  cu.  yds.  concrete — 

Superintendent,  1  day  at  $5.83 J $     5.83  $0,009 

Foreman,  i  day  at  $4.50 4.50  0.007 

Motorman,  34  days  at  $3.04 ' 103.36  0.175 

Brakeman,  34  days  at  $2.56 87.04  0.135 

Total    $200.73  $0,326 


3S6  CONCRETE    CONSTRUCTION. 

Depositing  6i6  cu.  yds.  concrete — 

Superintendent,  4  days  at  $5.83^ $  23.33  $0,038 

Foreman,  4  days  at  $4.50 18.00  0.029 

Foreman,  68  days  at  $3.04 200.72  0.326 

Labor,  2381/2  days  at  $2.56 610.56  0.991 

Total    $852.61  $1,384 

Setting  and  moving  forms — 

Superintendent,  2  days  at  $5.834 $  11.67  $0,018 

Foreman,  2  days  at  $4.50 •. 9.00  0.014 

Carpenter  foreman,  10  days  at  $5 50.00  0.080 

Carpenter,  13  days  at  $3.20 41.60  0.067 

Labor,  49  days  at  $3.04 148.96  0.241 

Labor,  19  days  at  $2.56 48.64  0.078 

Total    $309.87  $0,498 

Summarizing  we  have  the  following  cost : 

Materials — 

Cen^ent,  5.6  bags  at  $0.62 • $3,472 

Gravel  (excavating  and  screening) 0.421 

Hauling  gravel  and  sand 0.223 

Total,   materials $4,116 

Labor — 

Mixing  concrete ■, $0,819 

Transporting  concrete 0.326 

Depositing  concrete   1-394 

Setting  and  moving  forms 0.498 

Total,  labor $3037 

Grand   total $7-153 

COST  OF  CONCRETE  WORK  IN  LINING  NEW 
YORK  RAPID  TRANSIT  SUBWAY.— The  costs  given  here 
refer  alone  to  the  concrete  work  in  constructing  the  jack  arch 
and  steel  beam  lining  of  the  original  standard  subway.  Figure 
143  shows  the  character  of  this  construction.  Arch  panel 
forms  were  set  up  between  the  wall  beams  and  hung  from  the 
floor  beams  and  filled  behind  and,  above  with  1-2-4  trap  rock 
concrete.    The  form  panels  were  used  over  and  over  and  the 
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concrete  was  machine  mixed.  Common  labor  was  paid  $1.50 
per  S-hour  day ;'  foremen,  $3 ;  carpenters,  $3 ;  enginemen,  $3.50, 
and  masons,  $4.  The  costs  cover  three  sections  and  are  in 
each  case  the  averages  for  the  whole  section.  They  are,  we 
believe,  the  only  itemized  costs  that  have  been  published  for 
concrete  work  on  this  road. 

Two-Track  Subway. — In  this  section  of  two-track  subway 
there  were  8,827  cu.  yds,  of  foundation  concrete  and  6,664  cu. 
yds.  of  concrete  in  wall  and  roof  arches.  The  two  classes  of 
work  cost  as  follows : 


Fl«.   148.— Cross- Sec  Hon   of   New   York   Rapid   Transit    Subway. 
Foundations—  Total.     Percii.yd. 

Labor  mixing $  4.669  $0-53 

Labor  placing  5>M2  0.58 

Materials  and  plant 211  0.02 

Cement,  sand,  stone,  etc 30.719  3-48 

Total    $40741  ?4-6' 

Roof  and  side  walls — 

Labor  mixing   $  5444  $0.82 

Labor  placing  Sfi^i  "-^ 

Labor  setting  forms I4.74^  2.21 

Labor  plastering  arches   431  0.06 

Materials  and  plant i.i?*^  o'^ 

Cement,  sand,  stone,  etc 23,888  3.58 

Total    $51,308  $7.fi9 
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Averaging  the  work  we  have  15,491  cu.  yds.  of  concrete 
placed  at  a  cost  of  $5.94  per  cu.  yd. 

Four-Track  Subway. — On  two  sections  of  four-track  sub- 
way the  labor  cost  of  mixing  and  placing  concrete  similarly 
divided  was  as  follows : 

Section  A. 

Foundations —  Per  cu.  yd. 

Labor  mixing  $0.97 

Labor  placing 0.96 

Power 0.14 


Section  B. 

Per  cu.  yd. 

$0.94 

0.95 
0.16 


Total    $2.07 

Roof  and  side  walls — 

Labor  mixing   $0.79 

Labor  placing 0.85 

Labor  setting  forms 2.01 

Labor  plastering  arches  0.16 

Power    0.28 


Total    $4.09 


$2.05 

$0.91 

0.94 
1.20 
0.23 
0.15 

$343 


I    I 


Part    9Mm    Elevation 


Half      Cross       Saction. 


Fig.  144. — Traveling  Form  for  Side  Walls,  New  York  Subway  Tunnels. 

TRAVELING  FORMS  FOR  LINING  NEW  YORK 
RAPID  TRANSIT  RY.  TUNNELS.— In  constructing  the 
tunnels  under  Park  Ave.  and  under  the  north  end  of  Central 
Park  for  the  New  York  Rapid  Transit  Ry.,  traveling  centers 
and  side  wall  forms  were  used  for  the  concrete  lining.  The 
mixing  plants  were  installed  in  the  shafts  and  consisted  gen- 
erally of  gravity  mixers  charged  at  the  surface  and  discharg- 
ing into  skip  cars  running  on  the  tunnel  floor. 

The  forms  used  in  the  Park  Ave.  tunnel  are  shown  by  Figs. 
144  and  145 ;  those  used  in  the  Central  Park  tunnel  differed 
only  in  details.    The  method  of  work  was  slightly  different 
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in  the  two  tunnels,  but  was  substantially  as  follows:  Three 
platforms  mounted  on  wheels  were  used  in  each  set  and  two 
sets  were  employed.  Ahead  came  a  traveler  carrying  the  side 
wall  forms,  next  came  a  shorter  traveler  carrying  a  derrick, 
and  last  came  the  traveler  carrying  the  roof  centers.    The  ar- 


Flg.  HB.— TraveKnK  Form  for  Roof  Arch.  New  York  Subway  1 
rangement  as  operated  in  the  Central  Park  tunnel  is  shown  by 
Fig.  146.  In  the  Park  Ave.  tunnel  the  "bridges"  wire  dis- 
pensed with,  the  skips  being  hoisted  through  the  open  end 
bays  of  the  derrick  car  and  set  directly  on  the  cars  on  the 
center  traveler. 


^»WJW>>»«»VA')l,Mt!.,\V,^ 
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Fig.    lit. — Sketch    Plan    oi    Traveling    FonnH.    New    York    Bub  way    Tunnels. 

The  traveler  carrying  the  side  wall  forms  was  set  in  posi- 
tion and  blocked,  the  grade  and  line  being  given  by  the  track 
rails,  which  had  been  set  exactly  for  that  purpose.  The  side 
wall  forms  differed  slightly  in  the  two  tunnels;  those  for  the 
Park  Ave.  tunnel  shown  by  Fig.  144  formed  the  vertical  por- 
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tion  of  the  wall  only  so  that  when  the  arch  forms.  Fig.  145, 
followed  a  space  A  B  was  left  which  had  to  be  molded  by 
separate  sector-like  forms.  The  side  wall  forms  for  the  Cen- 
tral Park  work  were  constructed  as  shown  by  Fig.  147,  being 
curved  at  the  top  to  merge  into  the  arch  centers.  In  the  Park 
Ave.  work  the  wall  studs  were  adjusted  in  or  out  by  means  of 
wedges  and  slotted  bolt  holes.  In  the  Central  Park  work  the 
studs  A  Fig.  145  were  hung  by  ^-in.  bolts  from  tlie  pieces  B 
spiked  to  line  onto  the  cross-braces.  The  bottom  was  then 
lined  up  by  means  of  wedges  at  D.  The  side  wall  studs  being 
lined  up,  the  bottom  lagging  boards  were  placed  and  filled 
behind  by  shoveling  the  concrete  into  them  direct  from  skip 
cars  on  the  adjacent  tracks  on  the  tunnel  floor.  In  this  way 
the  side  walls  were  built  up  to  the  tops  of  the  forms. 


Rg.    HT.— Sketch    Showing  Detali   f 

As  soon  as  the  side  wall  concrete  had  set  the  forms  were 
struck  and  the  traveler  was  moved  ahead  and  set  for  another 
section  of  wall.  The  derrick  and  roof  arch  travelers  were 
then  moved  into  position  between  the  finished  walls,  and  the 
arch  traveler  was  jacked  up  and  aligned.  Skip  cars  coming 
from  the  mixer  were  run  under  the  derrick  traveler,  where  the 
skips  were  lifted  by  the  derrick  and  set  on  the  platform  cars 
to  be  run  alongside  the  work.  The  arch  lagging  was  placed 
a  piece  at  a  time  and  filled  behind  by  shoveling  direct  from 
the  skips.  As  the  crown  was  approached  the  lagging  was 
placed  in  short  lengths  and  filled  in  over  the  ends,  the  con- 
crete being  shoveled  in  two  lifts ;  in  Fig.  145  the  line  C  D  indi- 
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cates  the  position  of  the  shoveling  board.  The  centers  were 
struck  by  lowering  the  jack  supported  traveler  down  onto  the 
track  rails. 

COST  OF  MIXING  AND  PLACING  SUBWAY  LIN- 
ING, LONG  ISLAND  R  R.,  BROOKLYN,  N.  Y.— The  sub- 
way carrying  the  two  tracks  of  the  Long  Island  R.  R.  under 
Atlantic  Ave.,  in  Brooklyn,  New  York  city,  has  a  lining  con- 
sisting of  an  invert  arch  12  ins.  thick  at  the  center,  side  walls 
4^  ft.  thick  at  the  base  and  3  ft.  thick  at  the  top,  and  a  roof 
of  jack  arches  between  steel  I-beams  5  ft.  apart.  The  dimen- 
sions inside  the  concrete  are  16  x  20  ft.  A  1-8  mixture  of  ce- 
ment, sand,  gravel  and  stone  was  used  in  the  floor  and  walls 
and  a  1-6  mixture  of  the  same  materials  in  the  jack  arches. 
A  bag  of  cement  was  called  i  cu.  ft.,  so  that  a  barrel  was  4 
cu.  ft.  A  Hains  gravity  mixer  and  a  batch  mixer  were  used 
and  careful  records  were  kept  of  all  quantities. 

General  Data. — During  1903,  about  13,880  cu.  yds.  of  the  1-8 
concrete  were  placed,  90  per  cent,  of  which  was  mixed  in  the 
gravity  mixer  and  10  per  cent,  in  the  batch  mixer.  Of  the  1-6 
concrete  5,320  cu.  yds.  were  placed,  85  per  cent,  of  which  was 
mixed  in  the  gravity  mixer  and  15  per  cent,  in  the  batch 
mixer. 

Gravity  Mixer  Work. — ^During  1903,  there  were  16,940  cu. 
yds.  of  concrete  mixed  in  gravity  mixers,  requiring  2,860  days' 
labor  mixing  and  4,000  days'  labor  placing.  Wages  were  $1.50 
a  day  and  the  cost  was  26  cts.  per  cu.  yd.  for  mixing  and  33 
cts.  for  placing,  making  a  total  of  59  cts.  per  cu.  yd.  During 
the  month  of  August  when  2,800  cu.  yds.  were  mixed  the  cost 
was  as  low  as  24  cts.  for  mixing,  plus  22  cts.  for  placing,  or  a 
total  of  46  cts.  per  cu.  yd.  for  mixing  and  placing.  The  mixer 
averaged  about  113  cu.  yds.  per  day  with  a  gang  of  19  men 
mixing  and  26  men  placing.  The  average  size  of  batch  was 
0.46  cu.  yd.  In  1904,  20,000  cu.  yds.  were  mixed  in  190  days, 
worked  with  a  gang  of  19  men  mixing ;  the  gang  placing  con- 
sisted of  25  men.    The  cost  was  as  follows: 

Item.  Total.       Per  cu.  yd. 

2,950  days  labor  mixing $  4,870  24  cts. 

4,760  days  labor  placing 7,300  36  cts. 

Total    $12,170  60  cts. 


\ 
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During  the  best  month  of  1904,  the  labor  cost  was  16  cts. 
for  mixing  and  29  cts.  for  placing,  or  a  total  of  45  cts.  per 
cu.  yd. 

Batch  Mixer  Work. — During  1903  the  batch  mixer  mixed 
2,390  cu.  yds.  in  970  labor  days  mixing  and  740  labor  days 
placing  at  a  cost  of  59  cts.  per  cu.  yd.  for  mixing  and  55  cts. 
per  cu.  yd.  for  placing,  or  a  total  of  $1.04  per  cu.  yd.  During 
the  month  of  June  the  cost  was  as  low  as  40  cts.  for  mixing 
and  30  cts.  for  placing,  or  70  cts.  per  cu.  yd.  for  mixing  and 
placing.  The  wages  paid  were  $1.50  per  day  and  the  average 
gangs  were  11  men  mixing  and  14  men  placing;  the  average 
batch  mixed  was  0.57  cu.  yd.  and  the  average  output  was  35 
cu.  yds.  per  day.  During  1904,  the  mixer  worked  153  days  and 
averaged  46  cu.  yds.  per  day;  the  average  size  of  batch  was 
0.44  cu.  yd.  The  average  gangs  were  13  men  mixing  and  11 
men  placing.    The  labor  cost  of  7,000  cu.  yds.  was  as  follows : 

Item.  Total.        Per  cu.  yd. 

1,910  days  labor  mixing $3»i75  45  cts. 

1,740  days  labor  placing 2,660  38  cts. 

Total    $5,835  83  etc. 

Haulage. — The  costs  given  comprise  in  mixing,  the  cost  of 
delivering  the  materials  to  the  mixer,  and,  in  placing,  the  cost 
of  hauling  the  concrete  away.  A  Robins  belt  conveyor  was 
used  to  deliver  materials  to  the  gravity  mixer  and  this  ac- 
counts, in  a  large  measure,  for  the  lower  cost  of  mixing  by 
gravity.  The  mixed  concrete  was  hauled  from  both  mixers 
in  dump  cars  pushed  by  men. 

Form  Work, — The  labor  cost  of  forms  for  19,300  cu.  yds.  of 
concrete  placed  in  1903  was  $16,800,  or  87  cts.  per  cu.  yd.  of 
concrete.  The  total  labor  days  consumed  on  form  work  was 
6,340  at  $2.70  per  day.  The  total  cost  of  concrete  in  place  for 
mixing,  placing  and  form  work  was  $1.46  per  cu.  yd.,  not  in- 
cluding lumber  in  forms,  fuel,  interest  and  depreciation. 


CHAPTER   XVII. 

METHODS   AND   COST   OF   CONSTRUCTING   ARCH 

AND  GIRDER  BRIDGES. 

The  construction  problems  in  arch  and  girder  bridges  of 
moderate  spans  are  simple,  and  with  the  exception  of  center 
construction  and  arrangement  of  plant  for  making  and  placing 
Concrete,  are  best  explained  by  citing  specific  examples  of 
bridge  work.  This  is  the  arrangement  followed  in  this  chap- 
ter. 

CENTERS. — ^The  construction  of  centers  is  no  less  im- 
portant a  task  for  concrete  arches  than  for  stone  arches.  This 
means  that  success  in  the  construction  of  concrete  arches  de- 
pends quite  as  much  upon  the  sufficiency  of  the  center  con- 
struction as  it  does  upon  any  other  portion  of  the  work.  The 
center  must,  in  a  word,  remain  as  nearly  as  possible  invariable 
in  level  and  form  from  the  time  it  is  made  ready  for  the  con- 
crete until  the  time  it  is  removed  from  underneath  the  arch, 
and,  when  the  time  for  removal  comes,  the  construction  must 
be  such  that  that  operation  can  be  performed  with  ease  and 
without  shock  or  jar  to  the  masonry.  The  problem  of  center 
construction  is  thus  the  two-fold  one  of  building  a  structure 
which  is  immovable  until  movement  is  desired  and  then  moves 
at  will.  Incidentally  these  requisites  must  be  obtained  with 
the  least  combined  expenditure  for  materials,  framing,  erec- 
tion and  removal,  and  with  the  greatest  salvage  of  useful 
material  when  the  work  is  over.  The  factors  to  be  taken 
count  of  are  it,  will  be  seen,  numerous  and  may  exist  in  in- 
numerable combinations. 

Centers  may  be  classified  into  two  types:  (i)  Centers 
whose  supports  must  be  arranged  so  as  to  leave  a  clear  open- 
ing under  the  center  for  passing  craft  or  other  purposes,  and 
(2)  centers  whose  supports  can  be  arranged  in  any  way  that 
judgment  and  economy  dictate.  Centers  of  the  first  class  are 
commonly  called  cocket  centers.    As  examples  of  a  cocket  and 
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of  a  supported  center  and  also  as  examples  of  well  thought  out 
center  design  we  give  the  two  centers  shown  by  Figs.  148  and 
149,  both  designed  for  a  50-ft.  span  segmental  arch  by  the 
same  engineer.     The  development  of  the  center  shown  by 


Fig.  148.— Center  for  50  ft.  Arch  Span  (Supported). 

Fig.  148  into  the  cocket  center  shown  by  Fig.  149  is  plainly 
traceable  from  the  drawings.  In  respect  to  the  center  shown 
by  Fig.  149  which  was  th^  construction  actually  adopted  we 
are  informed  that  16464  ft.  B.  M.  were  required  for  a  center 


Fig.  149. — Center  for  50-ft.  Arch  Span  (Cocket). 

36  ft.  long,  that  the*framing  cost  about  $12  per  M.  ft.  B.  M., 
with  carpenters'  wages  aX  $4  per  day,  and  that  the  cost  of 
bolts  and  nuts  was  about  $1.50  per  M.  ft.  B.  M.  With  lumber 
at  $20  per  M.  ft.  B.  M.,  this  center  fra'med  and  erected  would 
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cost  about  $35  per  M.  ft.  B.  M.  As  an  example  of  framed 
centers  for  larger  spans  we  show  by  Fig.  158  the  centers  for 
the  Connecticut  Avenue  Bridge  at  Washington,  D.  C,  with 
costs  and  quantities;  other  references  to  costs  are  contained 
in  the  index. 

A  center  of  very  economical  construction  is  shown  by  Fig. 
159,  and  is  described  in  detail  in  the  accompanying  text.  The 
distinctive  feature  of  this .  center  is  the  use  of  lagging  laid 
lengthwise  of  the  arch  and  bent  to  curve.  Another  example 
of  this  form  of  construction  may  be  found  in  a  3-span  arch 
bridge  built  at  Mechanicsville,  N.  Y.,  in  1903.  The  viaduct 
was  17  ft.  v/ide  over  all,  and  consisted  of  two  loo-ft.  spans 
and  one  50-ft.  span.  Pile  bents  were  driven  to  bed  rock,  the 
piles  being  spaced  6  ft.  apart  and  the  bents  10  ft.  apart.  Each 
bent  was  capped  with  10  x  12-in.  timber.  On  these  caps  were 
laid  four  lines  of  10  x  12-in.  stringers,  and  8x  lo-in.  posts  3  ft. 
apart  were  erected  on  these  stringers,  and  each  set  of  four 
posts  across  the  arch  was  capped  with  8xio-in  timbers  the 
ends  of  which  projected  3  ft.  beyond  the  faces  of  the  arch. 
The  tops  of  these  cross  caps  were  beveled  to  receive  the  lag- 
ging which  was  put  on  parallel  with  the  center  line  of  the  via- 
duct, sprung  down  and  nailed  to  the  caps.  This  lagging  con- 
sisted of  rough  I -in.  boards  for  a  lower  course,  oh  top  of 
which  was  laid  i-in.  boards  dressed  on  the  upper  sides.  Hard- 
wood wedges  were  used  under  the  posts  for  removing  the  cen- 
ters. In  the  centers,  forms  and  braces  for  the  three  arches 
there  were  used  140,000  ft.  B.  M.  of  lumber.  The  structure 
contained  2,500  cu.  yds.  of  concrete. 

Another  type  of  center  that  merits  consideration  in  many 
places  is  one  developed  by  Mr.  Daniel  B.  Luten  and  used  by 
him  in  the  construction  of  many  arches  of  the  Luten  type  of 
reinforced  concrete  arch.  The  particular  feature  of  this  type 
of  arch  is  that  in  shallow  streams  for  bridges  of  ordinary  span 
the  ends  of  the  arch  ring  are  tied  together  across  stream  by  a 
slab  of  concrete  reinforced  to  take  tension.  This  slab  is  in- 
tended to  serve  the  double  purpose  of  a  tie  to  keep  the  arch 
from  spreading  and  thus  reduce  the  weight  of  abutments  and 
of  a  pavement  preventing  scour  and  its  tendency  to  under- 
mine the  abutments.    Incidentally  this  concrete  slab,  which  is 
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built  first,  serves  as  a  footing  for  the  supports  carrying  the 
arch  center. 

As  an  illustration  of  the  center  we  choose  a  specific  struc- 
ture. In  building  a  95-ft.  span,  ii-ft.  i-in.  rise  arch  bridge  at 
Yorktown,  Ind.,  in  1905,  the  centers  were  designed  so  as  to 
avoid  the  use  of  sand  boxes  or  wedges.  Ribs  of  2  x  12-in. 
pieces  cut  to  the  arc  of  the  arch  soffit  were  supported  on 
uprights  standing  on  the  concrete  stream  bed  pavement.  The 
uprights  were  so  proportioned  by  Gordon's  formula  for  col- 
umns that  without  bracing  they  would  be  too  light  to  support 
the  load  of  concrete  and  earth  filling  that  was  to  come  upon 
them,  but  when  braced  at  two  points  dividing  the  uprights 
approximately  into  thirds  they  would  support  their  loading 
rigidly  and  without  buckling.  The  design  in  detail  was  as 
follows :  The  uprights  near  the  middle  of  the  span  were  about 
15  ft.  long  and  were  spaced  7  ft.  apart  across  the  stream  and 
3  ft.  apart  across  the  bridge.  Each  upright  then  was  to  sup- 
port a  loading  of  concrete  of  7  ft.  x  3  ft.  x  26  ins.  and  an  earth 
fill  I  ft.  X  7  ft.  X  3  ft.,  or  a  total  load  of  about  9,000  lbs.  Apply- 
ing Gordon's  formula  for  struts  with  free  ends, 

P  = 


123  h^ 

where  P  is  the  total  load  =  9,000  lbs.,  /  is  fibre  stress  for  oak 
=  1,600  lbs.,  /  is  length  of  strut  in  inches  and  h  is  least  diam- 
eter of  strut  in  inches,  it  was  found  that  for  a  length  of  15  ft. 
a  7  X  7-in.  upright  would  be  required  to  satisfy  the  formula, 
but  for  a  length  of  5  ft.,  which  would  result  from  bracing  each 
strut  at  two  points,  a  4X4-in.  timber  satisfied  the  formula. 
Therefore,  4  x  4-in.  timbers  braced  at  two  points  were  used  for 
the  longest  uprights.  About  30  days  after  the  completion  of 
the  arch  the  bracing  was  removed  from  the  uprights,  begin- 
ning at  the  ends  of  the  span  and  working  towards  the  middle. 
As  the  bracing  was  being  removed  the  uprights  gradually 
yielded,  buckling  from  4  to  6  ins.  from  the  vertical  and  allow- 
ing the  arch  to  settle  about  54  in.  at  the  crown.  This  type  of 
center  has  been  successfully  employed  in  a  large  number  of 
bridj;cs. 
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Figure  150  shows  a  center  for  a  125-ft.  span  parabolic  arch 
with  the  amount,  and  character  of  the  stresses  indicated  and 
with  a  diagram  of  the  actual  deflections  as  measured  during 
the  work. 


FtK.   150.— Center   tor  i25-ft.   Spun   Parabolic  Arch  wllh  Diagram  of 
DeHectlons. 

In  calculating  centers  of  moderate  span  there  is  seldom  need 
of  more  than  the  simple  formulas  and  tables  given  in  Chapter 
IX,  When  the  spans  become  larger,  and  particularly  when 
they  become  very  large — over  200  ft. — the  problem  of  calculat- 
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ing  centers  becomes  complex-  None  but  an  engineer  familiar 
with  statics  and  the  strengths  of  materials  and  knowing  the 
efficiency  of  structural  details  should  be  considered  for  such 
a  task.  Such  computations  are  not  within  the  intended  scope 
of  this  book,  and  the  design  of  large  centeis  will  be  passed 
with  the  presentation  of  a  single  example,  the  center  for  the 
Walnut  Lane  Bridge  at  Philadelphiay  Pa. 

The  main  arch  span  of  the  Walnut  Lane  Bridge  consists 
of  twin  arches  spaced  some  16  ft.  apart  at  the  crowns  and 
connected  across  by  the  floor.  Each  of  the  twin  arch  rings  has 
a  span  of  232  ft.  and  a  rise  of  7cJ4  ft.,  is  gyi  ft.  thick  and  2iJ^ 
ft.  wide  at  the  skew-back  and  5J^  ft.  thick  and  i8  ft.  wide  at 
the  crown.    The  plan  was  to  build  a  center  complete  for  one 


arch  ring  and  then  to  shift  it  along  and  re-use  it  for  building 
the  other  arch  ring.  The  centering  used  is  shown  in  diagram 
by  Fig.  151.  It  consists  of  five  parts:  (i)  Six  concrete 
piers  running  the  full  width  of  the  bridge  upon  which  the 
structure  was  moved;  (2)  a  steel  framework  up  to  £  G,  called 
the  "primary  bent";  (3)  a  separate  timber  pftrtion  below  the 
heavy  Hnes  E  I  and  W  /';  (4)  the  "main  staging"  included  in 
the  trapezoid  E  I  W  I',  and  {5)  the  "upper  trestle"  extending 
from  /  /'  to  the  intrados. 

The  primary  bent  consists  of  four  I-beam  post  bents  having 
channel  chords,  the  whole  braced  together  rigidly  by  angles. 
Each  bent  is  carried  on  ij^  ft.  x6  in.  steel  rollers  running  on 
a  track  of  19  xj^  In.  plate  on  top  of  the  concrete  piers.    Be- 
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tween  the  primary  bents  and  the  main  staging,  and  also 
between  the  main  staging  and  the  upper  trestles  are  lifting 
devices.  The  mode  of  operation  planned  is  as  follows :  When 
the  center  has  been  erected  as  shown  and  the  arch  ring  con- 
creted the  separate  stagings  under  K  I  and  K'  /'  are  taken 
down.  Next  the  portions  under  the  lines  /  E  and  /'  W  will  be 
taken  down  and  erected  under  the  second  arch.  Finally  the 
remainder  of  the  center  will  be  shifted  sidewise  on  the  rollers 
to  position  under  the  second  arch. 

MIXING  AND  TRANSPORTING  CONCRETE.— The 
nature  of  the  plant  for  mixing  and  handling  the  concrete  in 
bridge  work  will  vary  not  only  with  varying  local  conditions 
but  with  the  size  and  length  of  the  bridge.  For  single  span 
structures  of  moderate  size  the  concrete  can  be  handled 
directly  by  derricks  or  on  runways  by  carts  and  wheelbar- 
rows. For  bridges  of  several  spans  the  accepted  methods  of 
transport  are  cableways,  cars  and  cars  and  derricks.  Typical 
examples  of  each  type  of  plant  are  given  in  the  following 
paragraphs,  and  also  in  the  succeeding  descriptions  of  the 
Connecticut  Avenue  Bridge  at  Washington,  D.  C,  and  of  a 
five-span  arch  bridge. 

Cableway  Plants. — The  bridge  was  710  ft.  long  be- 
tween abutments  and  62  ft.  wide;  it  had  a  center  span  of  no 
ft.,  flanked  on  each  side  by  a  loo-ft.,  a  90-ft.  and  an  8o-ft. 
span.  The  mixing  plant  was  located  at  one  end  of  the  bridge 
and  consisted  of  a  Drake  continuous  mixer,  discharging  one- 
half  at  the  mixer  and  one-half  by  belt  conveyor  to  a  point  50 
ft.  away,  so  as  to  supply  the  buckets  of  two  parallel  cable- 
ways.  The  mixer  output  per  lo-hour  day  was  400  cu.  yds. 
and  the  mixing  plant  was  operated  at  a  cost  of  $27  per  day, 
making  the  cost  of  mixing  alone  6^  cts.  per  cu.  yd.  The  sand 
and  gravel  were  excavated  from  ai  pit  4J/2  miles  away  and  de- 
livered by  electric  cars  to  the  bridge  site  at  a  cost  of  50  cts. 
per  cu.  yd.  Two  930-ft.  span  Lambert  cableways  set  parallel 
with  the  bridge,  one  25  ft.  each  side  of  the  center  axis,  were 
used  to  deliver  the  concrete  from  mixer  to  forms.  The  cable- 
way  towers  were  70  ft.  high  and  the  cables  had  a  deflection 
of  35  ft. ;  they  were  designed  for  a  load  of  7  tons,  but  the 
average  load  carried  was  only  3  or  4  tons.  These  cableways 
handled  practically  all  the  materials  used  in  the  construction 
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of  the  bridge.  They  delivered  from  mixer  tx>  the  work  400 
cu.  yds.  of  concrete  450  ft.  in  10  hours  at  a  cost  of  2  cts.  per 
cu.  yd.  for  operation. 

Another  example  of  cableway  arrangement  for  concreting 
bridge  piers  is  shown  by  Fig.  151a.  The  river  was  about 
800  ft.  wide,  about  3  ft.  deep  and  had  banks  about  20  ft.  high. 
The  piers  were  about  21  ft.  high.  The  towers  for  the  cable- 
way  consisted  of  a  55-ft.  derrick  without  boom,  placed  near 
the  bank  on  the  center  line  of  the  piers  and  well  guyed  and  a 
two-leg  bent  placed  in  the  middle  of  the  river  and  held  in  place 
by  four  cable  guys  anchored  to  the  river  bottom.  A  J^-in. 
steel  hoisting  cable  was  stretched  from  a  deadman  on  shore, 
about  150  ft.  back  of  the  derrick,  and  followed  along  the  center 
line  of  the  piers,  past  the  derrick  just  clearing  it,  to  the  bent  in 
the  middle  of  the  river.  At  the  top  of  this  bent  was  a  i6-in. 
cable  block.    Through  this  block  the  cable  passed  down  and 
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Fig.   151a. — Cableway  for  Concreting  Bridge  Piers. 
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was  made  fast  to  a  weight,  consisting  of  a  skip  loaded  with 
concrete  until  the  cable  had  the  required  tension,  and  a  pitch 
of  18  to  20  ft.  from  center  of  river  to  anchor  on  shore.  In 
order  to  secure  the  required  pitch  from  the  shore  to  the  river 
bent  the  boom  fall  of  the  derrick  was  hooked  onto  the  cable 
at  the  foot  of  the  mast,  and  then,  by  going  ahead  on  the  single 
drum  hoisting  engine,  was  raised  to  the  mast  head.  This  gave 
the  cable  a  pitch  of  18  to  20  ft.  from  mast  head  to  top  of  bent 
in  river.  The  carriage  used  on  the  cableway  consisted  of  two 
i6-in.  cable  sheaves  with  iron  straps,  forming  a  triangle,  with 
a  chain  barging  from  the  bottom  point,  to  which  was  attached 
the  5  cu.  ft.  capacity  concrete  bucket.  The  concrete  was 
mixed  on  a  platform  at  the  foot  of  the  mast.  When  ready  for 
operation  the  chain  on  the  carrier  was  hooked  to  the  bucket 
of  concrete,  the  engine  started,  and  both  bucket  and  cable 
raised,  the  former  running  by  gravity  to  the  pier.  The  speed 
of  descent  was  governed  by  the  height  to  which  the  cable  was 
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raised  on  the  derrick,  and  as  the  bucket  neared  the  dumping 
point  the  engine  was  slacked  of?  and  the  cable  leveled.  The 
bucket  was  dumped  by  a  man  on  a  staging  erected  on  the  pier 
form.  For  the  return  of  the  bucket  the  engine  was  slacked 
off  and  the  weight  on  the  river  bent  would  pull  the  cable  tight 
so  that  the  pitch  would  be  toward  the  shore  and  the  bucket 
could  run  down  the  grade  to  the  mixing  platform,  the  speed 
being  governed  as  before  by  leveling  the  cable.  When  the 
piers  were  completed  to  the  middle  of  the  river  the  engine  and 
derrick  were  taken  over  to  opposite  side  of  the  river,  the  bent 
being  left  in  the  middle,  and  the  work  continued.  By  using 
the  extreme  grade  of  the  cable  it  was  found  that  the  bucket 
would  run  from  the  platform  to  the  bent  (400  ft.)  in  less  than 
35  seconds. 

Car  Plant  for  4-Span  Arch  Bridge. — ^The  bridge  had  four 
iio-ft.  skew  spans,  and  a  total  length  of  554  ft.  The  mixing 
plant  was  located  alongside  one  abutment  on  a  side  hill  so  that 
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Bridge. 

sand  and  stone  could  be  stored  on  the  slope  above.  The  mixer 
was  set  on  a  platform  high  enough  to  clear  cars  below.  Above 
it  and  to  the  rear  a  charging  platform  reached  back  to  the 
stone  and  sand  piles.  Side  dump  cars  running  on  a  track  on 
the  charging  platform  took  sand  and  stone  to  the  mixer  and 
cement  was  got  from  a  cement  house  at  charging  platform 
level.  The  concrete  for  the  abutment  adjacent  to  the  mixer 
was  handled  in  buckets  by  a  guy  derrick.  A  trestle,  Fig.  152, 
was  then  built  out  from  the  mixer  to  the  first  pier;  this  trestle 
was  so  located  as  to  clear  the  future  bridge  about  20  ft.  and 
was  carried  out  from  shore  parallel  to  the  bridge  until  nearly 
opposite  the  pier  site,  where  it  was  swung  toward  and  across 
the  pier.  The  concrete  was  received  from  the  mixer  in  bottom 
dvmip  push  cars ;  these  cars  were  run  out  over  the  pier  site  and 
dumped.  When  the  first  pier  had  been  concreted  to  springing 
line  level,  the  main  trestle  was  extended  to  opposite  the  second 
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pier  and  the  branch  track  .was  removed  from  over  the  first  pier 
and  placed  over  the  second  pier.  This  operation  was  repeated 
for  the  third  pier.  The  last  extension  of  the  main  track  was  to 
the  far  shore  abutment,  where  the  bodies  of  the  cars  were 
hoisted  by  derrick  and  dumped  into  the  abutment  forms.  The 
derrick  was  the  same  one  used  for  the  first  abutment  having 
been  moved  and  set  up, during  the  construction  of  the  inter- 
mediate piers.  To  construct  the  arches  a  second  trestle  was 
built  composed  partly  of  new  work  and  partly  of  the  staging 
for  the  arch  centers.  This  trestle  rose  on  an  incline  from  the 
mixer  to  the  first  pier  across  which  it  was  carried  at  approxi- 
mately crown  level  of  the  arch.  The  concrete  for  the  portion 
of  the  pier  above  springing  line  and  for  the  lower  portions  of 
the  haunches  was  dumped  direct  from  the  cars.  For  the  upper 
parts  of  the  arch  the  concrete  was  brought  to  the  pier  track  in 
two-wheel  carts  on  push  cars  and  thence  these  carts  were 
taken  along  the  arch  toward  shore  on  runways.  When  the 
first  arch  had  been  concreted  the  second  trestle  was  extended 
to  pier  two  and  the  operation  repeated  to  concrete  the  second 
arch. 

Hoist  and  Gar  Plant  for  2Z-Span  Arch  Viaduct. — The  double 
track  concrete  viaduct  replaced  a  single  track  steel  viaduct, 
being  built  around  and  embedding  the  original  steel  structure 
which  was  maintained  in  service.  The  concrete  viaduct  con- 
sisted of  21  spans  of  26  ft.,  7  spans  of  16  ft.,  and  2  spans  of  22 
ft.  With  piers  it  required  about  15,000  cu.  yds.  of  concrete. 
Two  Ransome  concrete  hoists,  one  on  each  side  of  the  original 
steel  structure  near  one  end,  were  supplied  with  concrete  by  a 
No.  4  Ransome  mixer.  The  mixer  discharged  direct  into  the 
bucket  of  one  hoist  and  by  means  of  a  shuttle  car  and  chute 
into  the  bucket  of  the  other  Koist. 

The  shuttle  car  ran  from  the  mixer  up  an  incline  laid  with 
two  tracks,  one  narrow  gage  and  one  wide  gage,  having  the 
same  center  line.  The  car  was  open  at  the  front  end  and  its 
two  rear  wheels  rode  on  the  broad  gage  rails  and  its  two 
forward  wheels  rode  on  the  narrow  gage  rails.  At  the  top 
of  the  incline  the  narrow  gage  rails  pitched  sharply  below  the 
grade  of  the  broad  gage  rails  so  that  the  rear  end  of  the  car 
was  tilted  up  enough  to  pour  the  concrete  into  a  chute  which 
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led  to  the  bucket  of  the  hoist.  The  sand  and  gravel  bins  were 
elevated  above  the  mixer  and  received  their  materials  from 
cars  which  dumped  directly  irom  the  steel  viaduct. 

The  hoist  buckets  discharged  into  two  hoppers  mounted  on 
platforms  on  the  old  viaduct.  These  platforms  straddled  two 
narrow  gage  tracks,  one  on  each  side  of  the  old  viaduct  paral- 
lel to  and  clearing  the  main  track.  These  side  tracks  were 
carried  on  the  cantilever  ends  of  long  timbers  laid  across  the 
old  viaduct  between  ties.  At  street  crossings  the  overhanging 
ends  of  the  long  timbers  were  strutted  diagonally  down  to  the 
outside  shelf  of  the  bottom  chords  of  the  plate  girder  spans. 
Six  cars  were  used  and  the  concrete  was  dumped  by  them 
directly  into  the  forms ;  the  fall  from  the  track  above  being  in 
some  cases  40  ft.  The  hoists  and  shuttle  car  were  operated  by 
an  Syi  X  i2-in.  Lambert  derrick  engine,  the  boiler  of  which 
also  supplied  steam  to  the  mixer  engine.  The  concrete  cars 
were  operated  by  cable  haulage  by  two  Lambert  7  x  lo-in. 
engines. 

The  labor  force  employed  in  mixing  and  placing  concrete, 
including  form  work,  was  45  men,  and  this  force  placed  on  an 
average  200  cu.  yds.  of  concrete  per  day.  Assuming  wages 
we  get  the  following  costs  of  different  parts  of  the  work  for 
labor  above : 

Item.                                                Per  day.  Per  cu.  yd. 

I  timekeeper  at  $2.50 $    2.50  $0.0125 

I  general  foreman  at  $5 5.00  0.0250 

3  enginemen  at  $5 15.00  0.0750 

I  carpenter  foreman  at  $4 4.00  0.0200 

12  carpenters  at  $3.50 42.00  •  0.2100 

I  foreman  at  $4 4.00  0.0200 

8  men    mixing  and    transporting    at 

$1.75 14.00  0.0700 

13  men  placing  concrete  at  $1.75 22.75  0.1 137 

I  foreman  finishing  at  $4 4.00  0.0200 

4  laborers  finishing  at  $1.75 7.00  0.0350 

45  men  at  $2.70  $120.25  $o«6oi2 
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It  is  probable  that  the  carpenter  work  includes  merely  shift- 
ing and  erecting  forms  and  not  the  first  cost  of  framing 
centers.  No  materials,  of  course,  are  included.  It  should  be 
kept  in  mind  that  while  the  output  and  labor  force  are  exact 
the  wages  are  assumed. 

Traveling  Derrick  Plant  for  4-Span  Arch  Bridge. — ^Thc 
bridge  consisted  of  four  70-ft.  arch  spans  and  was  built  close 
aloiigside  an  old  bridge  which  it  was  ultimately  to  replace. 
The  approach  from  the  west  was  across  a  wide  flat;  at  the 
east  the  ground  rose  more  abruptly  from  the  stream.  Condi- 
tions prevented  the  use  of  a  long  spur  trade  and  also  made 
it  necessary  to  install  all  plant  at  and  to  handle  all  material 
from  the  west  bank.  A  diagram  sketch  of  the  arrangement 
adopted  is  shown  by  Fig.  153. 
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Fig.   153.— Sketch  Showing  Traveling  Derrick  Plant  for  Concreting  an  Arch 

Bridge. 

The  track  from  the  west  approached  the  existing  bridge  on 
an  embankment  25  ft.  high.  A  spur  track  175  ft.  long  from 
clear  post  to  end  was  built  on  trestle  as  shown.  The  cement 
house  and  mixer  platform  were  placed  at  the  foot  of  the  em- 
bankment at  opposite  ends  of  the  spur  track.  Between  the 
two  the  slope  of  the  embankment  was  sheeted  with  i-in. 
boards  and  a  timber  bulkhead  4  ft.  high  was  built  along  the 
toe  of  the  sheeting.  Stone,  sand  and  coal  were  stored  behind 
the  bulkhead  on  the  sheeting.  A  runway  close  to  the  bulk- 
head connected  the  cement  house  with  the  mixer  platform,  all 
materials  to  the  mixer  being  wheeled  in  barrows  on  this  run- 
way. A  ^-cu.  yd.  Smith  mixer  was  set  on  a  platform  5  ft. 
above  ground  with  its  discharge  end  toward  the  stream.  Be- 
ginning under  this  platform  a  service  track  was  carried  across 
the  flat  and  stream  to  the  extreme  end  of  the  east  abutment. 
This  track  consisted  of  three  rails,  two  rails  4  ft.  apart  next  to 
the  work  and  a  third  rail  25  ft.  from  the  first.    The  4-ft.  gage 
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provided  for  cars  carrying  concrete  buckets  from  the  mixer 
and  the  25-ft.  gage  provided  for  a  travelifig  derrick;  i8-lb. 
rails  were  used  and  they  proved  to  be  too  light,  40-lb.  rails  are 
suggested.  The  derrick  consisted  of  a  triangular  platform 
carrying  a  stiff  leg  derrick  with  a  25-ft.  mast  and  mounted  on 
five  wheels.  The  wheels  were  double  flange  16  ins.  diameter 
and  cost  $30  each,  being  the  most  expensive  part  of  the  der- 
rick. The  derrick  was  made  on  the  ground  and  took  four 
carpenters  between  3  and  4  days  to  build.  Derrick  and  350  ft. 
of  service  track,  including  pole  trestle  acfoss  the  stream,  cost 
between  $600  and  $800.  The  derrick  was  moved  by  means  of 
a  cable  wrapped  around  one  spool  of  the  Flory  double-drum 
hoisting  engine  and  leadingf  forward  and  back  to  deadmen  set 
at  opposite  ends  of  the  service  track.  Cars  carrying  concrete 
buckets  were  run  out  on  the  4-ft.  gage  track  and  the  buckets 
were  hoisted  by  the  derrick  and  dumped  into  a  J/2-cu.  yd.  car 
running  on  a  movable  transverse  track  across  the  bridge. 
This  transverse  track  was  necessary  to  handle  the  concrete 
to  the  far  side  of  the  work,  the  derrick  being  set  too  low  and 
the  boom  being  too  short  to  reach.  The  derrick  was  used  to 
handle  material  excavated  from  the  pier  foundations  and  also 
to  tear  down  the  centers  and  spandrel  forms.  Some  rather 
general  figures  on  the  cost  of  this  bridge  are  given  by  Mr.  H. 
C.  Harrison,  the  contractor.    They  are: 

Materials:  •  Total. 

6,000  bbls.  cement  at  $2.05 J? .  .$12,300 

2,500  cu.  yds.  sand  at  $0.80 \/:. . .     2,000 

5,000  cu.  yds.  stone  at  $0.85 4,250 

260  M.  ft.  B.  M.  lumber  at  $17 4,420 

Total    $22,970 

Labor : 

Cofferdams,  excavation  and  pumping $  3,000 

Forms,  falseworks  and  centers   2,000 

Mixing  and  placing  concrete 4,000 

Placing  reinforcement   400 

Removing  falseworks,  forms,  etc 1,200 

One  coat  pitch  and  paper 150 

Building  plant,  etc 2,250 

Total $13,000 
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Mr.  Harrison  states  that  including  plant  cost,  delays,  floods 
and  incidentals  the  cost  per  cubic  yard  of  concrete  was  $8  and 
that  excluding  these  items  the  cost  was  $6  per  cu.  yd. 

COST  OF  CONSTRUCTING  CONCRETE  HIGHWAY 
BRIDGE,  GREENE  COUNTY,  IOWA.— The  following  is 
the  itemized  cost  of  constructing  a  reinforced  concrete  slab 
highway  bridge,  one  of  several  built  by  the  Highway  Commis- 
sioners of  Greene  County,  Iowa,  in  1906.  The  figures  are  given 
by  Messrs.  Henry  Haag  and  D.  E.  Donovan,  the  last  being 
the  foreman  of  the  concrete  gang  doing  the  work.  All  bridges 
consist  of  10  to  i2-in.  slabs  reinforced  with  old  steel  rails  and 
of  abutments  and  wing  walls  reinforced  with  old  rods,  bars 
or  angles  selected  from  junk.  Tliis  junk  metal  cost  0.6  cts. 
per  pound  and  the  rails  cut  to  length  cost  1.15  cts.  per  pound 
f.  o.  b.  cars.  The  work  was  done  by  a  special  gang,  the  men 
receiving  $1.50  per  day  and  board.  As  a  rule  the  footings 
were  made  2  ft.  wide  and  as  high  as  need  be  to  get  above  the 
water  and  dirt.  Before  the  footing  concrete  set  steel  rods, 
bars  or  angles  were  placed ;  they  were  long  enough  to  reach 
the  height  of  the  wall  and  3  to  6  ins.  into  the  slab.  The  forms 
for  the  abutment  and  wing  walls  and  for  the  floor  slab  were 
then  erected  complete  before  any  more  concrete  was  placed. 
No  carpenter  was  employed,  every  man  on  the  job  having  been 
taught  to  take  his  certain  place  in  the  work,  then,  the  forms 
being  erected,  every  man  had  his  particular  place  in  the  work 
of  mixing  and  placing  the  concrete.  The  foreman  saw  that 
the  reinforcement  was  properly  placed  and  watched  over  the 
accuracy  of  the  work  generally.  The  concrete  was  allowed  to 
set  on  the  centers  for  from  30  to  40  days ;  the  other  form  work 
was  taken  down  after  three  days  and  travel  over  the  bridge 
permitted  after  three  or  four  days.  The  concrete  was  mixed 
wet.  The  bridge  whose  cost  is  given  was  22  ft.  wide  and  16  ft. 
span  with  2-ft.  wing  walls. 

The  foundations  are  4  ft.  deep  and  2j/$  ft.  wide.  The  walls 
on  top  of  the  foundations  are  7  ft.  high,  18  ins.  wide  at  the 
base,  and  battered  up  to  14  ins.  at  the  top  for  wings  and  12  ins. 
at  top  for  walls.  The  floor  is  22  ft.  by  18  ft.  and  i  ft.  thick.  The 
wheel  guard  is  12  ins.  thick  by  14  ins.  wide  and  32  ft.  long. 
The  itemized  cost  of  this  bridge,  containing  73  cu.  yds.  of  con- 
crete, is  as  follows: 
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Materials.  Total.            Per  cu.  yd. 

70  cu.  yds.  gravel  at  70  cts $  49.00  $0.6726 

10  cu.  yds.  broken  stone  at  70  cts 7.00  0.0959 

75  bbls.  cement  at  $2.20 165.00  2.2603 

7,000  lbs.  steel  rails  at  1.15  cts 80.50  1.1027 

1,000  lbs.  junk  rails  at  0.6  cts 6.00  0.0819 

200  ft.  B.  M.  lumber  wasted  at  $29. . .  5.80  0.0794 

15  lbs.  nails  at  3  cts 0.45  0.0061 

Labor  and  Supplies: 

2  days'  excavation  at  $14 28.00  0-3835 

^  day  foundation  at  $14 10.00  0.1369 

V/i  days  building  forms  at  $14 21.00  0.2876 

2  days  filling  forms  at  $14 28.00  0.3835 

Hauling  lumber  and  tools 8.00  0.1096 

Hauling  cement  and  tools 18.00  0.2465 

Taking  off  forms '. 2.30  0.0315 

1,000  lbs.  coal  at  $4  per  ton 2.00  0.0274 

Total  cost $431.05  $5.9054 

In  round  figures  the  cost  per  cubic  yard  of  concrete  in  the 
finished  bridge  was  $5.90.  Summarizing  we  have  the  follow- 
ing cost  per  cubic  yard  of  concrete  in  place : 

Item.,  Per  cu.  yd. 

Cement $2.26 

Steel    1.22 

Lumber    ^ 0.22 

Gravel  and  stone 0.76 

Labor   "1 1.41 

Coal    0.03 

Total    : $5.90 

The  average  cost  of  concrete  in  place  for  all  the  work  done 
in  Greene  County  by  day  labor  was  $6.25  per  cu.  yd.  In  the 
job  itemized  above  the  bank  caved  in,  causing  an  extra  ex- 
pense for  removing  the  earth.  The  gravel  used  in  this  bridge 
was  very  good  clean  river  gravel. 

METHOD  AND  COST  OF  CONSTRUCTING  TWO 
HIGHWAY  GIRDER  BRIDGES.— The  following  accoimt  of 
the  methods  and  costs  of  constructing  two  slab  and  beam 
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highway  bridge  decks  on  old  masonry  abutments  is  taken 
from  records  kept  by  Mr.  Daniel  J.  Hauer.  The  first  bridge 
was  a  single  span  15  ft.  long  that  replaced  wooden  stringers 
and  floor  that  had  become  unsafe ;  the  second  was  two  short 
spans  of  a  steel  bridge  that  was  too  light  for  the  traffic  of  the 
road,  and  it  was  torn  down  and  moved  elsewhere,  by  the 
county  authorities.  The  work  was  done  by  contract,  and  in 
each  case  consisted  of  building  the  reinforced  floor  and  girders 
on  the  old  masonry  walls  that  were  in  good  condition.  While 
the  work  was  going  on  traffic  was  turned  off  the  bridges,  fords 
being  used  instead.  Figure  154  shows  a  sketch  of  the  cross- 
section  of  the  floor  and  girders.  In  Example  I  the  girders  had 
a  depth  below  the  floor  of  12  ins.  and  were  of  the  same  width. 
In  Example  II  the  girders  were  14  ins.  wide  and  had  a  depth 
below  the  floor  of  18  ins.  The  floors  on  both  bridges  were 
6  ins.  thick.    Kahn  bars  were  used  for  reinforcement. 


Fig.  1C4.— Cross-Section  of  Concrete  Girder  Bridge. 


Example  L — This  bridge  was  but  little  more  than  5  ft.  above 
the  stream,  which  was  shallow  and  not  over  7  ft.  wide,  unless 
swollen  by  floods.  The  bottom  for  several  hundred  feet  on 
either  side  of  the  bridge  was  covered  with  coarse  sand  and 
gravel,  that  had  pebbles  in  it  from  the  size  of  a  goose  egg 
down.  Th>  was  taken  from  the  stream  by  men  with  picks 
and  shovels  and  hauled  to  the  site  of  the  work  with  wheel- 
barrows, and  then  screened  so  as  to  separate  the  gravel  from 
the  sand.  As  it  was  found  that  the  sand  was  so  coarse  that  it 
would  take  more  cement  than  the  specifications  called  for  in  a 
i-2>4-5  mixture,  some  much  finer  sand  was  bought  and  mixed 
with  it.  For  the  privilege  of  taking  the  sand  from  the  stream 
$1  was  paid  the  property  owner.  This  was  done  to  get  a  re- 
ceipt and  release  from  him,  rather  than  as  an  attempt  to  pay 
royalty  on  the  gravel  and  sand.  This  dollar  is  included  in  the 
cost  of  the  labor  in  getting  these  materials. 
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The  cost  of  materials  per  cubic  yard  for  the  bridge  was  as 
given  below,  the  mixture  being  as  stated  above.  The  cement 
cost  $1.40  per  barrel,  delivered  at  the  bridge. 

Per 
Cu.  Yd. 

Steel    $2.50 

Gravel  and  sand   75 

Sand    (bought)    30 

Cement    1.57 

Per   cubic  yard $512 

It  is  of  interest  to  note  the  cost  of  the  gravel  and  sand,  as 
this  includes  the  cost  of  digging  it,  wheeling  it  in  a  wheel- 
barrow an  average  distance  of  100  ft.,  and  then  screening  it 
and  putting  it  in  two  stock  piles.  The  proportion  of  bought 
sand  used  with  the  creek  sand  was  one-half. 

The  old  wooden  floor  and  stringers  had  to  be  torn  down. 
This  was  done  at  a  cost  of  $1.30  per  M.  ft.  B.  M.,  and  fur- 
hished  60  per  cent,  of  the  lumber  needed  for  forms.  The  floor 
boards  were  3-in.  yellow  pine  planks,  and  the  stringers  6x  12- 
in.  timbers,  rather  heavy,  but  money  was  saved  by  \ising  them. 
The  6x  i2-in.  timbers  were  used  for  props  for  the  centering. 
Additional  lumber  was  bought,  delivered  at  the  site  of  the 
bridge,  for  $20.84  per  M.  ft.  B.  M. 

In  framing  and  erecting  the  forms  the  carpenter  had  labor- 
ers helping  him,  he  doing  only  carpenter's  work,  the  laborers 
carrying  and  lifting  all  pieces  wherever  possible.  The  carpen- 
ter's work  was  about  40  per  cent,  of  the  total  labor  cost,  which 
was  as  follows  per  cubic  yard  of  concrete : 

Tearing  down  old  bridge $0.08 

Lumber    85 

Nails   15 

Labor,  carpenter   yy 

Labor,  laborers   96 


$2.81 
The  forms  were  torn  down  by  laborers,  with  the  assistance 
of  a  man  and  his  helper,  who  were  given  the  boards  for  this 
labor  and  to  haul  them  away.    This  reduced  this  item  some- 
what, as  it  only  amounted  to  20  cts.  per  cu.  yd. 
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The  cost  of  the  forms  per  thousand  feet  board  measure 
was: 

New  lumber  $20.82 

Nails    1.44 

Labor,  carpenter  7.60 

Labor,  laborers 9.50 

Tearing  down   2.00 


$41.36 
All  the  men,  including  the  carpenter,  worked  10  hours  per 
day,  and  were  paid  at  the  following  rates : 

Carpenter    $2.50 

Sub-foreman    2.00 

Laborers    1.50 

A  regular  foreman  was  not  employed,  but  an  intelligent  and 
handy  workman  was  given  50  cts.  additional  to  lead  the  men 
and  look  after  them  when  the  contractor  was  not  present. 

A  gang  of  six  men  did  the  work  of  mixing  and  placing, 
and  as  the  stock  piles  were  close  by  the  mixing  board  no  extra 
men  were  needed  to  handle  materials.  Water  was  secured 
from  the  stream  in  buckets  for  mixing.  The  mixture  was 
made  very  wet.  The  cost  per  cubic  yard  for  the  entire  struc- 
ture was  as  follows : 

Preparing  for  mixing $0.04 

Cleaning  out  forms 06 

Handling    steel    03 

Mixing  and  placing 1.15 

Ramming    23 


$1.51 
The  cost  of  the  contractor's  expense  of  bidding,  car  fare, 
etc.,  is  listed  under  general  expense,  and  gives  a  total  cost  per 
cubic  yard  of: 

Materials    $  5.12 

Erecting  forms 2.81 

Tearing  down  forms 20 

Labor   1.51 

General  expense 2.00 

$11.64 
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Example  II . —  For  this  bridge  both  the  stone  and  sand  had 
to  be  bought.  The  bridge  floor  was  nearly  14  ft.  above  the 
bottom  of  the  stream,  which  was  shallow.  The  wages  paid 
were  as  follows  for  a  lo-hour  day: 

Foreman    $3.00 

Laborers    1.50 

Carpenters  were  paid  $3  for  an  8-hour  day  and  time  and  a 
half  for  all  overtime,  which  they  frequently  made. 

For  the  girders  a  1-2-4  mixture  was  used.  The  cement,  de- 
livered at  the  bridge,  cost  $1.21  per  barrel,  there  being  8  cts. 
a  barrel  storage  and  8  cts.  a  barrel  for  hauling  included  in  this. 
The  sand  was  paid  for  at  an  agreed  price  per  cartload  deliv- 
ered, which  averaged  $1.34  per  cu.  yd.  The  stone  was  crushed 
so  as  to  pass  a  iJ/^-in.  ring  in  all  directions.  It  was  delivered 
at  the  bridge  for  $2.75  per  cu.  yd.  This  makes  the  cost  per 
cubic  yard  for  materials  as  follows : 

Steel $1.41 

Cement    2.18 

Sand    67 

Stone 2.75 

$7.01 

For  the  floor  a  1-3-5  mixture  was  used,  making  a  cost  for 
material  of: 

Steel $1.02 

Cement    1,69 

Sand 67 

Stone    2.75 


$6.13 

Two-inch  rough  pine  boards  were  used  to  make  the  troughs 
for  the  girders,  while  i-in.  rough  boards  were  used  for  the 
floors.  These  were  all  supported  by  3  x  4-in.  pine  scantlings. 
This  lumber  cost  delivered  $17.50  per  M.  ft.  B.  M.  Carpenters 
did  all  the  framing,  and  erected  it  with  the  help  of  laborers. 
All  the  carrying  of  the  lumber  was  done  by  laborers.  This 
reduced  the  cost  of  the  work,  as  the  laborers'  wages  amounted 
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to  one-third  of  the  whole  cost.  As  soon  as  the  forms  were  all 
in  place,  which  was  before  the  mixing  of  concrete  commenced, 
the  carpenters  were  discharged.  The  cost  per  cubic  yard  for 
forms  was : 

Lumber    $2.82 

Nails   05 

Labor,  carpenters   1.24 

Laborers    62 


$473 

The  tearing  down  of  the  forms  was  done  entirely  by  labor- 
ers at  a  cost  of  61  cts  per  cu.  yd. 

On  concrete  work  it  is  also  advisable  to  keep  the  cost  of 
forms  per  thousand  feet  board  measure,  so  as  to  have  such 
data  for  estimating  on  new  work.  The  cost  per  M.  ft.  on  this 
job  was: 

Lumber    $1750 

Nails   30 

Labor,  carpenters    7.65 

Laborers    3.85 

Tearing  down 3.80 


$33-10 

The  concrete  was  mixed  by  hand,  water  being  carried  in 
buckets  from  the  creek.  Ten  to  twelve  men  were  worked  in 
the  gang  under  a  foreman,  and  the  concrete  was  wheeled 
from  the  mixing  board  to  the  forms  in  wheelbarrows.  The 
mixture  was  made  wet  enough  to  run.  The  cost  per  cubic 
yard  for  the  girders  in  detail  was  as  follows : 

Foreman    $0.41 

Preparing  for  mixing 0.14 

Cleaning  out  forms 0.07 

Handling  materials 0.30 

Handling  and  placing  steel 0.40 

Mixing  and  placing 0.87 

Ramming    0.45 

$2.64 
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The  cost  of  labor  for  the  floor  was : 

Foreman    $0.28 

Preparing  for  mixing 0.08 

Cleaning  out  forms 0.05 

Handling  materials 0.14 

Handling  and  placing  steel 0.08 

Mixing  and  placmg 0.87 

Ramming 0.36 


$1.86 

This  gives  a  total  cost  per  cubic  yard  for  the  concrete  iii  the 
girders  in  the  completed  bridge  as  follows: 

Materials   $  7.01 

Erecting  forms 4.73 

Tearing  down  forms 0.61 

Labor    2.57 

General  expense   1.60 

$16.52 

The  cost  per  cubic  yard  for  the  floor  was: 

Materials   $  6.13 

Erecting  forms 4.73 

Tearing  down  forms 0.61 

Labor   1.86 

General  expense   1.60 

$14.93 
Included  with  this  is  an  item  for  general  expense,  being  ex- 
penses of  the  contractor  in  bidding  on  the  work,  car  fare,  and 
other  items  of  expense  in  looking  after  the  contract. 

It  will  be  noticed  that  a  record  is  here  given  of  three  differ- 
ent mixtures  and  that  the  labor  cost  of  mixing  and  placing  in- 
creases with  the  richness  of  the  mixture.  This  is  because  it 
takes  a  greater  number  of  batches  to  the  cubic  yard.  Record 
has  also  been  given  of  cost  of  preparing  the  mixing  board  and 
other  work  necessary  to  start  and  clean  up  each  day;  also 
when  stock  piles  could  not  be  arranged  close  to  the  mixing 
board,  of  the  cost  of  handling  the  materials.  These  items, 
it  will  be  noticed,  are  large  enough  to  be  considered  in  esti- 
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* 
mating  on  new  work.    The  cost  of  sweeping  and  cleaning  out 
the  forms  has  also  been  listed,  as  this  work  is  extremely 
important. 

The  cost  of  the  reinforcing  steel  is  given  in  with  the  ma- 
terials, but  the  labor  of  handling  it  and  placing  it  in  the  forms 
is  listed  under  labor.  This  naturally  varies  with  the  amount 
of  steel  needed,  and  with  the  Kahn  bar  it  will  vary  from  10  cts. 
to  75  cts.  per  cubic  yard,  as  the  prongs  of  the  bar  must  be  bent 
into  proper  position  and  at  times  straightened,  when  bent  in 
shipment.  This  cost  seems  large,  but  it  is  done  with  the 
ordinary  labor,  while  with  round  rods  a  large  amount  of 
blacksmith  work  has  to  be  done  and  a  smith  and  his  helper 
frequently  must  place  them.  The  patent  bars  are  all  lettered 
and  numbered  as  structural  steel  is,  and  can  be  placed  under 
the  direction  of  the  foreman. 

One  striking  lesson  can  be  learned  from  the  forming.  It 
will  be  noticed  that  the  cost  for  common  labor  for  handling 
and  helping  to  erect  the  forms  was  much  larger  in  Example  I 
than  in  Example  II,  although  the  bridge  was  higher  in  the  lat- 
ter instance.  This  was  caused  by  the  heavy  timber  that  was 
used,  and  equaled  an  extra  cost  nearly  50  per  cent,  of  the  price 
of  new  lumber.  It  certainly  speaks  volumes  against  the  use 
of  unnecessarily  heavy  timber  for  concrete  forms. 

In  bridge  work  the  height  of  the  floor  above  the  stream  to 
some  extent  governs  the  cost  of  the  forms.  This  is  made  so 
by  the  extra  lumber  needed  as  props  or  falsework  to  support 
the  forming,  and  also  by  the  fact  that  men  at  some  height 
above  the  ground  do  not  work  as  quickly  or  as  readily  as  they 
do  nearer  the  ground.  For  high  and  long  spans  a  derrick  is 
sometimes  needed  for  the  work  of  placing  the  centering. 

On  these  jobs  the  concrete  was  made  so  wet  that  with  the 
proper  tamping  and  cutting  of  the  concrete  in  the  forms  the 
surfaces  were  so  smooth  that  no  plastering  was  needed. 

MOLDING    SLABS    FOR    GIRDER    BRIDGES.— The 

bridges  carry  railway  tracks  across  intersecting  streets;  the 
slabs  rest  on  two  abutments  and  three  rows  of  columns  so 
that  there  are  two  24j4-ft.  spans  over  the  street  roadway  and 
one  lo^-ft.  span  over  each  sidewalk.  The  larger  slabs  were 
24  ft.  3  ins.  long,  33  ins.  thick  and  7  ft.  wide;  each  contained 
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tSii  cu.  yds.  of  concrete  and  weighed  36^  tons.  The  smaller 
slabs  were  lO  ft.  9  ins.  long,  17  ins.  thick  and  7  ft.  wide ;  each 
contained  3.65  cu.  yds.  of  concrete  and  weighed  7.8  tons.  The 
weights  were  found  by  actual  weighing.  They  make  the 
weight  of  the  reinforced  slab  between  160  and  162  lbs,  per 
cu.  ft.    The  concrete  was  generally  i  part  cement  and  4  parts 
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r  Holding  Slaba  tor  Girder 

pit  gravel.    The  reinforcement  consisted  of  corrugated  bars. 
The  method  of  molding  was  as  follows : 

A  cinder  fill  yard  was  leveled  off  and  tamped,  then  the  forms 
were  set  up  on  both  sides  of  two  lines  of  railway  track  ar- 
ranged as  shown  by  Fig.  155.    The  exact  construction  of  the 


forms  for  one  of  the  larger  slabs  is  shown  by  Fig.  156.  The 
side  and  end  pieces  were  so  arranged  as  to  be  easily  taken 
down  and  erected  for  repeated  use.  About  100  floors  were 
used  and  they  had  to  be  leveled  up  each  time  used  as  the 
lifting  of  the  hardened  slab  disarranged  them.    The  side  and 
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end  pieces  were  removed  in  about  a  week  or  ten  days,  but 
the  slabs  stood  on  the  floor  90  days,  being  wetted  each  day  for 
two  weeks  after  molding. 

The  plant  for  mixing  and  handling  the  concrete  was 
mounted  on  cars.  A  flat  car  had  a  rotary  drum  mixer  mounted 
on  a  platform  at  its  forward  end.  Beneath  the  mixer  was  a 
hopper  provided  with  a  deflector  which  directed  the  concrete 
to  right  or  left  as  desired.  Under  the  hopper  were  the  ends 
of  two  inclined  chutes  extending  out  sidewise  beyond  the  car 
—one  to  the  right  and  one  to  the  left — and  over  the  slab 
molds  on  each  side.  Above  the  mixer  was  another  platform 
containing  a  charging  hopper,  and  from  the  rear  of  this  plat- 
form an  incline  ran  down  to  the  rear  end  of  the  car  and  then 
down  to  the  track  rails.  A  car  loaded  with  cement  and  gravel 
in  the  proper  proportions  was  hauled  up  the  incline  by  cable 
operated  by  the  mixer  engine,  until  it  came  over  the  topmost 
hopper  into  which  it  was  dumped.  This  hopper  directed  the 
charge  into  the  mixer  below;  the  mixer  discharged  its  batch 
into  the  hopper  beneath  from  which  it  flowed  right  or  left  as 
desired  into  one  of  the  chutes  and  thence  into  the  mold.  The 
chutes  reached  nearly  the  full  length  of  the  molds  and  dis- 
charged as  desired  over  the  ends  into  the  far  end  of  the  mold 
or  through  a  trap  over  the  end  of  the  mold  nearest  the  car. 

To  the  rear  of  the  mixer  car  came  a  cement  car  provided 
with  a  platform  overhanging  its  forward  end.  Two  hoppers 
were  set  in  this  platform  each  holding  a  charge  for  one  batch. 
Coupled  behind  the  cement  cars  came  three  or  four  gravel 
cars.  These  were  gondola  cars  and  plank  runways  were  laid 
along  their  top  outer  edges  making  a  continuous  runway  for 
wheelbarrows  on  each  side  from  rear  of  train  to  front  of 
cement  car.  The  sand  and  gravel  were  wheeled  to  the  two 
measuring  hoppers  and  the  cement  was  handed  up  from  the 
car  below  and  added,  the  charge  was  then  discharged  into  the 
dump  car  below  and  the  car  was  hauled  up  the  incline  to  the 
mixer  as  already  described.  Two  measuring  hoppers  were 
used  so  that  one  was  being  filled  while  the  other  was  emptied, 
thus  making  the  work  continuous. 

The  molding  gang  consisted  of  33  laborers,  two  foremen  and 
one  engineman.  This  gang  averaged  7  of  the  large  slabs  per 
lo-hour  da>   and  at  times  made  as  many  as  9  slabs.     When 
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molding  small  slabs  an  average  of  12  were  made  per  day.  This 
record  includes  all  delays,  moving  train,  switching  gravel  cars 
on  and  off,  building  runways,  etc.  The  distribution  of  the 
men  was  about  as  follows: 

Handling  Materials:  No.  Men. 

Shoveling  gravel  into  wheelbarrows 9 

Wheeling  gravel  to  measuring  hoppers 9 

Emptying  cement  into  measuring  hoppers 2 

Handling  cement  to  men  emptying i 

In  charge  of  loading  dump  car i 

On  top  of  cement  car i 

Sub-foreman  in  charge i 

Mixing  and  Placing: 

Engineer i 

In  charge  of  mixer i 

Hoeing  and  spreading  in  mold 2 

Spading  in  mold 2 

Finishing  sides  of  block 2 

General  laborers 3 

Foreman  in  charge i 

Total  men '. 36 

This  gang  mixed  and  placed  concrete  for  7  blocks  or  117^/i 
cu.  yds.  of  concrete  per  day.  Assuming  an  average  wage  of 
$2  per  day  the  cost  of  labor  mixing  and  placing  was  61.4  cts. 
per  cu.  yd.  or  $10.28  per  slab.  It  is  stated  that  the  slabs  cost 
$11.80  per  cu.  yd.  on  storage  pile.  This  includes  labor  and 
materials  (concrete  and  steel)  ;  molds ;  loading  into  cars  with 
locomotive  crane,  hauling  cars  to  storage  yard  and  unloading 
with  crane  into  storage  piles,  and  inspection,  incidentals,  etc. 
To  load  the  slabs  into  cars  from  storage  piles,  transport  them 
to  the  work  and  place  them  in  position  is  stated  to  have  cost 
$2  per  cu.  yd.  The  slabs  were  placed  by  means  of  a  locomo- 
tive crane  being  swung  from  the  flat  cars  directly  into  place. 

METHOD  AND  COST  OF  CONSTRUCTING  CON- 
NECTICUT  AVE.  BRIDGE,  WASHINGTON,  D.  C— The 

Connecticut  Ave.  Bridge  at  Washington,  D.  C,  consists  of 
nine  150-ft.  spans  and  two  82-ft.  spans,  one  at  each  end,  all 
full  centered  arches  of  mass  concrete  trimmed  with'  tool- 
dressed  concrete  blocks.    Figure  157  is  a  part  sectional  plan 
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Fig.   1ST.— Sections  Showing  Construcdon  of  Connecticut  > 
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and  elevation  of  the  bridge,  showing  both  the  main  and 
spandrel  arch  construction.  This  bridge  is  one  of  the  largest 
concrete  arch  bridges  in  the  world,  being  1,341  ft.  long  and 
52  ft.  wide,  and  containing  80,000  cu.  yds.  of  concrete.  Its 
total  cost  was  $850,000  or  $638.85  per  lin.  ft.,  or  $10.63  P^r 
cu.  yd.  of  masonry.  It  was  built  by  contract,  with  Mr.  W.  J. 
Douglas  as  engineer  in  charge  of  cpnstruction.  The  account 
of  the  methods  and  cost  of  construction  given  here  has  been 
prepared  from  information  obtained  from  Mr.  Douglas  and  by 
personal  visits  to  the  work  during  construction. 

General  Arrangement  of  the  Plant, — The  quarry  from  which 
the  crushed  stone  for  concrete  was  obtained  was  located  in  the 
side  of  the  gorge  at  a  point  about  400  ft.  from  the  bridge.  In- 
cidentally, it  may  be  added,  the  fact  that  the  contractor  had  an 
option  on  this  quarry  gave  him  an  advantage  of  some  $30,000 
over  the  other  bidders.  The  stone  from  the  quarry  was  hoisted 
about  50  ft.  by  derricks  and  deposited  in  cars  which  traveled 
on  an  incline  to  a  Gates  gyratory  crusher,  into  which  they 
dumped  automatically.  The  stone  from  the  crusher  dropped 
into  a  600-cu.  yd.  bin.  under  the  bottom  of  which  was  a  tunnel 
large  enough  for  a  dump  car  and  provided  with  top  gates  by 
which  the  stone  above  could  be  dropped  into  the  cars.  The 
cars  were  hauled  by  cable  to  the  mixer  storage  bin  and  there 
discharged.  Sand  was  brought  in  by  wagons  and  dumped 
onto  a  platform  about  50  ft.  higher  than  the  bottom  of  the 
main  stOne  bin.  A  tunnel  exactly  similar  to  that  under  the 
stone  bin  was  carried  under  the  sand  storage  platform.  The 
sand  car  was  hauled  from  this  tunnel  by  cable  to  the  mixer 
storage  bin  using  the  same  cable  as  was  used  for  the  stone 
cars,  the  cable  being  shifted  by  hand  as  was  desired.  Cement 
was  delivered  to  the  mixer  platform  from  the  crest  of  the  bluff 
by  means  of  a  bag  chute. 

The  mixer  used  was  one  of  the  Hains  gravity  type.  It 
had  four  drops  and  was  provided  with  four  mixing  hoppers  at 
the  top.  The  concrete  was  made  quite  wet.  The  proportions 
of  sand  and  water  were  varied  to  suit  the  stone  according  to 
its  wetness  and  the  percentage  of  dust  carried  by  it.  The  head 
mixer  regulated  the  proportions  and  his  work  was  checked  by 
the  government  inspector.  From  the  bottom  hopper  the 
mixed  concrete  dropped  into  a  skip  mounted  on  a  car. 
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To  distribute  the  skip  cars  along  the  work  a  trestle  was  built 
close  alongside  the  bridge  and  at  about  springing  line  level. 
This  trestle  had  a  down  grade  of  about  2  per  cent,  from  the 


Fig,  IBS.— Center  for  Connecticut  Ave.  Bridge  (Elevation). 


mixer.  Derricks  mounted  along  the  centering  and  on  the 
block  molding  platform  lifted  the  skips  from  the  cars  and  de- 
posited them  where  the  concrete  was  wanted.    The  skip  cars 
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were  large  enough  for  three  skips  but  only  two  were  carried 
so  that  the  derricks  could  save  time  by  depositing  an  empty 
skip  in  the  vacant  space  and  take  a  loaded  skip  away  with  one 


Pig.   158.— Center   for  Connecticut  Ave,   Bridge   (Details), 
full  swing  of  the  boom.     Altogether  nine  derricks  were  used 
in  the  bridge,  four  having  70-ft.  booms  and  five  having  90-ft. 
booms.     These  derricks  were  jacked   up  as  the   work   pro- 
gressed. 
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Forms  and  Centers, — The  forms  for  wall  and  pier  work 
consisted  of  i-in.  lagging  held  in  place  by  studs  about  2  ft.  on 
centers  and  they  in  turn  supported  by  wales  which  were  con- 
nected through  the  walls  by  bolts,  the  outer  portions  of  which 
were  removed  when  the  forms  were  taken  down. 

The  centers  for  the  five  150-ft.  arches  were  all  erected  at  one 
time ;  those  for  the  82-ft.  arches  were  erected  separately.  The 
seven  centers  required  1,500,000  ft.  B.  M.  of  lumber  or  1404 
ft.  B.  M.  per  lineal  foot  of  bridge  between  abutments,  or  1,640 
ft.  B.  M.  per  lineal  foot  of  arch  span.  The  centers  for  the 
main  arch  spans  are  shown  in  detail  by  Fig.  158;  this  drawing 
shows  the  sizes  of  all  members  and  the  maximum  stresses  to 
which  they  were  subjected  from  the  loading  indicated,  that  is 
the  arch  ring  concrete.  The  centers  as  a  rule  rested  on  pile 
foundations.  Four  piles  to  each  post  were  used  for  the  inter- 
mediate posts  and  two  piles  for  the  posts  in  the  two  rows  next 
the  piers.  Concrete  foundations,  however,  were  put  in  Rock 
Creek  and  on  the  line  of  Woodley  Lane  Bridge  where  it  was 
impracticable  to  drive  piles.  As  considerable  difficulty  was  ex- 
perienced in  driving  the  piles,  the  ground  consisting  mostly  of 
rotten  rock,  it  is  thought  that  it  would  have  cost  less  if  the 
contractor  had  used  concrete  footings  throughout. 

Some  of  the  costs  of  form  work  and  centering  are  given. 
The  cost  of  lumber  delivered  at  the  bridge  site  was  about  as 
follows : 

M.  ft.  B.  M. 

Rough  Virginia  pine $25 

Dressed  Virginia  pine  lagging 23 

Rough  Georgia,  sizes  up  to  12x12  ins 33 

Rough  Georgia,  sizes  over  12x12  ins 35 

Rough  oak  lumber 35 

The  following  wages  were  paid :  Foreman  carpenter,  $3.50; 
carpenters,  $2  to  $3;  laborers,  $1.70,  with  a  few  at  $1.50.  An 
8-hour  day  was  worked. 

The  cost  of  form-work  is  given  in  summary  as  follows : 
Lagging  per  M.  ft.  (used  twice)  : 

Lumber  at  $23 $11.50 

Erection  15.00 

Total  cost  erected $26.50 
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Studding  and  rough  boards  used  in  place  of  lagging  per  M. 
ft.  (used  twice)  : 

Lumber  at  $25 '.$12.50 

Erection   10.00 

Total  cost  erected $22.50 

Wales  per  M.  ft.  (used  six  times) : 

Lumber  at  $36 $  6.00 

Erection  10.00 

Total  cost  erected $16.00 

The  total  cost  of  the  main  arch  span  centers  to  the  District 
of  Columbia  was  $54,000  or  $59  per  lineal  foot  of  arch  span, 
or  $37.33  per  M.  ft.  B.  M.  he  cost  of  center  erection  and 
demolition  was  as  follows : 

Erection  below  springing  line  per  M.  ft $15 

Erection  above  springing  line  per  M.  ft 25 

Demolition   "5 

The  salvage  on  the  centers  amounted  to  $11  per  M.  ft.  B.  M. 

The  spandrel  arch  centers  were  each  used  twice  and  cost 
per  M.  ft.  B.  M.  for 

Lumber  at  $25  per  M.  ft $12.50 

Erecting  at  $25  per  M.  ft 25.00 

Moving  at  $5  per  M,  ft 5.00 

Total  per  M  ft 42.50 

Molding  Concrete  Blocks, — The  bridge  is  trimmed  through- 
out with  molded  concrete  blocks,  comprising  belt  courses, 
quoin  stones,  chain  stones,  ring  stones,  brackets  and  dentils. 
The  blocks  were  made  of  a  1-2-4^  concrete  faced  with  a  1-3 
mixture  of  Dragon  Portland  cement  and  bluestone  screenmgs 
from  ^-in.  size  to  dust.  They  were  cast  in  wooden  molds 
with  collapsible  sides  held  together  by  iron  rods.  Each  mold 
was  provided  with  six  bottoms  so  that  the  molded  block  could 
be  left  standing  on  the  bottom  to  harden  while  the  side  pieces 
were  being  used  for  molding  another  block.  The  molding  was 
done  on  a  perfectly  level  and  tight  floor  on  mud  sills,  the  per- 
fect level  of  the  molding  platform  having  been  found  to  be  an 
important  factor  in  securing  a  uniform  casting.  The  blocks 
were  molded  with  the  principal  showing  face  down  and  the 
secondary  showing  faces  vertical.     The  facing  mortar  was 
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placed  first  and  then  the  concrete  backing.  Care  was  taken 
to  tamp  the  concrete  so  as  to  force  the  concrete  stone  into  but 
not  through  the  facing.  Mr.  Douglas  remarks  that  the  back 
of  the  block  should  always  be  at  the  top  in  molding  since  the 
laitance  or  slime  always  flushes  to  the  surface  making  a  weak 
skin  which  will  develop  hair  cracks.  In  this  work  the  backs 
Of  the  blocks  were  mortised  by  embedding  wooden  cubes  in 
the  wet  concrete  and  removing  them  when  the  concrete  had 
set.  These  mortises  bonded  the  blocks  with  the  mass  con- 
crete backing.  The  blocks  were  left  to  harden  for  at  least  30 
days  and  preferably  for  60  days  and  were  then  bush  hammered 
on  the  showing  faces,  some  of  the  work  being  done  by  hand 
and  some  with  pneumatic  tools. 

Some  precautions  necessary  in  the  molding  and  handling  of 
large  concrete  blocks  were  discovered  in  this  work  and  merit 
mention.  In  designing  blocks  for  molding  it  is  necessary 
to  avoid  thin  flanges  or  the  flanges  will  crack  and  break  off; 
blocks  molded  with  a  2j4-in.  flange  projecting  i^  ins.  gave 
such  trouble  from  cracking  on  this  work  that  a  flange  5  ins. 
thick  was  substituted.  Provide  for  the  method  of  handling 
the  block  so  that  dog  or  lewis  holes  will  not  come  in  the  show- 
ing faces.  Dog  holes  can  be  made  with  a  pick  when  the  con- 
crete is  three  or  four  weeks  old.  When  it  is  not  practicable  to 
use  dogs,  two-pin  lewises  can  be  used.  The  lewis  holes  should 
be  cast  in  the  block  and  should  be  of  larger  size  than  for 
granite ;  they  should  not  be  located  too  near  the  mortar  faces. 
In  turning  blocks  it  is  necessary  to  provide  some  sort  of 
cushion  for  them  to  turn  on  or  broken  arrises  will  result. 
When  the  work  will  permit,  it  is  desirable  to  round  the  arrises 
to  about  a  ^-in.  radius. 

The  following  general  figures  of  the  cost  of  block  work  are 
available.  Foreman  cutters  were  paid  $5  per  day;  foreman 
concrete  workers  $3  per  day;  stonecutters  $4  per  day;  con- 
crete laborers  $1.70  per  day,  and  common  laborers  $1.50  to 
$1.70  per  day.  Plain  and  ornamental  blocks  cost  about  the 
same,  the  large  size  of  the  ornamental  blocks  bringing  down 
the  cost.  The  following  is  given  as  the  average  cost  of  block 
work  per  cubic  yard : 
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Cement $  1.95 

Sand 0.35 

Stone 1. 14 

Forms,  lumber  and  making 0.80 

Mixing  and  placing  concrete 1.50 

Dressing   4.73 

Handling  and   setting 2.00 

Superintendence,  plant,  incidentals  at  25  per  cent 3.12 

Condemnation  at  5  per  cent 0.78 

Total  cost  blocks  in  place $16.37 

It  will  be  seen  that  the  largest  single  item  in  the  above  sum- 
mary of  costs  is  the  item  of  dressing.  This  was  done,  as  stated 
above,  partly  by  hand  and  partly  by  pneumatic  tools.  Hand 
tooling  cost  about  twice  as  much  as  machine  tooling,  but  its 
appearance  was  generally  better.  The  average  cost  of  tooling 
the  several  forms  of  blocks  is  shown  by  Table  XIX.  For 
42,190  sq.  ft.  the  average  cost  was  26  cts.  per  sq.  ft.  or  $2.34 
per  sq.  yd.,  or  $4.73  per  cu.  yd.  of  block  work.  This  tooling 
was  done  by  stone  cutters,  and  was  unusually  high  in  cost. 

Mass  Concrete  Work. — All  parts  of  the  bridge  except  the 
molded  block  trim  were  built  of  concrete  deposited  in  place. 
Briefly,  the  molded  blocks  were  set  first  and  then  backed  up 
with  the  mass  concrete  deposited  in  forms  and  on  centers. 
The  only  features  of  this  work  that  call  for  particular  descrip- 
tion are  those  in  connection  with  the  main  arch  ring  and  the 
spandrel  arch  construction. 

The  main  arch  rings  were  concreted  in  trahsverse  sections ; 
Fig,  158  shows  the  size  and  order  of  construction  of  these  sec- 
tions. Back  forms  w^ere  necessary  up  to  an  angle  of  45®  from 
the  spring  line  after  which  the  concrete  was  made  somewhat 
drier  and  back  forms  were  not  used.  After  Sections  i,  2,  3  and 
4  had  been  concreted  they  were  allowed  to  set  and  then  the 
struts  and  back  forms  were  taken  out  and  the  intervening 
sections  were  concreted.  The  large  Sections  6  and  7  were  con- 
creted in  five  sections  each,  in  order  to  permit  the  taking  out 
of  the  timber  struts  supporting  the  sections  above.  The  con- 
crete in  all  sections  was  placed  in  horizontal  layers  as  a  rule 
and  it  is  the  judgment  of  the  engineers  in  charge  of  this  work 
that  this  is  the  preferable  method. 
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•Add  2i%  to  the  cost  here  Uhulated  lot  superintendence,  plant  and  incidsntals. 

Considerable  difficulty  was  experienced  in  building  the  large 
arches  with  a  concrete  block  facing  on  account  of  the  fact 
that  the  edges  of  the  blocks  are  liable  to  chip  off  when  any 
concentrated  pressure  is  brought  on  them.  In  order  to  permit 
the  ring  of  blocks  to  deform  as  the  centering  settled  under  its 
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load,  sheet  lead  was  placed  in  the  joints  between  blocks  at  the 
points  corresponding  with  the  construction  joints  between 
sections  of  the  mass  concrete  backing.  The  deflection  of  the 
centers  at  the  crown  was  a  maximum  of  3j4  ins.  and  a  mini- 
mum of  2V2  ins. 

The  centering  of  the  main  arches  was  not  struck  until  the 
spandrel  arches  and  all  the  work  above  the  main  arches  to  the 

Table    XXI — Detail    Cost   of   Engineering   and  Inspection  tor   Different 

Classes  of  Work. 

Engineering.  Inspection. 

Kind  of  Work.  Total.      Unit         Total,      Unit. 

Class  A,  concrete,  23,500  cu.  yds $3»05500  $0.13  $1,762.50  $0,075 

Class  B,  concrete,  36,580  cu.  yds. .......  3,658.00  o.io  1,646.10  0.045 

Class  C,  concrete,  2,150  cu.  yds 107.50  0.05  53.75  0.025 

Class  D,  concrete,  6,250  cu.  yds i,875-<»  0-30  41687.50  0.75 

1,000  M.  ft.  B.  M.  centering 1,000.00  1.00  440.00  0.44 

Cement,  73,000  barrels • .  365.00  0.005  730.00  0.0 1 

Eartli  filling,  50,000  cu.  yds 1,000.00  0.02  500.00  o.oi 

bottom  of  the  coping  had  been  completed.  The  first- and  thtrd 
spandrel  arch  on  each  side  of  the  piers  was  made  with  an 
expansion  joint  in  the  crown.  To  permit  further  of  the  adjust- 
ment of  the  portion  of  the  masonry  above  the  backs  of  the 
main  arches,  the  crown  of  the  middle  arch  of  each  set  of  span- 
drel arches  was  left  unconcreted  until  the  center  of  the  main 
arches  had  been  struck.  It  may  be  noted  here  that  the  expan- 
sion joints  in  the  first  and  third  arches  were  carried  up 
through  the  dentils  and  coping,  and  observations  show  that 
these  joints  are  about  }i  in.  larger  in  winter  than  in  summer. 

The  cost  of  the  mass  concrete  work  is  shown  in  Table 
XX.  These  figures  are  based  on  the  wages  already  quoted 
and  the  following:  Foreman  riggers,  $4.50;  riggers,  $1.50  to 
$1.75  and  $2;  skilled  laborers,  $2;  engineers,  $3.50.  The 
detail  cost  of  engineering  and  inspection  is  shown  in  Table 
XXL 

ARCH  BRIDGES,  ELKHART,  IND,— At  the  new  Elk- 
hart, Ind.,  yards  of  the  Lake  Shore  &  Michigan  Southern  Ry. 
the  tracks  are  carried  over  a  city  street  by  concrete  arches 
40,  60  and  160  ft.  long.  These  arches  all  have  a  span  of  30  ft., 
a  height  of  13  ft.  and  a  ring  thickness  at  crown  of  28  ins.    The 
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reinforcement  consists  of  arch  and  transverse  bars ;  the  arch 
bars  are  spaced  6  ins.  on  centers  2^  in$.  from  both  extrados 
and  intra dos,  and  the  transverse  bars  are  spaced  24  ins.  on 
centers  inside  both  lines  of  arch  bars.  The  proportions  of  the 
concrete  were  generally  i  cement,  3  gravel  and  6  stone.  The 
gravel  was  a  material  dug  from  the  foundations  and  was  about 
50  per  cent,  sand  and  50  per  cent,  gravel,  ranging  up  to  the 
size  of  pigeons'  eggs.  The  concrete  was  machine  mixed  and 
was  mixed  very  wet. 

The  work  was  done  by  the  railway  company's  forces,  and 
Mr.  Samuel  Rockwell,  Assistant  Chief  Engineer,  gives  the 
following  figures  of  cost : 

Cost. 

Total.        Per  cu.  yd. 

Temporary  buildings,  trestles,  etc $     752.33  $0.15 

Machinery,  pipe  fittings,  etc 416.34  0.08 

Sheet  piling  and  boxing 1,006.12  0.21 

Excavation  and  purnping 1,619.74  0.33 

Arch  centers  and  boxing 3,528.92  0.73 

Total    $7»3234S  $i-50 

Concrete  masonry : 

Cement    8,860.55  1.84 

Stone   1,788.50  0.36 

Sand    240.00  0.05 

Drain  tile 103.03  0.02 

Labor   8,091.41  1.68 

Total  concrete   $19,083.49  $3-95 

Steel  reinforcing  rods $  3,028.39  $0.63 

Engineering,  watching,  etc 508.40  o.ii 

Grand  total  (4,833  cu.  yds.  con- 
crete)     $29,943.73  $6.19 

ARCH  BRIDGE,  PLAINWELL,  MICH.— The  following 
figures  of  cost  of  a  reinforced  concrete  arch  bridge  are  given 
by  Mr.  P.  A.  Oourtright.  The  bridge  crosses  the  Kalamazoo 
River  at  Plainwell,  Mich.,  and  is  446  ft.  long  over  all  with 
seven  arches  of  54  ft.  span  and  8  ft.  rise.    The  arch  rings  were 
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reinforced  with  4-in.,  6-lb.  channels  bent  to  a  radius  of  70  ft. 
and  spaced  1.9  ft.  c.  to  c.  The  contract  price  of  the  bridge  was 
$19,900. 

The  concrete  was  made  of  Portland  cement  and  a  natural 
mixture  of  sand  and  gravel  in  the  proportions  of  1-8  for  the 
foundations,  1-6  for  arches  and  spandrel  walls  and  1-4  for  the 
parapet  wall.  The  proportions  were  determined  by  measure ; 
the  wagon  boxes  being  built  to  hold  a  cubic  yard  of  sand  and 
gravel.  A  sack  of  cement  was  taken  as  i  cu.  ft.  For  founda- 
tions the  pit  mixture  was  used  without  screening ;  stonefe  over 
4  ins.  in  diameter  being  thrown  out  at  the  pit  or  on  the  mixing 
board.  For  the  arches  and  spandrel  walls  the  gravel  was 
passed  over  a  2-in.  mesh  screen  on  the  wagon  box.  The  aggre- 
gate for  the  parapet  walls  was  screened  to  i  in.  largest  diam- 
eter. The  concrete  was  mixed  in  a  McKelvey  continuous 
mixer  which  turned  the  material  eight  times.  The  mode  of 
procedure  was  as  follows:  The  gravel  was  loaded  upon 
wagons  in  the  pit  and  hauled  to  a  platform  at  the  intake  of  the 
mixer.  Half  of  the  cement  required  in  the  concrete  was  then 
spread  over  the  top  of  the  load  in  the  wagon  box  and  the 
whole  was  dumped  through  the  bottom  of  the  wagon  box  onto 
the  platform  and  spread  with  shovels.  The  remainder  of  the 
cement  was  spread  over  the  mixture  and  the  whole  was  shov- 
eled by  one  man  to  a  second  man  who  shoveled  it  into  the 
mixer.  Water  was  added  after  the  mixture  had  passed  about 
one-third  of  the  way  through  the  mixer.  The  mixer  delivered 
the  concrete  directly  into  wheelbarrows,  by  which  it  was  de- 
livered to  the  work.  The  concrete  was  spread  in  layers  from 
2  to  4  ins.  in  thickness  and  thoroughly  rammed  with  iron 
tampers;  two  men  were  employed  tamping  for  each  man 
shoveling.  The  arches  were  concreted  in  three  longitudinal 
sections,  each  section  constituting  a  day's  work.  The  work 
was  done  in  1903  and  the  concrete  cost  for  mixing  and  placing : 
Labor :  Per  day.  Per  cu.  yd. 

13  men  at  $1.80 $23.40  $0.78 

Engine  and  mixer 5.00  0.17 

I  team 3.00  o.io 

I  foreman 3.00  o.io 

Totals  for  labor  $3440  $1.15 
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Materials : 

0.65  bbl.  cement  at  $2   $1.30 

0.9    cu.  yd.  gravel  at  $0.50 045 

Total  for  materials $1-75 

Grand  total  $2.90 

METHODS  AND  COST  OF  CONSTRUCTING  A 
FIVE-SPAN  ARCH  BRIDGE.— This  bridge  consisted  of  five 
elliptical  arch  spans  of  40,  45,  60,  87  and  44  ft.,  carried  on  con- 
crete piers.  The  arch  rings  were  12  ins.  thick  at  the  crowns 
and  18  ins.  thick  5  ft.  from  the  centers  of  piers  and  carried  4-in. 
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Fig.   159.— End  View  of  Center  for  Short  Elliptical   Arch  Spans. 

spandrel  walls;  there  were  1,000  cu.  yds.  of  concrete  in  the 
arches  and  600  cu.  yds.  in  the  piers.  Each  arch  ring  was  rein- 
forced by  a  grillage  of  longitudinal  and  transverse  rods. 

Forms  and  Centers. — Figure  159  is  an  end  view  of  the  center 
arch.  It  consists  of  a  series  of  bents,  6  ft.  c.  to  c,  the  posts  of 
each  bent  being  5  ft.  c.  to  c.  These  posts  are  made  of  2x6-in. 
Washington  fir.  Upon  the  heads  of  the  posts  rest  2x6-in. 
stringers,  extending  from  bent  to  bent.  Resting  on  these 
stringers  are  wooden  blocks,  or  wedges,  which  support  a  series 
of  cross-stringers,  also  of  2x6-in.  stuflf,  spaced  2  ft.  c.  to  c. 
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On  top  of  these  cross-stringers  rest  the  sheeting  planks,  which 
are  i  x  6-in.  stuff,  dressed  on  the  upper  side,  and  bent  to  the 
curve  of  the  arch.  This  sheeting  plank  was  not  tongue  and 
grooved,  and  a  man  standing  under  it,  after  it  is  nailed  in 
place,  could  see  daylight  through  the  cracks.  It  looked  as  if 
it  would  leak  like  a  sieve,  and  let  much  of  the  wet  concrete 
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Fig.  160.— Front  View  of  Center  for  Short  Elliptical  Arch  Spans. 

mortar  flow  through  the  cracks,  but,  as  a  matter  of  fact, 
scarcely  any  escapes.  Figure  160  shows  a  front  view  of  a  bent, 
and  indicates  the  manner  of  sway  bracing  it  with  i  x  4-in. 
stuff.  Figure  161  shows  the  outer  forms  for  the  parapet  wall, 
or  concrete  hand  railing,  and  it  will  be  noted  that  the  cross- 
stringers  are  allowed  to  project  about  3  ft.  so  as  to  furnish  a 
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Fig.   161.— Form  for  Parapet  Wall   for  Arch   Bridge. 

place  to  fasten  the  braces  which  hold  the  upright  studs.  The 
inner  forms  for  the  parapet  wall  are  shown  in  dotted  lines. 
They  are  not  put  in  place  until  all  the  concrete  arch  is  built. 
Then  they  are  erected  and  held  to  the  outer  forms  by  wire,  and 
are  sway  braced  to  wooden  cleats  nailed  to  the  top  surface  of 
the  concrete  arch. 
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For  the  five  spans  the  total  amount  of  lumber  in  the  centers 
was  in  round  figures  28  M.  ft.,  distributed  about  as  follows : 

Item.  Ft.  B.  M. 

1  X  6-in.  sheeting 5,600 

2  X  6-in.  longitudinal  stringers 2,600 

2  X  6-in.  cross  stringers 2,600 

2  X  6-in.  posts    ; 4,000 

3  X  8-in.  sills 1,500 

I  X  4-in.  braces   3,C)00 

Outer  forms  for  spandrel  walls 4,000 

Inner  forms  for  spandrel  walls 4,000 

Total 27,300 

The  aggregate  span  length  of  the  arches  was  276  ft.,  so  that 
a  little  less  than  100  ft.  B.  M.  of  lumber  was  used  for  centering 
per  lineal  foot  of  span.  The  superintendent  at  $5  per  day  and 
five  carpenters  at  $3.50  per  day  erected  the  five  centers  in  18 
days  at  a  cost  of  $400,  or  a  trifle  more  than  $14  per  M.  ft. 
B.  M. ;  the  cost  of  taking  down  the  centers  was  $2  per  M.  ft. 
B.  M.,  and  the  lumber  for  the  centers  cost  $24  per  M.  ft.  B.  M. 
making  a  grand  total  of  $40  per  M.  ft.  B.  M.  for  materials  and 
labor.  As  there  were  1,000  cu.  yds.  of  concrete  in  the  arches 
and  spandrels,  the  cost  of  centers  and  forms  was  $1.12  per 
cu.  yd.  This  form  lumber  was,  however,  after  taking  down, 
used  again  in  erecting  a  reinforced  concrete  building.  Assum- 
ing that  the  lumber  was  used  only  twice,  the  cost  of  centers 
and  forms  for  these  five  arches  was  less  than  80  cts.  per  cu.  yd. 
of  concrete. 

Shaping  and  Placing  Reinforcement, — The  60  and  87-ft. 
spans  were  reinforced  with  32  ij4-in.  round  longitudinal  rods 
held  in  place  by  J/2-in.  square  transverse  rods  wired  at  the  in- 
tersections; the  reinforcement  of  the  smaller  spans  was  exactly 
the  same  except  that  i-in.  diameter  rods  were  used.  To  bend 
the  longitudinal  rods  to  curve,  planks  were  laid  on  the  ground 
roughly  to  the  curve  of  the  arch ;  the  exact  curve  was  marked 
on  these  planks  and  large  spikes  were  driven  part  way  into 
the  planks  along  this  mark.  The  end  of  a  rod  was  then 
fastened  by  spiking  it  against  the  first  projecting  spike  head 
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and  three  men  taking  hold  of  the  opposite  end  and  walking 
it  around  until  the  rod  rested  against  all  the  spikes  on  the 
curve.  It  took  three  men  two  87hour  days  to  bend  46,000  lbs. 
of  rods.  Their  wages  were  $2.50  each  per  day,  making  the 
cost  of  bending  0.03  ct.  per  pound,  or  60  cts.  per  ton.  It  took  a 
man  5  mins.  to  wire  a  cross  rod  to  a  longitudinal  rod.  With 
wages  at  $2.50  per  day  the  cost  of  shaping  and  placing  the  re- 
inforcement per  ton  was  as  follows: 

Item.  Per  ton. 

Bending  rods   $0.60 

Shearing  rods  to  lengths 0.40 

Carrying  rods  onto  bridge 0.4O 

Placing  and  wiring  rods. • 2.35 

Total .$3.75 

Including  superintendence  the  labor  cost  was  practically  $4 
per  ton,  or  0.2  cts.  per  lb.  Altogether  66,000  lbs.  of  steel  was 
used  for  reinforcing  1,000  cu.  yds.  of  concrete,  or  66  lbs.  per  cu. 
yd.  The  cost  of  steel  delivered  was  2  cts.  per  lb.,  and  the  cost 
of  shaping  and  placing  it  0.2  ct.  per  lb.,  a  total  of  2.2  cts.  per  lb. 
or  2.2  X  66  =  $1.45  per  cu.  yd.  of  concrete. 

Mixing  and  Placing  Concrete. — A  Ransome  mixer  holding  a 
half-yard  batch  was  used.  The  mixer  was  driven  by  an  elec- 
tric motor.  The  concrete  for  the  piers  was  a  mixture  of  i  part 
Portland  cement  to  7  parts  gravel;  for  the  arches,  the  con- 
crete was  mixed  i  to  5.  The  gravel  was  piled  near  the  mixer, 
a  snatch  team  being  used  to  assist  the  wagons  in  delivering 
the  gravel  into  a  pile  as  high  as  possible.  Run  planks  support- 
ed on  "horses"  were  laid  horizontally  from  the  mixer  to  the 
gravel,  so  that  big  wheelbarrow  loads  could  be  handled.  The 
barrows  were  loaded  with  long-handled  shovels,  and  the  men 
worked  with  great  vigor,  as  is  shown  by  the  fact  that  four 
men,  shoveling  and  wheeling,  delivered  enough  gravel  to  the 
mixer  in  8  hrs.  to  make  100  cu.  yds.  of  concrete.  We  have, 
therefore,  estimated  on  a  basis  of  six  men-  instead  of  four. 
The  mixer  crew  was  organized. as. follows: 
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Per  day. 

6  men  shoveling  and  wheeling $12 

2  men  handling  cement   4 

I  man  handling  water   2 

1  man  dumping  concrete   2 

2  men  handling  dump  cars 4 

2  men  handling  hoisting  rope  4 

4  men  spreading  and  ramming  concrete 8 

I  engineman    '. 4 

I  foreman    5 

Fuel,  estimated  3 

Total    $48 

The  output  of  this  crew  was  100  cu.  yds.  per  day.  The  con- 
crete was  hauled  from  the  mixer  in  two  small  dump  cars,  each 
having  a  capacity  of  10  cu.  ft.     The  average  load  in  each  car 


Pig.   162. — Trestle  for   Service  Track. 

was  J4  ^^'  y^-  Ordinary  mine  cars  were  used,  of  the  kind 
which  can  be  dumped  forward,  or  on  either  side.  The  cars 
were  hauled  over  tracks  having  a  gage  of  18  ins.  The  rails 
weighed  16  lbs.  per  yard,  and  were  held  by  spikes  J4  ^  2j4  ins. 
Larger  spikes  would  have  split  the  cross-ties,  which  were 
3x4  ins.  Only  one  spike  was  driven  to  hold  each  rail  to  each 
tie,  the  spikes  being  on  alternate  sides  of  the  rail  in  successive 
ties.  No  fish  plates  or  splice  bars  were  used  to  join  the  rails, 
which  considerably  simplifies  the  track  laying. 

Two  lines  of  track  were  laid  over  the  bridge.  The  tracks 
were  supported  by  light  bents,  the  cross-tie  forming  the  cap 
of  each  bent,  as  shown  in  Fig.  162.  The  bents  were  spaced 
3  ft.  apart.  There  were  two  posts  to  each  bent,  toe-nailed  at 
the  top  of  the  tie,  and  at  the  bottom  to  the  arch  sheeting 
plank.  Two  men  framed  these  crude  bents  anrt  laid  the  two 
rails  at  the  rate  of  150  lin.  ft.  of  track  per  day,  at  a  cost  of 
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4  cts.  per  lin.  ft.  of  track.  As  stated,  there  were  two  tracks, 
one  on  each  side  of  the  bridge,  but  they  converged  as  they 
neared  the  concrete  mixer,  so  that  a  car  coming  from  either 
track  could  run  under  the  discharge  chute  of  the  mixer ;  Fig. 
163  shows  the  arrangement  of  the  tracks  at  the  mixer.  The 
part  of  each  rail  from  -^  to  S  (6  ft.  long)  was  free  to  move 
by  bending  at  A,  the  rail  being  spiked  rigidly  to  the  tie  at  A, 
leaving  its  end  at  B  free  to  move.    To  move  the  end  S,  so  as 
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Fig.  163. — Arrangement  of  Service  Tracks  at  Mixer. 

to  switch  the  cars,  a  home-made  switch  was  improvised,  as 
shown  in  Figs.  163  and  164. 

It  will  be  remembered  that  this  bridge  was  a  series  of  five 
arches.  There  was  a  steep  grade  from  the  two  ends  of  the 
bridge  to  the  crown  of  the  center  arch.  Hence  the  two  rail- 
way tracks  ascended  on  a  steep  grade  from  the  mixer  for 
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Fig.  104. — ^Improvised  Switch  for  Service  Cars,  General  Plan. 

about  175  ft.,  then  they  descended  rapidly  to  the  other  end  of 
the  bridge.  Hence  to  haul  the  concrete  cars  up  the  grade  by 
using  a  wire  cable,  it  was  necessary  to  anchor  a  snatch  block 
at  the  center  of  the  bridge.    This  was  done  by  erecting  a  short 
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post,  the  top  of  which  was  about  a  foot  above  the  top  of  the 
rails.  The  post  stood  near  the  track,  and  was  guyed  by  means 
of  wires,  and  braced  by  short  inclined  struts.  To  the  top  of 
the  post  was  lashed  the  snatch  block  through  which  passed 
the  wire  rope.  Fig.  165  shows  this  post,  P.  About  10  ft. 
from  the  post  P,  on  the  side  toward  the  mixer,  another  post, 
Q,  was  erected,  and  a  snatch  block  fastened  to  it.  When  the 
hoisting  engine,  which  was  set  near  the  concrete  mixer,  began 
hauling  the  car  along  the  track,  a  laborer  would  follow  the 
car.  Just  before  the  car  reached  the  post  Q,  he  would  unhook 
the  hoisting  rope  from  the  front  end  of  the  car,  then  push  the 
car  past  the  post  Q,  and  hook  the  hoisting  rope  to  the  rear  of 
the  car.    The  car  would  then  proceed  to  descend  in  the  direc- 
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Fig.  165. — General  Plan  of  Rope  Haulage  System. 

tion  T,  being  always  under  the  control  of  the  wire  rope,  ex- 
cept during  the  brief  period  when  the  car  was  passing  the  post 
Q.  Each  of  the  two  cars  was  provided  with  its  own  hoisting 
rope,  and  one  engineer,  operating  a  double  drum  hoist,  handled 
the  cars.  The  hoist  was  belted  to  an  8  HP.  gasoline  engine, 
no  electric  motor  being  available  for  the  purpose. 
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Fig.  166.  Fig.  167. 

Details  of  Haulage  Rope  Guides. 


Where  hauling  is  done  in  this  manner  with  wire  ropes,  it  is 
necessary  to  support  the  ropes  by  rollers  wherever  they  would 
rub  against  obstructions.  A  cheap  roller  can  be  made  by 
taking  a  piece  of  2-in.  gas  pipe  about  a  foot  long,  and  driving 
a  wooden  plug  in  each  end  of  the  gas  pipe.  Then  bore  a  hole 
through  the  center  of  the  wooden  plugs  and  drive  a  l-ih. 
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round  rod  through  the  holes,  as  shown  in  Fig.  166.  The  ends 
of  this  rod  are  shoved  into  holes  bored  into  plank  posts,  which 
thus  support  the  roller.  Where  the  rope  must  be  carried 
around  a  more  or  less  sharp  corner,  it  is  necessary  to  provide 
two  rollers,  one  horizontal  and  the  other  vertical,  as  shown 
in  Fig.  167. 

When  conveying  concrete  to  a  point  on  the  bridge  about 
300  ft.  from  the  mixer,  a  dump  car  would  make  the  round  trip 
in  3  mins.,  about  J4  n^i^*  oi  its  time  being  occupied  in  loading 
and  another  54  i^^i^-  ^^  dumping.  One  man  always  walked 
along  with  each  car,  and  another  man  helped  pull  the  wire 
rope  back. 

Including  the  cost  of  laying  the  track  and  installing  the 
plant,  the  cost  of  mixing  and  placing  the  1,600  cu.  yds.  of 
concrete  was  only  55  cts.  per  cu.  yd.,  in  spite  of  the  high 
wages  paid.  However,  the  men  were  working  for  a  contractor 
under  a  very  good  superintendent. 

Summing  up  the  cost  of  the  concrete  in  the  arches  of  this 
bridge,  we  have: 

Per  cu.  yd. 

1.35  bbl.  cement  at  $3 $4.05 

I  cu.  yd.  gravel  at  $1 i.oo 

66  lbs.  of  steel  in  place  at  2.2  cts 1.45 

Centers  in  place  (lumber  used  once) 1.12 

Labor,  mix  and  place  concrete 0.55 

Total    $8.17 

The  cost  of  the  nails,  wire,  excavation  and  plant  rental  is 
-ot  available,  but  could  not  be  sufficient  to  add  more  than  10 
cts.  per  cu.  yd.  under  the  conditions  that  existed  in  this  case. 

CONCRETE  RIBBED  ARCH  BRIDGE  AT  GRAND 
RAPIDS,  MICH. — The  bridge  consisted  of  seven  parabolic 
arch  ribs  of  75  ft.  clear  span  and  14  ft.  rise.  The  five  ribs 
under  the  21-ft  roadway  were  each  24  ins.  thick,  50  ins.  deep 
at  skewbacks  and  25  ins.  deep  at  crown ;  the  two  ribs  under 
the  sidewalks  were  12  ins.  thick  and  of  the  same  depth  as  the 
main  ribs.  Each  rib  carried  columns  which  supported  the 
deck  slab.  Columns  and  ribs  were  braced  together  across- 
bridge  by  struts  and  webs.    All  structural  parts  of  the  bridge 
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were  of  concrete  reinforced  by  corrugated  bars.  The  abut- 
ments were  hollow  boxes  with  reinforced  concrete  shells  tied 
in  by  buttresses  and  filled  with  earth.  There  were  in  the 
bridge  including  abutments  884  cu,  yds.  of  concrete  and 
62,000  lbs.  of  reinforcing  metal,  or  about  70  lbs.  of  reinforcing 
metal  per  cu.  yd.  of  concrete.  Of  the  884  cu.  yds.  of  concrete 
594  cu.  yds.  were  contained  in  the  abutments  and  wing  walls 
and  290  cu.  yds.  in  the  remainder  of  the  structure,     (Fig.  168.) 


Ha'rf  Lor^fvdiul  S«tien  thowing  Rib"DT  Half  longKudlral  Saetien  •bowing  Ktt'lf. 
Fig.  lee.— Details  of  Ribbed  Arch  Bridge. 
Centers. — The  center  for  the  arch  consisted  of  4-pile  bents 
spaced  about  12  ft.  apart  in  the  line  of  the  bridge.  The  piles 
were  12  x  12  in.  x  24  ft.  yellow  pine  and  they  were  braced  to- 
gether in  both  directions  by  2x  lo-in.  planks.  Each  bent  car- 
ried a  3  X  i2-in.  plank  cap.  Maple  folding  wedges  were  set  in 
these  caps  over  each  pile  and  on  them  rested  12  x  12-in.  trans- 
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verse  timbers,  one  directly  over  each  bent.  These  12  x  12-in. 
transverse  timbers  carried  the  back  pieces  cut  to  the  curve  of 
the  arch.  The  back  pieces  were  2x  12-in.  plank,  two  under 
each  sidewalk  rib  and  four  under  each  main  rib  of  the  arch. 
The  back  pieces  under  each  rib  were  X-braced  together.  The 
lagging  was  made  continuous  under  the  ribs  but  only  occa- 
sional strips  were  carried  across  the  spaces  between  ribs. 
This  reduced  the  amount  of  lagging  required  but  made  work- 
ing on  the  centers  more  difficult  and  resulted  in  loss  of  tools 
from  dropping  through  the  openings.  Work  on  the  centers 
and  forms  was  tiresome  owing  both  to  the  difficulty  01  moving 
around  on  the  lagging  and  to  the  cramped  positions  in  which 
the  men  labored.  Carpenters  were  hard  to  keep  for  these 
reasons. 

Concrete. — ^A  1-7  bank  gravel  concrete  was  used  for  the 
abutments  and  a  1-5  bank  gravel  concrete  for  the  other  parts 
of  the  bridge.  The  concrete  was  mixed  in  a  cubical  mixer 
operated  by  electric  motor  and  located  at  one  end  of  the 
bridge.  The  mixed  concrete  was  taken  to  the  forms  in  wheel- 
barrows. The  mixture  was  of  mushy  consistency.  No  mortar 
facing  was  used,  but  the  exposed  surfaces  were  given  a  grout 
wash.  In  freezing  weather  the  gravel  and  water  were  heated 
to  a  temperature  of  about  100**  F. ;  when  work  was  stopped  at 
night  it  was  covered  with  tarred  felt,  and  was  usually  found 
steaming  the  next  morning. 

Cost  of  Work, — The  cost  data  given  here  are  based  on  fig- 
ures furnished  to  us  by  Geo.  J.  Davis,  Jr.,  who  designed  the 
bridge  and  kept  the  cost  records.  Mr.  Davis  states  that  the 
unit  costs  are  high,  because  of  the  adverse  conditions  under 
which  the  work  was  performed.  The  >york  was  done  by 
day  labor  by  the  city,  the  men  were  all  new  to  this  class  of 
work,  the  weather  was  cold  and  there  was  high  water  to  inter- 
fere, and  work  was  begun  before  plans  for  the  bridge  had  been 
completed,  so  that  the  superintendent  could  not  intelligently 
plan  the  work  ahead.  Cost  keeping  was  begun  only  after  the 
work  was  well  under  way.  Many  of  the  items  of  cost  are  in- 
complete in  detail. 

The  following  were  the  wages  paid  and  the  prices  of  the 
materials  used: 
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Materials  and  Supplies: 

No.  I  hemlock  matched  per  M.  ft $20 

No.  I  hemlock  plank  per  M.  ft 17 

No.  2  Norway  pine  flooring  per  M.  ft 19 

No.  2  yellow  pine  flooring  per  M.  ft 20 

12  X  i2-in.  X  i6-ft.  pellow  pine  per  M.  ft. 29 

12  X  i2-in.  X  24-ft.  yellow  pine,  piling  per  M.  ft 27 

Maple  wedges  per  pair 50  cts. 

V2-in.  corrugated  bars  per  lb 2.615  cts. 

^-in.  corrugated  bars  per  lb 2.515  cts. 

%-in.  corrugated  bars  per  lb ^-S^S  cts. 

Coal  per  ton   $4 

Electric  power  per  kilowatt 6  cts. 

Medusa  cement  per  bbl $i-75 

Aetna  cement  per  bbl 1.05 

Bank  gravel  per  cu.  yd 0.85 

Sand  per  cu.  yd 0.66 

Carpenters  per  day $3  to  3.50 

Common  labor  per  day 1.75 

The  summarized  cost  of  the  whole  work,  with  such  detailed 
costs  as  the  figures  given  permit  of  computation,  w^as  as 
follows : 

General  Service :                                       Total.  Per  cu.  yd. 

Engineering    $451  $0,512 

Miscellaneous 75  0.084 

Pumping :  Total  1 10  days. 

Coal  at  $4  per  ton $210 

Machinery,  tools  and  cartage -. . . .  283 

Labor 497 


Total    $990 

This  gives  a  cost  of  $9  per  day  for  pumping. 

Excavation :                                           Total  cost.  P.  C.  Total. 

Timber  cartage,  etc $    375  17.6 

Tools    69  3.3 

Labor  at  $1.75 1,687  79*i 


Total    $2,131  100.0 
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Filling  5,711  cu.  yds. :                               Total.  Per  cu.  yd. 

Earth   $1,142  $0.20 

Labor  including  riprapping 396  0.07 

Total    $1,538  $0.27 

Removing  Old  Wing  Walls :  Total. 

Labor  and  dynamite  $   346 

Tools  and  sharpening 64 

Total    $   410 

Hand  Rail,  150ft.:                                     Total.  Perlin.ft. 

Material    $    278  $1.85 

Labor    29  0.19 

Total    $   307  $2.04 

Wood  Block  Pavement,  296  sq.  yds. :  Total.  Per  sq.  yd. 

Wood  block,  etc $   695  $2.35 

Labor 57  0.19 

Total    $    752  $2.54 

Steel,  62,000  lbs. :                                     Total.  Per  lb. 

Corrugated  bars,  freight,  etc $1498  2.41  cts. 

Plain  steel,  wire,  etc 75  0.12  cts. 

Blacksmithing,  tools  and  placing 438  0.71  cts. 

Total    $2,01 1  3.24  cts. 

Concrete. 

Centering :                                                    Total.  Per  cu.  yd. 

Lumber  and  piles $    332  $1.14 

Labor 272  0.95 

Total $   604  $2.09 

Total.  Per  cu.  yd. 

Forms    $  3,312  $  3.75 

Concrete    5»532  6.25 

Grand  total   $18,1 13  $20.50 
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In  more  detail  the  cost  of  the  various  items  of  concrete 
work  was  as  follows  for  the  whole  structure,  including  abut- 
ments, wing  walls  and  arch  containing  884  cu.  yds.: 

Form  Construction:  Total.        Percu. yd. 

Lumber  and  cartage  $i»547  $1-75 

Nails  and  bolts 129  0.15 

Tools   , no  0.12 

Labor,  erecting  and  removing 1,526  I.72 

Total    $3,312  $3.74 

Concrete  Construction. 

Materials : 

Aetna  cement  at  $1.05 $1,218  $1.37 

Medusa  cement  at  $1.75 499  0.56 

Sand  at  66  cts.  per  cu.  yd 37  0.04 

Gravel  at  85  cts.  per  cu.  yd 915  1.04 

Total  materials  $2,669  $3.01 

Mixing: 

Machinery  and  supplies $    549  $0.62 

Power  at  6  cts.  per  kw 52  0.06 

Tools   22  0.02 

Labor 737  0.83 

Total  mixing $1,360  $1.53 

Placing  concrete $   609  $0.69 

Tamping  concrete $   481  $0.54 

Heating  Concrete: 

Apparatus  and  cartage $     47  $0.05 

Fuel   96  0.11 

Labor    270  0.31 

Total  heating   $   413  $047 

Grand  total   $8,844  $9.98 
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Considering  the  abument  and  wing  wall  work,  comprising 
594  cu.  yds.,  separately,  the  cost  was  as  follows : 

Forms :  Per  cu.  yd. 

Materials   $1.20 

Labor   1.09 

Total    $2.29 

Concrete : 

Materials    $2.92 

Labor    2.38 

Total \ $5.30 

Heating  water  and  gravel $0.70 

Grand  total  . : $8.29 

Considering  the  arch  span,  comprising  290  cu.  yds.,  separ- 
ately, the  cost  was  as  follows : 

Forms :  Per  cu.  yd. 

Materials   $370 

Labor    3.03 

Total    : $6.73 

Concrete : 

Materials   $3.22 

Labor    3.57 

Total    $6.79 

Grand  total , $13.52 


CHAPTER    XVIII. 

METHODS   AND    COST    OF   CULVERT    CONSTRUC- 
TION. 

Culvert  work  is  generally  located  on  the  line  of  a  railway 
or  a  highway,  so  that  the  facilities  for  getting  plant  and  ma- 
terials onto  the  work  are  the  best,  and  as  culverts  are  in  most 
cases  through  embankment,  under  trestle  or  in  trench  below 
the  ground  level  the  advantage  of  gravity  is  had  in  handling 
materials  to  mixer  and*  to  forms.  Ordinarily  individual  cul- 
verts are  not  long  enough  for  any  material  economy  to  be  ob- 
tained by  using  sectional  forms  unless  these  forms  are  capable 
of  being  used  on  other  jobs  which  may  occasionally  be  the 
case  where  standard  culvert  sections  have  been  adopted  by  a 
railway  or  by  a  state  highway  commission.  Various  styles  of 
sectional  forms  for  curvelinear  sections  are  given  in  Chapter 
XXI,  and  centers  suitable  for  large  arch  culverts  are  discussed 
in  Chapter  XVII.  Figure  169  shows  an  economic  form  for 
box  sections :  it  can  be  made  in  panels  or  with  continuous  lag- 
ging as  the  prospects  of  .reuse  in  other  work  m.ay  determine. 
For  curvelinear  sections  of  small  size  some  of  the  patented 
metal  forms  have  been  successfully  used. 

BOX  CULVERT  CONSTRUCTION,  C,  B.  &  Q.  R.  R.— 

Mr.  L.  J.  Hotchkiss  gives  the  following  data.  Box  sections  of 
the  type  shown  by  Fig.  169  are  used  mostly;  they  range  in 
size  from  single  4  x  4-ft.  to  double  20  x  20-ft.  and  triple  16  x  20- 
ft.  boxes.  These  boxes  are  more  simple  in  design  and  con- 
struction than  arches,  and  for  locations  requiring  piles  they 
are  less  expensive.  The  form  work  is  plain  and  the  space 
occupied  is  small  as  compared  with  arches,  so  that  excavation, 
sheeting  and  pumping  are  less  and  the  culvert  can  be  put 
through  an  embankment  or  under  a  trestle  with  less  disturb- 
ance of  the  original  structure.  Finally,  less  expensive  founda- 
tions are  required. 
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For  small  jobs  where  it  does  not  pay  to  install  a  power 
mixer  a  hand  power  mixer  moimted  on  a  frame  carried  by  two 
large  wheels  has  been  found  at  least  as  efficient  as  hand  mix- 
ing; more  convenient  and  easier  on  the  men.  The  machine  is 
turned  by  a  crank  driving  a  sprocket  chain;  it  is  charged  at 
the  stock  piles  and  then  hauled  to  the  forms  to  be  discharged. 
Local  conditions  determine  the  capacity  of  power  mixer  to 
be  used.  Difficulties  in  supplying  material  or  in  taking  away 
the  concrete  may  readily  reduce  the  output  of  a  large  machine 
to  that  of  one  much  smaller,  and  the  small  machine  is 
cheaperin  first  cost  and  in  installation  and  operation.  Where 
the  yardage  is  sufficient  to  jilstify  the  installation  of  equip- 
ment for  handling  the  materials  and  output  of  a  large  mixer  it 
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is  found  preferable  to  a  small  one,  as  the  increase  in  plant 
charges  is  not  proportionately  so  great  as  the  increase  in  the 
amount  of  concrete  handled.  Again  it  may  occur  on  a  small 
job  that  the  concrete  must  be  taken  a  long  distance  from  the 
mixer,  that  a  large  batch  can  be  moved  as  quickly  and  as  easily 
as  a  small  one  and  the  time  consumed  in  doing  it  is  sufficient 
for  the  charging  and  turning  of  a  large  mixer  before  the  con- 
crete car  or  bucket  returns  to  it.  Here  a  large  mixer,  while 
it  may  stand  idle  part  of  the  time,  is  still  economic. 

The  plant  lay-outs  vary  with  the  local  conditions,  as  the 
following  will  show.  In  one  case  of  a  culvert  located  under 
a  high,  short  trestle  the  following  arrangement  of  plant  was 
employed :    A  platform  located  on  each  side  of  the  approach 
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embankment  about  8  ft.  below  the  ties  was  built  of  old  bridge 
timbers.  A  track  was  laid  on  each  platform  and  ran  out  over 
a  mixer  located  on  the  end  slope  of  the  embankment.  Two 
mixers,  one  for  each  platform,  were  used.  From  each  mixer 
a  track  led  out  over  the  culvert  form  and  a  track  along  the 
top  of  this  form  ran  the  full  length  of  the  culvert.  Gravel  and 
sand  were  dumped  from  cars  onto  the  side  platforms  and 
thence  shoveled  into  small  bottom  dump  cars,  which  were 
pushed  out  over  the  mixer  and  dumped  directly  into  it.  Cars 
on  the  short  tracks  from  mixers  to  culvert  form  took  the 
mixed  concrete  and  dumped  it  into  the  distributing  cars  travel- 
ing along  the  form.    The  cars  were  all  hand  pushed. 

An  entirely  different  lay-out  was  required  in  case  of  a  long 
box  culvert  located  in  a  flat  valley  some  600  ft.  from  the  track. 
A  platform  was  built  at  the  foot  of  the  embankment  with  its 
outer  edge  elevated  high  enough  to  clear  two  tracks  carrying 
5  cu.  yd.  dump  cars.  The  sand  and  gravel  was  dumped  from 
cars  onto  the  side  of  the  embankment,  running  down  onto  the 
platform  so  that  scraper  teams  moved  it  to  holes  in  the  plat- 
form where  it  fell  into  the  dump  cars.  These  cars  were  hauled 
by  cable  from  the  mixer  engine  and  dumped  at  the  foot  of  an 
inclined  platform  leading  to  a  hopper  elevated  sufficiently  to 
let  a  iy2  cu.  yd.  dump  car  pass  under  it.  A  team  operating  a 
drag  scraper  by  cable  moved  the  material  up  the  inclined  plat- 
form into  the  hopper,  whence  it  fell  directly  into  the  car  to 
which  cement  was  added  at  the  same  time.  The  charging  car 
was  then  pulled  by  the  mixer  engine  up  another  incline,  at  the 
top  of  which  it  dumped  into  the  mixer.  The  concrete  car  was 
hauled  up  another  incline  to  a  track  carried  on  the  forms  and 
reaching  the  full  length  of  the  culvert  work. 

The  placing  of  the  reinforcement  is  given  close  supervision. 
When  a  wet  concrete  is  used  it  is  found  necessary  to  securely 
fasten  the  bars  in  place  to  prevent  them  being  swept  out  of 
place  by  the  rush  of  the  concrete.  A  method  of  supporting  the 
invert  bars  is  shown  by  Fig.  169 ;  2  x  2-in.  stakes  are  large 
enough  and  they  need  never  be  spaced  closer  than  6  ft.  The 
longitudinal  bars  are  held  on  the  stakes  by  wire  nails  bent 
over  and  the  transverse  bars  are  wired  to  them  at  intersections 
by  stove  pipe  wire.     The  vertical  wall  bars  are  placed  by 
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thrusting  the  ends  into  the  soft  footing  concrete  and  nailing 
them  to  a  horizontal  timber  at  the  top;  the  horizontal  wall 
bars  are  wired  at  intersections  to  the  verticals.  In  the  roof 
slab  the  stakes  are  replaced  by  metal  chairs,  or  by  small 
notched  blocks  of  concrete. 

The  form  construction  is  shown  by  Fig.  169.  It  is  not  gen- 
erally made  in  panels,  since,  as  the  work  runs,  the  locations  of 
boxes  of  the  same  size  are  usually  so  far  apart  that  transporta- 
tion charges  are  greater  than  the  saving  due  to  use  a  second 
time.  No  general  rule  is  followed  in  removing  forms,  but 
they  can  usually  be  taken  down  when  the  concrete  is  a  week 
old. 

The  boxes  are  built  in  sections  separated  by  vertical  joints, 
one  section  being  a  day's  work.  The  vertical  joints  are  plain 
butt  joints;  tongue  and  groove  joints  give  trouble  by  the 
tenons  cracking  off  in  the  planes  of  the  joints.  A  wet  mixture 
is  used  and  smooth  faces  obtained  by  spading. 

ARCH  CULVERT  COSTS,  N.  C.  &  ST.  L.  RY.— The  cost 
of  arch  culvert  construction  for  the  Nashville,  Chattanooga  & 
St.  Louis  Ry.  is  recorded  in  a  number  of  cases  as  follows : 

i8-ft.  Arch  Culvert. — Mr.  H.  M.  Jones  is  authority  for  the 
following  data:  An  i8-ft.  full-centered  arch  culvert  was  built 
by  contract,  near  Paris,  Tenn.  The  culvert  was  built  under 
a  trestle  65  ft.  high,  before  filling  in  the  trestle.  The  railway 
company  built  a  pile  foundation  to  support  a  concrete  founda- 
tion 2  ft.  thick,  and  a  concrete  paving  20  ins.  thick.  The  con- 
tractors then  built  the  culvert  which  has  a  barrel  140  ft.  long. 
No  expansion  joints  were  provided,  which  was  a  mistake  for 
cracks  have  developed  about  50  ft.  apart.  The  contractors 
were  given  a  large  quantity  of  quarry  spalls  which  they 
crushed  in  part  by  hand,  much  of  it  being  too  large  for  the 
concrete.  The  stone  was  shipped  in  drop-bottom  cars  and 
dumped  into  bins  built  on  the  ground  under  the  trestle.  The 
sand  was  shipped  in  ordinary  coal  cars,  and  dumped  or  shov- 
eled into  bins.  The  mixing  boards  were  placed  on  the  surface 
of  the  ground,  and  wheelbarrow  runways  were  built  up  as 
the  work  progressed.  The  cost  of  the  1,900  cu.  yds.  of  con- 
crete in  the  culverts  was  as  follows  per  cu.  yd. : 
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I.OI  bbls.  Portland  cement $2.26 

0.56  cu.  yds.  of  sand,  at  60  cts 32 

Loading  and  breaking  stone 25 

Lumber,  centers,  cement  house  and  hardware 64 

Hauling  materials 04 

Mixing  and  placing  concrete 1.17 

Carpenter  work  19 

Foreman  (100  days  at  $2.50) 13 

Superintendent  (100  days  at  $5.50) ^. . .     .29 

Total  per  cu.  yd $5-29 

It  will  be  seen  that  only  19  cu.  yds.  of  concrete  were  placed 
per  day  with  a  gang  that  appears  to  have  numbered  about  21 
laborers,  who  were  negroes  receiving  about  $1.10  per  day. 
This  was  the  first  work  of  its  kind  that  the  contractors  had 
done.  It  will  be  noticed  that  the  cost  of  42  cts.  per  cu.  yd.  for 
superintendence  and  foremanship  was  unnecessarily  high. 

Six  Arch  Culverts  5  ft.  to  16  ft.  Span. — All  these  arches 
were  built  under  existing  trestles,  and  in  all  cases,  except  No. 
2,  bins  were  built  on  the  ground  under  the  trestle  and  the 
materials  were  dumped  from  cars  into  the  bins,  loaded  and  de- 
livered from  the  bins  in  wheelbarrows  to  the  mixing  boards, 
and  from  the  mixing  boards  carried  in  wheelbarrows  to  place. 
Negro  laborers  were  used  in  all  cases,  except  No.  5,  and  were 
paid  90  cts.  a  day  and  their  board,  which  cost  an  additional  20 
cts. ;  they  worked  under  white  foremen  who  received  $2.50  to 
$3  a  day  and  board.  In  culvert  No.  5,  white  laborers,  at  $1.25 
without  board,  were  used.  There  were  two  carpenters  at  $2 
a  day  and  one  foreman  at  $2.50  on  this  gang,  making  the  aver- 
age wage  $1.47  each  for  all  engaged.  The  men  were  all  green 
hands,  in  consequence  of  which  the  labor  on  the  forms  in 
particular  was  excessively  high.  The  high  rate  of  daily  wages 
on  culverts  Nos.  i  and  3  was  due  to  the  use  of  some  carpenters 
along  with  the  laborers  in  mixing  concrete.  The  high  cost  of 
mixing  concrete  on  culvert  No.  2  was  due  to  the  rehandling  of 
the  materials  which  were  not  dumped  into  bins  but  onto  the 
concrete  floor  of  the  culvert  and  then  wheeled  out  and  stacked 
to  one  side.  The  cost  of  excavating  and  backfilling  at  the  site 
of  each  culvert  is  not  included  in  the  table,  but  it  ranged  from 
70  cts.  to  $2  per  cu.  yd.  of  concrete. 
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Cost  of  Six  Concrete  Culverts  on  the  N.,  C.  &  St.  L.  Ry, 

&  St.  L.  Ry. 

No.  of  culvert i  23456 

Span  of  culvert 5  ft.    7.66  ft.  10  ft.     12  ft.     12  ft.     16  ft. 

Cu.  yds.  of  concrete.     210       199       354       292       406      986 
Ratio  of   cement   to 

stone    1:5.5     1:6.5     1:5.8     1:5.8     1:6.1     1:6.5 

Increase  of  concrete 

over  stone  16.0%    9.9%    6.3%  12.3%    8.3%    5.3% 

Bbls.  cement  per  cu. 

yd 1.02      0.90      1.06      i.oi       i.oo      1.09 

Cu.  yds.  sand  per  cu. 

yd.    . .  ^. 0.43      0.49      0.44      0.46      0.46      0.47 

Cu.    yds.    stone    per 

cu.  yd 0.86      0.90      0.95      0.89      0.94      0.94 

Total      days      labor 

(inc.  foremen  and 

supt.)    702       607       784       726       768     1,994 

Av.   wages   per  day 

(inc.  foremen  and 

supt.)    $1.61     $1.33    $1.59    $1.19    $1.47    $146 

Xost  per  cu.  yd. — 

Cement    2.18       1.94      2.27       1.82      2.11       2.01 

Sand  0.17      0.20      0.18      0.18      0.19      0.14 

Stone    0.52      0.52      0.47      0.54      0.47      0.58 

Lumber    0.88      0.43      0.48      0.43      0.31      0.57 

Unload,  materials.    0.23      0.17      0.18      0.18      0.16      .... 

Building  forms. . .     1.07      0.33      0.62      0.47      0.72      0.41 

Mixing  &  placing     1.59       1.74       1.69       1.35       1.23       1.26 

Total  per  cu.  yd.  $6.64    $5.33    $5.89    $4.97    $5.19    $4.97 

14-ft.  g-in.  Arch  Culvert. — Mr.  W.  H.  Whorley  gives  the 
following  methods  and  cost  of  constructing  a  12-ft.  full  cen- 
tered arch  culvert  204  ft.  long.  The  culvert  was  built  in  three 
sections,  separated  by  vertical  transverse  joints  to  provide  for 
expansion;  the  end  sections  were  each  61  ft.  long  and  the 
center  section  was  70  ft.  long.  Fig.  170  is  a  cross-section  at 
the  center;  for  the  end  sections  the  height  is  14  ft.  9  ins.,  the 
crown  thickness  is  i  ft.  9  ins.,  and  the  side  walls  at  their  bases 
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are  5  ft.  thick.  The  concrete  was  a  1-3-6  mixture,  using  slag 
aggregate  for  part  of  the  work  and  stone  aggregate  for  a  part. 
The  culvert  was  built  underneath  a  trestle  which  was  after- 
wards  filled  in. 

Mixing  and  Handling  Concrete— ThQ  height  of  the  track 
above  the  valley  permittee!  the  mixing  plant  to  be  so  laid  out 
that  all  material  was  moved  by  gravity  from  the  cars  in  which 
it  was  shipped  until  finally  placed  in  the  culvert.  Sand  and 
aggregate  were  received  in  drop  bottom  cars  and  were  un- 
loaded into  bins  in  the  trestle.  These  bins  had  hopper  bot- 
toms with  chutes  leading  to  a  wheeling  platform,  which  was 
placed  between  two  trestle  bents  and  extended  over  a  mixer 
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Fig.  170.— Section  of  Arch  Culvert,  N.,  C.  &  St.  L.  R.  R. 


placed  outside  the  trestle.  '  The  cement  house  was  erected 
alongside  the  trestle  at  the  wheeling  platform  level  and  a 
chute  from  an  unloading  platform  at  track  level  to  the  op- 
posite end  of  the  house  enabled  the  bags  to  be  handled  di- 
rectly from  the  car  to  the  chute  and  thence  run  by  gravity  to 
the  cement  house.  Sand  and  aggregate  were  chuted  from  the 
bins  into  wheelbarrows,  wheeled  about  23  ft.,  and  dumped  into 
a  hopper  over  the  mixer.  Water  was  pumped  by  a  gasoline 
engine  from  a  well  just  below  the  trestle  to  a  tank  on  the 
trestle,  whence  it  was  fed  to  the  mixer  by  a  flexible  connec- 
tion, a  valve  so  regulating  the  flow  that  the  necessary  amount 
was  delivered  in  the  time  required  to  mix  a  batch. 
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The  mixer  was  a  No.  5  Chicago  Improved  Cube  Mixer,  oper- 
ated by  a  gasoline  engine ;  a  larger  size  would  have  been  pref- 
erable since  a  batch  required  only  two-thirds  of  a  bag  of  ce- 
ment which  had  to  be  measured  which  required  the  services 
of  an  additional  man.  The  mixer  was  in  operation  194  hours 
and  mixed  7,702  batches  (1,217  cu.  yds.),  or  a  batch  every  87 
seconds,  or  6.3  cu.  yds.  per  hour.  During  the  last  ten  days  it 
mixed  a  batch  every  78  seconds  while  running.  The  best  short 
record  made  was  291  batches  in  five  hours,  or  one  batch  every 
63  seconds,  this  being  at  the  rate  of  58  batches  equal  to  9.2 
cu.  yds.  of  concrete  in  place  per  hour,  or  nearly  1/6  cu.  yd.  per 
batch.  It  took  about  J/2  minute  to  mix  the  concrete  and  about 
the  same  length  of  time  to  charge  and  discharge  the  mixer. 

To  convey  the  concrete  from  the  mixer  to  the  culvert  walls 
a  I  cu.  yd.  drop  bottom  car  was  used.  This  car  ran  on  30-in. 
gage  tracks  carried  on  a  trestle  straddling  the  culvert  walls 
and  having  its  floor  high  enough  to  clear  the  arch.  A  track 
ran  lengthwise  of  the  trestle  over  each  culvert  wall,  and  a 
cross  track  intersecting  both  with  turntables  ran  to  the  mixer. 
Three  men  handled  the  car,  a  round  trip  to  the  extreme  end 
of  the  trestle  being  made  in  about  3  minutes.  In  the  mean- 
time the  mixer  was  discharging  into  a  small  hopper  which  un- 
loaded into  the  car  on  its  return.  One  only  of  the  three  sec- 
tions of  the  culvert  was  built  at  a  time,  both  walls  being 
brought  up  together.  After  a  point  had  been  reached  about 
2  ft.  above  the  springing  on  both  walls,  one  track  was  removed 
and  the  other  was  shifted  to  the  center  of  the  trestle. 

Forms.— There  was  used  in  the  forms  15,000  ft.  B.  M.  of 
2-in.  dressed  lagging  for  face  work,  21,000  ft.  B.  M.  rough 
lumber  for  back  work,  and  old  car  sills  for  studding.  No 
charge  was  made  for  studding  except  the  cost  of  loading,  the 
cost  of  the  remaining  lumber  was  $16  per  M.  for  dressed  and 
$12.50  per  M.  for  rough.  A  credit  of  one-third  the  cost  was 
allowed  for  the  old  material  recovered.  The  total  cost  of  the 
labor  of  erecting  the  material  in  forms,  bins  and  platforms  was 
$666.    The  work  was  done  by  a  bridge  crew  of  white  men,  the 
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average  rate  of  wages  per  man,  including  the  bridge  foreman's 
time,  being  $2.20  per  day.  In  addition  a  mason  at  $3.50  per 
day  and  a  carpenter  at  $2.25  per  day  worked  with  the  bridge 
crew  in  erecting  forms. 

Cost, — The  cost  of  the  1,217  ^u.  yds.  of  concrete  in  the  cul- 
vert was  as  follows: 

Item.  .  Per  cu.  yd. 

1.08  bbls.  cement  at  $1.72 $1.85 

0.47  cu.  yd.  sand  at  30  cts 0.14 

0.25  cu.  yd.  broken  stone  at  51  cts 0.13 

0.8     cii.  yd.  slag  at  26  cts 0.21 

Lumber  in  forms,  etc ^ 0.30 

Miscellaneous  materials 0.05 

Labor,  unloading  materials o.i  i 

Labor,  mixing  and  placing  concrete 0.42 

Labor,  building  forms 0.55 

Labor,  not  classified   0.18 

Labor,  excavating  40  cts.  per  cu.  yd 0.28 

Labor,  back  filling  and  tearing  down  forms. o.io 

Total $432 

CULVERTS  FOR  NEW  CONSTRUCTION,  WABASH 

RY. — The  following  data  relate  to  culvert  work  carried  out  in 
constructing  the  Pittsburg  extension  of  the  Wabash  Ry.  in 
1903.    All  the  work  was  done  by  contract. 

Plant  I:  This  plant  was  located  on  a  hillside  with  the  crush- 
ing bins  above  the  loading  floor  or  platform  which  extended , 
over  the  top  of  the  mixer,  so  that  the  crushed  stone  could  be 
drawn  directly  from  the  chutes  of  the  bins  and  wheeled  to  the 
mixer.  The  sand  was  hauled  up  an  incline  in  one-horse  carts 
and  dumped  on  this  floor,  and  was  also  wheeled  in  barrows  to 
.  the  mixer.  The  proportions  used  were  4  bags  of  cement,  4 
barrows  of  sand  and  stone  dust  and  7  barrows  of  crushed 
stone.  A  Js-cu.  yd.  mixer  was  used  and  it  averaged  40  cu.  yds. 
per  lo-hour  day  at  the  following  cost  for  labor : 
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Item.  Per  day.     Per  cu.  yd. 

I  foreman   $  3.00  $0.08 

3  men  charging  with  barrows 4.50  o.ii 

1  man  attending  engine  and  mixer 2.50  0.06 

2  men  loading  concrete  barrows 3.00  0.08 

4  men  wheeling  concrete  barrows  (100  ft.)  6.00  0.15 

4  men  ramming  concrete 6.00  O.15 

4  men    wheeling     and     bedding     rubble 

stones   6.00  0.15 

Totals    $31.00  $0.78 

Assuming  j/s  ton  of  coal  per  day  at  $3  per  ton,  we  have 
2  cts.  more  per  cubic  yard  for  fuel. 

Plant  IL — At  this  plant  a  Smith  mixer  was  used  with  a 
loading  floor  4  ft.  above  the  ground,  this  low  platform  being 
made  possible  by  having  a  hole  or  sump  in  which  the  skip 
receiving  the  concrete  was  set.  A  derrick  handled  the  skips 
between  the  sump  and  the  work.  The  batch  was  made  up  of 
2  bags  of  cement,  2  barrows  of  sand  and  4  barrows  of  stone. 
The  output  was  50  cu.  yds.  per  day  of  10  hours  at  the  fol- 
lowing cost: 

Item.  Per  day.      Per  cu.  yd. 

I  man  feeding  mixer $1.50  $0.03 

I  mixfer  runner  2.50  0.05 

1  derrick  engineman   2.50  0.05 

2  tagmen  swinging  and  dumping 3.00  0.06 

6  men  wheeling  materials 9.00  0.18 

2  men  tamping  concrete 3.00  0.06 

I  foreman  3.00  0.06 

Totals    $24.50  $0.49 

The  cost  of  fuel  would  add  about  3  cts.  per  cubic  yard  to 
this  amount. 

SMALL  ARCH  CULVERT  COSTS,  PENNSYLVANIA 

R.  R. — Mr.  Alex.  R.  Holliday  gives  the  following  figures  of 
cost  of  small  concrete  culvert  work  carried  out  under  his 
direction.  The  culvert  section  used  is  shown  in  Fig.  171.  This 
section  gives  a  slightly  larger  waterway  than  a  36-in.  cast  iron 
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pipe.  Eight  culverts,  having  an  aggregate  length  of  306  ft 
were  built,  using  a  mixture  of  Portland  cement  and  limestone 
and  screenings.  Each  culvert  had  a  small  spandrel  wall  at 
each  end. 

The  work  was  done  by  a  gang  of  six  men,  receiving  the 
following  wages : 

Foreman,  cents  per  hour 27.5 

Assistant     "        "        "    17.5 

Laborers      "        "        "    15.0 

Teams  "        "        "    35.0 

The  materials  were  hauled  about  i  mile  from  railway  to  site 
of  work.  Cement,  including  freight  and  haulage,  cost  $1.97 
per  barrel.  Limestone  and  screenings  cost  50  cts.  per  cu.  yd. 
f.  o.  b.  at  quarry.  No  freight  charges  are  included  in  cost  of 
any  of  the  materials  except  cement.  The  cost  of  the  306  ft.  of 
culvert  was  as  follows : 
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"Fig.  171.— Small  Culverts,  Pennsylvania  R.  R 

Item.  Total.      Pei 

Labor    $443-14 

Stone  and  screenings 78.50 

Cement 307-53 

Forms 12.00 


in.  ft. 

Per  cu.  yd. 

$145 

$3-35 

0.25 

0.60 

1. 01 

2.34 

0.04 

0.09 

Total    $841.17  $2.75  $6.38 

26-FT  SPAN  ARCH  CULVERT.— The  culvert  was  62  ft. 
long  and  26-ft.  span  and  was  built  of  1-8  and  i-io  concrete 
mixed  by  hand.  The  wages  paid  were:  General  foreman, 
40  cts.  per  hour;  foreman,  25  cts.  per  hour;  carpenters,  22j/^ 
to  25  cts.  per  hour,  and  laborers,  15  cts.  per  hour.  The  cost 
of  the  concrete  in  place,  exclusive  of  excavation  but  including 
wing  walls  and  parapet,  was  as  follows : 
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Per  cu.  yd. 

0.96  bbl.  cement,  at  $1.60 $i*535 

1.03  tons  coarse  gravel,  at  $0.19 0.195 

0.40  tons  fine  gravel,  at  $0.21 0.085 

0.32  tons  sand,  at  $0.36 0.115 

Tools,  etc 0.078 

Lumber  for  forms  and  centers 0.430 

Carpenter  work  on  forms  (23  cts.  hr.) 0.280 

Carpenter  work  platforms  and  buildings 0.050 

Preparing  site  and  cleaning  up 0.210 

Changing  trestle  0.085 

Handling  materials 0.037 

Mixing  and  laying,  av.  15J4  cts.  per  hr 1.440 

Total  per  cu.  yd $4,540 

There  were  1493  cu.  yds.  of  concrete  in  the  work.  The  ex- 
cavation cost  $463  and  the  total  cost  was  $7,243. 

COST  OF  RAILWAY  CULVERT.— The  culvert  was  for  a 
single  track  railway  and  contained  113  cu.  yds.  of  concrete 
and  required  36  cu.  yds.  of  excavation.  The  figures  are  given 
by  C.  C.  Williams  as  follows : 

Cost  of  Material. 

Kind  and  Amount  of  Material.          Unit  Price.  Cost. 

Stone,  1 13.2  tons $  .70  $  79.24 

Sand,  46.8  yds 55  25.74 

Cement,  137  bbls 85  116.45 

Total $221.43 

Lumber   52.50 

Rail  and  bolts   36.60 

Total $  89.10 

Excavation. 

Labor,  189  hours  at  .15 $  28.35 

Foreman,  60  hours  at  .30 18.00 

Total $  46.35 
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Concrete. 

Labor,  683  hours  at  .15 $102.45 

Foreman,  130  hours  at  .30 3900 


Total    $141.45 

Forms. 

Carpenters,  313  hours  at  .225 $  7042 

Labor,  30  hours  at  .15 4.50 


Total    $  74.92 

Handling  Materials. 

Moving  material,  245  hours  at  .15 $  36.75 

Unloading  material,  95  hours  at  .15 14-25 

Foreman,  20  hours  at  .30 6.00 


Total  $  57.00 

Superintendence  and  Office. 

Superintendent,  6  hours  at  .50 $     3.00 

Office    10.00 


Total    $  13.00 


Grand  total   $643.25 


Proportional  Costs. 


Item. 


Cost. 


Cost  . 
Per  Yard 
Concrete. 


Per  cent. 

of  Total 

Cost  of 

Concrete. 


Concrete  material    $221.43 

Laying  concrete 141  45 

Lumber   52.50 

Rail  and  bolts 36.60 

Building  forms 74-92 

Handling  material 56.90 

Superintendent  and  office.  13.00 

Total  

Excavation    46.35 


$1.96 

37-1 

1-25 

23.6 

.46 

08.7 

•32 

06.1 

.67 

133 

■50 

09.0 

.12 

02.2 

$5.28 

1.28 


100.00 


Total    $643.15 
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Contractor's  Receipts. 

113  yds.  concrete  at  $5.95 $672.35 

36  yds.  excavation  at  .30 10.80 

Total    $683.15 

Total  cost   643.15 

Profit,  5.9%  of  contract  price $  40.00 

12-FT.  CULVERT,  KALAMAZOO,  MICH.— A  portion 
1,080  ft.  long  of  a  new  channel  built  in  1902-3  for  a  small 
stream  flowing  through  the  city  of  Kalamazoo,  Mich.,  was 
constructed  as  an  arch  culvert  of  the  form  shown  by  Fig.  172. 
The  concrete  section  is  reinforced  on  the  lines  indicated  by 
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Vig.  172. — Cross-Section  of  Culvert  at  Kalamazoo,  Mich. 

a  double  layer  of  woven  steel  wire  fabric.    The  concrete  was 
approximately  a  i  cement,  6  sand  and  gravel  mixture. 

The  centers  were  built  in  sections  12^/2  ft.  long  of  the  form 
and  construction  shown  by  Fig.  173,  and  a  sufficient  number 
was  provided  to  lay  twelve  sections  of  invert  and  six  sections 
of  arch.  The  arch  centers  were  arranged  to  be  uncoupled  at 
the  crown;  this  with  the  hinges  at  the  quarter  points  per- 
mitted the  two  halves  to  be  separated  and  each  half  to  be 
folded  so  that  it  could  be  carried  from  the  rear  of  the  work 
through  the  forms  still  in  place  and  erected  again  for  new 
work.  When  in  place  the  center  ribs  rested  on  the  side  forms 
which  set  on  the  invert  concrete  and  are  braced  apart  by  the 
hinged  cross-strut.    This  cross-strut  was  the  key  that  bound 
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the  whole  structure  together;  the  method  of  removing  this 
key  is  indicated  by  Fig.  174.  From  his  experience  with  these 
centers  the  engineer  of  tiie  work,  Mr.  Geo.  S.  Pierson, 
remarks : 

"In  work  of  this  kind  it  is  very  important  to  have  the  cen- 
tering absolutely  rigid  so  it  will  not  spring  when  concrete  is 
being  tamped  against  it  and  thus  weaken  the  cohesion  of  the 
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Fig.  173.— Center  for  Culvert  at  Kalamazoo,  Mich. 


concrete.  It  is  also  important  to  have  the  arrangement  such 
that  all  the  centering  can  be  removed  without  straining  or 
jarring  the  fresh  concrete.  The  centers  were  generally  re- 
moved in  about  three  or  four  days  after  the  concrete  arch 
was  in  place." 

The  invert  concrete  was  brought  to  form  by  means  of  tem- 
plates, Fig.  173,  and  straight  edges.  The  side  forms  were  then 
placed  and  braced  apart  by  the  struts  and  concreting  con- 
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Fig.  174. — Hinged  Cross  Strut  for  Center  for  Culvert  at  Kalamazoo.  Mich. 


tinned  to  the  skewback  plane  indicated  in  Fig.  173.  The  arch 
form  was  then  placed ;  it  rested  at  the  edges  on  the  side  forms 
and  was  further  supported  by  center  posts  bearing  on  boards 
laid  on  the  bottom  of  the  invert.  A  template,  Fig.  175,  was 
used  to  get  the  proper  thickness  and  form  of  arch  ring.  Out- 
side forms  were  used  to  confine  the  concrete  at  the  haunches 
but  nearer  the  crown  they  were  not  required. 
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Much  of  the  work  was  done  when  the  thermometer, 
during  working  hours,  ranged  from  12°  to  25®  above  zero. 
When  the  temperature  was  below  freezing,  hot  water  was 
used  in  mixing  the  concrete  and  on  a  few  of  the  coldest  days 
salt  was  dissolved  in  the  water.  In  addition  each  section  of 
the  work  was  covered  with  oiled  canvas  as  soon  as  com- 
pleted, and  the  conduit  was  kept  closed  so  far  as  was  prac- 
ticable to  retain  the  heat.  Concreting  was  never  stopped  on 
account  of  cold  weather. 

Account  was  kept  of  the  cost  of  all  work,  and  the  figures 
obtained  are  given  in  the  following  tables: 


Fig.   175. — Templet  for  Arch  Ring  for  Culvert  at  Kalamazoo,  Mich. 


Labor  Force,  Materials  Used  and  Progress  of  Work. 

Average  progress  per  day  in  feet 18.6 

Greatest  number  of  feet  laid  in  one  day 28 

Average    number    of    laborers    per    day    mixing    and 

wheeling    10.04 

Average  number  of  laborers  per  day  placing  concrete. .     5 
Average  number  of  laborers  per  day  setting  up  forms. .     4.57 
Cubic  yards  of  concrete  mixed  and  wheeled  per  day  per 

man 1.96 

Cubic  yards  of  concrete  placed  per  day  per  man 3.54 

Cubic  yards  of  concrete  per  lin.  ft 0.95 

Barrels  of  cement  per  lin.  ft 1. 18 

Barrels  of  cement  per  cu.  yd 1.24 

Proportion  of  cement  to  sand  and  gravel 1-6 
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Itemized  Cost  per  Lineal  Foot. 

Sand  and  gravel   $0.42 

Cement  244 

Mixing  and  wheeling  concrete 0.98 

Labor  placing  concrete  0.47 

Forms   and  templates 0.30 

Metal  fabric 0.39 

Setting  up  forms   0.43 

Finishing   0.09 

Tools,  general  and  superintendence 0.43 

Total  per  lineal  foot $5-95 

The  cost  per  cubic  yard  was  thus  $6.26.  Wages  were  $1.75 
per  day. 

METHOD  AND  COST  OF  MOLDING  CULVERT 
PIPE,  CHICAGO  &  ILLINOIS  WESTERN  R  R— During 
1906,  the  Chicago  &  Illinois  Western  R.  R.,  Mr.  O.  P.  Cham- 
berlain, Chief  Engineer,  built  a  number  of  culverts  of  concrete 
pipe  with  an  interior  diameter  of  4  ft.,  and  6-in.  shells.  Fig. 
176  shows  the  forms  in  which  the  pipe  was  molded.  Both 
forms  are  of  ordinary  wooden  tank  construcion.  The  inner 
form,  has  one  wedge-shaped  loose  stave  which  is  withdrawn 
after  the  concrete  has  set  for  about  20  hours,  thus  collapsing 
the  inner  form  and  allowing  it  to  be  removea.  The  outer 
form  is  built  in  two  pieces  with  2  x  5^-in.  semicircular  iron 
hoops  on  the  outside,  the  hoops  having  loops  at  the  ends.  The 
staves  are  fastened  to  the  hoops  by  wood  screws  i^  ins.  long 
driven  from  the  outside  of  the  hoop.  When  the  two  sides  of 
the  outer  form  are  in  position,  the  loops  on  one  side  come  into 
position  just  above  the  loops  on  the  other  side,  and  four  J^*!*^- 
steel  pins  are  inserted  in  the  loops  to  hold  the  two  sides  to- 
gether while  the  form  is  being  filled  with  concrete  and  while 
the  concrete  is  setting.  After  the  inner  form  has  been  re- 
moved, the  two  pins  in  the  same  vertical  line  are  removed 
and  the  form  opened  horizontally  on  the  hinges  formed  by  the 
loops  and  pins  on  the  opposite  side.  The  inner  and  outer 
forms  are  then  ready  to  be  set  up  for  building  another  pipe. 
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Tlie  concrete  used  in  manufacturing  these  pipes  was  com- 
posed of  American  Portland  cement,  limestone  screenings  and 
crushed  limestone  that  has  passed  through  a  ^-in.  diameter 
screen  after  everything  that  would  pass  through  a  %-iti.  diam- 
eter screen  had  been  removed.  The  concrete  was  mixed  in 
the  proportions  of  one  part  cement  to  three  and  one-half  pacts 
each  of  screenings  and  crushed  stone.  All  work  except  the 
building  of  the  forms  was  performed  by  common  laborers.    In 
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his  experimental  work  Mr.  Chamberlain  used  two  laborers, 
one  of  whom  set  the  forms,  and  filled  them  and  the  other  of 
whom  mixed  the  concrete.  The  pipes  were  left  in  the  forms 
till  the  morning  of  the  day  after  molding.  The  two  laborers 
removed  the  forms  filled  the  day  before,  the  first  thing  in  the 
morning,  and  proceeded  to  refill  them.  The  average  time 
the  concrete  was  allowed  to  set  before  the  forms  were  removed 
was  16  hours.    Mr.  Chamberlain  believes  that  with  three  men 
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and  six  forms  the  whole  six  forms  could  be  removed  and 
refilled  daily.  Based  on  the  use  of  only  two  forms  with  two 
laborers  removing  and  refilling  them  each  day,  and  on  the  as- 
sumption that  a  single  set  of  forms  costing  $40  can  be  used 
only  50  times  before  being  replaced,  Mr.  Chamberlain  esti- 
mates the  cost  of  molding  4-ft.  pipes  as  follows : 

2  per  cent,  of  $40  for  forms $0.80 

I.I  cu.  yds.  stone  and  screenings  at  $1.85 2.04 

0.8  bbls.  cement  at  $2.10 1.68 

10  hours'  labor  at  28  cts 2.80 

Total  per  pipe $7-32 

This  gives  a  cost  of  $1.83  per  lineal  foot  of  pipe  or  prac- 
tically $7  per  cu.  yd.  of  concrete.  The  pipe  actually  molded 
cost  $2.50  per  lin  ft.,  or  $9.62  per  cu.  yd.  of  concrete,  owing  to 
the  small  scale  on  which  the  work  was  carried  on — ^the  labor- 
ers were  not  kept  steadily  at  work. 

The  pipes  were  built  under  a  derrick  and  loaded  by  means 
of  the  derrick  upon  flat  cars  for  transportation.  At  the  culvert 
site  they  were  unloaded  and  put  in  by  an  ordinary  section 
gang  with  no  appliances  other  than  skids  to  remove  the  pipes 
from  the  cars.  As  each  four-foot  section  of  this  pipe  weighs 
about  two  tons,  it  was  not  deemed  expedient  to  build  sections 
of  a  greater  length  than  4  ft.,  to  be  unloaded  and  placed  by 
hand.  On  a  trunk  line,  however,  where  a  derrick  car  is  avail- 
able  for  unloading  and  placing  the  pipes,  there  is  no  reason 
why  they  should  not  be  built  in  6  or  8-ft.  sections. 


CHAPTER   XIX. 

METHODS  AND  COST  OF  REINFORCED  CONCRETE 

BUILDING  CONSTRUCTION. 

If  we  set  aside  concrete  block  construction,  virtually  all 
concrete  used  in  building  construction  is  reinforced;  plain 
monolithic  or  mass  concrete  now,  as  in  the  past,  is  one  of  the 
secondary  building  materials.  It  is  reinforced  concrete  build- 
ing construction  that  is  discussed  in  this  chapter.  In  no  class 
of  concrete  work  is  the  contractor's  responsibility  for  the 
successful  outcome  of  the  work  greater  than  in  reinforced 
concrete  building  construction.  No  degree  of  excellence  in 
design  can  make  up  for  incompetent,  careless  or  dishonest 
work  in  construction.  This  is  true  not  merely  in  the  general 
way  that  it  is  true  of  all  engineering  construction — it  is  true 
in  a  special  way  peculiar  to  the  material.  Except  for  the  rein- 
forcing steel,  the  c5ntractor  for  concrete  building  work  has  no 
guarantee  of  the  quality  of  any  element  of  his  work  except 
his  own  faithful  care  in  performing  every  task  that  combines 
to  produce  that  element.  The  quality  of  his  concrete  depends 
upon  the  care  with  which  he  has  chosen  his  cement,  sand  and 
stone  and  on  the  perfection  with  which  he  has  incorporated 
them  into  a  homogeneous  mixture.  The  quality  of  his  beam 
or  column,  then,  depends  upon  the  care  with  which  the  con- 
crete is  placed  in  position  with  the  reinforcement  and  with 
which  the  supporting  forms  are  maintained  until  the  member 
is  amply  strong  to  do  without  support.  There  is  no  certainty 
of  any  detail  except  the  certainty  that  is  had  by  performing 
every  part  of  the  work  as  experience  has  taught  that  it  should 
be  performed  if  perfect  results  are  to  be  attained.  We  have 
dwelt  thus  emphatically  on  the  responsibility  in  concrete 
building  work  of  the  contractor  for  the  reason  that  in  the 
past  it  has  been  upon  the  contractor  that  the  burden  of  failure 
has  been  generally  shifted 
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The  construction  work  of  buildings  is  divided  into  (i)  con- 
struction, erection  and  removal  of  forms ;  (2)  fabrication  and 
placing  of  reinforcement ;  (3)  mixing,  transporting  and  plac- 
ing concrete. 

CONSTRUCTION,    ERECTION    AND    REMOVAL    OF 

FORMS. 

The  stereotyped  text-book  statement  that  forms  must  be 
true  to  dimensions  and  shape  and  rigid  enough  in  construction 
to  maintain  this  condition,  under  all  loads  that  they  have  to 
sustain  mentions  only  one  of  the  factors  that  the  constructing 
engineer  or  the  contractor  has  to  keep  in  mind  in  designing 
"such  forms.  His  design  must  be  made  true  and  rigid  at  the 
least  possible  cost  for  first  construction  of  lumber  and  car- 
penter  work;  it  must  be  made  with  the  plan  in  mind  of  using 
either  the  same  forms  as  a  whole  or  the  same  form  material 
several  times  in  one  structure;  it  must  be  made  with  a  view 
to  convenience  in  taking  down,  carrying  and  re-erecting  the 
forms  the  second  or  third  time ;  and  it  must  be  made  with  the 
object  in  sight  of  securing  the  greatest  salvage  value  either  in 
forms  fit  for  use  again  or  in  form  lumber  that  can  be  sold  or 
worked  up  for  other  purposes. 

The  general  conditions  governing  the  computation  and 
design  of  economic  form  work  are  discussed  in  Chapter  IX. 

COLUMN  FORMS. — Concrete  columns  are  usually  square 
or  rectangular  in  section,  with,  commonly,  chamfered  or  bev- 
eled corners.  The  popularity  of  these  sections  is  due  very 
largely  to  the  simplicity  of  the  forms  required.  When  hooped 
reinforcement  is  used,  the  column  section  is  alwavs  circular  or 
polygonal.  Hollow  sections,  T-section  and  channel  sections 
are  rarely  employed  and  then  only  for  wall  columns. 

Column  forms  should  be  made  in  units  which  can  readily  be 
assembled,  taken  apart  and  re-assembled.  The  number,  ar- 
rangement and  size  of  the  units  are  determined  by  the  shape 
and  size  of  the  column  and  the  means  adopted  for  handling 
the  forms.  For  square  or  rectangular  columns  there  will  be 
usually  four  units  of  lagging,  one  for  each  side,  plus  the  num- 
ber of  clamps  or  yokes  used  to  bind  the  sides  together.  Yokes 
or  clamps  will  seldom  be  spaced  over  3  ft.  apart  unless  very 
heavy  lagging  is  used;    2  ft.  spacing  for  yokes  is  common. 
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For  circular  columns  two  units  of  lagging  are  necessary  and 
this  is  the  number  commonly  used ;  the  yokes  or  hoops  are 
spaced  about  as  for  rectangular  columns.  Metal  forms  can  be 
used  to  good  advantage  for  cylindrical  columns.  Forms  for 
polygonal  columns  are  difficult  to  construct  in  convenient 
units.  Forms  built  complete  a  full  story  high  and  concreted 
from  the  top  are  essential  where  wet  and  sloppy  concretes  are 
used.  In  Europe,  where  comparatively  dry  concretes  are 
employed  and  where  the  reinforcement  is  commonly  placed  a 
piece  at  a  time  as  concreting  progresses,  three  sides  of  a 
rectangular  form  are  erected  full  height  and  the  fourth  side  is 
built  up  as  the  concrete  and  metal  are  placed.  This  construc- 
tion is  now  less  common,  even  abroad,  than  it  was,  since 
wetter  mixtures  are  coming  to  be  approved  by  European  en- 


t\S'  177.— Fcrm  for  Rectangular  Column  for  Factory  Building:,  Cincinnati,  O. 

gineers,  to  a  greater  extent  now  than  formerly.  It  is  a  time 
consuming  method  and  with  wet  mixtures  it  has  nothing  to 
recommend  it.  For  lagging  i]/^  and  2-in.  plank  are  commonly 
used ;  with  yokes  spaced  2  ft.  apart  the  lighter  plank  is  amply 
strong  and  reduces  the  weight  of  the  units  to  be  handled  as 
well  as  the  amount  of  form  lumber  required. 

Column  forms  should  always  be  constructed  with  an  open- 
ing at  the  bottom  by  means  of  which  the  reinforcement  can  be 
adjusted  and  sawdust,  shavings  and  other  material  cleaned 
out. 

Rectangular  Columns. — The  form  shown  in  section  by  Fig. 
177  was  used  in  constructing  a  factory  building  at  Cincin- 
nati, O.  Two  2X4-in.  studs  at  each  corner  carry  the  hori- 
zontal side  lagging  boards  and  are  clamped  together  by  yokes 
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composed  of  four  hardwood  corner  saddles  connected  around 
the  form  by  a  hooked  rod  with  center  turnbuckle  on  each  side. 
No  nails  are  used  in  assemblying  the  parts;  the  same  stud- 
ding and  yokes  serve  for  several  sizes  of  column,  the  lagging 
alone  being  changed.  The  lumber  required  for  studding  is 
55^  ft.  B.  M.  per  foot  of  column  length.  The  lumber  required 
for  lagging,  using  i  in.  boards,  would  be  2^?  ft.  B.  M.  for  a 
i2-in.  column,  and  ^  ft.  B.  M.  would  be  added  for  every  2-in. 
increase  in  size  of  the  column.  About  3>4  ft.  B.  M.  is  required 
for  each  set  of  four  corner  saddles.  With  the  studs  rabbeted  at 
the  mill,  the  carpenter  work  is  reduced  to  the  simple  task  of 
sawing  the  boards  and  struts  to  length.  The  form  is  taken 
down  by  simply  unscrewing  the  turnbuckles ;  it  can  be  erected 
by  common  labor  in  charge  of  one  carpenter  to  attend  to  the 
plumbing  and  truing-up.  The  form  ca,n  be  used  over  and  over 
and  for  columns  of  different  sizes  without  change  except  in 
the  length  of  the  lagging  boards. 

The  form  shown  by  Fig.  178  was  used  in  constructing  a 
nine-story  warehouse  at  St.  Paul,  Minn. ;  it  is  a  design  which 
has  become  almost  standard  with  a  number  of  large  building 
contractors.  In  this  construction  lagging  boards  the  full 
length  of  the  column  are  used  and  are  held  without  nails  by 
yokes.  The  yokes  consist  of  two  heads  of  wood  helil  to- 
gether by  threaded  rods  with  nuts ;  between  the  rods  and  the 
lagging  are  struts  or  blocks  serving  both  as  spacers  and  to 
hold  the  lagging  to  plane  and  surface.  The  yoke  proper  is 
adjustable  to  the  extent  of  the  threaded  portions  of  the  tie 
rods.  It  is  to  be  noticed  that  the  lagging  boards  are  not  con- 
nected by  battens  or  cleats,  therefore,  two  or  three  widths  of 
stock  serve  for  all  ordinary  changes  in  size  of  columns  and 
carpenter  work  is  limited  to  sawing  them  to  length.  Further- 
more as  the  boards  are  full  column  length,  their  salvage  value 
when  removed  from  the  forms  is  high.  Common  laborers 
under  a  carpenter  foreman  can  assemble  and  erect  the  form. 
For  a  1 2-in.  column  and  using  3  x  4-in.  yokes  spaced  2  ft.  apart 
and  Ij4-in.  lagging,  this  form  requires  about  12  ft.  B.  M.  of 
lumber  per  foot  length  of  column.  The  column  form  shown 
by  Fig.  226  for  the  six-story  building  described  in  a  succeed- 
ing section  differs  from  the  one  described  only  in  the  details 
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of  the  yoke  construction.  In  place  of  the  struts  between  the 
wooden  heads  of  the  yoke  a  cleat  is  nailed  across  the  project- 
ing ends  which  has  to  be  pried  loose  every  time  the  yoke  is 
removed  and  nailed  into  place  again  every  time  the  yoke  is 
put  onto  another  form;  these  repeated  nailings  soon  destroy 
the  yoke  heads.  This  form  as  constructed  requires  about  8^ 
ft.  B.  M.  of  lumber  per  foot  length  of  12-in.  column,  which 
is  3}i  ft.  B.  M.  less  than  is  required  for  the  form  shown  by 

Fig.  177.    The  saving  comes  entirely 

^^jiwr        I p  in  the  yoke  construction. 

^■.  iJW^      ,9^         The  form  shown  by  Fig.  238  is  of 

the  same  general  type  as  are  the  two 
just  described,  the  chief  difference  in 
detail  being  in  the  yoke  construc- 
tion and  in  the  forming  of  the  lag- 
ging boards  into  a  panel  or  unit  for 
each  side  by  means  of  battens.  This 
panel  construction  makes  a  lagging 
unit  which  is  more  convenient  to 
handle,  but  less  convenient  to  adapt 
to  changes  in  size  of  column.  The 
salvage  value  of  the  lumber  is  also 
reduced  by  the  nailing.  Assuming 
ly^An,  lagging  and  a  yoke  spacing  of 
2  ft.,  to  permit  direct  comparison, 
this  form  requires  ioj^_  ft.  B.  M.  of 
lumber  per  foot  length  of  12-in.  col- 
umn as  compared  with  12  ft.  B.  M. 
for  the  form  shown  by  Fig.  177  and 
854  ft.  B.  M.  for  the  form  shown  by 

Fig.  178.— Form  for  "^Tr-     ^o        a  *      11  4.        4.   j 

Rectangular  Column  for        Fig.    1 78.       As    actually    constructed 

Warehouse  at  St.  Paul.  Minn,  ^vith  2-in.  lagging  the  formshownby 
Fig.  238  requires  about  14  ft.  B.  M.  of  lumber  per  foot  length 
of  12-in.  column. 

The  French  constructor,  Hennebique,  uses  the  column  form 
construction  shown  by  Fig.  179.  Three  sides  of  the  forms  are 
built  full  length  of  vertical  plank  and  the  fourth  is  built  up  of 
horizontal  lagging  nailed  on  a  board  at  a  time  as  concreting 
progresses.  In  place  of  rectangular  yokes,  steel  clamps  of 
special  form  are  used  to  hold  the  lagging  in  place.    To  tear 
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down  this  form  requires  drawing  the  nails  in  the  horizontal 
lagging  and  the  knocking  loose  of  the  clamps.  The  vertical 
lagging  is  of  necessity  connected  by  battens  into  panels  to 
make  it  possible  to  hold  it  in  place  by  the  form  of  clamp  used. 
Assuming  2-in.  vertical  lagging  with  }i  x  3-in.  battens  every 


y\g.  179. — Form  Used  by  Mr.  Henneblque  for  Rectangular  Columns. 

3  ft.,  and  %-in.  horizontal  lagging  this  form  requires  about  12 
ft.  B.  M.  of  lumber  for  every  foot  length  of  12-in.  column. 
This  form  seems  to  offer  no  particular  merits  to  American 
eyes;  there  is  practically  no  saving  in  lumber  over  forms  with 
rectangular  yokes  and  the  clamp  shown,  while  adjustable,  is 
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Fig.  180. — Form  for  Rectangular  Column  for  a  Factory  Building,  New  Tork 

City. 

not  nearly  so  rigid  and  secure  a  bond  for  the  lagging  as  is  a 
good  yoke. 

The  form  shown  by  Fig.  180  is  an  extreme  example  of  nailed 
construction  throughout,  no  yokes  or  clamps  being  used.  It 
was  used  in  constructing  a  factory  building  in  New  York  City. 
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Horizontal  lagging  nailed  to  vertical  studs  was  used  for  all 
four  sides ;  three  sides  were  built  up  full  height  and  the  fourth 
side  was  placed  a  board  at  a  time  as  concreting  progressed. 
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Fig.  181.— Form  for  T-Sectlon  Wall  Column. 

This  form  required  7^  ft.  B.  M.  of  lumber  per  foot  length 
of  i2-in.  column,  which  is  probably  about  as  low  in  lumber  as 
column  form  construction  can  be  got.     The  labor  of  tearing 
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Fig.  182. — ^Form  for  Corner  Wall  Colunm. 

down  and  re-erecting  the  form  would  be  high  as  also  would 
the  waste  of  lumber.  Nailed  forms  of  this  type  are  rarely 
used. 
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The  form  shown  by  Fig.  i8l  was  used  for  molding  T-sec- 
tion  wall  columns  for  a  power  station.  It  is  noteworthy  for 
its  section ;  because  of  the  provision  for  molding  grooves  in 
the  two  sides  to  which  the  curtain  walls  join,  and  because  of 
the  manner  in  which  three  of  th?  eight  sides  were  built  up  as 
the  concreting  progressed.  The  sides  a  b  c,  d  e  and  f  g  h  were 
erected  in  full  column  units  and  the  sides  c  d,  e  f  and  h  a  were 
erected  in  sections  2  ft.  high  as  concreting  progressed.  The 
yokes  were  spaced  2  ft.  apart.     Using  i^-in.  stuff  for  yokes 


Fig.  IBl.— Core  Form  tor  Hollow  Column. 
and  lagging  tills  form  as  built  required  about  16  ft,  B.  M.  per 
foot  length  of  column.     Except  for  the  beveling  of  the  mold 
for  the  curtain  wall  recesses,  the  framing  is  all  plain  saw  and 
hammer  work. 

A  corner  wall  column  form  is  shown  by  Fig.  182  and  as  this 
was  an  example  of  hollow  column  work  the  section  of  the 
concrete  within  the  form  is  shown.  Forms  of  this  shape  and 
of  T-section  are  properly  classed  as  special  form  work  so  that 
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the  examples  given  here  are  helpful  merely  as  indicating 
general  methods' that  may  be  followed.  This  particular  form 
required  15^  ft.  B.  M.  of  J^-in.  lagging  per  foot  of  column 
length,  and,  neglecting  the  special  top  frame,  about  16  ff. 
B.  M.  of  "staging"  per  foot  to  support  the  lagging.  The  core 
forms  for  molding  the  hollow  spaces  in  the  columns  of  this 
particular  building  are  shown  in  Fig.  183.  The  cross  pieces  or 
keys  carried  on  the  5^-in.  bolts  as  pivots  are  revolved  a  quarter 
turn  to  slip  clear  of  the  slots  and  permit  the  sides  to  close  to- 
gether and  free  the  core  for  withdrawal.  In  many  cases  the 
contractor  will  find  it  preferable  to  use  thin  sheet  metal  core 
molds  or  light  wooden  cores  and  leave  them  in  place.  In  one 
case  known  to  the  authors  where  hollow  wall  columns  were 


Fig.  184. — Form  for  Large  Rectangular  Columns. 

used  as  hot  air  ducts  for  a  heating  system  the  duct  was  laid 
up  of  one  row  of  bricks,  encircled  by  the  column  form  and  the 
annular  space  concreted  around  the  brick  duct  as  a  core.  The 
rare  use  of  irregular  columns  makes  form  and  core  construe- 
tion  for  them  a  special  problem  requiring  special  detailed  esti- 
mates in  each  case.  The  channel  section  wall  column  form 
shown  by  Fig.  230  is  a  case  in  point;  here  the  form  became 
practically  a  portable  mold  for  duplicating  columns  as  many 
times  as  was  desired. 

As  an  example  of  form  work  for  very  large  columns  or 
pillars  that  shown  by  Fig.  184  is  particularly  good;  it  was 
used  for  constructing  eight  3-ft.  square  pillars  for  a  water 
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tank  tower.  The  lagging  consists  of  four  panels  made  by 
nailing  horizontal  boards  to  vertical  studs.  The  panels  are 
clamped  together  by  rectangular  yokes  spaced  3  ft.  apart. 
There  are  nearly  27^2  ft.  B.  M.  of  lumber  per  foot  length  of 
3-ft.  column  in  this  form. 

The  form  shown  by  Fig.  185  was  used  by  Mr.  R.  W.  Max- 
ton  in  constructing  a  large  factory  building  at  St.  Louis,  Mo., 
and  is  notable  for  the  means  adopted  for  centering  the  forms 
and  for  reducing  their  lateral  dimensions  to  fit  them  for 
molding  the  decreasingly  smaller  columns  of  the  upper  floors. 


FlB.  185.— Adjustable  Form  for  Rectangular  Columna. 
To  center  the  forms  the  short  angles  A  A  are  molded  into  the 
concrete  so  as  to  project  slightly  above  the  tops  of  the  floor 
slab.  Also  the  pieces  of  wood  C  are  molded  into  the  floor 
slab.  The  form  is  set  over  the  angles  and  lined  up  truly  by 
nailing  the  blocks  B  to  the  blocks  C.  It  will  be  noticed  also 
that  the  column  mold  bears  only  at  the  four  corners  the  lag- 
ging being  cut  away  somewhat  on  each  side  so  as  to  afford  an 
opening  for  cleaning.  The  lagging  for  the  sides  of  the  col- 
umn mold  is  battened  together  to  form  four  units  or  panels 
which  arc  held  together  by  iron  clamps  of  the  form  shown. 
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Lag  screws  are  used  everywhere  in  place  of  nails.  The 
notable  feature,  however,  is  the  piecing  out  of  the  lagging 
panels  with  i-in,  strips,  one  or  more  of  which  can  be  ripped 
off  on  each  side  to  reduce  the  size  of  the  forms  as  the  columns 
grow,  smaller  toward  the  top  of  the  building. 

Polygonal  Columns. — Forms  for  polygonal  columns  require 
more  lumber  and  more  carpenter  work  and  are  less  susceptible 
of  ready  arrangement  into  units  than  forms  for  rectangular 
columns.  There  is  no  approach  to  a  uniform  practice  in  their 
construction  and  the  few  forms  shown  here  are  merely  specific 
examples. 


r  Ootngonat   Coli 


Section  A'B 
Factory  Building. 


The  form  shown  by  Fig.  i86  was  used  for  interior  columns 
of  octagonal  section  with  hooped  reinforcement  for  a  factory 
building.  This  form  for -a  i2-ft.  octagonal  column  24  ins, 
across  between  sides  requires  approximately  325  ft.  B,  M. 
of  lumber.  The  form  shown  by  Fig.  187  was  used  by  the 
same  engineer  in  another  building;  it  is,  as  will  be  noted,  in 
four  units  coming  apart  in  joints  at  diagonally  opposite  cor- 
ners. This  form  for  an  octagonal  column  18  in.  across  between 
sides  required  about  13  ft.  B,  M,  of  lumber  per  foot  of  col- 
umn length,  with  yokes  spaced  3'/^  ft,  apart. 
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The  form  shown  by  Fig.  i88  was  used  in  a  large  warehouse 
at  Chicago,  111.  It  will  be  noted  from  the  dotted  lines  that  one 
yoke  clamps  the  sides  a  a,  the  next  the  sides  b  b  and  so  on. 
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Fig.  187.— Form  for  Octagonal  Column  for  Factory  Building. 

This  does  away  with  triangular  blocking  to  hold  the  corner 
boards  that  is  used  in  the  form  shown  by  Fig.  187.  Six 
pairs  of  yokes  were  used  for  each  column  so  that  the  yoke 
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Fig.    188. — ^Form  for  Octagonal  Column  for  a  Warehouse,  Chicago,  HI. 

spacing  was  about  2  ft.  With  2x6-in.  yokes  and  i^^-in  lag- 
ging a  form  for  a  column  18  ins.  between  sides  would  require 
some  17  ft.  B.  M.  per  foot  of  column  length. 
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Circular  Columns. — Circular  columns  have  been  most  fre- 
quently molded  in  steel  forms,  and  these  are  by  all  odds  the 
best  for  general  work.  Made  in  two  parts  of  sheet  steel  and 
in  sections  that  are  set  end  to  end  one  on  another  a  form  is 
obtained  which  is  easy  to  erect,  remove  and  transport.  Wood 
forms  for  circular  columns  are  rather  clumsy  affairs  and  are 
expensive  to  construct.  Such  a  form.  Fig.  190,  is  described  in 
the  succeeding  section;  another  is  shown  by  Fig.  189.  This 
form  was  used  successfully  for  filling  and  encasing  steel  col- 
umns for  a  fireproof  building  in  Chicago,  HI.,  and  is  a  favorite 
circular  form  construction  in  Europe.  It  is  apparent  that 
the  hooping  needs  to  be  very  heavy  and  that  the  form  is  one 
that  will  be  hard  to  handle  and  rather  expensive  to  make. 

In  several  instances,  where  hooped  reinforcement  has  been 
used,  the  hooping  has  been  wrapped  with,  or  made  of,  ex- 
panded metal  or  other  meshwork,  and  the  concrete  deposited 


FlfiT.  189.— Form  for  Circular  Column. 

inside  the  cylinder  thus  formed,  without  other  form  work. 
A  six-story  factory  building  in  Brooklyn,  N.  Y»,  was  built 
with  circular  interior  columns  from  28  ins.  to  12  ins.  in  diam- 
eter, reinforced  by  a  cylinder  of  No.  10  3-in.  mesh  expanded 
metal,  stiffened  lengthwise  by  four  round  rods  i  in.  in  diam- 
eter for  larger  columns  to  ^  in.  in  diameter  for  smaller 
columns.  This  reinforcement  was  set  in  place  and  wrapped 
with  No.  24  J/2-in.  mesh  metal  lath,  and  the  cylinder  was  filled 
with  concrete  and  plastered  outside.  A  moderately  dry  con- 
crete is  essential  for  such  construction. 

The  method  of  molding  shells  with  the  hooping  embedded 
described  for  the  Bush  terminal  factory  work  in  another  sec- 
tion is  another  way  of  avoiding  form  work  of  the  usual  type. 

Light  steel  forms  as  well  as  the  special  construction  noted 
must  be  supplemented  by  staging  to  hold  them  in  line  and  to 
carry  the  ends  of  the  girder  forms  that  are  ordinarily  carried 
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by  the  column  forms.  Four  uprights  arranged  around  the  col- 
umn so  as  to  come  under  the  connecting  girders  are  com- 
monly used ;  they  are  set  close  enough  to  the  column  to  hold 
the  form  plumb  by  means  of  blocks  or  wedges. 

Ornamental  Columns. — Forms  for  ornamental  columns 
call  for  special  design  and  construction.  For  many  purposes, 
such  as  porch  and  portico  work,  the  best  plan  is  to  mold  the 
columns  separately  and  erect  them  as  stone  columns  of  like 
character  are  erected.  Metal  forms  of  various  patterns  are- 
made  by  firms  manufacturing  concrete  block  molds  and  can 
be  purchased  from  stock  or  made  to  order.  Where  the  column 
is  to  be  molded  in  place  form  construction  becomes  a  matter 
of  pattern  making,  the  complexity  and  cost  of  which  depends 
entirely  upon  the  architectural  form  and  ornament  to  be  re- 
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Fig.  190.— Form  for  Molding  Fluted  Cylindrical  Column. 

produced.  The  molding  of  ornament  and  architectural  forms 
in  concrete  is  discussed  in  Chapter  XXIII,  and  the  two  ex- 
amples of  ornamental  column  form  work  given  here  from 
recent  work  indicate  the  task  before  the  builder. 

The  form  shown  by  Fig.  190  was  used  for  molding"  in  place 
fluted  columns  used  in  a  court  house  constructed  at  Mineola, 
N.  Y.  The  lagging  in  the  form  of  staves  forms  a  24-sided 
polygon  and  is  held  in  position  by  hoops  and  yokes.  The 
molds  for  the  flutes  were  formed  by  inserting  screws  from  the 
outside  so  as  to  penetrate  the  staves  and  molding  half-roimd 
ribs  of  plaster  of  Paris  over  them  by  means  of  the  simple 
device  shown.  To  dismantle  the  form  the  screws  were  re- 
moved and  the  lagging  taken  down  leaving  the  plaster  of 
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Paris  in  place  as  a  protection  to  the  thin  edges  until  the  final 
finishing  of  the  building. 

The  methods  illustrated  by  Fi'g.  191  were  employed  in  mold- 
ing columns  in  place  for  a  church  at  Oak  Park,  111.  The  bot- 
tom portions  of  these  columns  were  plain  square  sections 
molded  in  place  in  square  molds.  The  top  portions  were 
heavily  paneled.  The  four  corner  segments  were  cast  in  glue 
molds  backed  by  wood  with  wires  embedded  as  shown.  After 
becoming  hard  they  were  set  on  end  on  the  plain  column  and 
tied  and  braced  as  shown.  The  side  openings  were  then 
closed  by  wooden  forms  and  the  interior  space  was  filled 
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Pig:.  191.— Form  for  Ornamental  Column  for  Church  at  Oak  Park,  \\\. 

with  concrete.  The  surface  facing  for  these  columns  was 
bird's-eye  gravel  and  cement,  with  very  little  sand,  mixed 
very  dry  and  placed  and  tamped  with  the  coarse  concrete 
backing. 

SLAB  AND  GIRDER  FORMS.— Slab  and  girder  construc- 
tion for  roofs  and  floors  is  of  three  kinds:  (i)  Concrete  slab 
and  steel  beam  construction  in  place;  (2)  concrete  slab  and 
girder  construction  in  place  (3)  separately  molded  slab  and 
beam  construction.  The  third  method  of  construction  is  dis- 
tinct from  the  others  in  respect  to  form  v^ork  as  well  as  other 
details  and  is  considered  separately  in  Chapter  XX. 
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Slab  and  I>Beatn  Floors. — Centers  for  floor  slabs  between 
steel  I-beams  are  made  by  suspending  joists  from  the  beam 
flanges  and  covering  them  with  lagging.  Frequently  the 
joists  and  lagging  are  framed  together  into  panels  of  con- 
venient size  for  carrying  and  erecting.  The  construction  is  a 
simple  one  in  either  case  where  slabs  without  haunches  or 
plain  arches    form  the    filling  between    beams.     Figure  192 
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Fig.  192.~Fonii   for  Arch  Slab   Between  I-Beami. 

shows  an  arch  slab  center;  plain  hook  bolts,  with  a  nut  on  the 
lower  end,  passing  through  holes  in  the  joists  are  more  com- 
monly employed.  For  i-in.  lagging  the  joist  spacing  is  2  ft., 
for  ij^-in  lagging,  4  ft.,  and  for  2-in.  lagging,  5  ft. 

A  more  complex  centering  is  required  where  the  slab  has  to 
be  haunched  around  the  I-beams;  The  center  shown  by 
Fig.  193  was  designed  by  Mr.  W.  A.  Etherton  for  the  floor 


Fl».  19!.— Form  for  Flat  Slab  Floor  Between  I-Beatns. 
construction  of  the  U.  S.  Postoffice  Building  erected  at  Hunt- 
ington, W.  Va.,  in  1905.  The  center  consists  essentially  of 
the  pieces  A  {2x  4  ins.  for  spans  not  exceeding  6  ft.)  and  the 
2  X  3-in.  triggers  B,  which  rest  on  the  lower  flanges  of  the 
floor  beams  and  thus  support  the  forms.  The  trigger  is 
secured  at  one  end  to  the  piece  ^  by  a  i  x  3-in.  cleat  C  and  at 
the  other  end  by  r  x  3-in.  cleats  D  on  either  side  of  A,  which 
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serve  also  as  supports  for  the  batter  boards  £.  The  six- 
penny nail  F  is  but  partly  driven  and  it  is  to  be  drawn 
before  removing  the  forms.  When  the  supports  of  the  beams 
are  not  fire-proofed  the  cleats  D  extend  to  the  bottom  of  the 
trigger  B,  but  otherwise  one  cleat  extends  lower  to  secure  the 
cross-strip  G,  To  remove  the  forms,  draw  the  partly  driven 
nail  F;  knock  off  the  strip  G  or  loosen  it  enough  to  draw  the 
nails  in  B;  pull  the  triggers  on  one  beam,  and  the  forms  will 
drop.  If  the  soffit  board  H  is  used  it  is  necessary  first  to  re- 
move the  strip  G,  For  larger  beams  use  the  spacing  blocks  H  as 
shown;  for  smaller  beams  omit  the  trigger  B  and  extend  A  to 
rest  on  the  flange  of  the  beam,  then  to  remove  the  form  A  must 
be  cut  preferably  near  the  beam. 

No  complete  records  of  the  cosi  of  these  forms  were  ob- 
tained, but  the  following  partial  information  is  furnished  by 
Mr.  Etherton :  **Considering  a  panel  6  ft.  span  by  19  ft.  long 
on  15-in.  I-beams,  the  lumber  consisting  of  i-in.  boards  sup- 
ported by  2  x  4-in.  cross-pieces  on  2  x  3-in.  triggers  spread  3  ft. 
on  centers,  soffit  of  beams  not  fireproofed,  it  required  one  car- 
penter five  hours  at  30'  cts.  per  hour  to  complete  the  panel. 
Figuring  from  this  alone  I  should  say  that  10  cts.  per  sq.  yd. 
is  a  fair  estimate  for  carpenter  work.  In  working  over  the 
forms  for  another  floor  the  i-in.  boards  require  more  time  to 
handle  and  I  should  say  that  the  saving  in  cost  of  work 
over  the  first  floor  would  be  not  over  2  cts.  per  sq.  yd.  Two 
laborers  moved  their  scaffoldings  and  took  down  the  forms 
from  three  completed  panels  of  13  sq.  yds.  each  in  one  hour. 
Smaller  panels  require  a  longer  time  per  yard.  Counting  for 
the  proper  piling  of  lumber  I  should  allow  one  hour  for  one 
man  to  take  down  the  forms  for  a  13-sq.  yd.  panel  when  condi- 
tions are  the  best.  We  contracted  with  two  laborers  to  re- 
move the  forms  from  the  third  floor  and  roof  and  pile  them  in 
good  shape  on  the  ground  just  outside  of  the  building  for  an 
amount  averaging  about  4j4  cts.  per  sq.  yd.,  and  the  men 
made  but  small  wages  on  the  contract.  The  lumber  was  used 
on  three  floors  and  the  roof,  and  the  best  of  the  i-in.  boards 
and  all  of  the  2  x  4-in.  and  2  x  3-in.  stuff  were  used  on  a  second 
job.  For  a  safe  estimate  based  on  the  data  secured  I  should 
figure  the  cost  of  labor  and  materials  for  a  three  or  four- 
story  building  about  as  follows : 
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Per  sq.  yd. 

Lumber  at  $20  per  thousand 28  cts. 

Carpenter  work  at  30  cts,  per  hour 10  cts. 

Labor  tearing  down  at  15  cts.  per  hour 4  cts. 

Total  per  square  yard 42  cts. 

Figure  194  shows  an  arrangement  of  centering  between 
steel  beams  which  is  novel  in  that  it  provides  for  molding  a 
slab  with  girders.  The  form  was  used  in  building  the  roof  of 
a  locomotive  roundhouse.  This  roundhouse  was  of  the  usual 
circular  form  and  had  a  radial  width  of  80  ft.  Each  radial 
roof  girder,  which  was  an  i8-in.  I-beam  was  carried  by  an 
outside  wall  pier  and  three  I-beam  columns  encased  in  con- 
crete. The  space  between  main  roof  girders  was  spanned  by 
reinforced  concrete  girders  and  roof  slab.     The  center  illus- 
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Tig.   194.— Form  tor  Slab  and  Girder  Floor  Between  I-BeamB. 

trated  was  employed  for  molding  the  concrete  girders  and  slab, 
and  carries  out  the  idea  of  making  a  stiff  and  light  center  for 
considerable  spans  of  slab  without  support  by  staging.  The 
truss  construction  of  the  frames  supporting  the  girder  box 
will  be  noted. 

Concrete  Slab  and  Girder  Floors. — The    construction    of 

forms  for  this  type  of  floor  should  be  such  that  the  slab  cen- 
ters and  the  sides  of  the  girder  molds  can  be  removed  without 
disturbing  the  bottoms  of  the  girder  molds.  This  permits  the 
beams  to  be  supported  as  long  as  desirable  and  at  the  same 
time  releases  the  greater  part  of  the  form  work  for  use  again. 
It  is  of  advantage  also  to  lay  bare  the  concrete  as  soon  as 
possible  to  the  hardening  action  of  the  free  air.  The  slabs 
may  be  similarly  supported  by  uprights  wedged  up  against 
plank  caps;   no  very  great  amount  of  lumber  is  required  for 
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this  staging  and  it  gives  a  large  assurance  of  safety.  It  is  well 
also  to  give  the  girder  molds  a  camber  or  lo  crown  them  to 
allow  for  settling  of  the  falsework. 

The  form  shown  by  Fig.  195  was  used  in  constructing 
girders  from  14  to  23  ft.  long  in  a  factory  building  at  Cincin- 
nati, O,     The  sides  are  separate  from  the  bottom,  being  sup- 


Tig.  ISS.— Girder  and  Slab  Form  tor  Factory  Building,  ( 
ported  at  the  ends  by  cleats  on  the  column  form  and  at  inter- 
mediate points  by  struts  under  the  yokes.  The  floor  lagging 
is  carried' by  2x4-in.  stringers  supported  by  the  yokes.  Up- 
rights set  under  the  bottom  plank  keep  the  girder  supported 
after  the  sides  and  slab  centers  are  removed.  It  will  be  noted 
that  the  form  is  given  a  camber  of  i-in.  The  structural  details 


Pig.  19«.— Olrder  and  Beam  Forma  for  Paclory  Buildini,  Beverly,  Maaa. 
are  evident  from  the  drawing.  The  fcrm  shows  a  method  of 
molding  a  bracket  for  wind  bracing;  a  simple  modification 
fits  it  for  molding  girders  without  brackets.  A  rough  compu- 
tation gives  10  ft.  B.  M.  of  lumber  per  lineal  foot  of  girder 
form  as  shown. 
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The  form  construction  shown  in  Fig.  196  was  employed  in 
building  the  slab  and  girder  floors  for  the  United  Shoe  Ma- 
chinery Co/s  factory  at  Beverly,  Mass.  In  these  buildings  the 
main  girders  cross  the'building  at  20-ft.  intervals  and  midway 
between  the  main  girders  is  a  bridging  beam  also  reaching 
across  the  building.  Floor  beams  span  the  lo-ft.  spaces  be- 
tween bridging  beams  and  main  girders  at  intervals  of  3  and 
4  ft.  Referring  first  to  the  main  girder  form,  tall  horses  are 
set  up  at  3-ft.  intervals  and  connected  by  stringers  laid  on 
the  caps.  These  stringers  carry  a  cross  piece,  with  a  cleat 
at  each  end,  over  each  horse.  The  bottom  boards  of  the  mold 
rest  on  these  cross  pieces  and  the  side  pieces  are  set  up  be- 
tween verticals  wedged  tight  between  the  cleats.  The  beam 
molds  are  a  modification  of  the  girder  molds.    The  slab  centers 
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Fig.  197.— Girder  and  Slab  Form  for  Concrete  Building  Work. 

consist  of  panels  just  large  enough  to  span  the  openings 
between  beams  and  girders  and  composed  of  i-in.  boards 
fastened  together  by  four  i  x  5-in.  cleats.  Except  in  attach- 
ing the  quarter  round  and  triangular  moldings  for  fillets  no 
nailing  is  necessary  in  erecting  and  taking  down  the  forms. 

The  form  construction  shown  by  Fig.  197  is  one  used  by  a 
large  firm  of  reinformed  concrete  builders.  The  slab  centers 
can  be  struck  and  the  sides  of  the  girder  mold  removed  with- 
out disturbing  the  support  for  the  bottom  of  the  beam.  This 
form  runs  quite  low  in  lumber,  requiring  for  a  9  x  12-in.  beam 
box  including  posts  some  9  ft.  B.  M.  per  lineal  foot  of  box. 
The  joists  and  lagging  as  ^hown  require  about  2  ft.  B.  M.  per 
square  foot  of  floor  slab.  The  practice  is  to  give  these  girder 
boxes  a  camber  of  '/2-in.  in  10  ft. 
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The  construction  ?hown  by  Fi};.  193  is  designed  to  provide 
adjustability,  to  enable  quick  erection  and  removal  and  to  do 
away  with  all  nailing.  The  construction  is  as  follows :  Wood- 
en posts  carry  at  their  tops  steel  T-beam  cross-arms  knee 
braced  to  the  posts  by  steel  straps.  The  cross-arms  carry  the 
two  jaws  of  a  clamp,  each  consisting  of  a  vertical  plate, 
and'  two  diagonal  braces,  slotted  so  as  to  slide  on  the 
T-beam.  A  cut  nail  or  other  piece  of  metal  driven  into  the 
slots  fastens- the  jaws  on  the  T-beam.  The  cross-arms  carry 
the  bottom  boards  of  the  girder  molds  and  the  vertical  plates 
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FlK-  I9S.— Oirder  and  Slab  Form  tor  Warehouse  at  SI.  Paul.  Hlnn. 

of  the  jaws  support  the  side  pieces,  A  blocking  piece  slipped 
between  the  braces  carries  the  end  of  the  joist  for  the  floor 
slab  centers.  This  form  is  the  invention  of  Mr.  W.  H.  Dillon . 
and  was  used  in  constructing  the  nine-story,  26oxi50-ft. 
wholesale  hardware  store  of  Farwell,  Osman  &  Kirk  Co.,  St. 
Paul,  Minn. 

The  form  shown  by  Fig.  199  was  used  in  constructing  a 
factory  building  in  Long  Island  City,  K.  Y.,  and  it  is  given 
here  chiefly  for  the  purpose  of  exhibiting  the  unnecessary  com- 
plexity  of  form  work.     Comparing  this  form  with   that  of 
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nearly  any  of  the  preceding  designs  will  bring  out  the  point. 
The  design,  however,  was  one  of  the  earlier  ones  to  recognize 
the  advantage  of  stripping  the  slab  centers  and  the  sides  of  the 
girder  boxes  without  disturbing  the  bottom  plank  of  the 
boxes  or  the  staging.  The  drawing  shows  the  independent 
support  of  the  bottom  board  and  side  pieces  of  the  girder' 
mold  on  the  transverse  caps  of  the  staging  posts.  These 
posts  are  6x8  ins.  in  section  and  are  spaced  from  6  to  8  ft. 
apart.  Briefly  described  the  bottom  board  is  a  single  plank 
from  I  to  3  ins.  thick,  to  which  the  side  pieces  are  lag-screwed 
at  the  bottom.  The  side  pieces  are  panels  composed  of  4  x  %■ 
in.  vertical  boards  nailed  to  top  and  bottom  2x4-in.  horizontal 
timbers.  A  third  horizontal  timber  near  the  top  serves  as  a 
seat  for  the  ends  of  the  joists  carrying  the  slab  lagging  and 
is  braced  from  the  bottom  horizontal  by  vertical   stiffeners. 


FlB,  199.— Girder  and  Slab  Form  for  Factory  BulldlDB,  New  York,  N.  T. 

The  eldge  boards  of  the  slab  lagging  are  nailed  to  the  top 
edges  of  the  side  pieces  of  the  girder  mold  and  the  tops  of 
these  side  pieces  are  connected  across  the  trough  by  strips  of 
board ;  all  the  slab  lagging  boards  except  those  at  the  edges 
of  the  girder  molds  are  laid  loose.  In  the  building  referred  to, 
after  the  floor  concrete  had  set  about  seven  days  the  joists 
carrying  the  slab  lagging  were  turned  a  quarter  over  thus 
dropping  the  slab  form  about  2  ins.  A  few  days  later  the 
joists  and  lagging  were  taken  down  and  the  side  pieces  of  the 
girder  mold  were  unscrewed  and  removed.  The  bottom  board 
and  staging  posts  were  left  in  position  about  three  weeks 
longer  and  then  dropped  about  i  in.  by  removing  fillers  from 
the  staging  post  caps.  In  another  week  the  bottom  boards  and 
staging  posts  were  taken  down.     This  construction  of  form 
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and  method  of  removing  it  permitted  the  concrete  to  be 
stripped  so  that  the  air  could  get  at  it  as  fast  as  it  was  safe  to 
take  the  support  from  any  part  and  at  the  same  time  kept  the 
supports  in  such  position  that  they  form  a  safety  platform  in 
case  of  collapse.  A  more  important  advantage  is  that  the  form 
timber  can  be  removed  as  fast  as  any  part  of  it  is  free  and 
used  again.  Thus  the  lagging  boards  and  joists  and  the  side 
pieces  for  the  girder  molds  were  free  for  use  again  about  every 
two  weeks  and  yet  the  main  supports  of  the  girders  were  un- 
disturbed until  they  were  fully  a  month  old. 

Other  examples  of  girder  and  slab  forms  are  shown  in  the 
succeeding  sections  describing  the  construction  of  a  six-story 
building  and  of  a  garage  constructed  at  Philadelphia,  Pa. 

Another  type  of  slab  and  girder  form  construction  that  de- 
serves brief  mention  because  of  its  variation  from  usual  prac- 
tice and  also  because  of  its  extensive  use  by  one  prominent 
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Fig,  200.— Collapsible  Core  Forms  for  Girder  and  Slab  Floors. 

builder  is  shown  by  Fig.  200.  Cores,  or  inverted  boxes,  with 
four  vertical  sides  and  rounded  corners,  are  set  side  by  side, 
with  ends  on  stringers  carried  by  the  column  forms,  at  inter- 
vals wide  enough  to  enable  the  beam  to  be  molded  between. 
A  plank  resting  on  cleats  on  the  sides  of  the  cores  forms  the 
bottom  of  the  beam  mold.  The  main  girders  are  molded  in 
similar  spaces  between  the  ends  of  the  cores  in  one  panel  and 
of  those  in  the  next  panel.  To  permit  the  core  to  be  loosened 
readily  it  is  hinged;  when  in  place  spacers  inside  the  core 
keep  the  sides  from  closing.  These  are  knocked  out,  the  core 
sides  close  together  and  the  core  is  removed  for  use  in  another 
place.  Cores  similar  to  these  were  used  in  molding  the  ribbed 
floor  for  the  Bush  terminal  factory  building  described  in  a 
succeeding  section.  These  cores  are  capable  of  repeated  use 
so  that  while  they  are  somewhat  expensive  to  frame  they  give 
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a  very  low  cost  of  form  work  when  the  beam  and  girder  spac- 
ing is  arranged  largely  in  duplicate  from  floor  to  floor.  It  will 
ordinarily  be  cheaper  to  have  these  cores  made  to  pattern  by 
regular  woodworking  shops,  and  shipped  to  the  building  ready 
to  erect. 

WALL  FORMS. — Wall  work  in  modern  commercial  and 
manufacturing  buildings,  when  we  come  to  eliminate  windows 
and  wall  columns  and  girders,  is  confined  very  largely  to  iso- 
lated curtain  wall  panels  between  windows  and  framework. 
In  such  buildings,  therefore,  wall  forms  consist  merely  of 
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Fig.  201.— Contlnuf.us  Form  for  Wall  Construction. 

wooden  panels,  one  for  each  face  of  the  wall,  constructed  to 
fit  the  spaces  to  be  walled  up.  Where  these  spaces  are  dupli- 
cated from  bay  to  bay  or  story  to  story  the  same  form  panels 
will  serve  repeatedly.  For  residences  and  other  buildings 
having  greater  proportionate  area  of  blank  wall  the  builder  has 
a  choice  between  continuous  forms  carried  by  staging  and 
movable  panel  forms. 

For  one  and  two-story  buildings,  with  the  usual  variation  in 
architectural  detail,  panel  work  and  window  work,  the  con- 
tinuous form  has  many  advantages,  and  the  superior  economy 
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of  movable  panels  in  retaining  and  other  plain  wall  work  is  by 
no  means  always  true  here.  One  good  type  of  continuous 
wall  form  construction  is  shown  by  Fig.  201.  The  gallows 
frames  are  spaced  about  6  ft.  apart  along  the  wall  and  con- 
nected by  horizontal  stringers  nailed  to  the  uprights  or  by 
diagonal  bracing.  Each  frame  may  be  made  up  of  6x6-in. 
posts  connected  by  2x4-in.  cross-struts  and  diagonals  with 
bolted  connections  so  that  the  frame  can  be  taken  down  and 
put  together  easily  and  so  that  the  bracing  can  be  removed 
as  the  wall  is  built  upward.     The  other  details  of  the  form 


Fig.  202.— SecUonal  Form  for  Wall  Construction. 

work  are  shown  by  the  drawing.  This  construction  leaves  a 
clear  space  for  placing  the  concrete  and  the  cross  pieces  give 
support  to  runways;  it  has  been  successfully  used  in  a  large 
amount  of  low  building  work. 

Movable  panel  forms  are  of  great  variety  in  detail  but  are 
generally  of  either  one  or  the  other  types  shown  by  Figs. 
202  to  204. 

The  form  shown  by  Fig.  202  was  used  in  constructing  a 
church  at  Oak  Park,  111.  For  the  back  of  the  wall  it  consists 
of    continuous  lagging  held  by  2x4  studs.     For    the    face 
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ix6-in.  lagging  12  ft.  long  was  nailed  to  2x4-in,  studs  to 
form  panels.  It  will  be  noted  that  the  ends  of  the  studs  are 
scarfed  so  as  to  interlock  in  succeeding  panels.  This  construc- 
tion also  shows  a  method  of  supporting  the  reinforcing  bars 
inside  the  form. 

The  form  shown  by  Fig.  203  was  used  in  constructing  a 
large  factory  building,  and  consisted  of  two  side  pieces  of 
panels  3  ft.  high  and  16  ft.  long,  the  distance  between  wall 
columns.  For  the  first  course  these  were  seated  on  the  care- 
fully leveled  and  rammed  ground  and  securely  braced  by  in- 
clined or  horizontal  struts  inside  and  outside  of  the  building. 
After  the  concrete  had  set  for  three  days  the  molds  were 
loosened  and  lifted  until  the  lower  edges  were  2  ins   below 


Fig.  203.— SecUonaJ  Form  for  Wall  Conslructiiin. 
the  top  of  the  concrete  and  there  they  were  held  by  horizontal 
bolts  through  their  lower  edges  and  across  the  top  of  the 
concrete  by  ties  nailed  across  their  tops  every  3  ft.  and  by 
bracing  to  the  falseworks  supporting  the  column  and  floor 
forms.  The  cross  bolts  passed  through  pasteboard  sleeves 
which  were  left  permanently  embedded  in  the  wall.  By  start- 
ing the  molds  level  and  finishing  each  course  level  with  their 
tops  no  difficulty  was  had  in  keeping  the  forms  plumb  and  to 
level  as  they  were  moved  upward.  This  type  of  form  has  to 
be  exteriorly  braced  to  staging  or  adjacent  column  forms,  etc. 
The  type  of  movable  panel  form  shown  by  Fig.  204  depends 
for  all  support  on  the  wall  alone.  The  sketch  shows  the  form 
filled  ready  to  be  shifted  upward;   this  operation  consists  in 
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removing  the  bottom  bolts  and  loosening  the  top  bolts  enough 
to  premit  the  studs  to  be  slid  upward  the  full  length  of  tlie 
slots.  The  lagging  boards  left  free  are  then  removed  and 
placed  on  top  and  the  bolts  are  tightened,  completing  the  form 
for  another  section  of  wall. 


Fig.  204.— Movable  Panel  Form  for  Wall  Construction. 

A  type  of  wall  form  construction  intended  to  do  away  with 
studding  and  bracing  is  illustrated  by  Figs.  205  and  206.  In 
both  cases  metal  plank  holders  are  used  in  place  of  studs,  and 
practically  the  only  difference  between  the  two  is  in  the  shape 


Fig.  205.— Sullivan's  Plank  Holders  for  Wall  Forms. 

and  material  of  the  holders.  The  mode  of  procedure  is  to 
work  in  horizontal  courses  one  plank  high  around  the  wall, 
removing  the  bottom  plank  and  placing  it  on  top  as  each  new 
course  is  begun  after  the  first  few  courses  have  been  laid. 
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Using  the  arrangement  shown  by  Fig.  205  in  constructing  a 
building  100x54  ft.  in  plan  and  36  ft.  high  with  12-in.  walls, 
a  height  of  two  I2x2-in  planks  was  all  the  form  work  that 
was  ever  necessary  at  any  one  time,  so  that  the  amount  of 
form  lumber  required  for  the  building  was  2,464  ft.  B.  M.  plus 
205  ft.  B.  M.  of  2  X  4-in.  flooring  strip,  or  altogether  2,669  ^^• 
B.  M.,  or  0,24  ft.  B.  M.  per  square  foot  of  exterior  wall  surface, 
or  6J/2  ft.  B.  M.  per  cubic  yard  of  concrete.  This  same  form 
lumber  with  16  additional  plank  was  then  used  to  construct  a 
building  100  x  100  ft.  x  16  ft.  high,  so  that  some  3,000  ft.  of 
form  lumber  sufficed  for  17,548  sq.  ft.  (exterior  surface)  of 
wall  or  for  617  cu.  yds.  of  concrete  in  12-in.  wall,  which  gives 
0.17  ft.  B.  M.  per  square  foot  or  4.8  ft.  B.  M.  per  cubic  yard 
of  concrete. 
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Fig.  206.— Farrell's  Plank  Holders  for  Wall  Forma. 

ERECTING  FORMS.— The  organization  of  the  erecting 
gang  will  depend  very  largely  on  the  manner  in  which  the 
forms  have  been  constructed.  If  they  have  been  constructed 
in  sections  which  go  together  with  wedges  and  damps  com- 
mon laborers  with  a  foreman  carpenter  in  charge  to  direct 
and  to  line  and  level  the  work  will  do  the  erecting,  but  if  they 
have  to  be  largely  built  in  place  carpenters  are  necessary  for 
all  the  work  except  carrying  and  handing.  There  should  be 
at  least  one  foreman  for  every  15  to  20  men  and  a  head  fore- 
man in  charge  of  all  form  work.  The  mode  of  procedure  will 
differ  for  every  job,  but  the  following  general  directions  apply 
to  all  work  in  greater  or  less  measure. 


REINFORCED    CONCRETE    BUILDINGS.  461 

Clamps,  bolts  and  wedges  and  not  nails  should  be  used 
wherever  possible  in  assembling  parts  of  forms  in  erection; 
these  devices  are  not  only  quickly  and  easily  applied  in 
erection  but  they  are  just  as  quickly  and  easily  loosened  in 
taking  down  forms  and  they  can  be  loosened  without  jarring  J 
the  concrete  member.  / 

Lining  girder  forms  and  lining  and  plumbing  column  and 
wall  forms  is  high-class  carpenter  work  and  should  be  directed 
by  competent  carpenters.  A  column  or  girder  which  is  out  of 
line  or  plumb  not  only  looks  bad  but  may  be  required  to  be 
removed  and  corrected  by  the  engineer.  The  expense  for  one 
such  correction  will  be  many  times  that  which  would  have 
been  involved  by  proper  care  in  the  first  place. 

Supports  or  staging  for  the  forms  should  be  used  freely 
and  well  braced  in  both  directions.  Uprights  should  be  set  on 
wedges  and  bear  against  a  cap  piece  and  on  a  sill  piece  to 
distribute  the  load. 

Erect,  line  and  plumb  the  column  forms  first;  then  erect, 
line  and  level  the  girder  forms  and  set  the  girder  staging,  and 
finally  erect  and  level  the  slab  centers  and  their  supports. 

Leave  the  foot  of  each  column  form  open  on  one  side  at  the 
bottom  so  that  the  column  reinforcement  can  be  adjusted  and 
connected  up  and  so  that  a  clear  view  can  be  had  through 
the  form  to  detect  any  object  that  may  have  fallen  into  the 
form  and  become  wedged;  this  same  opening  makes  it  pos- 
sible to  clean  the  form. 

Give  the  forms  a  final  inspection  before  concreting  to  check 
line  and  level,  to  close  open  joints  and  to  tighten  up  clamps 
and  wedges.  Finally  clean  each  form  and  wet  it  down  thor- 
oughly before  placing  the  concrete — do  this  just  before  placing 
the  concrete. 

REMOVING  FORMS. — Good  judgment  and  extreme  care 
are  essential  in  removing  centers.  It  goes  without  saymg 
that  forms  should  never  he  removed  until  the  concrete  has  set 
and  hardened  to  such  strength  that  it  will  sustain  its  own 
dead  weight  and  such  live  load  as  may  come  upon  it  during 
construction.  The  determination  of  this  condition  is  the  mat- 
ter that  calls  for  knowledge  and  judgment.  Some  cements 
set  and  harden  more  rapidly  than  others,  and  concrete  hard- 
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ens  more  and  more  slowly  as  the  temperatue  falls.  These  and 
other  circumstances  must  all  be  taken  into  account  in  decid- 
ing upon  the  safe  time  for  removal.  Many  large  contractors 
mold  a  cube  of  concrete  for  each  day's  work  and  leave  it  stand- 
ing on  the  finished  floor  exposed  to  the  same  conditions  as 
the  concrete  in  the  forms;  examination  of  this  sample  block 
gives  a  line  on  the  condition  of  the  concrete  in  the  work  and 
on  the  probable  safety  of  removing  the  forms  at  any  time.  In 
all  cases  it  should  be  the  superintendent's  duty  to  determine 
when  to  remove  forms,  and  he  should  satisfy  himself  by  per- 
sonal inspection  that  the  concrete  is  in  condition  to  stand 
without  support.  It  is  also  wise  at  least  as  a  matter  of  precau- 
tion for  the  contractor  to  secure  the  engineer's  or  the  archi- 
tect's approval  before  removing  any  formwork. 

Care  in  removing  forms  is  essential  for  the  reason  that 
green  concrete  is  particularly  susceptible  to  injury  from  shock 
or  sudden  strain.  It  is  well,  therefore,  to  have  a  separate  gang 
always  doing  the  work.  These  men  will  in  a  few  days  become 
trained  under  an  experienced  foreman  so  that  they  will  not 
only  do  the  work  with  greater  safety  but  also  more  rapidly. 
This  gang  should,  furthermore,  be  required  to  follow  a  regu- 
lar system  in  its  work ;  a  system  which  may  not  be  departed 
from  without  direct  orders  from  the  superintendent.  An 
example  of  such  a  system  is  outlined  below. 

The  time  of  beginning  this  work  of  removal  shall  be  given 
by  the  superintendent.  In  warm,  dry  weather,  with  other  con- 
ditions favorable,  removal  may  be  begim  after  seven  days. 
Then  the  following  schedule  may  be  followed :  At  the  end  of 
seven  days  remove  the  sides  of  the  column  forms.  This  gives 
an  opportunity  to  determine  the  soundness  of  the  column 
casting  and  also  serves  the  further  desirable  purpose  of  baring 
the  concrete  to  the  curing  and  hardening  action  of  the  air.  Al 
the  end  of  14  days  loosen  the  wedges  of  the  posts  supporting 
the  slab  centers  and  drop  these  centers  a  couple  of  inches; 
leave  the  centers  in  this  position  for  another  day,  meanwhile 
examining  the  tops  of  the  slabs  to  note  their  condition.  Then 
remove  the  sides  of  the  beam  molds  and  the  slab  centers,  re- 
placing the  latter  with  temporary  uprights  supporting  a  plank 
bearing  against  the  underside  of  the  slab.  This  precaution  is 
often  neglected  and  with  very  little  reason  considering  the 
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importance  of  the  safeguard  thus  secured.  Ordinarily  the 
shores  need  not  be  left  in  place  more  than  a  week,  so  that  the 
amount  of  lumber  thus  tied  up  is  small.  At  the  end  of  three 
weeks  remove  the  uprights  under  the  beam  and  girder  molds 
and  strip  the  bottom  plank.  In  this  schedule  it  is  assumed 
tbat  the  floor  is  free  from  any  great  load  and  that  no  unusual 
loading  is  put  upon  it ;  if  a  load  of  any  consequence  is  to  come 
on  the  floor  the  shores  and  uprights  should  be  left  in  place 
longer.  No  schedule  of  removal  can  be  blindly  followed,  and 
that  given  above  is  certain  only  when  the  conditions  are  right 
and  as  stated. 

FABRICATION  AND  PLACING  OF  REINFORCEMENT. 

The  amount  of  reinforcing  steel  used  varies  from  50  lbs.  to 
275  lbs.  per  cu.  yd.  of  concrete ;  the  highest  figure  will  be  had 
only  in  very  heavy  work  and  where  very  heavily  reinforced 
raft  foundations  are  employed,  and  the  lowest  only  in  one- 
story  buildings  consisting  of  walls  and  roof.  A  fair  average 
is  perhaps  150  lbs.  per  cu.  yd.  The  cost  of  fabricating  and 
placing  reinforcement  will  run  from  j/^  ct.  to  1^2  cts.  per 
pound,  but  the  last  figure  is  exceedingly  high ;  }i  ct.  per  pound 
for  fabricating  and  placing  is  a  reasonable  labor  charge. 

Contractors  frequently  have  their  choice  whether  the  steel 
shall  be  fabricated  into  frames  and  placed  as  units  or  whether 
it  shall  be  placed  in  separate  bars.  For  girders  and  columns 
the  difference  in  cost  of  the  two  methods  is  not  so  very  great 
for  steel  in  place  when  the  fabrication  is  done  in  the  field. 
The  unit  frames  cost  considerably  more  than  separate  bars  to 
fabricate,  but  the  cost  of  handling  and  placing  them  in  the 
forms  is  materially  less;  on  an  average  the  differences  balance 
each  other.  Where  the  frames  are  made  up  in  regular  mills 
unit  frames  generally  cost  less  to  fabricate  and  place  than  do 
separate  bars.  The  use  of  unit  frames  in  wall  and  floor  slab 
reinforcement  is  generally  more  expensive  than  the  use  of  sep- 
arate bars.  The  chief  gain  that  comes  from  the  use  of  unit 
frames  is  the  gain  due  to  the  certainty  that  the  reinforcing 
bars,  stirrups,  etc.,  are  all  there  and  are  properly  spaced  and 
placed.  * 
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FABRICATION. — Fabrication  includes  all  the  work  nec- 
essary to  prepare  the  reinforcement  ready  to  place  in  the 
forms.  It  amounts  to  very  little  where  separate  bar  types  of 
reinforcement  are  used.  Plain  bending  and  shearing  opera- 
tions comprise  the  whole  task.  Where  the  beam  or  column 
reinforcement  has  to  be  made  up  into  complete  frames  which 
can  be  handled  and  placed  as  units  this  task  is  more  complex 
and  considerable  apparatus  is  essential  to  rapid  and  econom- 
ical work.  For  this  reason  it  is  wise  usually  to  contract  with 
some  metal  working  shop  to  assemble  and  connect  up  the 


Fig.  207. — Rack  for  Storing  Reinforcing  Bars. 

various  units  and  to  furnish  them  ready  for  installation.  In 
many  cases  these  unit  frame  types  of  reinforcement  are  pat- 
ented and  the  proprietors  contract  to  fabricate  and  furnish 
them  complete  according  to  the  plans  of  the  engineer  or  archi- 
tect. Even  where  the  frame  construction  is  not  so  con- 
trolled it  will  be  economy  generally  to  have  the  fabrication 
done  at  regular  shops  where  the  necessary  tools  and  skilled 
workmen  are  had.  In  any  case  the  bars  should  be  ordered  cut 
to  length  at  the  mill  so  far  as  possible. 
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Assuming  the  fabrication  to  be  done  in  the  field,  the  mode 
of  procedure  will  be  as  follows :  Order  the  bars  or  rods  to  be 
shipped  in  bundles  of  corresponding  sizes  and  lengths  of 
pieces  with  each  bundle  tagged  with  its  proper  shop  number 
or  mark.  The  bundles  should  weigh  about  200  lbs. ;  this  is  a 
load  easily  handled  by  two  men  and  so  long  as  possible  all 
handling  should  be  done  in  the  original  package,  for  when 
once  broken  it  is  very  hard  to  get  men  to  carry  a  full  load. 
As  received,  the  bars  of  each  size  and  length  should  be  stored 
by  themselves.  For  ordinary  bars  not  having  long  prongs  a 
rack  of  the  general  form  shown  by  Fig.  207  serves  the  pur- 
pose excellently.  When  a  great  deal  of  metal  must  be  kept 
stored  for  some  time  it  is  wise  to  roof  over  the  racks,  not  only 
to  protect  the  metal  from  rain  and  snow,  but  to  enable  the  men 
to  work  dry  shod  in  stormy  weather.  Usually  it  will  pay  to 
have  one  man  whose  sole  duty  it  is  to  receive  and  check  all 
metal  and  to  attend  to  its  systematic  arrangement  on  the 
racks ;  this  same  man  will  also  direct  the  removal  of  the  metal 
to  the  shop  where  it  is  bent  and  otherwise  worked  lip,  and 
can,  if  he  is  competent,  earn  his  pay  many  times  over  in  time 
saved  all  along  the  line  in  handling  and  working  up  the  rein- 
forcement. The  authors  have  seen  enough  time  wasted  in 
hauling  over  and  rehandling  metal  in  piles  to  get  at  what  was 
wanted  to  pay  for  shed,  racks  and  the  wages  of  a  storekeeper 
several  times  during  a  moderate  sized  job.  In  large  work  pro- 
vide the  storekeeper  with  a  schedule  showing  the  order  in 
which  the  metal  is  wanted  for  the  work  so  that  he  can  arrange 
it  in  that  order  and  can  check  up  his  receipts  from  the  mills 
and  report  missing  items  in  time  fot:  the  deficit  to  be  made  up 
before  some  part  of  the  work  has  to  be  stopped  because  of 
material  missing.  System  in  receiving  and  storing  the  metal 
is  absolutely  essential  to  rapid  and  accurate  work  at  the  bend- 
ing and  erecting  tables. 

The  work  done  on  the  metal  consists  chiefly  of  bending. 
The  metal  can  usually  be  bent  cold,  but  for  sizes  i^-in.  and 
upward  some  makes  of  bars  require  heating;  this  can  be 
done  by  laying  the  bars  side  by  side  on  the  ground  and  arrang- 
ing sticks  and  shavings  on  top  of  them  in  a  strip  18  ins.  to  2  ft. 
wide  across  the  portion  where  the  bend  is  to  be.  Only  mod- 
erate heating  is  usually  required.    Ordinary  bending  is  a  sim- 
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pie  process  and  can  be  done  with  very  simple  apparatus. 
Figures  208,  209  and  210  show  frequently  used  devices,  any 
of  which  can  be  made  by  an  ordinary  carpenter.  For  heavy 
bars,  lyi  and  2  ins.,  the  device  shown  by  Fig.  210,  with  its 
heavy,  swinging  beam,  is  particularly  efficient.  An  example 
of  more  elaborate  methods  is  had  in  the  following  description 
of  the  processes  employed  in  fabricating  girder  frames  and 
hooped  column  reinforcement  for  a  large  factory  building. 


3tBB. 


Fig.  208.— Table  for  Bending 
Reinforcing  Bars. 


Fig.  209.— Table  for  Bending 
Reinforcing  Bars. 


The  building  was  500  x  75  ft.,  with  six  stories  and  a  basement, 
built  for  the  Bush  Terminal  Co.,  Brooklyn,  N.  Y.,  in  1905. 
Three  longitudinal  rows  of  round  columns  and  two  rows  of 
rectangular  wall  columns  carry  heavy  longitudinal  girders 
supporting  floor  slabs  with  corrugated  undersides  as  shown 
by  Fig.  211,  which  also  shows  the  floor  slab  reinforcement. 
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Fig.  210.— Table  for  Bending  Reinforcing  Bars. 


About  12,000  cu.  yds.  of  concrete  and  1,000  tons  of  reinfordng 
steel  were  required;  hence  167  lbs.  of  steel  were  required  for 
each  cubic  yard  of  concrete.  The  floors,  however,  were  de- 
signed to  carry  a  load  of  800  lbs.  per  sq.  ft.  The  particular 
feature  of  interest  in  this  building  was  the  fabrication  of  all 
the  column  and  girder  reinforcement  into  unit  frames  and 
cylinders  in  temporary  workshops  on  the  site. 
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The  circular  interior  columns,  varying  from  30  ins.  to  12  ins., 
in  diameter  were  molded  in  permanent  shells  of  cinder  con- 
crete. The  shells  were  made  in 
sections  about  30  ins.  long, 
with  walls  i^  ins.  thick,  which 
were  set  one  on  another  with 
mortar  joints  to  form  the  col- 
umn mold.  In  fabricating  the 
shells  the  first  step  was  to  wind 
a  helix  of  steel  wire  on  a  col- 
lapsible mandrel  about  4  ft. 
long;  the  mandrel  was  set 
with  the  axis  horizontal  and 
was  revolved  by  hand,  the  wire 
being  fed  on  also  by  hand  and 
under  a  slight  tension.  After 
the  wire  helix  was  completed  it 
was  wrapped  with  a  sheet  of 

• 

expanded  metal,  the  longitudi- 
nal edges  of  which  lapped 
a  few  inches  and  were  tied  by 
wire  ties.  The  expanded  metal 
covering  was  also  wire  tied  to 
the  helix.  Each  of  these  cylin- 
ders of  expanded  metal  and 
wire  was  30  ins.  long  and 
formed  the  inner  mold  for  mak- 
ing the  shell.  The  outer  mold 
consisted  of  a  sheet  metal  cyl- 
inder in  two  parts  assembled 
and  supported  by  wooden 
yokes  and  framework.  The 
two  molds  were  assembled  on 
a  plank  platform,  one  inside 
the  other,  and  about  a  common 
center.  The  annular  space  was 
then  filled  with  a  1-5  cinder 
concrete  mixed  moderately  dry 
so  that  while  it  would  exude  slightly  through  the  expanded 
metal  mesh  it  would  not  waste  to  any  extent.    After  from  18 
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Figr.  211. — Column  and  Floor  Slab 
Construction  for  Factory  Building. 
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to  24  hours  the  outer  mold  was  removed  for  reuse  and  the 
shell  was  left  standing  on  the  molding  platform  until  safe  to 
handle.  The  larger  shells,  30  x  30  x  lyi  ins.,  weighed  about  150 
lbs.  each. 

Some  2,000,000  lbs.  of  plain  round  steel  rods  from  J4  i"-  to 
i^  ins.  in  diameter  were  required  for  reinforcing  the  con- 
crete. For  the  main  girders  these  rods  were  cut,  bent  and 
assembled  into  frames  or  trusses  which  were  placed  as  units. 
The  main  rods  were  ordered  cut  to  length,  but  the  stirrup  rods 
were  ordered  in  lengths  of  20  ft.  and  cut  to  lengths  as  re- 
quired.    The  rods  were  brought  to  the  worl'  in  carload  lots 


Fig.  212.— Device  for  Bending  Reinforcing  Boda. 
and  were  stored  according  to  lengths  and  sizes  in  racks  under 
sheds.  Another  shed  was  provided  for  the  steelworkers,  who 
cut  and  bent  the  rods  and  assembled  the  girder  frames  ready 
for  the  workmen  on  the  building.  There  were  about  50  dif- 
ferent patterns  of  frames  required.  They  were  made  entirely 
by  hand.  For  bending  large  size  rods,  heavy  compound  levers 
were  used;  the  lighter  rods  were  bent  by  the  device  shown 
in  Fig,  212.  The  assembling  of  the  trusses  was  accomplished 
as  shown  by  Fig.  213,  using  the  steel  framework  of  the  erec- 
tion shed  as  a  staging.  Across  the  horizontals  of  the  frame- 
work were  placed  two  false  temporary  top  chord  bars  marked 
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to  the  stirrup  spacing  of  the  truss  being  assembled.  On  these 
bars,  at  the  spaces  marked,  were  suspended  stirrups  with  their 
lower  ends  hooked.  The  lower  chord  bars  were  then  suspend- 
ed in  the  stirrup  hooks  and  the  whole  assemblage  of  bars  and 
stirrups  was  then  clamped  rigid  by  the  lever  bars  and  inter- 
mediate clamps.  The  loop  ends  of  the  stirrups  were  then 
bent  by  special  wrenches  to  the  position  shown  at  2,  then 
closed  by  hammering  to  the  position  shown  at  j,  and  finally 
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Frames. 

they  were  wire  tied.  The  process  was  a  simple  one,  and  by 
adopting  a  regular  routine  the  men  became  so  expert  that  t\Vo 
of  them  could  complete  many  trusses  in  a  working  day.  The 
contract  price  for  shaping  the  steel  and  assembling  it  into 
frames  was  i  ct.  per  lb. ;  the  cost  of  the  work  to  the  con- 
tractor has  been  stated  by  Mr.  E.  P.  Goodrich,  Engineer, 
Bush  Terminal  Co.,  to  have  been  about  ^  ct.  per  lb.  The  cost 
of  placing  the  steel  in  the  building  was  J4  ct.  per  lb. 


470  CONCRETE    CONSTRUCTION. 

PLACING. — With  unit  frame  reinforcement  the  number, 
size  and  location  of  the  bars  have  been  made  certain  in  the 
shops  where  the  frames  are  fabricated  so  that  the  erector 
has  nothing  to  do  but  to  line  and  level  up  the  frames  in  the 
forms,  place  such  temporary  braces  as  are  needed  to  hold  them 
true,  and  make  the  end  connections  with  abutting  frames. 
Such  frames  are  usually  provided  with  "chairs"  to  hold  the 
bottom  bars  up  from  the, form  so  that  little  bracing  or  none 
is  required.  With  separate  bar  reinforcement  the  erector  may 
either  place  the  reinforcement  complete  in  the  form  by  wire- 
tying  the  bars  to  each  other,  to  temporary  braces  or  templates 
and  to  the  forms,  or  he  may  insdrt  the  various  pieces  of 
reinforcement  in  the  concrete  as  the  pouring  advances,  depend- 
ing on  the  surrounding  concrete  to  retain  them  where  in- 
serted.   Generally  a  combination  of  both  methods  is  employed. 

The  processes  in  detail  of  placing  reinforcement  are  particu- 
larized in  several  places  in  other  sections ;  they  will  differ  for 
nearly  every  job.  Here,  therefore,  general  rules  only  will  be 
given. 

(i)  See  that  the  correct  number  and  size  of  reinforcing 
bars,  splices  and  stirrups  are  used  and  that  they  are  spaced 
and  placed  strictly  according  to  the  working  plans. 

(2)  Bars  must  be  properly  braced,  supported  and  other- 
wise held  in  position  so  that  the  pouring  of  the  concrete  will 
not  displace  them. 

(3)  Splices  are  the  critical  parts  of  column  reinforce- 
ment. See  that  the  bars  butt  squarely  at  the  ends  and  are 
held  by  pipe  sleeves  or  wired  splice  bars ;  see  that  the  longi- 
tudinal rods  are  straight  and  vertical ;  see  that  the  horizontal 
ties  or  hooping  are  tight  and  accurately  spaced.  When  the  re- 
inforcement is  built  up  inside  the  form  one  side  is  left  open  for 
the  work;  ordinarily  the  column  reinforcement  will  be  fabri- 
cated into  unit  frames,  then  an  opening  in  the  form  at  the 
bottom  to  permit  splicing  will  suffice. 

(4)  Take  extreme  care  that  beam  and  girder  reinforcement 
is  placed  so  that  the  bottom  bars  lie  well  above  the  bottom 
board  of  the  mold ;  use  metal  or  concrete  block  chairs  for  this 
purpose. 
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(5)  See  that  the  end  connections  and  bearings  of  beam  and 
girder  frames  are  connected  up  and  have  the  bearings  called 
for  by  the  plans. 

(6)  See  that  line  and  level  of  all  bars  and  of  the  reinforce- 
ment as  a  whole  are  accurate ;  make  particularly  certain  that 
expanded  metal  or  other  mesh-work  reinforcement  lies  smooth 
and  straight. 

(7)  Give  all  reinforcement  a  final  inspection  just  previous 
to  pouring  the  concrete;  this  is  particularly  essential  where 
the  reinforcement  is  placed  some  time  in  advance  of  the 
concreting. 

MIXING,     TRANSPORTING     AND     PLACING     CON- 
CRETE. 

•  A  reinforced  concrete  building  requires  from  0.2  to  0.5  cu. 
yd.  of  concrete  per  100  ft.  of  cubical  volume  of  the  building, 
assuming  walls,  floors  and  roof  to  be  all  of  concrete.  The 
amount  of  concrete  to  be  mixed,  transported  and  placed  is, 
therefore,  large  enough,  even  for  a  building  of,  moderate  di- 
mensions, to  warrant  close  study  of  and  careful  planning  for 
this  portion  of  the  work.  A  few  general  principles  can  be 
set  down,  but  as  a  rule  there  is  one  best  way  for  each  building 
and  that  way  must  be  determined  by  individual  conditions. 

MIXING. — Concrete  for  building  work  has  to  be  of  superior 
quality  so  that  no  chances  may  be  taken  either  in  the  process 
of  mixing  or  with  the  type  of  mixer  employed.  Machine  mix- 
ing and  batch  mixers  should  always  be  employed.  Machine 
mixing  gives  generally  a  more  homogeneous  and  uniform  con- 
crete than  does  hand  mixing  and  is  cheaper.  Batch  mixers 
are  generally  superior  and  more  reliable  than  continuous 
mixers  where  a  uniformly  well  mixed  concrete  is  required. 
The  capacity  of  the  mixing  plant  is  determined  by  the  amount 
of  concrete  to  be  placed  and  the  time  available  for  placing  it. 
Its  division  and  arrangement  is  determined  by  the  area  of  the 
work  and  the  type  and  arrangement  of  the  plant  for  transport- 
ing the  materials  and  the  mixed  concrete.  The  following  gen- 
eral principles  may  be  laid  down  :  Make  the  most  use  possible 
of  gravity ;  it  is  frequently  economy  to  carry  all  materials  to 
the  top  of  bins  from  which  point  they  can  move  by  gravity 
down  through   the  mixer  to  the   hoist  buckets,   and  where 
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natural  elevations  or  basement  floors  below  street  level  permit 
gravity  handling  they  should  be  taken  advantage  of.  The 
mixing  should  be  done  as  near  the  place  of  concreting  as 
practicable ;  in  building  work  this  is  the  point  on  the  ground 
which  is  directly  under  the  forms  being  filled.  It  is,  of  course, 
impracticable  to  secure  so  direct  a  route  as  this  from  mixer 
to  forms,  but  it  can  be  more  or  less  closely  approached ;  using 
two  mixers,  for  example,  one  at  the  front  and  one  at  the  rear 
of  a  building  cuts  down  the  haul  from  hoist  to  forms  one-half. 
Other  ways  will  suggest  themselves  upon  a  little  thought.  In 
the  matter  of  the  mixing  itself,  it  must  never  be  forgotten  that 
a  batch  of  concrete  without  cement  which  goes  into  a  girder 
Or  column  will  result  in  the  failure  of  that  member  and  pos- 
sibly the  failure  of  the  building.  In  massive  concrete  work  a 
batch  without  cement  will  not  endanger  the  stability  of  the 
structure,  but  in  column  and  floor  work  in  buildings  it  is  cer- 
tain disaster.  Formanship  at  the  mixer  is,  therefore,  highly 
important  and  a  cement  man  who  realizes  the  responsibility  of 
his  task  is  equally  important. 

TRANSPORTING.— Transporting  the  mixed  concrete  is 
divided  into  three  operations — delivering  concrete  from  mixer 
to  hoist,  hoisting,  and  delivering  hoisted  concrete  to  the  forms. 
The  delivery  from  mixer  to  hoist  may  be  by  direct  discharge 
into  hoist  bucket,  by  carts  or  wheelbarrows,  or  by  cars  carry- 
ing concrete  or  concrete  buckets.  Hoisting  may  be  done  by 
platform  hoists  or  elevators,  by  bucket  hoists,  or  by  derricks. 
Handling  from  hoist  to  form  may  be  direct  in  buckets,  by  carts 
or  wheelbarrows,  or  by  cars.  These  several  methods  can  be 
worked  in  various  combinations,  and  the  following  examples 
of  plants  show  such  combinations  as  are  most  typical  of  cur- 
rent practice. 

In  any  system  of  transportation  it  is  getting  the  concrete  to 
the  hoist  and  from  hoist  to  form  that  eats  up  the  money. 
Hoisting  makes  but  a  small  part  of  the  total  transportation 
cost,  and,  moreover,  the  difference  in  cost  of  operation  for 
different  hoists  is  very  small.  Mr.  E.  P.  Goodrich  states  that 
on  three  buildings  the  actual  costs  for  the  hoists  installed  and 
removed  after  the  completion  of  the  work  were  as  follows : 
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Platform   hoist    $330 

Bucket  hoist 465 

Derrick    225 

In  figuring  on  the  form  of  hoist  to  be  adopted,  the  capability 
of  the  hoist  for  general  service  has  to  be  kept  in  mind.  Plat- 
form hoists  and  derricks  can  be  used  for  hoisting  form  lumber 
and  reinforcing  steel  as  well  as  for  hoisting  concrete,  while 
bucket  hoists  cannot  be  so  used  except  where  they  may  be 
fitted  with  special  carriages  for  lumber  or  steel.  On  the  other 
hand,  the  bucket  hoist  is  usually  the  quickest  method  of  hoist- 
ing concrete,  and  it  can  readily  be  extended  upward  as  the 
work  progresses.  The  last  is  true  also  of  platform  hoists.  The 
use  of  derricks  necessitates  frequent  shifting  for  high  work  or 
else  the  building  of  expensive  staging  to  raise  the  derrick  into 
a  position  to  command  the  final  height  of  the  building.  The 
probable  costs  of  moving  and  extending  must  be  allowed  for 
in  choosing  the  hoist  to  be  used. 

Direct  discharge  of  the  mixer  into  the  hoisting  bucket  is,  of 
course,  the  ideal  manner  of  transporting  the  concrete  from 
mixer  to  hoist,  and  this  can  generally  be  obtained  by  planning, 
particularly  where  bucket  hoists  or  derricks  are  employed. 
For  platform  hoists  direct  discharge  is  impossible;  it  can  be 
somewhat  closely  approached,  however,  where  conditions 
permit  car  tracks  to  be  laid  on  the  floors  being  built,  so  that 
a  car  holding  a  batch  of  concrete  can  be  run  onto  the  platform, 
hoisted  and  then  run  to  shoveling  boards  near  the  forms  that 
are  being  filled.  The  successful  use  of  such  an  arrangement 
of  car  tracks  is  described  in  Chapter  XX,  but  it  was  for 
handling  concrete  blocks.  A  direct  discharge  from  hoisting 
bucket  to  forms  is  frequently  possible  where  derricks  are  used 
for  hoisting,  but  with  bucket  and  platform  hoists,  wheeling 
or  carting  is  necessary. 

Where  wheeling  or  carting  has  to  be  done  either  at  the  bot- 
tom or  at  the  top  of  the  hoist,  or  at  both  points,  a  great  factor 
in  the  economy  of  work  is  the  arranging  of  the  operations  in 
cycles.  For  example,  in  wheeling  concrete  to  forms  from  a 
hopper  fed  by  a  bucket  hoist,  arrange  the  runways  so  that 
each  man  makes  a  circuit,  passing  by  the  form  at  one  end 
and  by  the  hopper  at  the  other  end,  and  goes  and  comes  by  a 
different  route.    The  speed  gained  by  avoiding  confusion  and 
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delay  saves  many  times  the  additional  cost  of  runways  which 
is  small.  In  fact  it  is  economy  to  employ  a  few  extra  men 
to  arrange  runways  and  keep  them  clean,  because  of  the  addi- 
tional speed  thus  gained.  Good  organization  effects  more 
economy  than  special  methods  of  hoisting  as  far  as  the  labor 
of  handling  the  concrete  is  concerned. 

Bucket  Hoists. — A  bucket  hoist  construction  which  has  been 
extensively  used  in  build- 
ing work  on  the  Pacific 
coast  is  shown  by  the  draw- 
ings of  Figs.  214  to  216, 
Two  T-bar  guides  made  in 
sections  connected  by  fish- 
plates furnish  a  track  for  an 
automatic  dumping  bucket 
hoisted  and  lowered  by  steel 
cable  from  engine  on  the 
ground  to  head  sheaves  as 
shown.  The  sectional  con- 
s.truction  of  the  T-bar  guides 
permits  the  hoist  to  be  any 
height  desired,  it  being 
-  lengthened  and  shortened  by 
adding  and  taking  out  sec- 
tions. The  bucket  is  dumped 
automatically  at  any  point 
desired  by  means  of  a  trip- 
ping device  attached  to  a 
chute  which  receives  the 
contents  of  the  bucket  and 
delivers      them      to      carts, 

wheelbarrows,   or   other   re-    ^ig   ji4.-Biioket  hoem  for  Bu-wing 
ceptacle.      The    hoist    is    set  work  < Wallace- Undesmith). 

outside  of  the  building  with  the  mixer  arranged,  if  pos- 
sible, to  discharge  directly  into  the  bucket.  By  setting 
the  guide  frame  in  a  pit  or  on  blocking  any  height  of 
edge  of  bucket  can  be  secured.  The  buckets  are  ordi- 
narily 13^  or  20  cu.  ft.  capacity.  It  is  recommended, 
when  greater  hoisting  capacity  is  neces.f^iry,  to  use  two  hoists 
set  side  by  side  and  operated  by  one  cabU-  in  the  same  manner 
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as  double  wheelbarrow  cages;  as  the  weight  of  one  bucket 
counterbalances  the  weight  of  the  other,  the  power  required  for 
hoisting  is  reduced.  To  adapt  this  hoist  to  handhng  form 
lumber  the  bucket  is  replaced  by  the  lumber  carriage  shown 
by  Fig.  216;  this  carriage  discharges  over  the  head  of  the 
mixer  and  the  spring  buffer  shown  by  Fig.  214  is  to  take  the 
shock  of  the  rising  carriage.  This  buffer  is  omitted  when 
concrete  only  is  to  be  hoisted.  In  one  case  this  device  has 
hoisted  520  batches  of  12  cu.  ft.  each  to  the  fourth  floor  in 
8  hours,  or  nearly  19  cu.  yds.  per  hour.  In  another  case  65 
trips  per  hour  were  averaged  to  the  fifth  floor  with  a  12-cu.  ft. 


Pig.  215— 

load  each  trip;  this  is  nearly  30  cu.  yds.  per  hour.  \\'ith  the 
lumber  carriage  8  men  have  unloaded  14,000  ft.  B.  M.  of  2  x  lo- 
in, stuff  from  car  to  the  second  floor  and  distributed  it  in  43 
minutes.  A  J/i-cu.  yd.  combination  outfit  for  concrete  and 
lumber,  with  40  ft.  of  guide  track,  weighs  1,750  lbs.,  without 
the  lumber  carriage  the  outfit  weighs  1,600  lbs.  This  hoist 
is  made  by  the  Wallace-Lindesmith  Co.,  Los  Angeles,  Cal. 

A  popular  construction  for  automatic  bucket  hoists  is  that 
shown  by  Figs.  217  and  218  by  Mr.  E.  -L.  Ransome.  The 
bucket  is  held  upright  by  guides  at  its  front  and  rear  edges;  to 
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dump  it  a  section  of  the  front  guide  is  removed  at  the  desired 
dumping  point  which  allows  the  bucket  to  overturn  as  shown. 
A  friction  crab  hoist  operated  from  the  mixer  engine  runs  the 


Fta.  21T.— Miser  Plant  with  Gra 

bucket.  The  mixer  is  located  as  shown.  Figure  2i8  shows 
the  foot  of  the  hoist  set  in  a  pit  vhh  the  mixer  at  surface 
level,  but  the  hoist  can  be  set  on  the  surface  and  the  mixer 
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mounted  on  a  platform.  In  the  latter  case  a  charging  bucket, 
traveling. from  stock  pile  up  an  inclined  track  to  the  mixer  plat- 
form, is  generally  used.  A  hoist  like  that  illustrated,  equipped 
with  a  J4-CU.  yd.  Ransome  mixer,  will  cost  about  $1,500  and 
will  deliver  15  cu.  yds.  of  concrete  per  hour.  Mr.  F.  W.  Dag- 
gett gives  the  following  figures  of  the  cost  of  operation : 

Mixing  Gang :  Total  i  hr. 

I  mixer  foreman,  also  engineer,  25c $  .25 

I  man  charging  mixer,  20c 20 

1  man  running  hoist,  20c ^ 20 

2  men  wheeling  sand,  17 J4c 35 

4  men  wheeling  and  shoveling  stone,  I7>^c 70 

1  man  helping  up  runway,  i7^c 17^ 

2  men  carrying  cement,  I7>4c 35 

Gang  Placing  Cement: 

I  foreman,  25c 25 

9  men   wheeling  concrete,   lyyic i-57/^ 

3  men  tamping  concrete,  I7}^c 52^ 

I  man  filling  carts,  I7>^c 17)^2 

Total  labor  cost  per  hour $4-75 

Fuel,  etc 50 


$5.25 
This  gives  a  cost  of  35  cts.  per  cu.  yd.  for  mixing  and  placing 
concrete. 

In  this  particular  case  the  mixer  was  charged  by  wheel- 
barrows. Frequently  the  stone  and  sand  bins  can  be  arranged 
to  chute  the  materials  directly  into  the  charging  hopper  as 
shown  by  Fig.  217.  In  place  of  barrows  two-wheeled  carts  of 
the  type  shown  by  Fig.  12  can  be  used.  Mention  has  already 
been  made  of  operating  the  charging  bucket  on  an  incline  from 
stock  pile  to  mixer.  Such  arrangements  are  described  in 
Chapter  IV. 

In  constructing  a  9-story  store  at  St.  Paul,  Minn.,  the  con- 
crete was  hoisted  by  continuous  bucket  elevators.     A  layout 
of  the  construction  plant  is  shown  by  Fig.  219.     In  the  alley 
■  near  the- center  of  the  north  side  of  the  building  the  surface 
grade  was  about  6  ft.  above  the  third  story  level.    A  hopper 
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was  constructed  at  grade  and  provided  with  two  chutes  run- 
ning to  the  basement.  These  chutes  discharged  on  opposite 
sides  of  a  vertical  partition  separating  the  sand  and  stone 
bins,  and  by  closing  either  chute  at  its  top  by  a  suitably  ar- 
ranged deflector  plate  either  sand  or  stone  could  be  dumped 
into  the  same  hopper  and 
chuted  to  its  proper  bin. 
Cement  was  brought  to 
the  work  in  cars  over  the 
tracks  shown  and  was 
wheeled  from  the  oars 
over  runways  leading  to 
the  charging  platforms 
near  each  mixer.  Other 
runways  connecting  with 
these  platforms  provided 
for  wheeling  the  sand  and 
stone  to  the  mixers.  The^ 
runways  were  placed  at 
the  proper  height  to  per- 
mit the  barrows  to  be 
emptied  directly  into  the 
charging  hoppers.  Two 
Smith  mixers  were  used, 
located  as  shown,  and 
each  discharged  through 
a  chute  into  one  of  the 
bucket  elevator  boots. 
There  were  two  elevators 
which  were  "raised"  two 
stories  at  a  move  as  the 
work  progressed.  Each 
elevator  discharged  into 
a  hopper  holding  lyi 
batches,  and  from  these 
hoppers     the     concrete 


was  fed  into  wheelbarrows  and 
wheeled  to  the  forms.  The  bucket  elevators  were  carried 
no  higher  than  the  eighth  floor.  When  this  floor  had  been 
completed  the  hoppers  were  moved  down  to  the  fifth  floor 
and  the  wheelbarrows  were  taken  to  platform  elevators  and 
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carried  to  the  remaining  floors  and  roof.  Special  4-cu.  ft. 
wheelbarrows  were  used  for  handling  the  concrete.  A  maxi- 
mum of  1-55  cu.  yds.  of  concrete  was  mixed,  transported  and 
placed  in  a  lo-hour  day  with  a  gang  of  28  men. 

Platform  Hoists. — The  common  builders'  hoist  or  elevator, 
operating  single  or  double  platforms  or  cages,  needs  no  spe- 
cial description.  The  wheelbarrow,  cart  or  car  containing  the 
concrete  is  run  onto  {he  platform,  hoisted  and  then  run  to  the 
forms.  The  chief  advantage  of  this  device  in  concrete  work  is 
that  it  will  handle  all  classes  of  material  without  any  change 
of  carriage  or  arrangement,  it  can  thus  be  used  for  handling 
form  lumber  and  reinforcing  steel  as  well  as  for  handling 
concrete, 

.. . — zfo'tof- • 
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Fig.  219.— Plan  of  Concrete  Mixing:  and  Handling  Plant  for  9-Story  Building. 

Derricks. — The  use  of  derricks  for  hoisting  in  concrete 
building  work  is  limited  by  the  necessity  of  supporting  them 
independently  of  the  structure  being  built;  the  formwork  or 
the -completed  concrete  work  cannot  be  utilized  to  carry  der- 
ricks during  construction.  For  low  structures  the  derrick  can 
be  set  on  the  ground,  but  for  high  buildings  a  supporting 
tower  or  staging  is  necessary.  The  arrangement  of  such 
falsework  can  be  illustrated  best  by  specific  examples. 

In  constructing  a  7-story  factory  at  Cincinnati,  O.,  concrete 
was  mixed  on  the  ground  and  hoisted  by  a  derrick  with  an 
8o-ft.  boom  mounted  on  a  tower  55  ft.  high.  The  derrick 
was  located  to  one  side  of  the  building.  For  the  lower  floors 
the  boom  swing  covered  so  large  an  area  that  the  bucket  was 
dumped  at  various  places,  but  for  the  upper  floors  it  was  found 
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more  economical  to  dump  buckets  into  a  hopper  from  which 
wheelbarrows  were  filled.  By  this  plan  less  time  was  con- 
sumed in  placing  the  bucket  and  no  tag  rope  man  was  re- 
quired, as  the  engineman  could  swing  the  boom  to  a  certain 
point  on  the  wall  which  would  bring  the  bucket  directly  over 
the  hopper.  A  Smith  mixer  discharged  directly  into  derrick 
buckets,  which  rested  on  a  track  long  enough  to  hold  two 
buckets.  The  buckets  were  filled  and  emptied  alternately  by 
shuttling  the  truck  and  attaching  first  one  and  then  the  other 
to  the  derrick. 

In  constructing  an  ii-story  and  basement  office  building  in 
New  York  City  a  four-legged  tower  starting  from  the  bottom 
of  the  excavation  was  erected  at  about  the  center  of  the  lot 
It  was  built  of  timber  and  extended  upward  as  the  progress  of 
the  work  demanded  until  it  overtopped  the  roof  ii  stories 
above  the  street.  The  tower  was  square  in  plan  and  was 
divided  into  stories  corresponding  approximately  to  the  several 
stories  of  the  building.  A  floor  was  constructed  in  the  tower 
at  each  story  to  be  used  in  storing  materials.  For  hoisting 
a  75-ft.  boom  was  swung  from  each  leg  of  the  tower,  each 
boom  being  operated  by  a  separate  engine  and  having  a  nom- 
inal capacity  of  5  tons.  The  four  booms  covered  the  whole 
building  area  and  were  kept  about  two  stories  above  the  work 
by  being  shifted  upward  as  the  work  progressed.  This  ar- 
rangement of  derricks  was  used  to  handle  the  steel,  lumber 
and  concrete,  the  building  being  built  up  around  the  tower, 
which  was  so  located  that  its  only  interference  with  the  build- 
ing structure  was  in  the  shape  of  square  holes  left  in  the 
floor  slabs  to  accommodate  the  tower  legs. 

In  constructing  an  8-story  warehouse  covering  some  three 
acres  of  ground  in  Chicago,  111.,  the  derrick  plant  shown  by 
Figs.  220  to  222  was  installed.  Some  7,500  tons  of  reinforc- 
ing steel,  125,000  cu.  yds.  of  concrete  and  4,000,000  ft.  of  form 
lumber  had  to  be  handled.  Incidentally  it  is  worth  noting  that 
there  were  about  120  lbs.  of  reinforcing  steel  and  32  ft.  B.  M. 
of  form  lumber  used  per  cubic  yard  of  concrete. 

The  controlling  conditions  governing  the  arrangement  and 
character  of  the  construction  plant  were  as  follows:  The 
building,  to  be  built  entirely  of  reinforced  concrete,  was  135  ft. 
high.     Its  west  front  abutted  on  the  river  and  its  south  front 
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on  the  street;  at  the  north  end  there  was  some  ground  avail- 
able for  plant  and  along  the  east  front  there  was  a  strip  about 
20  ft.  wide  between  the  building  wall  and  the  main  line  tracks 
of  a  railway.  At  best,  therefore,  the  area  outside  of  the  build- 
ing and  available  for  plant  and  storage  was  limited,  while  in- 
side the  building  area  the  contractor  was  confronted  by  the 
insistence  of  the  architect  that  an  unbroken  monolithic  con- 
struction be  obtained  as  nearly  as  possible,  by  reducing  the 
floor  openings  for  construction  work  to  a  minimum.  The 
sketch  plan,  Fig.  220,  shows  the  plant  designed  to  meet  the 
conditions. 

To  get  the  large  amount  of  construction  material  onto  the 
work  a  side  track  was  built  along  the  20-ft.  area  on  the  east 
side  of  the  building  and  another  was  turned  into  the  area  at 


^  I  C  A   G   0 


Bng.Contr. 


Fig.  220.— Plan  of  Concrete  Mixing  and  Handling  Plant  for  Large  Warehouso 

Building. 

the  north  end  of  the  building.  These  side  tracks  handled  all 
construction  materials  coming  onto  the  work.  Over  the  first 
there  were  built  two  sets  of  storage  bins  for  sand  and  gravel 
and  all  concrete  materials  brought  in  in  carload  lots  are  un- 
loaded at  these  two  points,  as  will  be  described  further  on. 
Lumber  for  forms  and  steel  for  reinforcement  shipped  in  sim- 
ilar manner  were  taken  by  the  second  siding  to  the  lumber 
yard  and  steel  mill  at  the  north  end  of  the  building. 

The  raw  materials  after  being  worked  up  in  the  mixer  plants 
and  the  saw  and  steel  mills  were  distributed  over  the  work 
by  an  industrial  railway.  The  track  system  of  this  railway 
is  shown  by  the  dotted  lines ;  it  was  located  on  the  basement 
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Tig.  221. — Derrick  for  Handling  Concrete  (or  Large  Warehouse  Bulldlncr. 
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floor,  with  rampes  leading  to  the  No.  i  mixer  plant  and  to  the 
saw  and  steel  mill  tracks.  The  two  main  lines  of  track  passed 
close  to  or  under  the  elevator  and  stairway  shaft  openings  in 
the  several  floors.  This  permitted  the  derrick  buckets,  low- 
ered and  hoisted  through  the  shafts,  to  be  loaded  directly  from 
the  car  tracks.  All  mixed  concrete,  forms  and  reinforcing 
frames  were  distributed  by  this  railway  to  the  several  shafts 
and  thence  hoisted  and  placed  by  the  derrick  plant. 

The  derrick  plant  consisted  of  four  derricks  arranged  as 
shown  by  the  circles  in  F'ig.  220.  The  view.  Fig.  221  shows 
the  first  derrick  installed  and  illustrates  the  general  construc- 
tion quite  clearly.  Briefly  the  derrick  consisted  of  a  vertical 
steel-work  tower  10  ft.  square  and  85  ft.  high,  within  which 
operated  a  steel  mast  135  ft.  high  and  carrying  an  80-ft:  boom 
connected  just  above  the  tower.  The  mast  was  pivotecl  at  the 
bottom  and  had  rollers  turning  against  a  horizontal  ring  inside 
the  tower  at  the  top.  It  was  operated  by  a  bull  wheel  above 
the  top  of  the  tower,  the  turning  ropes  running  down  inside 
the  mast  to  the  foot  block  and  thence  horizontally  to  the 
operating  motor.  The  topping  and  hoisting  lines  also  followed 
this  route.  The  top  of  the  tower  was  guyed  by  four  ropes  to 
anchorages  in  the  basement  floor.  The  boom  commanded  a 
circle  170  ft.  in  diameter  and  could  lift  150  ft.  above  the  base 
of  the  mast.  The  derrick  was  operated  by  a  25-HP.  double 
drum  electric  hoist  with  a  derrick  swinging  spool;  this  hoist 
was  set  on  the  basement  floor.  It  will  be  noted  that  the  guys 
are  below  the  bull  wheel  so  that  the  boom  has  a  clear  swing 
through  a  complete  circle. 

As  stated  above,  four  of  these  derricks  were  employed.  To- 
gether they  did  not  cover  the  entire  building  area,  but  by  the 
use  of  a  derrick  bucket  so  designed  that  it  could  be  used  as  a 
storage  bin  for  feeding  wheelbarrows,  it  was  found  possible 
to  keep  the  number  of  derricks  down  to  four. 

This  derrick  plant  possessed  several  advantages  of  import- 
ance. In  the  first  place  the  derricks  would  handle  all  classes 
of  material— concrete,  forms,  steel  frames — equally  well  and 
could  be  transferred  from  one  class  of  work  to  the  other  with 
practically  no  delay.  In  the  second  place,  for  a  large  area  of 
the  building,  they  handled  the  material  from  the  basement  di- 
rect to  the  place  it  was  to  occupy  in  the  work,  and  did  it  in 
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one  operation.  Finally  they  permitted  the  handling  and  erec- 
tion of  the  forms  and  reinforcement  in  large  units.  Thus  a 
column  form  would  be  assembled  complete  at  the  mill,  moved 
as  a  unit  by  car  to  the  proper  shaft  and  then  hoisted  and  set 
in  place  as  a  unit  by  the  derrick-  Girder  forms,  floor  slab 
forms,  girder  and  column  reinforcing,  etc.,  could  be  similarly 
assembled  and  handled.  The  derricks  occupied  only  the  area  of 
four  floor  panels,  the  remainder  of  the  area  of  each  floor  was 
left  unobstructed  for  the  work  to  be  done.  No  materials  or 
supplies  needed  be  stored  on  the  floors  until  they  were  in  per- 
fect condition  to  accommodate  them,  and  not  then,  even,  so 
far  as  the  prosecution  of  form  erection  and  concreting  were 
concerned. 

The  sand  and  gravel  for  concrete  were  brought  in  by  bot- 
tom or  side  dump  gondola  cars  from  pits  located  about  30 
miles  out  on  the  Chicago,  Milwaukee  &  St.  Paul  Ry.  The 
cars  were  switched  onto  the  main  side  track  and  unloaded  un- 
der the  bins  which  straddle  this  track.  A  receiving  hopper, 
with  its  top  at  rail  level  and  long  enough  to  permit  two  cars 
to  be  unloaded  at  once,  received  the  sand  or  gravel  and  dis- 
tributed it  through  twelve  gate  openings  onto  an  i8-in.  hori- 
zontal belt  conveyor  65  ft.  long.  This  conveyor  discharged 
into  a  second  conveyor,  133  ft.  long,  which  ran  up  a  22**  in- 
cline, extending  away  from  the  bins  and  discharged  onto  a 
third  conveyor  117  ft.  long,  which  doubled  back  on  a  22^  in- 
cline reaching  to  and  over  the  top  of  the  bins.  This  third 
conveyor  had  two  fixed  trippers  and  an  end  discharge  to  dis- 
tribute its  cargo.  All  three  conveyors  were  operated  by  a  35- 
HP.  motor  located  at  the  junction  of  the  two  inclined  convey- 
ors, both  of  which  were  driven  from  the  same  shaft.  A  chain 
belt  from  the  idler  shaft  of  the  first  incline  conveyor  to  the 
driving  shaft  of  the  horizontal  conveyor  operated  that  unit  of 
the  plant.  This  belt  was  operated  as  a  cross  belt  by  reversing 
alternate  links.  No  manual  labor  was  required  to  handle  the 
sand  and  gravel  from  the  cars  to  the  storage  bins. 

The  mixer  arrangement  at  the  two  bins  differed.  At  the  No. 
I  bins  the  mixer  was  located  as  shown  in  Fig.  220,  close  to  the 
bin.  Chutes  led  directly  from  the  sand  and  gravel  bins  to  the 
charging  hopper  and  the  bags  of  cement  were  stacked  along- 
side this  hopper.     The  mixer  discharged  either  directly  into 
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the  bucket  of  the  first  derrick  or  into  cars  for  transportation 
on  the  railways.  At  the  No.  2  bins  a  belt  conveyor  took  the 
concrete  materials  down  into  the  basement  to  a  mixer  located 
close  enough  to  one  of  the  distribution  tracks  to  permit  it  to 
discharge  directly  into  the*  cars. 

The  derrick  buckets  by  which  the  concrete  was  hoisted  and 
handled  to  the  work  were  of  special  construction.  A  bucket 
was  desired  which  would  serve  several  distinct  purposes.     It 


Fig.  £22. — Special  Concrete  Bucket  (or  t«rge  Warehouse  BulMtng. 
must  first  be  able  to  hold  a  full  mixer  batch  of  material,,  since, 
with  the  derrick  arrangement,  economy  in  hoisting  necessi- 
tated hoisting  in  large  units  and  also  because  storage  capacity 
was  required  of  the  bucket  for  wheelbarrow  work.  The  four 
derricks  did  not  command  the  entire  area  of  a  floor;  there  were 
corners  and  other  irregular  areas  outside  of  the  circles  covered 
by  the  several  booms  over  which  the  concrete  must  be  distrib- 
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uted  by  barrows  or  carts.  A  bucket  large  .enough  to  supply 
the  barrows,  while  a  second  bucket  was  being  lowered, 
charged  from  the  mixer  and  hoisted,  was  required.  In  the 
second  place,  a  bucket  was  required  whose  contents  could  be 
discharged  all  at  once  or  in  smaller  portion  at  will.  Finally  a 
bucket  was  desired  which  could  be  made  to  distribute  its  load 
along  a  narrow  girder  form  or  in  a  thin  sheet  for  a  floor  slab. 

To  meet  these  requirements  the  bucket  shown  in  Fig.  222 
was  designed.  It  held  42  cu.  ft.,  or  about  1.55  cu.  yds.  of 
concrete.  It  had  a  hopper  bottom  terminating  in  a  short  rec- 
tangular discharge  spout  closed  by  a  lever  operated  under  cut 
gate,  which  could  be  opened  as  much  or  as  little  as  desired.  To 
the  underside  of  the  bucket  there  was  attached  a  four-leg 
frame  in  which  the  bucket  stood  when  not  suspended.  Ordi- 
narily, that  is  within  the  circles  commanded  by  the  derricks, 
the  buckets  were  discharged -suspended  and  directly  into  the 
forms,  the  character  of  the  discharge  gate  permitting  a  thin 
sheet  to  be  spread  for  floor  slabs  or  a  narrow  girder  or  wall 
form  to  be  filled  without  spilling  or  shock.  For  wheelbarrow 
work  outside  the  reach  of  the  derricks  the  mode  of  procedure 
was  as  follows:  A  timber  platform  about  3  ft.  high  and  hav- 
ing room  for  standing  two  buckets  was  set  just  on  the  edge  of 
the  circle  commanded  by  the  derrick  boom.  Two  buckets 
were  used.  A  full  bucket  was  hoisted  and  set  on  the  platform, 
with  its  spout  overhanging.  This  bucket  served  as  a  stor- 
age bin  for  feeding  the  wheelbarrows  while  the  second  bucket 
was  being  lowered,  charged  and  hoisted  to  take  its  place  on 
the  platform,  and  serve  in  turn  as  a  storage  hopper. 

PLACING  AND  RAMMING.— A  wet  concrete  is  usually 
used  in  building  work  except  on  occasions,  for  exterior  wall 
work  and  except  for  pitch  roof  work,  where  a  wet  mixture 
would  run  down  the  slope.  Placing  and  tamping  are  there- 
fore, essentially  pouring  and  puddling  operations.  The  pour- 
ing should  be  done  directly  from  the  barrows,  carts,  or  buckets 
if  possible;  dumping  onto  shoveling  boards  and  shoveling 
makes  an  extra  operation  and  increases  the  cost  by  the  wages 
of  the  shoveling  gang.  Where  shoveling  boards  are  necessary, 
take  care  that  they  are  placed  clo^  to  the  forms  being  filled, 
as  it  is  wasteful  of  time  to  carry  concrete  in  shovels,  even  for 
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a  half  dozen  paces.  Before  pouring  any  concrete,  the  inside  of 
the  forms  should  be  wet  down  thoroughly  with  a  hose  or 
sprinkler,  if  a  hose  stream  is  not  available.  The  final  inspec- 
tion of  forms  and  reinforcement  just  before  concreting  will 
have  made  certain  that  they  are  ready  for  the  concrete,  so  far 
as  line  and  level  of  forms  and  presence  and  proper  arrange- 
ment of  the  reinforcement  are  concerned,  but  the  concrete 
foreman  must  watch  that  no  displacement  occurs  in  pouring 
and  puddling,  and  must  make  certain  particularly  that  the 
forms  are  clean. 

In  pouring  columns  it  is  essential  that  the  operation  be 
continuous  to  the  bottom  of  the  beam  or  girder.  It  is  also  ad- 
visable to  pour  columns  several  hours  ahead  of  the  girders. 
Puddling  should  be  thorough,  as  its  purpose  is  to  work  the 
concrete  closely  around  the  reinforcement  and  into  the  angles 
of  the  mold  and  to  work  out  air  bubbles.  A  tool  resembling  a 
broad  chisel  is  one  of  the  best  devices  for  puddling  or  slicing. 
In  slab  and  girder  construction,  the  pouring  should  be  con- 
tinuous from  bottom  of  girder  to  top  of  slab.  Work  should 
nevier  be  stopped-off  at  horizontal  planes.  As  in  columns, 
careful  puddling  is  essential  in  pouring  beams.  In  slab  work, 
the  concrete  is  best  compacted  by  tamping  or  rolling.  A 
broad  faced  rammer  should  be  used  for  tamping  wet  concrete, 
or  a  wooden  roller  covered  with  sheet  steel,  weighing  about 
250  lbs.,  and  having  a  30-in.  face. 

Theoretically,  concreting  should  be  a  continuous  operation, 
but  practically  it  cannot  be  made  so.  Bonding  fresh  concrete 
to  concrete  that  has  hardened,  though  it  has  been  done  with 
great  perfection  by  certain  methods  as  described  in  Chapter 
XXIV,  must  still  be  held  as  uncertain.  Ordinarily,  at  least, 
a  plane  of  weakness  exists  where  the  junction  is  made  and 
in  stopping  off  work  it  should  be  done  where  these  planes  of 
weakness  will  cause  the  least  harm.  Experts  are  by  no  means 
agreed  on  the  best  location  of  these  planes,  but  the  following  is 
recognized  good  practice.  Work  once  started,  pouring  a 
column,  should  not  be  stopped  until  the  column  is  completed 
to  the  bottom  of  the  girder.  For  beams  and  girders ;  stop  con- 
crete at  center  of  girder  with  a  vertical  face  at  right  angles  to 
the  girder,  or  directly  over  the  center  of  the  columns;  in 
beams   connecting  with  girders,  stop   concrete  at   center  of 
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Span,  or  directly  over  center  of  connecting  girder;  stop  al- 
ways with  a  vertical  face  and  never  with  a  sloping  face,  and 
never  with  a  girder  partly  filled.  For  slabs;  stop  concrete 
at  center  of  span,  or  directly  over  middle  of  supporting  girder 
or  beam ;  stop  always  with  vertical  joints.  If  for  any  cause 
work  must  be  stopped  at  other  points,  than  those  stated,  the 
fresh  concrete  and  the  hardened  concrete  must  be  bonded  by 
one  of  the  methods  described  in  Chapter  XXIV. 

CONSTRUCTING  WALL  COLUMNS  FOR  A  BRICK 
BUILDING. — The  columns,  12  in  number,  were  constructed 
to  strengthen  the  brick  walls  of  a  power  station  and  were 
built  as  shown  by  Figs,  223  and  224,  one  at  a  time.  The  sta- 
ging, 50  ft.  high  and  4x6  ft.  in  plan,  was  erected  against  the 
wall  which  had  been  shored,  a  portion  of  the  wall  was  cut 
out  and  forms  erected  and  the  concrete  column  substituted  for 
the  section  of  wall  which  was  removed.  The  staging  was 
then  moved  into  position  for  another  column. 


Fig.  223.— Section  of  Rectangular  Wall  Column. 

Two  men,  with  sledge  and  drill,  cut  out  the  brick  work 
amounting  to  about  12  cu.  yds,  for  each  column  in  15  hours, 
at  a  cost  of  about  70  cts.  per  cu.  yd.,  including  removal  to  the 
street.  The  cost  of  moving  and  re-erecting  the  scaffokling  was 
$2.94  per  each  move.  The  character  of  the  reinforcement  is 
shown  by  Fig.  223;  it  was  erected  as  the  concreting  pro- 
gressed, the  main  bars  being  in  sections  15  ft.  long,  spliced 
v/ith  and  distanced  by  side  bars  and  cross  bolts  at  the  splices. 

The  concrete  was  hand  mixed  in  6-cu.  ft.  batches  at  the  foot 
of  the  column,  by  three  men  with  a  fourth  turning  over  and 
filling  the  buckets.  The  buckets.  12  ins.  in  diameter  and 
16  ins.  high,  were  hoisted  by  a  pulley  line  arranged  as  shown 
and  pulled  by  a  mule  driven  by  a  man,  at  $1  per  day  for  the 
mule  and  $1.50  for  the  man,  the  cost  of  hoisting  being  25  to  40 
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Column  ferm. 


Section   -Enough   Csntw' 

of   CoOMwT*  Column 

Dlviskm  V*3\l. 

FlB.  224.~StaKlng  and  Forms  Used  tn  BuIldlDB  Column  Shown  by  STr.  B2S. 
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cts.  per  cu.  yd.,  depending  on  the  rapidity  of  the  man  inside 
the  form.  This  man  tamped  the  concrete  which  was  emptied 
from  the  buckets  by  a  man  on  the  scaffolding.  Each  batch 
raised  the  level  in  the  form  15  ins.,  and  between  batches  a 
set  of  ties  for  the  column  rods  was  placed  by  the  man  during 
the  tamping.  It  took  from  ij/^  tc  2  days  to  concrete  a  column 
of  12  cu.  yds.  The  concrete  was  a  1-3.8-5.7  limestone  screen- 
ings mixture,  mixed  wet  enough  to  be  easily  pushed  into  the 
forms  and  worked  around  the  reinforcement.  The  form  con- 
struction is  shown  by  Fig.  224.  The  form  for  one  column  re- 
quired 650  ft.  B.  M.  of  lumber,  and  on  an  average,  eaclv  form 
was  used  twice.  As  a  matter  of  fact,  the  side  strips  and  out- 
side braces  were  used  three  times,  while  much  of  the  Ji-in. 
sheathing  was  destroyed  by  being  used  once.  The  lumber  for 
shoring  cost  $23  per  M.  ft.  B.  M.,  and  the  light  lumber  for 
forms  cost  $18  per  M.  ft.  B.  M.  All  lumber  was  yellow  pine. 
All  labor  was  negro,  at  15  cts.  per  hour;  foremen  who  worked, 
22y2  cts.  per  hour.  The  cost  of  the  several  parts  of  the  work 
compiled  from  records  furnished  by  Mr.  Keith  O.  Guthrie,  en- 
gineer in  charge,  was  as  follows: 

Cost  per  .  Cost  per 

Concrete.  column  cu.  yd. 

Lumber  for  forms $  4.81  $0.40 

Setting  up  and  removing  forms 11.32  0.95 

Cement,   10.17  bbls.  at  $2.40 24.40  2.03 

Sand,  5.87  yds.  at  $0.90 5.28  0.44 

Stone,  8.75  yds.  at  $1.35 10.94  0.91 

Mixing  and  wheeling 15-73  i-3i 

Hoisting  by  mule  with  driver 4.80  0.40 

Handling  bucket  on  scaffold 2.93  0.25 

Tamping  inside  column   2.93  0.25 

Painting  with  grout 3.89  0.32 

Clearing  away  rubbish   1.97  0.16 

Rigging,  etc 2.64  0.21 

Tools    0.59  0.05 

Moving  scaffold    2.94  0.25 

Moving  mix  board  and  rigging  hoist..      1.62  0.14 

Total  cost  of  concrete $96.79  $8.07 
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Cost  per 
Reinforcement.  column. 

Iron  bars,  1,034  lbs $20.68 

Drilling  iron  bars   144 

Setting  iron  bars  in  place 1.23 

Bolts  for  splicing  and  spacing  ........     3.98 

Wire  cross  ties  at  2^^  cts.  lb i-39 

Labpr  forming  130  cross  ties 1.13 


Total  cost  of  iron  and  steel $29.85 

Summary   of   Cost. 

Per  column. 

Concrete  in  place $96.79 

Steel  in  place  29.85 

Cutting  out  and  removing  brick.' 8.36 

Shoring  floors  and  roof,  labor 5.87 

Ditto  for  lumber  used  3  times 3.44 


an  _ 


Cost  cts.  per 
lb.  of  bars. 
$2.00 
0.14 
0.12 
0.40 
0.14 
0.1 1 


$2.91 

Per  cu  yd. 
$8.07 
2.49 
0.70 
0.49 
0.29 


$12.04 


EntfrContK 


Pig.    225.— Girder  Plan    for   6 -Story   Building. 

FLOOR  AND  COLUMN  CONSTRUCTION  FOR  SIX- 
STORY  BUILDING.— The  building  was  91  x  112  ft.;  56  col- 
umns spaced  16  ft.  apart  carried  the  girder  system  shown  by 
Fig.  225,  which  in  turn  supported  a  3j4-in  floor  slab.  The 
walls  and  partitions  were  not  concrete.  The  following  records 
were  kept  by  the  authors : 
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Forms. — The  column  forms  were  built  as  shown  by  Fig.  226. 
The  boards  were  iJ/^-in.  stuff,  surfaced  on  four  sides;  the 
yokes  were  spaced  2  ft.  apart.  The  i  x  6-in.  pieces  were  nailed 
to  the  2  X  4's  with  8-d.  nails  with  heads 
left  projecting  for  easy  pulling.  The 
girder  forms.  Fig.  227,  rested  on  the 
column  forms  and  on  intermediate 
posts  half-way  between  columns. 
These  intermediate  posts  were  3  x  4's 
with  4x4xi2-in.  head  blocks  nailed 
to  their  tops  and  wedges  under  their 
bottoms.  The  girder  molds  were  i^- 
in.  stuff,  and  to  the  side  pieces  were 
nailed  i  x  4-in.  cleats ;  the  bottom  and 
side  pieces  were  connected  by  ^  x  4-in. 
lag  screws  spaced  28  ins.  apart.  The 
floor  slab  stringers  were  carried  on  the 
I  X  4-in.  cleats ;  they  were  spaced  28 
ins.  apart  and  were  not  nailed ;  neither 
were  the  i  x  6-in.  lagging  boards  nailed 
to  the  stringers.  The  point  to  be  noted  />JTV^''*^****' 
is  the  design  and  construction  of  the  Fig.  226.— Column  Form  for 
forms  so  that   they  could  be    put  to-  *"^^°'^  Building, 

gether  and  taken  apart  easily.    The  lumber  required  for  forms 
for  one  floor  91  x  112  ft.,  or,  say,  10,200  sq.  ft.,  was  as  follows: 

Lumber  for  columns,  ft.  B.  M 9,000 

Lumber  for  10  x  lo-in.  beams,  ft.  B.  ^I 7,600 

Lumber  for  5  x  lo-in.  beams,  ft.  B.  M 2,700 

Intermediate  3  x  4-in.  posts,  ft.  B.  M 1,000 

Lagging,  i  x  6-in.  boards,  ft.  B.  M 9,000 

Stringers,  3x4  ins.,  ft.  B.  M " 4,500 


Total  ft.   B.   M 33,800 

In  round  numbers,  we  can  say  that  34,000  ft.  B.  M.  of  lum- 
ber were  used  for  10,000  sq.  ft.  of  floor  area,  or  3.4  ft.  B.  M. 
per  I  sq.  ft.  Enough  forms  were  provided  to  erect  two  com- 
plete floors ;  the  forms  for  the  lower  floor  being  removed  and 
erected  again  for  the  second  floor  above,  thus  using  all  the 
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lumber  three  times.  With  carpenters  at  $3.50  for  8  hours,  the 
forms  were  framed  ready  for  erection  for  $4  per  M.  ft.  B.  M. 
The  lumber  framed  ready  to  erect  cost  them : 

Lumber,  cost  per  M.  ft.  B.  M $26.00 

Labor,  framing  per  M.  ft.  B.  M 4.00 


Total  per  M.  ft.  B.  M $30.00 

Since  the  lumber  was  used  three  times,  $30  -f-  3  =  $10  is  the 
charge  against  each  1,000  ft.  B.  M.  needed  to  encase  the  con- 
crete on  a  floor.  There  were  nearly  34,000  ft.  B.  M.  per  floor, 
hence  the  cost  of  lumber  ready  for  erection  was  $340  per  floor. 
There  were  as  shown  below,  200  cu.  yds.  of  concrete  per  floor, 
so  that  the  cost  was  $340 -r- 200  =  $1.70  per  cu.  yd.  of  con- 
crete for  forms  ready  for  erection.    It  took  a  gang  of  5  men  7 


Fig.   227.— Girder  and  Slab  Forms  for  6-Story  Building. 

days  to  tear  down  and  carry  up  the  forms  for  one  floor ;  hence 
5  X  $2  X  7  =  $70  per  floor,  or  practically  $2  per  M.  ft.  B.  M., 
or  $0.35  per  cu.  yd.  of  concrete  for  taking  down  and  carrying 
forms  two  stories.  It  took  a  gang  of  10  carpenters  7  days  to 
erect  these  forms,  which  at  $3.50  per  day  was  $245  per  floor, 
or  $7  per  M.  ft.  B.  M.,  or  $1.20  per  cu.  yd.  of  concrete. 

Concrete. — The  amount  of  concrete  per  floor  was  as  follows: 
Floor  slab  3^  ins.  thick,  10,200  sq.  ft no  cu.  yds. 

Beams,  10  x  10  ins 40  cu  yds. 

Beams,   5  x  10  ins 20  cu.  yds. 

Columns,  15x15  ins.  (average) 30CU.  yds. 


Total  concrete  per  floor 200  cu.  yds. 
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A  concrete  mixer,  a  hoist  and  a  gang  of  14  men  mixed  and 
placed  the  concrete  for  a  floor  in  7  days.  At  $2  per  day  for 
labor  this  gives  14  X  7  X  $2  =  $196,  or  say  $1  per  cu.  yd.  for 
mixing  and  placing  the  concrete. 

Reinforcement, — In  each  of  the  10  x  lo-in.  beams  there  were 
4,  i-in.  round  rods,  2  straight  and  2  bent,  and  stirrups  of  ^  x 
i-in.  straps  spaced  5  ins.  apart  at  columns  and  15  ins.  at  the 
center.  In  each  5  x  lo-in.  beam  there  was  half  as  much  steel 
as  in  a  10  X  lo-in.  beam.  The  floor  slab  reinforcement  con- 
sisted of  ^-in.  rods  spaced  5  ins.  apart  and  2  cross-rods  in  7- 
ft.  panel. .  The  column  reinforcement  consisted  of  4  rods  aver- 
aging I  in.  in  diameter.  In  round  numbers  the  amount  of  steel 
required  for  each  floor  was,  therefore,  as  follows : 

Lbs.  steel  rods  in  10  x  lo-in.  beams 16,200 

Lbs.  steel  rods  in  5  x  lo-in.  beams '.....  4,000 

Lbs.  stirrups  in  beams   3,ooo 

Lbs.  steel  rods  in  floor  slabs 3,800 

Lbs.  steel  rods  in  columns 1400 

Total  pounds  steel  per  floor 28400 

This  is  equivalent  to  142  lbs.  of  steel  per  cubic  yard  of  con- 
crete, or  about  i  per  cent  of  the  total  volume  of  reinforced 
concrete  was  steel.  The  steel  in  the  beams  was  about  3  per 
cent.  It  required  a  gang  of  5  laborers  7  days  at  $2.25  per 
day,  to  bend  and  place  the  steel  for  each  floor  or  $86  for  labor 
on  28400  lbs.  of  steel.  This  is  equivalent  to  0.3  ct.  per  lb.,  or 
45  cts.  per  cu.  yd.  of  concrete. 

Summary  of  Costs. — Summarizing  the  figures  given  we  have 
the  following  cost  per  cubic  yard  of  concrete  in  floors  and 
columns : 
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Per  cu.  yd. 

142  lbs.  steel  at  2j4  cts $  3.55 

I   bbl.   cement    2.50 

I  cu.  yd.  gravel •. i.io 

y2  cu.  yd.  sand 0.55 

170  ft.  B.  M.  lumber  ready  to  erect  at  $10  (1-3  of  $30). .     1.70 

170  ft.  B.  M.  torn  down  at  $2 0.35 

170  ft.  B.  M.  erected  by  carpenters  at  $7 1.20 

Mixing  and  placing  concrete i.oo 

Shaping  and  placing  steel # .     0.45 

Superintendence 0.25 

Total    $12.65 

WALL  AND  ROOF  CONSTRUCTION  FOR  ONE- 
STORY  CAR  BARN.— The  barn  was  50  ft.  wide  and  190  ft. 
long,  divided  into  three  rooms  by  two  transverse  partitions 
and  covered  with  a  4-in.  roof  having  a  pitch  of  yi  in.  per  foot. 
The  main  walls  were  12  ins.  thick  and  the  partition  walls  10 
ins.  thick.  The  main  room  1 10  ft.  long  had  four  car  tracks  its 
whole  length  with  pits  under  each  and  a  6-in.  reinforced  con- 
crete floor  slab  between.  The  floor  girders,  one  under  each 
rail,  were  12  ins.  square,  each  reinforced  by  three  i^-iri.  rods, 
and  were  carried  on  I2xi2-in.  pillars.  The  total  yardage  of 
concrete  was  874  cu.  yds.  divided  as  follows : 

Walls  and  foundations,  cu.  yds 614 

Pillars  and  girders  in  track  pits,  cu.  yds 44 

Reinforced  floors,  cu.  yds 55 

Roof  160 

Total,  cu.  yds 873 

A  i-2j^-5  concrete  was  used  for  floors,  roof  and  girders  and 
a  1-3-6  concrete  for  foundations  and  walls.  There  were  26/2 
tons  of  reinforcing  steel,  or  61  lbs.  per  cu.  yd.,  or  0.45  per  cent, 
of  the  volume  of  the  concrete  was  steel.  The  wages  paid 
were:  Foreman,  $2.50;  blacksmith,  $2;  engineer,  $1.75;  la- 
borers, $1.50;  two-horse  team  and  driver,  $3.67;  one-h"orse 
team  and  driver,  $2.92;  carpenter,  $2.25;  carpenters  worked 
9  hours ;  all  others  10  hours. 

Forms, — Carpenters  framed  and  erected  forms  and  common 
laborers  under  foreman  carpenter  took  them  down.  Lagging 
was  all  2-in.  stuff  and  uprights  3x4-in.  stuff.    Props  for  roof 
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forms  were  i8-ft.  round  timber  procured  on  the  job.  They 
were  6  ins.  in  diameter  at  the  top  and  cost  50  cts.  each,  91 
being  used.  These  props  are  not  included  in  the  lumber 
listed  below,  but  their  cost  is  included  in  the  costs  given. 
No  record  was  kept  of  the  number  of  times  the  lumber  was 
used,  but  as  54,643  ft.B.'^M.  were  bought  and  about  twice  this 
much  would  be  needed  to  enclose  the  concrete  if  used  only 
once,  we  will  assume  that  all  lumber  was  used  twice.  In- 
cluding the  props  there  were  about  60,000  ft.  B.  M.,  or  70  ft. 
B.  M.  per  cu.  yd.  of  concrete.  The  cost  of  the  lumber  was 
$1,520.86,  and  the  cost  of  labor  on  the  forms  was  $1,660.60,  so 
that  the  cost  of  forms  was : 

Item.  Per  cu.yd.     Per  M.  ft.     Per  sq.  ft. 

Lumber..... $1.74  $13.50  $0,038 

Labor   1.90  14.07  0.041 


Total $3.64.  $27.57  $0,079 

If  the  lumber  had  been  used  only  once  the  cost  per  cubic 
yard  would  have  been  $5.38,  and  per  M.  ft.  B.  M.,  $41.07. 

Concrete, — A  railway  track  was  run  the  full  length  of  the 
building  upon  what  was  eventually  the  fourth  track  of  the  car 
barn  and  a  Ransome  mixer  was  set  up  as  close  to  the  track  as 
possible  allowing  a  platform  to  be  built  between  it  and  the 
track.  Cars  were  brought  up  to  this  platform  and  the  ma- 
terials handled  by  wheelbarrows  direct  from  cars  to  mixer. 
Both  platform  and  mixer  were  moved  twice  as  the  work 
progressed.  The  concrete  was  taken  by  wheelbarrows  on  run- 
ways to  the  side  walls.  For  the  roof  it  was  hoisted  by  a  horse 
by  means  of  a  mast  having  an  arm  with  a  three-quarters 
swing;  the  barrows  were  hoisted  direct  using  a  hook  for  the 
wheel  and  two  rings  for  the  handles. 

The  cost  of  the  concrete  for  materials  was : 

I.I  bbl.  cement  at  $1.21,  per  cu.  yd $1.33 

}i  ton  sand  at  75  cts.,  per  cu.  yd 0.55 

Aggregate,  per  cu.  yd 0.88 

61  lbs.  steel  at  1.9  cts.,  per  cu.  yd 1.15 

Lumber,  70  ft.  B.  M.  at  $27,  per  cu.  yd 1.74 


Total  per  cu.  yd $5.65 
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The  cost  of  labor  per  cubic  yard  was : 

Forms,  per  cu.  yd $1,900 

Mixing,  per  cu.  yd 0.210 

Placing,  per  cu.  yd 0.310 

Finishing,  per  cu.  yd 0.143 

Handling  cement,  per  cu.  yd 0.017 

Handling  sand,  per  cu.  yd 0.104 

Handling  steel,  per  cu.  yd 0.270 

Handling  aggregate,  per  cu.  yd 0.222 

Coal,  at  $4.25  per  ton,  per  cu.  yd o.oio 

Foreman,  per  cu.  yd 0-i33 

Teams  and  laying  pipe  line,  per  cu.  yd 0.087 

Total,  per  cu.  yd $3,406 

Summarizing,  we  have  the  following  cost  per  cubic  yard : 

Concrete  materials,  per  cu.  yd $2.76 

Labor  mixing  and  placing  concrete i.oi 

Forms,  materials  and  labor 3.64 

Reinforcement,  materials  and  labor 1.42 

Fuel,  foreman  and  pipe  line  labor 0.23 

Total,  per  cu.  yd $9.06 

The  cost  for  handling  steel,  making  stirrups,  welding,  etc., 
was  $8.90  per  ton,  or  0.45  ct.  per  lb. 

CONSTRUCTING  WALL  COLUMNS  FOR  A  ONE- 
STORY  MACHINE  SHOP.— The  building  was  53  x  600  ft. ; 
each  side  wall  consisted  of  40  columns  of  channel  section  car- 
ried on  footings  of  channel  section  somewhat  heavier  than 
that  of  the  column.  The  columns  were  spaced  15  ft.  on  cen- 
ters and  each  was  7^  ft.  wide  so  that  there  were  7J4-ft.  spaces 
between  columns,  which  were  filled  with  3-in.  curtain  walls 
extending  7J/2  ft.  above  the  floor.  Figures  228  and  229  show 
the  column  and  footing  construction.  Each  column  contained 
125  cu.  ft.,  or  4.63  cu.  yds.  of  1-3-5  ^'^^'  crushed  slag  con- 
crete above  the  footing  and  the  costs  given  here  relate  only  to 
the  columns  above  footings.  In  the  80  columns  there  were 
370  cu.  yds.  of  concrete. 
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Forms. — A  column  form  is  shown  by  Fig.  230;  it  contains 
approximately  1,000  ft.  B.  M.  of  lumber.  Ten  of  these  forms 
were  used,  so  that  10,000  ft.  B.  M.  of  form  lumber  were  re- 
quired for  370  cu.  yds.  of  concrete,  or  27  ft.  B.  M.  per  cu.  yd. 
of  concrete.  Each  column  had  a  superficial  area  excluding 
ends  of  about  420  sq.  ft.,  so  that  420  X  80  =  33,600  sq.  ft.  was 
the  superficial  area  of  all  the  columns  and  10,000  ft.  B.  M.  -=- 
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Fig.  228. — Channel  Section  Wall  Column  for  Factory  Building. 

33,600  sq.  ft.  =  0.3  ft.  B.  M.,  or,  say,  1-3  fct.  B.  M.,  of  form 
lumber  was  used  per  square  foot  of  concrete  enclosed.  The 
cost  of  the  forms  per  1,000  ft.  B.  M.,  and,  therefore,  per  form, 
was: 

Lumber,  1,000  ft.  B.  M.,  at  $31.75 $3^75 

Labor  constructing  form 16.39 


Total  per  1,000  ft.  B.  M $48.14 
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This  gives  us  a  cost  per  cubic  yard  of  concrete  for  ma- 
terials and  labor  constructing  forms  of  $480-;- 370^  $1,30, 
and  per  square  foot  of  outside  wall  area  of  $480-:-  (146  X  80) 
^4.1  cts. 

The  erection  and  taking  down  of  the  forms,  owing  to  the 
weight  of  some  of  the  pieces,  was  done  by  means  of  special 
derricks.  The  footings  were  brought  to  within  ^  in.  of  grade 
and  a  tenon  form  of  the  exact  shape  of  the  channel  section  of 
the  column  was  placed  on  top  and  filled  with  grout  to  a  depth 
of  I  in.  These  tenons  served  as  guides  in  setting  the  column 
forms,  and  proved  to  be  much  quicker  and  more  accurate  than 
points. 
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Fig.   229.— Footing  for  Wall  Column  Shown  by  Fig.  2:8, 
The  forms  were  assembled  on  the  ground  and  erected  by 
a  35-ft.  A-frame  derrick  mounted  on  wheels.    The  construction 
is  shown  by  Fig.  231.    This  derrick  had  a  capacity  of  about 

4  tons  and  carried  a  Ransome  friction  crab  hoist  driven  by  a 

5  h.p.  Meitz  &  Weiss  kerosene  oil  engine.  It  was  the  prac- 
tice to  set  a  number  of  forms  before  filling  any.  This  enabled 
the  carpenter  gang  to  be  plumbing  up  the  first  form  while  the 
erecting  gang  were  setting  others.  The  forms  had  to  be  very 
securely  guyed  and  braced  to  withstand  the  impact  of  the  fall- 
ing concrete.  Very  little  trouble  was  had  in  keeping  them 
well  lined  up. 
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Form  for  Molding  Wall  Column  Shown  by  Fig.  228. 
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Two  gangs  were  employed  in  assembling  forms  and  a  por- 
tion of  the  men  in  each  gang  also  shaped  and  placed  the  rein- 
forcement and  placed  and  tamped  the  concrete  in  the  forms 
so  that  no  exact  division  of  labor  is  possible.  The  organization 
of  these  gangs  and  the  wages  paid  were  as  follows : 

Derrick  Gang: 
I  foreman,  at  36  cts.  per  hour $  3.94 

1  crabman,  at  30  cts.  per  hour 2.70 

2  topmen,  at  2y  cts.  per  hour 4.86 

2  bottom  men,  at  23  cts.  per  hour 4.14 

Total  per  9-hour  day $15.64 

Assembling  Gang: 

1  boss  carpenter,  at  47  cts.  per  hour $  4.23 

2  carpenters,  at  36  cts.  per  hour 6.48 

2  carpenters,  at  30  cts.  per  hour 5.40 

2  carpenters'  helpers,  at  25  cts.  per  hour 4.50 

4  men  forming  and   placing  reinforcing  steel   and  re- 
threading  bolts,  at  23  cts.  per  hour 8.28 

Total  per  9-hour  day $28.89 

Grand  total  $4453 

These  gangs  assembled  and  erected  the  molds  and  con- 
creted 80  columns  in  22  working  days,  including  2  days  lost 
on  account  of  cold  weather,  so  that  4  columns  were  com- 
pleted per  day  of  9  hours.  We  can  subdivide  the  cost  as 
follows : 

Item.  Per  cu.  yd. 

Erecting  forms  and  concreting $0.81 

Assembling  forms  and  reinforcement.  ^ 1.56 

Total $2.37 

Charging  the  4  men  placing  reinforcement  and  rethreading 
bolts  to  forming  and  placing  reinforcement  alone  we  can 
figure  the  cost  of  fabrication  and  erection  of  reinforcement 
very  closely.  There  were  160  lbs.  of  reinforcing  steel  in  each 
column,  hence  $8.28-7-  (160  X  4)  =  1.3  cts.,  was  the  cost  per 
pound  of  forming  and  placing  it.    This  includes  handling. 
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The  stripping  of  the  forms  was  carried  on  by  another  gang 
using  a  derrick  similar  to  the  first  one  described,  except  it 
could  be  of  lighter  construction  as  it  had  to  handle  only  the 
separate  parts  of  each  form  and  not  the  forms  assembled. 
The  derrick  shown  in  Fig.  232  was  a  33-ft.  A-frame,  with 
wheels  at  the  bottom  of  each  leg.  It  had  a  friction  crab  hoist 
driven  by  an  electric  motor,  both  of  which  were  fastened  to  the 
derrick  frame  between  the  shear  legs. 


E\eva+ion. 


Fig.  231.— Derrick  for  Erecting  W^all  Column  Forms  Shown  by  Fig.  230. 

The  operation  of  stripping  required  only  four  men  and  the 
crabman.  The  outside  flat  panel  was  removed  first,  and  left 
leaning  up  against  the  concrete  while  the  inside  trough 
shaped  panel  was  pried  loose  and  lowered  onto  the  ground 
with  its  inside  face  uppermost.  The  side  panels  being  com- 
paratively light,  were  stripped  without  the  use  of  the  derrick, 
and  these  panels  were  assembled  on  the  ground  with  the  inside 
piece.  The  derrick  then  picked  up  the  outside  panel  again, 
and  placed  it  in  its  proper  place.  After  the  bolts  were  put  in 
place,  the  assembled  form  was  moved  on  rollers  to  another 
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point  in  the  line  of  columns  where  it  was  again  erected.  The 
arrangement  of  derricks  for  erecting  and  stripping  forms  is 
shown  in  Fig.  233. 

The  gang  stripping  forms  was  made  up  as  follows : 

I  foreman,  at  30  cts.  per  hour $  2.70 

I  crabman,  at  27  cts.  per  hour 2.43 

1  topman,  at  27  cts.  per  hour 2.43 

2  bottom  men,  at  23  cts.  per  hour 4.14 

Total  per  9-hour  day • $1 1.70 
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Fig.  232.— Derrick  for  Stripping  Wall  Column  Forms  Shown  by  Fig.  230. 

This  gang  of  five  men  stripped  4  columns  containing  18.52 
cu.  yds.  of  concrete  each  day,  so  that  the  cost  of  stripping 
was  $11.70-^-18.52  =  62.7  cts.  per  cu.  yd. 

Concrete. — The  concrete  was  mixed  in  a  No.  2  Ransome 
mixer  and  delivered  to  the  work  in  Ransome  concrete  carts. 
These  carts  were  pushed  along  a  runway  which  terminated 
in  a  slight  incline  under  the  derrick  so  that  their  contents 
could  be  emptied  into  the  derrick  buckets. 

The  concrete  was  hoisted  in  an  8-ft.  bottom  dump  bucket, 
using  the  derrick  described  above.  It  was  necessary  to  stir  up 
the  concrete  thoroughly  with  long-handled  slicers  as  it  was 
being  deposited  in  order  to  prevent  segregation.  This  expedi- 
ent combined  with  a  wet  mixture  and  tight  molds  was  found 
to  overcome  this  difficulty  very  effectually.- 
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The  gang  mixing  and  wheeling  concrete  was  made  up  as 
follows : 

I  mixer  foreman  and  engineer  at  2y  cts.  per  hour $  243 

4  laborers  charging  mixer  at  18  cts  per  hour 6.48 

4  laborers  wheeling  concrete  at  18  cts.  per  hour 648 

Total  per  9-hour  day $I5«39 

This  gang  mixed  and  wheeled  concrete  for  four  columns, 
or  18.52  cu.  yds.,  hence  the  cost  per  cubic  yard  was  82.6  cts. 

With  cement  at  $1.60  per  bbl.,  sand  at  $1  per  cu.  yd.  and 
slag  at  $1.10  per  cu.  yd.  the  cost  of  materials  per  cubic  yard 
of  concrete  was  $3. 
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Fig.  233. — ^Arrangement  of  Derricks   for   Erecting   and    Stripping  Forms. 

Summarizing  the  above  figures  we  have  the  following  cost 
per  cubic  yard  of  concrete  in  place: 

Item.  Per  cu.  yd. 

Concrete  materials $3.00 

Reinforcing  steel   '. . .  0.73 

Forms,  lumber  and  framing 1.30 

Forms,  erecting  and  concreting 0,81 

Forms,  assembling  and  reinforcement 1.56 

Forms,  stripping  0.63 

Mixing  and  wheeling  concrete 0.83 

Total , .  .$&i5 
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CONSTRUCTING  ONE-STORY  WALLS  WITH  MOV- 
ABLE FOKMS  AND  GALLOWS  FRAMES^In  construct- 
ing the  walls  for  an  85  x  30-ft.  factory  building  at  Old  Bridge, 
N.  J.,  Mr.  A.  E.  Budell  made  use  of  movable  forms  and  gal- 
lows frames  to  construct  the  curtain  walls  and  columns  in 
one  piece.  Each  side  wall  was  built  its  full  height  in  suc- 
cessive 50-ft.  lengths  by  depositing  the  concrete  between  two 
forms  which  were  moved  upward  as  the  concreting  pro- 
gressed. Fig.  234  indicates  the  mode  of  procedure.  The 
form  was  raised  and  lowered  by  means  of  two  gallows  frames 
,  fitted  with  blocks  and  tackle.    A  steel  cable,  with  a  trolley 


affixed,  extending  from  one  frame  to  the  other,  provided  a 
convenient  mode  of  hoisting  material  to  the  form,  and  the 
gallows  frames  took  the  place  of  ladders  for  climbing  onto  the 
structure.  No  scaffolding  whatever  was  used  and  only  one 
man  was  required  overhead  to  dump  the  buckets  and  tamp 
the  concrete  into  place. 

The  two  walls  were  carried  up  simultaneously,  one  form 
being  shifted  into  place  and  filled  while  the  other  was  left  in 
place  until  the  concrete  was  suf&ciently  hard.  It  was  found 
that  18  hours  was  amply  sufficient  to-  allow  the  concrete  to  set 
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hard,  after  which  the  form  was  removed  and  lifted  to  a  higher 
level.  Thus  the  men  were  continuously  engaged  in  lifting 
and  filling  first  one  form  and  then  the  other.     The  average 


i 

Pig.    235,— Details  of   Wall    Form    Panel    for    One-Story   BulldlnB. 

length  of  time  required  to  remove,  raise  and  fill  one  form  was 
5  to  6  hours.  Thus,  two  forms  could  be  raised  and  filled 
almost  every  day.    The  construction  of  the  forms  and  of  the 
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gallows  frames  is  shown  by  Figs.  234  and  235.     The  cost 
of  one  set  of  forms  and  gallows  frames  was  as  follows : 

320  ft.  B.  M.  of  2  X  10  in.  X  10  ft.  plank  at  $34 $  10.88 

150  ft.  B.  M.  of  3  X  4  in.  X  16  ft.  spruce  at  $33 5.25 

I35>4  ft.  B.  M.  I  X  8  in.  yellow  pine  at  $30 4.08 

335  ft.  B.  M.  1 34  X  6  in.  spruce  at  $33 1 1.05 

4  posts  6  X  8  in.  X  26  ft.  =  416  ft.  B.  M.  at  $30 12.48 

4  sills  6x8  ins.  x  16  ft.,  2  caps  6x6  ins.  x  9  ft.,  4  braces 

6x6  ins.  X  16  ft.  =  490  ft.  B.  M.  at  $30 J4-70 

3  pieces  3  x  10  ins.  x  20  ft.  =  150  ft.  B.  M.  at  $30 4.50 

Total  lumber  (^1.996.5  ft.  B.  M.) $  62.94 

Accessories : 

Bolts  for  trussing,  675  lbs.  at  2  cts $  13.50 

Iron  guy  rope  and  clips 7.00 

Blocks 8.00 

One  coil  of  ^-in.  rope 28.00 

Total  accessories  $  56.50 

Labor  making  one  outfit: 
2  men,  8  days,  at  $2.75  per  9  hrs $  44.00 

Grand  total  $163.44 

This  sum  covered  the  cost  of  forms  for  one  side  of  the  build- 
ing 85  ft.  long  and  containing  150  cu.  yds.  of  concrete,  hence 
the  cost  of  forms  was  in  round  figures  $1.10  per  cu.  yd.  of 
concrete.  Each  cubic  yard  of  concrete  required  1,997 -i-  150  = 
13  1-3  ft.  B.  M.  of  form  lumber. 

The  concrete  was  a  1-2^/2-4^/^  mixture.  A  careful  record  for 
15  days,  showed  an  average  of  2.8  cu.  yds.  of  concrete  placed 
in  6  hours  by  a  gang  of  6.3  men.  From  this  we  can  figure  the 
cost  of  concrete  in  place  to  be  about  as  follows : 

2.8  cu.  yds.  concrete  at  $3  for  materials $  8.40 

6.3  men  6  hours  at  15  cts 5.67 

I  foreman  6  hours  at  $4  per  day 2.00 

Total  per  cu.  yd $16.07 
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Thus  the  cost  of  concrete  in  place  was  $16.07 -f-2.&=  $5.73 
per  cu.  yd.  Adding  the  cost  of  forms  we  get  $5.73  +  $1.10  = 
$6.83  per  cu.  yd,  as  the  cost  for  labor  and  materials  in  con- 
structing forms  and  mixing  and  placing  concrete. 

Offsets  and  molding  decorations  were  easily  made,  although 
they  were  quite  numerous  on  the  building  in  question,  at 
least  more  so  than  would  ordinarily  be  the  case  in  mill  build- 
ing construction.     The  offset  of  1  ft.  at  every  column  was 
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made  very  readily  by  sliding  wooden  shoulder  pieces  into  place 
on  the  inner  face  of  the  form,  which  pieces  in  turn  received 
2-in.  faced  planking,  the  latter  being  slid  into  place  from  above. 
Thus  the  entire  system  was  collapsible  and  small  alterations 
were  easily  made  whenever  the  form  was  shifted.  Flat  sur- 
faces or  offsets  could  be  obtained  at  will  by  either  removing 
or  setting  in  the  shoulder  pieces.  Molding  effects  were  made 
on  the  front  face  of  the  wall  by  tacking  molding  strips  to  the 
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form  wherever  necessary.  The  entire  work  was  done  with 
common  labor  and  the  finished  building  presented  a  smooth, 
homogeneous  surface  which  required  very  little  dressing. 

FLOOR  AND  ROOF  CONSTRUCTION  FOR  FOUR- 
STORY  GARAGE.— The   buHding  was   53  x  200   ft.,   and   4 


stories  high,  with  provision  for  2  additional  stories  in  the  de- 
.  sign  of  footings  and  columns.  Two  rows  of  wall  columns  con- 
nected by  transverse  girders  carrying  the  floor  and  roof 
slabs  made  a  comparatively  simple  construction,  except  for  a 
■nine  floor  carried  on  cantilever  beams  and  except  for  the 
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use  of  cantilever  footings ;  these  two  special  details  are  shown 
by  Figs.  236  and  237.  The  amount  of  concrete  in  the  building 
was  1,910  cu.  yds.,  distributed  as  follows: 

Cu.  yds. 

Footings,  reinforced  igo 

Columns,  reinforced   450 

Floors  and  roof,  reinforced 1,100 

Floor  on  ground,  not  reinforced  :    170 

Total    1,910 

The  amount  of  reinforcing  metal  used  was  237  tons,  di^rib- 
uted  as  follows: 

Item.  Tons.  Lbs.  per  cu.  yd. 

Footings 42  442 

Columns    20  90 

Floors  and  roof 175  318 

Total  and  average 237  272 

This  is  equivalent  to  2  per  cent,  of  steel  in  1,910 — 170  = 
1,740  cu.  yds. 

Forms. — The  total  area  of  concrete  covered  by  forms  (1,740 
cu.  yds.)  was  94,000  sq.  ft.,  distributed  as  follows: 

Footings,  sq.  ft 4,000 

Columns,  sq.  ft 20,000 

Floors  and  girders,  sq.  ft 70,000 

Total,  sq.  ft 94,000 

For  the  work  50,000  ft.  B.  M.  of  old  lumber  was  used  and 
170,000  ft.  B.  M.  of  new  lumber  was  bought,  the  cost  being  as 
follows : 

50  M.  ft.  B.  M.  at  $13  per  M $  650 

170  M.  ft.  B.  M.  at  $26  per  M .' . . .  4,420 

220  M.  ft.  B.  M.  at  $23 $5,070 

This  is  equivalent  to  126  ft.  B.  M.  per  cu.  yd.  of  concrete. 
New  forms  were  made  for  each  floor  except  the  sides  of  the 
girder  molds  which  were  re-used  so  far  as  they  would  fit, 
but  the  roof  forms  were  made  from  lumber  used  for  the  floors. 
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In  all  no  more  than  20  per  cent,  of  the  form  lumber  was  used 
a  second  time.  In  round  figures  new  lumber  was  required  for 
80,000  sq.  ft.  of  concrete;  this  gives  a  cost  for  lumber  of  6.4  " 
cts.  per  sq.  ft.  The  construction  of  the  column  and  floor 
forms  is  shown  by  Fig.  238.  A  force  of  15  carpenters  at  $4.40 
per  day  under  a  foreman  at  $35  per  week  erected  and  tore 
down  forms;  the  carrying  was  done  by  laborers  at  $1.70  per 
day  working  under  a  foreman  at  $35  per  week;  carpenters 
worked  an  8-hour  and  laborers  a  lo-hour  day.  Forms  for  one 
floor  were  framed  and  erected  in  8  to  10  days.  The  cost  of 
forms  for  1,740  cu.  yds.  and  8o,ooo  sq.  ft.  of  concrete  and  per 
M.  ft.  B.  M.  was  as  follows : 


"1        ET 


I  Fig.   338. — Column  anil   Floor  Forms  for  Four-SIory  Carafe. 

Item.                                   Percu.  yd.  Per  sq.  ft.  Per  M.  ft, 

Lumber    $2.90            $0,064  $23.00 

Framing,  erecting  and  removing.  2.00  )  13-67 

Handling  lumber i.io  f            '  ^'  8.70 

Totals  $6.00  $0,121  $47.37 

The  lumber  had  a  considerable  salvage  value  which  is  not 
allowed  for  in  the  above  figures. 
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Concrete. — The  concrete  was  a  Portland  cement,  J^-in.  trap 
rock  mixture,  mixed  wet  in  two  Chicago  Improved  Cube 
Mixers  equipped  with  charging  buckets.  The  mixers  were 
located  on  the  ground  floor,  one  at  the  rear  and  one  at  the 
front  of  the  building,  both  discharging  directly  to  a  hoist. 
With  a  gang  of  30  men  at  $1.70  per  lo-hour  day  under  a  fore- 
man at  $35  per  week  a  floor  was  concreted  in  2  days,  the 
columns  being  concreted  the  first  day  and  the  floor  being 
concreted  the  second  day.  The  labor  cost  for  mixing  and 
placing  concrete  and  for  fabricating  and  setting  reinforcement 
was  as  follows: 

Item.  Per  cu.  yd. 

Mixing  and  placing  concrete $1-95 

Erecting  and  setting  steel 2.05 

Total  $4.00 

The  cost  of  concreting  includes  the  cost  of  granolithic  sur- 
face for  the  floor  slabs.  The  girder  reinforcement  was  made 
up  into  unit  frames  and  the  frames  were  set  as  a  unit,  horses 
set  over  the  molds  being  used  to  suspend  and  lower  them 
into  place.  The  cost  of  $2.05  per  cu.  yd.  is  equivalent  to  J4  ct. 
per  lb.  Summarizing,  we  have  the  following  cost  for  ma- 
terials and  labor  on  forms  and  for  labor  mixing  and  placing 
concrete  and  reinforcement : 

Per  cu.  yd. 

Lumber  for  forms $  2.90 

Labor  on  forms 3.10 

Labor  on  concrete  1.95 

Labor  on  steel 2.05 

Total $10.00 

This  $10  total  does  not  include  the  cost  of  the  concrete  nor 
of  the  steel. 


CHAPTER    XX. 

METHOD  AND  COST  OF  BUILDING  CONSTRUCTION 
OF  SEPARATELY  MOLDED  MEMBERS. 

This  chapter  deals  exclusively  with  the  methods  and  cost 
of  molding  and  erecting  separately  molded  wall  blocks,  girders, 
columns  and  slabs.  The  structural  advantages  and  disad- 
vantages of  this  type  of  construction  as  compared  with  mono- 
lithic construction  will  not  be  considered.  The  data  given 
in  succeeding  paragraphs  show  how  separate  piece  work  has 
been  done  and  what  it  has  actually  cost  to  do  it  in  a  number 
of  instances. 

COLUMN,  GIRDER  AND  SLAB  CONSTRUCTION.— 

European  engineers  have  developed  several  styles  of  open  web 
or  hollow  girder  and  column  shapes,  but  in  America  solid 
columns  and  girders  have  been  used  except  in  the  compara- 
tively few  cases  where  one  of  the  European  constructions  has 
been  introduced  by  its  American  agents. 

Warehouses,  Brooklyn,  N.  Y. — In  constructing  a  series  of 
warehouses  in  Brooklyn,  N.  Y.,  the  columns  and  girders  were 
molded  in  forms  on  the  ground.  For  molding  the  columns, 
forms  consisting  of  two  side  pieces  and  one  bottom  piece,  were 
used,  saving  25  per  cent,  in  the  amount  of  lumber  required  for  a 
column  form,  and  doing  away  with  yokes  and  bolts,  since  only 
simple  braces  were  required  to  hold  the  side  forms  in  place. 
It  was  found  that  the  side  forms  could  readily  be  removed  in 
24  to  48  hours,  thus  considerably  reducing  the  time  that  a 
considerable  portion  of  the  form  lumber  was  tied  up.  It  was 
figured  by  Mr.  E.  P.  Goodrich,  the  engineer  in  charge  of  tliis 
work,  that  this  possible  re-use  of  form  lumber  reduced  the 
amount  required  another  50  per  cent,  as  compared  with  mold- 
ing in  place.  Girders  were  molded  like  columns  in  three-sided 
forms;  the  saving  in  form  work  was  somewhat  less  than  in 
the  case  of  columns,  but  it  was  material.  In  general.  Mi. 
Goodrich  states,  the  cost  of  hoisting  and  placing  molded  con- 
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Crete  members  is  higher  per  yard  than  when  the  concrete  is 
placed  wet.    That  is  in  mass  before  it  is  hardened. 

Factory,  Reading,  Pa. — In  constructing  a  factory  at  Read- 
ing, Pa.,  an  open  or  lattice  web  type  of  girder  invented  by  Mr. 
Franz  Visintini  and  extensively  used  in  Austria  was  adopted; 
columns  were  molded  in  place  in  the  usual  manner  with  bracket 
tops  to  form  girder  seats.  The  girders  were  reinforced  with 
three  trusses  made  up  of  top  and  bottom  chord  rods  connected 
by  diagonal  web  rods ;  one  truss  was  located  at  the  center  of 
the  beam  and  one  at  each  side.  The  method  of  molding  was 
as  follows :  The  trusses  were  made  by  cutting  the  chord  rods 
to  length  and  threading  the  web  diagonals  and  verticals  onto 
them.  To  permit  threading  the  web  pieces  were  bent,  when 
rods  were  used,  with  an  eye  at  each  end ;  when  straps  were 
used  the  ends  were  punched  with  holes.  The  work  was  very 
simple  and  was  done  mostly  by  boys  in  the  machine  shop  of 
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Fig.    239. — Sketch    Showing   Forms   and    Reinforcement   for   Visintini    Girder. 

the  company  for  which  the  building  was  being  erected.  The 
girders  were  molded  two  at  a  time  in  forms  constructed  as 
shown  by  the  sketch.  Fig.  239.  A  form  consisted  of  a  center 
board,  two  side  boards,  two  end  pieces  and  the  proper  number 
of  cast  iron  cores,  all  clamped  together  by  three  yokes.  Tri- 
angular cast  iron  plates,  A,  were  screwed  to  the  bottom  boards 
for  spacers.  The  side,  center  and  end  boards  were  then  set 
up  and  the  end  clamps  were  placed.  The  cast  iron  hollow 
cores,  5,  were  then  set  over  the  spacers,  and  the  form  was 
ready  for  pouring.  A  layer  of  concrete  was  placed  in  the 
bottom  of  the  mold  and  the  first  side  truss  was  placed;  the 
concrete  was  then  brought  half  way  up  and  the  middle  truss 
was  placed;  concreting  was  then  continued  up  to  the  plane 
of  the  second  side  truss  which  was  placed  and  covered.  Cores 
and  forms  were  all  cleaned  and  greased  each  time  they  were 
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used.  The  cores  were  removed  first  by  means  of  a  lever 
device  and  generally  within  three  or  four  hours  after  the  con- 
crete was  placed.  The  remainder  of  the  form  was  taken  down 
in  two  to  four  days  and  the  beam  removed. 

Kilnhouse,  New  Village,  N.  J. — In  constructing  a  kiln  house 
for  a  cement  works  one  story  columns  with  bracket  tops  and 
50-ft.  span  roof  girders  were  molded  on  the  ground  and  erected 
as  single  pieces.  The  columns  by  rough  calculation  averaged 
about  2  cu.  yds,  of  concrete  and  675  lbs.  of  reinforcement  each 
or  about  337  lbs,  of  steel  per  cubic  yard.  The  girders  aver- 
aged by  similar  calculation  5  cu.  yds.  of  concrete  and  2,260 


Pig.  210.— ArrangemEnt  for  MoldinB  Ten  Single -Braehet  Columns, 

lbs.  of  steel,  or  452  lbs.  per  cubic  yard  of  concrete.  The  aver- 
age weight  of  columns  was  thus  not  far  from  4  1-3  tons  and  of 
girders  fully  11  tons. 

Several  combinations  of  arrangements  were  used  for  mold- 
ing the  columns  and  girders.  For  wall  columns  having  one 
bracket  the  arrangement  shown  by  Fig.  24a  was  adopted. 
The  concrete  slab  molding  platform  was  covered  with  paper, 
and  on  this  the  two  outside  and  the  middle  columns  were 
cast  in  forms.  When  those  columns  had  set  the  forms  were 
removed,  the  intervening  spaces  were  papered  and  the  two  re- 
maining columns  were  cast.  Ten  columns,  five  sets  of  two 
columns  in  line,  were  cast  on  each  base.    The  remaining  col- 
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umns  were  cast  in  combination  with  girders  as  shown  by  Fig. 
241.  The  two  outside  lines  of  columns  (i)  were  molded  in 
forms,  allowed  to  stand  until  set  and  then  stripped.  Using  a 
column  surmounted  by  a  shallow  side  form  for  one  side  and 
a  full  depth  side  form  for  the  other  side  molds  were  fashioned 


Fig.   241— 


r-Brackel  Columns  and  I 


for  the  two  outside  girders,  Nos.  2  and  3.  One  full  depth  side 
form  and  the  side  of  girder  N'o.  2  formed  the  mold  for  girder 
\o.  4.  Girder  No.  5  was  then  molded  between  girders  No.  3 
and  No.  4. 


The  construction  of  the  girder  forms  is  shown  by  Fig.  242. 
This  drawing  shows  one  of  the  four  main  sections  making  up 
a  complete  form.  A  full  size  form  of  this  construction  con- 
tained about  1,100  ft.  R.  M.  of  lumber,  and  three  were  biiili. 
so  that  3.300  ft.  B.  M.  of  form  lumber  were  used  for  molding 
20  girders,  or  33  ft.  R.  M.  per  cubic  yard  of  concrete.    A  full 
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size  column  form  contained  about  225  ft.  B.  M.  of  lumber,  and 
eight  were  constructed,  so  that  1,800  ft.  B.  M.  of  form  lumber 
were  used  for  molding  56  columns,  or  about  16  ft.  B.  M.  per 
cubic  yard  of  concrete. 

The  following  was  the  cost  of  erecting  a  full  column  form 
including  lining,  plumbing,  bracing  and  yoking,  but  excluding 
lumber  and  original  construction : 

I  carpenter,  3  hrs.,  at  $0.25 $0,750 

I  helper,  3  hrs.,  at  $0.175 0.525 

1  helper,  i  hr.,  at  $0.175 0-^75 

1-5  boss  carpenter,  3  hrs.,  at  $0.30 0.180 

Total $1,630 

This  gives  a  cost  of  $7.25  per  M.  ft.  B.  M.  for  erecting  col- 
umn forms. 

The  cost  of  erecting  a  full  size  girder  form  including  lining, 
plumbing,  bracing  and  setting  six  bolts  was  as  follows : 

2  carpenters,  5  hrs.,  at  $0.25     $2.50 

2  helpers,  5  hrs.,  at  $0.175 1.75 

2  laborers,  yi  hr.,  at  $0.15 0.15 

}4  boss  carpenter,  at  $0.30 0-375 

Total    $4,775 

This  gives  a  cost  of  $4.35  per  M.  ft.  B.  M.  for  erecting  girder 
forms. 

The  reinforcement  was  erected  inside  the  forms  for  both 
columns  and  girders.  The  cost  of  erection  for  one  column 
was: 

2  laborers,  4  hrs.,  at  $0.15 $1.20 

1-3  foreman,  4  hrs.,  at  $0.225 0.30 

Total $1.50 

This  gives  a  cost  of  about  0.22  cts.  per  pound  for  erecting 
column  reinforcement,  including  the  bending  of  the  horizontal 
ties  or  hoops.  The  girder  reinforcement  was  erected  by 
piece  work  at  a  cost  of  $1.80  per  girder — or  about  0.08  ct.  per 
pound. 
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The  concrete  used  was  a  i-6  mixture  of  Portland  cement 
and  crusher  run  stone  all  passing  a  ^/^-in.  sieve  and  lo  per  cent, 
passing  a  200  mesh  sieve.  No  trouble  was  had  in  handling 
this  fine  aggregate.  It  was  mixed  in  a  Ransome  mixer,  ele? 
vated  so  as  to  deliver  the  batches  into  cars  on  a  standard 
gage  track.  This  track  ran  between  the  base  slabs  on  which 
the  molding  was  done.  Each  car  held  about  3  cu.  yds.  and 
discharged  through  a  side  gate  and  spout  directly  into  the 
forms,  the  mixture  being  made  so  wet  that  it  would  flow 
readily.  The  company  used  its  own  cement  and  stone  for  con- 
crete and  charged  up  the  cement  at  $1  per  barrel  and  the  stone 
at  60  cts.  per  cubic  yard.  At  these  prices,  and  assuming  that 
a  cubic  yard  of  concrete  of  the  mixture  above  described  would 
contain  about  1.25  bbl.  of  cement  and  1.5  cu.  yd.  of  stone,  we 
have  the  following  cost  of  materials  per  cubic  yard  of 
concrete : 

1.25  bbls.  of  cement,  at  $1 $1.25 

1.5  cu.  yds.  stone,  at  $0.60 0.90 

Total    $2.15 

The  actual  cost  of  mixing  the  concrete  and  delivering  it  to 
the  cars  was  as  follows: 

Item.  Per  cu.  yd. 

I  foreman,  at  20  cts  per  hour $0.0300 

3  man  shoveling  stone,  at  15  cts.  per  hour 0.0675 

3  men  filling  hopper,  at  15  cts.  per  hour 0.0675 

I  man  bringing  cement,  at  18  cts.  per  hour 0.0225 

I  man  dumping  cement,  at  15  cts.  per  hour 0.0225 

9  h.p.;  at  J^  ct.  per  h.p.  hour 0.0450 

Superintendence,  repairs,  etc 0.0270 

Total    $0.2820 

The  cost  of  hauling  the  concrete  from  mixer  to  forms  ran 
about  2.7  cts.  per  cubic  yard,  so  that  we  have  a  cost  for  con- 
crete in  place  of: 

Concrete  materials,  per  cu.  yd. $2,150 

Mixing  concrete,  per  cu.  yd 0.281 

Hauling  concrete,  per  cu.  yd 0.027 

Total  cost,  per  cu.  yd $2,458 
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The  cost,  then,  per  column  or   girder  molded,  assuming  that 
it  was  necessary  to  erect  a  full  form,  was  about  as  follows: 

Columns : 

2  cu.  yds.  concrete,  at  $2.46 $  4,92 

675  lbs.  steel,  at  2>i  cts 16.77 

Erecting  steel,  at  0.22  ct.  per  lb 1.50 

Erecting  forms 1.63 

Total  $24.82 


Fig.  !43.— Vlev  Showing  Method  of  Hoisting  Molded  Colunms. 

Girders : 

5  cu.  yds.  concrete,  at  $2.46 $12.30 

2,260  lbs.  steel,  at  2'/i  cts 56-50 

Erecting  steel,  at  0.08  ct.  per  lb 1.80 

Erecting  forms 4.77 

Total    $75.37 

These  figures  give  a  unit  cost  of  $12.41   per  cu.  yd,  for 
molded  columns,  and  of  $15.07  per  cu.  yd.  for  molded  girders. 


520  CONCRETE    CONSTRUCTION, 

The  columns  were  erected  by  a  Browning  locomotive  crane, 
which  lifted  and  carried  them  to  the  work  and  up-ended  them 
into  place.  To  facilitate  lifting  the  columns  from  the  mold- 
ing bed  a  13/2-in.  pipe  8  ins.  long  w^as  cast  into  both  ends; 
pins  inserted  into  these  sockets  provided  hitches  for  the  tackle. 
The  column  was  lifted  off ,  the  molding  bed  and  blocked 
up,  then  iron  clamps  were  attached,  one  at  each  end,  as  shown 
by  Fig.  243.  A  gang  of  i  foreman  and  14  men  erected  from 
5  to  7,  or  an  average  of  6  columns  per  lo-hour  day.  The 
average  wages  of  the  erecting  gang  were  21  cts.  per  hour.  The 
cost  then  of  column  erection  was  (14  X  $2.10) -=-6  =  $5.25 
per  column,  or  $2.63  per  cu.  yd.  of  concrete. 

The  roof  girders  had  i-in.  eye-bolts  24  ins.  long  cast  into 
them  vertically  about  4  ft.  from  the  ends.    They  were  lifted 
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Fig.  244.— Sketch  Showing  Sling  for  Erecting  30-ft.  Roof  Girders. 

off  the  molding  bed  by  tackle  by  the  locomotive  crane  to  these 
eye-bolts  and  blocked  up  to  permit  the  adjustment  of  the 
sling.  This  sling  is  shown  by  the  sketch,  Fig.  244,  and  as  will 
be  observed  acts  as  a  truss.  At  first  it  was  used  without  the 
vertical,  but  the  cantilever  action  of  the  unsupported  ends 
caused  cracks.  The  girders  were  loaded  onto  cars  by  the  loco- 
motive crane  and  taken  to  the  work,  where  they  were  hoisted 
and  placed  by  a  gin  pole.  The  girder  erecting  gang  consisted 
of  I  foreman  and  14  men,  working  a  lo-hour  day  at  21  cts. 
per  hour.  This  gang  erected  four  girders  per  day,  at  a  cost 
of  (15  X  $2.10) -f- 4  =  $7.87  per  girder,  or  $1.57  per  cu.  yd. 
of  concrete. 

The  cost  of  girders  and  columns  in  place  was  thus  about  as 
follows : 
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Columns :                                           Per  unit.  Per  cii.  yd. 

-  Molding $25.00  $12.50 

Erecting i 5,25  2.63 

Totals    $30.25  $15-13 

Girders : 

Molding $75.00  $15.00 

Erecting ^ 7.87  1.57 

Totals   $82.87  $16.57 


Fig.  246.— View  Showing  Method  of  Handling:  Roof  Slabs. 

In  tills  same  building  the  roof  was  composed  of  12  x  6j4  ft.  x 
4-in.  slabs  mokled  in  tiers;  a  slab  was  molded  and  when  b&rd 
was  carpeted  with  paper  and  the  form  moved  up  and  a  second 
slab  molded  on  top  of  the  first.  This  operation  was  repeated 
niitil  a  tier  of  slabs  had  been  molded.  By  molding  eacli  slab 
with  a  3-in.  overlap,  as  shown  by  Fig.  245,  they  could  be 
easily  separated  by  lifting  on  hooks  inserted  under  the  over- 
hanging ends.  Each  slab  contained  0.925  cu.  yd.  of  concrete 
and  alK>ut  Ii6j4  lbs.  of  reinforcement.  The  cost  of  molding 
one  roof  slab,  including  materials,  forms  and  labor,  was  as 
follows : 
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Materials :                                              Per  slab.  Per  cu.  yd. 

I  bbl.  cement,  at  $i $i.ooo  $i.o8i 

1.06  tons  stone,  at  $0.60 0.636  0.687 

1 16^  lbs.  steel,  at  234  cts 2.647  2.862 

Total    $4,283  $4,630 

Forms : 

Lumber  and  making $0,104  $0,112 

92  sq.  ft.  paper,  at  33  1-3  cts.  per  500 

sq.  ft 0.055  0059 

Labor  erecting  and  removing 0.5625  0.60S 

Total  $0.7215  $0,779 

Mixing,  Hauling  and  Placing: 

Mixing    $0,222  $0,240 

Hauling 0.025  0.027 

Placing  concrete  and  steel 0.170  0.183 

Total    $0,417  $0,450 

General  Expenses: 

Housing  and  heating $0,700  $0-757 

Superintendence,  power,  etc.  (10%)...  0.612  0.661 

Total    $1,312  $1,418 

Grand    totals $6-7335  ^7-277 

The  roof  slabs  were  raised  from  the  casting  beds  by  means 
of  the  locomotive  crane  and  hooks,  as  shown  by  Fig.  245,  and 
loaded  onto  cars ;  eight  slabs  made  a  carload.  The  cars  were 
run  to  the  work,  where  the  gin  poles  hoisted  the  slabs  one 
at  a  time  to  cars  running  on  a  track  built  on  timbers  laid  on 
top  of  the  roof  girders.  A  small  derrick  on  rafters  picked  the 
slabs  from  the  hand  car  and  set  them  in  place.  A  gang  df 
15  men  erected  from  18  to.  20  slabs  per  lo-hour  day.  With 
average  wages  at  21  cts.  per  hour  the  cost  of  erection  was 
(15  X  $2.10)  -f-  19  =  $1.66  per  slab,  or  $1.79  per  cu.  yd.  The 
total  cost  of  slabs  in  place  was  thus : 


SEPARATELY    MOLDED    PIECE    BUILDINGS,  523 

Item.  Per  slab.  Per  cu.  yd. 

Molding  $6.73  $7.27 

Erecting    1.66  1.79 

Total  $8.39  $9.06 

In  studying  these  cost  figures  their  limitations  must  be  kept 
in  mind.  Because  of  the  character  of  the  available  data  quan- 
tities had  in  several  cases  to  be  estimated  from  the  working 
drawings.  The  cost  of  lumber  for  and  of  framing  column  and 
girder  forms  is  not  included,  but  this  is  partly  balanced  at 
least  by  the  assumption  that  each  form  was  erected  complete 
for  each  column  and  girder,  which  was  not  the  case,  as  has 
been  stated.  Cost  of  plant  is  not  included  nor  is  cost  of  shor- 
ing the  columns  until  girders  and  struts  were  placed,  nor  are 
several  minor  miscellaneous  items. 

HOLLOW   BLOCK  WALL   CONSTRUCTION.— Three 

general  processes  of  molding  hollow  wall  blocks  of  concrete 
are  employed:  (i)  A  dry  mixture  is  heavily  tamped  into  a 
mold  and  the  block  is  immediately  released  and  set  aside  for 
curing;  (2)  a  liquid  is  poured  into  molds,  where  the  block  re- 
mains until  hard :  (3)  a  medium  wet  mixture  is  compressed  into 
a  mold  by  hydraulic  presses  or  other  means  of  securing  great 
pressure.  The  molds  used  may  be  simple  wooden  boxes  with 
removable  sides  or  mechanical  molds  of  comparative  complex- 
ity. Generally  mechanical  molds,  or  concrete  block  machines 
as  they  are  commonly  called,  will  be  used.  There  are  a  score 
or  more  kinds  of  block  machines  all  differing  in  construction 
and  mode  of  operation.  None  of  them  will  be  described  here, 
but  those  interested  may  consult  "Concrete  Block  Manufac- 
ture" by  H.  H.  Rice  or  ''Manufacture  of  Concrete  Blocks  and 
Their  Use  in  Building  Construction"  by  H.  H.  Rice,  Wm.  M. 
Torrance  and  others. 

Factory  Buildings,  Grand  Rapids,  Mich. — The  buildings 
ranged  from  one  to  four  stories  high  and  altogether  occupied 
some  74,000  sq.  ft.  of  ground.  The  owners  installed  a  block 
making  plant  fully  equipped  with  curing  racks,  two  Ideal  ma- 
chines, two  National  concrete  mixers,  5  h.p.  gasoline  engine, 
platens,  tools  and  a  Chase  industrial  railway. 
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The  walls  were  constructed  of  24-in.  square  pilasters  of 
blocks  arranged  as  shown  by  Fig.  246,  connected  by  curtain 
wall  belt  courses  of  single  blocks.  The  blocks  were  8  x  8  x  16 
ins.,  and  after  molding  the  faces  were  bush  hammered  and  the 
edges  tooled.  The  pilasters,  consisting  of  four  blocks  laid 
around  an  8  x  8-in.  hollow  space,  were  solidified  by  pouring  the 
8  X  8-in.  space  and  all  but  the  three  outside  block  cavities  with 
wet  concrete.  The  interior  of  the  building  was  of  regulation 
mill  construction,  and  as  the  pilasters  readied  the  heights  for 
beam  supports  cast  iron  plates  with  downward  flanges  were 
set  in  the  concrete.  These  plates  had  a  cast  pin  projecting 
upward  to  fasten  the  beam  end. 


J 


] 
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Fig.  246.— Concrete  Block  Pilaster  for  a  Factory  BulldlriK. 

The  materials  used  for  the  block  were  Sandusky  Portland 
cement  and  ^-in.  bank  gravel  well  balanced  from  fine  to 
course.  The  blocks  were  molded  with  1-3  mortar  faces,  the 
mortar  being  water-proofed  by  a  mixture  of  Medusa  water- 
proofing compound.  All  concrete  was  machine  mixed.  The 
men  operating  the  block  machines  were  paid  i  ct.  for  each 
block  molded,  so  that  their  pay  depended  upon  the  energy 
with  which  they  worked.  The  men  handling  materials  and  en- 
gaged in  handling  and  curing  the  blocks  were  paid  $1.75  per 
day.  The  gravel  was  shoveled  from  the  railway  cars  onto  the 
screens  and  from  the  screen  piles  to  the  mixers.  The  gang  was 
organized  as  follows : 
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Item.  Per  day. 

8  men  handling  materials,  at  $1.75 $14.00 

5  men  operating  molds,  at  i  ct.  per  block 15.00 

1  man  mixing  facing  mortar,  at  $1.75 1.75 

2  men  loading  blocks  onto  trucks,  at  $1.75 *: . .     3.50 

2  men  unloading  blocks  from  trucks,  at  $1.75 3.50 

3  men  sprinkling  blocks,  at  $1.75 5.25 

Total,  21  men  molding  and  curing  blocks $43.00 

The  average  daily  run  was  1,500  blocks,  or  300  blocks  per 
machine.    ' 

This  output  was  easily  maintained  after  the  gang  got  broken 
in;  sometimes  it  ran  higher  and  sometimes  lower,  but  the 
average  was  as  given.  The  men  operating  the  block  machines 
thus  earned  $3  each  per  day.  The  labor  cost  of  molding  and 
curing  per  block  was  thus  2.87  cts.  As  the  blocks  had  about 
25  per  cent,  hollow  space,  each  block  8x8x  16  ins.  contained 
0.45  cu.  ft.  of  concrete;  a  cubic  yard  of  concrete,  therefore, 
made  60  blocks,  so  that  the  labor  cost  of  making  the  blocks 
was  60  X2.87  cts.  =  $1.72  per  cubic  yard.  This  cost  does  not 
include  foreman*s  time,  materials,  interest,  depreciation  or 
general  expenses.  It  was  estimated  by  the  owners  that  the 
blocks  cost  them  9  cts.  apiece  cured,  ot  about  $5.40  per  cubic 
yard  of  concrete.  This  9  cts.  evidently  includes  materials 
and  labor  alone. 

Upon  removal  from  the  molds  the  blocks  were  loaded  onto 
cars,  taken  to  a  large  shed  and  there  unloaded  onto  shelving 
arranged  to  hold  five  rows  of  blocks  one  above  the  other,  two 
blocks  opposite  each  other  on  each  shelf.  The  blocks  were  left 
in  the  shed  24  to  48  hours  to  get  the  preliminary  set,  then  they 
were  loaded  on  small  cars  and  taken  to  the  yard,  where  they 
were  removed  from  the  cars  and  stacked.  They  were  sprinkled 
every  day  for  six  days,  being  kept  covei;ed  meanwhile  with 
oiled  cotton  cloth.  The  labor  costs  given  above  include  mold- 
ing, sprinkling  and  handling  the  blocks  up  to  this  point. 

To  lay  the  blocks  they  were  again  loaded  on  cars  and  run 
to  an  elevator  in  a  wooden  tower  outside  the  building.  The 
elevator  lifted  the  car  to  the  floor  on  which  the  blocks  were  to 
be  used,  where  it  was  run  off  onto  a  track  reaching  the  full 
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length  of  the  building.  The  blocks  were  unloaded  directly 
behind  the  masons.  Where  the  walls  were  high  enough  for 
scaffolding  the  blocks  were  unloaded  directly  onto  the  first 
scaffold  and,  when  necessary,  handed  up  to  the  scaffolds 
above.  The  masons  employed  were  regular  stone  masons  re- 
ceiving the  regular  scale  of  wages  of  $3.50  per  day.  The  num- 
ber of  blocks  laid  by  each  mason  was  125  per  day  in  building 
pilasters  and  200  per  day  in  building  plain  wall.  Sometimes 
250  blocks  per  day  per  man  were  laid  in  plain  wall  work.  The 
cost  per  block  of  laying  above  was  thus  2.8  cts.  pilasters  and 
1.75  cts.  in  plain  wall.  This  cost  does  not  include  transporting 
the  blocks  from  yard  or  of  handling  them  to  the  scaffold  be- 
hind the  masons,  nor  does  it  include  the  cost  of  materials  and 
labor  for  mixing  and  delivering  mortar. 

One  of  the  features  of  this  work  was  the  method  of  trans- 
porting the  blocks  by  cars.  A  complete  system  of  tracks  was 
provided  covering  the  block  plant  and  yard,  the  building  sites 
and  the  several  floors  of  the  buildings  themselves.  All  blocks 
and  other  materials  were  transported  by  cars  running  on  these 
tracks,  both  cars  and  tracks  being  of  the  type  made  by  the 
Chase  Foundry  &  Manufacturing  Co.  of  Columbus,  Ohio. 

Residence,  Quogue,  N.  Y. — ^The  following  record  of  meth- 
ods and  cost  of  constructing  a  concrete  block  residence  is 
furnished  by  Mr.  Noyes  F.  Palmer:  A  mixture  of  sand  and 
pebbles  was  had  on  the  site ;  screening  was  necessary  merely 
to  sort  out  the  odd  size  stones.  A  mixture  of  i  cement  and  5 
sand  was  really  a  1-2-3  mixture,  the  2  being  the  finest  grades  of 
sand  and  the  3  being  various  gravel  sizes — none  too  large, 
none  too  small — so  that  the  proportion  was  2/5  fine  sand  and 
3/5  gravel. 

The  concrete  was  hand  mixed,  and  as  the  gravel  had  always 
just  been  excavated  it  contained  moisture  and  did  not  have 
to  be  wetted.  The  sand  and  gravel  were  mixed  and  turned 
three  or  four  times  and  spread  out  thin,  and  the  cement  was 
carefully  spread  over  them  in  a  uniform  layer.  The  mass  was 
then  turned  three  or  four  times  until  the  eye  could  detect  no 
difference  in  color;  that  is,  each  grain  large  enough  for  the 
eye  to  discern  seemed  to  be  coated  with  cement.  After  this 
dry  mixing,  water  was  added  in  a  fine  spray — not  a  deluge 
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from  a  pail — but  only  enough  to  moisten  the  mixture.  The 
mass  was  then  turned  three  or  four  times.  The  mixture  was 
then  shoveled  into  the  mold,  no  special  face  mixture  being 
used,  so  as  to  about  half  fill  it,  and  was  then  tamped  by  two 
men,  one  standing  on  each  side  of  the  machine.  Altogether 
three  layers  of  material  were  so  placed  and  tamped  and  then 
a  shovelful  of  sand  and  cement  mixture  was  spread  over  the 
top  to  permit  an  even  **strike-ofF." 

As  each  block  was  molded  it  was  carried  on  the  working 
plate  and  set  down  on  skids  properly  spaced  to  fit  the  marks 
on  the  plate.  This  is  an  important  detail  and  Mr.  Palmer  com- 
ments on  it  as  follows:  '*The  writer  saw  inexperienced  men 
careless  about  it  and  who  would  break  the  backs  of  many 
blocks  by  not  having  the  skids  properly  placed.  After  the 
blocks  have  been  at  rest  for  half  an  hour  commence  to  spray 
them  with  a  revolving  garden  sprinkler  or  by  carefully  wetting 
with  a  sprinkling  pot  on  the  center  of  the  block  only.  The 
blocks  should  not  be  allowed  to  dry  out  for  at  least  ten  days 
after  removal  from  the  working  plate.  The  removal  from  the 
working  plate  can  be  done  the  morning  after  molding  and 
should  never  be  done  before  even  if  the  block  was  made  in 
the  morning.  In  removing  the  green  block  from  the  skids 
let  there  be  cones  of  sand  between  the  rows  of  blocks  and 
up-end  each  working  plate  so  as  to  let  the  end  of  the  block 
come  upon  the  sand  cushion.  Don't  twist  and  turn  the  block, 
and  to  remove  the  working  plate  pass  a  stick  through  the  core 
holes  in  both  block  and  plate  so  that  the  plate  will  not  fall 
when  loosened.  A  slight  rap  on  the  center  of  the  plate  will 
loosen  it.  As  soon  as  the  blocks  are  up-ended  commence  the 
spraying  and  soak  the  sand  underneath  the  block.  It  may 
seem  unnecessary  to  dwell  on  these  points  so  long,  but  barrels 
of  cement  and  barrels  or  money  have  been  wasted  by  neglect- 
ing to  supply  the  hardening  block  with  water.  Curing  is  just 
as  important  as  molding  in  making  concrete  blocks." 

The  block  construction  had  been  detailed  by  the  architect 
from  cellar  to  roof,  so  that  it  was  known  beforehand  how 
many  blocks  of  given  size  were  to  be  made.  The  unit  of 
length  was  32  ins.;  this  afforded  fractional  parts  of  8  ins., 
16  ins.  and  24  ins.,  therefore  all  openings  were  in  multiples  of 
8  ins.    Odd  sizes  were  made,  by  inserting  "blanks"  in  the  mold 
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box,  to  inches  or  fractions,  of  an  inch  if  desired.  This 
unit  length  was  less  mortar  joints,  while  the  unit  of  height 
was  9  ins.,  or  the  same  as  four  ordinary  bricks  with  joints. 
The  floor  levels  were  calculated  in  multiples  of  9  ins.,  so  that 
the  wall  could  be  finished  all  around  where  the  beams  were  to 
be  seated.  This  beam  course  was  made  of  solid  blocks;  that 
is,  no  cores  were  used  in  molding  them.  With  the  machine 
used  no  change  was  required  to  mold  these  solid  blocks  except 
to  remove  the  cores.  The  core  holes  in  the  working  plate 
were  simply  covered  with  pieces  of  tin.  The  shape  of  the 
block  was  the  same  and  the  same  materials  were  used. 

The  best  record  in  making  blocks  for  this  work  was  30 
blocks,  8 X 9x  32  ins.,  in  one  hour,  working  six  men,  three  mix- 
ing and  three  on  the  machine,  and  using  one  barrel  of  cement 
for  16  blocks.  This  was  a  record  run,  however,  a  fair  average 
being  20  blocks  per  hour,  or  200  per  ten  hours,  which  was  the 
day  worked.  We  have  then  the  cost  of  making  blocks  as 
follows : 

I  foreman,  at  $2.50 $  2.50 

5  helpers,  at  $2 .' 10.00 

13  barrels  cement,  at  $2 26.00 

10  cu.  yds.  sand  and  gravel,  at  $1 10.00 

Interest  and  depreciation  on  machine 2.00 

Total  for  200  blocks $50.50 

This  gives  a  cost  per  block  of  $50.50  -r-  200  =  25 J4  cts.  The 
displacement  in  the  wall  of  each  block  is  1.75  cu.  ft.,  or  the 
same  as  30  bricks. 

The  cost  of  laying  blocks  is  the  most  uncertain  item  in  the 
whole  industry.  Mr.  Palmer  states  that  he  has  known  of 
instances  where  it  cost  only  5  cts.  per  block  and  of  other 
instances  where,  because  of  the  difficulty  of  getting  help  and 
its  inexperience,  it  cost  15  cts.  per  block.  In  this  particular 
building  one  mason  and  three  helpers  laid  100  blocks  per  day. 
The  building  had  no  long  walls,  but  it  did  have  many  turns. 
The  cost  of  laying,  then,  was  as  follows : 
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I  mason,   at  $4 $  4.00 

3  helpers,  at  $2 6.00 

Total  for  100  blocks $10.00 

This  gives  a  cost  for  laying  of  10  cts.  per  block.  We  have, 
then: 

Making  2,000  blocks   $505 

Laying  2,000  blocks 200 

Total   $705 

This  gives  a  cost  of  35J4  cts.  per  block  for  making  and 
laying. 

The  use  of  a  derrick  for  laying  the  blocks  proved  a  consid- 
erable item  of  economy  in  this  work.  This  derrick  cost  $50 
and  two  men  could  mount  and  move  it  on  the  floor  beams.  It 
had  a  boom  reaching  out  over  the  wall  and  was  operated  by  a 
windlass.  A  plug  and  feather  to  fit  the  center  6-in.  hole  in 
the  block  was  used  for  hoisting  the  blocks.  By  this  means 
blocks  only  seven  days  old  were  laid  without  trouble.  It  may 
be  noted  that  the  walls  were  kept  drenched  with  water  to  make 
sure  that  the  blocks  did  not  dry  out  until  they  were  at  least  28 
days  old.  In  laying  the  blocks  a  thin  lath  was  used  to  keep 
the  mortar  back  about  one  inch  from  the  face.  This  precau- 
tion will  prevent  much  labor  in  cleaning  the  walls  from  mortar 
slobber. 

Two-Story  Building,  Albuquerque,  N.  M. — The  following 
record  of  cost  of  making  9xiox32-in.  hollow  blocks  in  a 
Palmer  machine  and  of  laying  2,000  of  them  in  two-story 
building  walls  is  given  by  Mr.  J.  M.  Ackerman.  Sand  cost 
60  cts.  per  cu.  yd.,  and  cement  cost  $3  per  barrel.  Lime  cost 
30  cts.  per  bushel.  One  barrel  of  cement  made  20  blocks, 
using  a  1-4  sand  mixture.  In  making  2,000  blocks  about  100 
blocks,  or  5  per  cent.,  were  lost  by  blocks  breaking  in  hauling 
from  yard  to  building  or  by  cutting  blocks  to  fit  the  work. 
The  blocks  were  molded  by  piece  work  for  5  cts  per  block,  all 
materials,  tools  and  plant  being  supplied  to  the  molders. 
Three  men  with  one  machine  made  from  100  to  150  blocks  per 
day.    The  cost  was  as  follows: 
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Item.  Per  block. 

Cement,  at  $3  per  bbl $0.15 

Molding,  at  5  cts.  per  block 0.05 

Sand,  at  60  cts.  per  cu.  yd 0.03 

Carting,  yard  to  building 0.02 

Lime  and  sand  for  mortar 0.03 

Laying  in  wall o.io 

Loss  in  making  and  cutting o.oi 


Total $0.39 

As  each  block  gave  9  X  32  =  288  sq.  ins.,  or  2  sq.  ft.,  of 
wall  surface,  the  cost  of  the  wall  per  square  foot  was  19.5  cts. 
Assuming  40  per  cent,  hollow  space,  each  block  contained  i 
cu.  ft.  of  concrete,  which  cost  23  cts.,  or  $6.21  per  cu.  yd.,  for 
materials  and  molding.  Blocks  in  the  wall  cost  $10.55  per  cu. 
yd.  of  concrete. 

General  Cost  Data. — The  following  data  are  given  by  Prof. 
Spencer  B.  Newberry.  The  average  weights  of  three  sizes  of 
hollow  blocks  are  as  follows: 

Size,  ins.  P.  C.  Hollow  Space.  Weight,  lbs. 

8  X  9  X  32 33  1-3  120 

10x9x32 331-3  150 

12  X  9  X  32 33  1-3  180 

Costs  of  materials  are  assumed  as  follows: 
Item.  Per  100  lbs. 

Cement,  at  $1.50  per  bbl $0.40 

Hydrated  lime,  at  $5  per  ton $0.25 

Sand,  gravel  or  screenings,  at  25  cts.  per  ton $0,012 

Mixed  in  batches  of  750  lbs.,  sufficient  for  six  8-in.  or  four 
i2-in.  blocks,  the  cost  of  materials  per  batch  and  per  block 
will  be  for  a  1-4  mixture  as  follows: 

Item.  Per  Batch.     8-in.  Block.     12-in.  Block. 

150  lbs.  cement $0.60  $0.10  $0.15 

600  lbs.  sand 0.072  0.012  0.018 


Total  $0,672  $0.1 12  $0,168 

In  general  a  factory  producing  600  8-in.  blocks  per  day  will 
require  25  men  to  operate  it.  At  an  average  wage  of  $1.80  per 
day  the  following  is  considered  as  a  fair  estimate  of  cost: 
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Item.                                                   Per  Bay.  Per  Block. 

Materials  for  600  blocks $  60  $0.10 

25  men,  at  $1.80 45  0.075 

Repairs  10  0.017 

Office  and  miscellaneous 20  0.034 

Total  $135  $0,226 

This  gives  for  8  x  9  x  32-in.  blocks  a  cost  of  about  $6.78  per 
cu.  yd.  of  concrete  for  materials  and  molding  or  of  11.3  cts.  per 
sq.  ft.  of  face. 

Mr.  L.  L.  Bingham  gives  the  following  as  the  average  cost 
per  square  foot  of  face  for  lo-in.  wall  from  data  collected  from 
a  large  number  of  block  manufacturers  operating  in  Iowa  in 
1905: 

Cement  at  $1.60  per  bbl 4.5  cts. 

Sand    2.0  cts. 

Labor  at  $1.83  per  day 3.8  cts. 

Total  cost  per  square  foot 10.3  cts. 

Assuming  one-third  hollow  space,  the  cost  for  materials 
and  molding  was  $5.05  per  cu.  yd.  of  concrete  not  including 
interest,  depreciation,  repairs,  superintendence  or  general  ex- 
penses. 


CHAPTER  XXI. 

METHODS  AND  COST  OF  AQUEDUCT  AND  SEWER 

CONSTRUCTION. 

Aqueducts  and  sewers  in  concrete  are  of  three  kinds:  (i) 
Continuous  monolithic  conduits:  (2)  conduits  laid  up  with 
molded  concrete  blocks,  and  (3)  conduits  made  up  of  sec- 
tions of  molded  pipe.  Block  conduits  and  conduits  of  molded 
pipe  are  rare  in  America  compared  with  monolithic  construc- 
tion ;  examples  of  each  are,  however,  given  in  succeeding  sec- 
tions, where  forms,  methods  of  molding,  etc.,  are  described. 
The  following  discussion  refers  to  monolithic  construction 
alone. 

m 

FORMS  AND  CENTERS.— Forms  and  centers  for  conduit 
work  have  to  meet  several  requirements.  They  have  to  be 
rigid  enough  not  only  to  withstand  the  actual  loads  coming  on 
them,  but  to  keep  from  being  warped  by  the  alternate  wetting 
and  drying  to  which  they  are  subjected.  They  have  also  to  be 
constructed  to  give  a  smooth  surface  to  the  conduit.  To  be 
economical,  they  have  to  be  capable  of  being  taken  down, 
moved  ahead  and  re-erected  quickly  and  easily.  The  carpenter 
costs  run  high  in   constructing  conduit  forms,  so  that  each 

form  has  to  be  made  the  most  of  by  repeated  use. 

• 

Three  different  constructions  of  traveling  forms  are  de- 
scribed in  the  succeeding  sections.  For  small  work,  such 
forms  appear  to  offer  certain  advantages,  but  for  conduits  of 
considerable  size  their  convenience  and  economy  are  uncer- 
tain. The  experience  with  the  large  traveling  form  employed 
on  the  Salt  River  irrigation  works  in  Arizona  was,  when  all 
is  said,  rather  discouraging.  The  authors  believe  that  for 
work  of  any  size  where  the  concrete  must  be  supported  for 
24  hours  or  more,  forms  of  sectional  construction  will  prove 
cheaper  and  more  expeditious  than  any  traveling  form  so  far 
devised. 

532 
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No  class  of  concrete  work,  perhaps,  offer  so  good  an  op- 
portunity for  the  use  of  metal  forms  as  does  conduit  work.  The 
smooth  surface  left  by  metal  forms  is  particularly  advantage- 
ous, and  there  is  a  material  reduction  in  weight  and  a  large 
increase  in  durability  due,  both  to  the  lack  of  wear  and  to 
freedom  from  warping.  Steel  forms  of  the  Blaw  type  shown 
by  Fig.  247,  have  been  used  for  conduits  up  to  25  ft.  in  diam- 
eter. The  form  illustrated,  Fig.  247,  was  for  a  12-ft.  3-in. 
sewer ;  in  this  case  a  roof  form  alone  was  used,  but  full  cir- 


FIS.  14T.— Blaw  Collapsible  Steel  Centering  for  CooduU  Construction, 
cular  and  egg-shape  forms  arc  made.     The  Blaw  collapsible 
Steel  Centering  Co.,  of  i'iltsburg,  I'a.,  make  and  lease  slccl 
forms  of  this  type. 

Sectional  wooden  forms  for  conduits  of  large  diameters 
are  shown  by  the  drawings  in  several  of  the  succeeding  sec- 
tions. Figures  248  and  249  show  such  forms  for  small  diam- 
eters. The  form  shown  by  Fig.  248  is  novel  in  the  respect  that 
after  being  assembled  a  square  timber  was  passed  through 
it  lengthwise,  occupjing  the  holes  B  and  having  its  ends  pro- 
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jecting  and  rounded  to  form  gudgeons.  The  form  was  mounted 
with  these  gudgeons  resting  on  horses,  so  that  it  could  be 
rotated  and  thus  wound  with  a  narrow  strip  of  thin  steel 
plate.  Thus  sheathed,  the  form  was  lowered  into  the  trench 
and  the  concrete  was  placed  around  it.    When  the  arch  had 


B^g,  S4S.— Sectional  Steel  Wrapped  Wooden  Form  for  Conduit  Cunatructlon. 

been  turned,  the  wedges  A  were  driven  in  until  the  ribs  C 
dropped  into  the  slots  a  and  clear  of  the  steel  shell;  the  arch 
form  was  thtn  pulled  out  and  finally  the  invert  form,  leaving 
the  steel  shell  in  place  to  hold  the  concrete  until  hard.  The 
strip  of  steel  was  then  removed  by  pulling  on  one  end  until  it 


Fig.  219.— Invert  Form  for  Conduit  Construction. 

unwound  like  cord  from  the  inside  of  a  ball  of  twine.  Steel 
strips  6  ins.  wide  and  1-24  in.  thick  were  used  successfully  io 
constructing  a  5-ft.  egg-shaped  sewer  in  Washington,  D.  C- 
The  forms  were  made  in  sections  16  ft.  long,  and  were  taken 
out  as  soon  as  the  concrete  had  been  placed. 
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The  form  shown  by  Fig.  249,  is  an  invert  form,  used  in 
constructing  the  sewer  shown  by  Fig.  249,  built  at  Medford, 
Mass.,  in  1902,  by  day  labor.  The  concrete  was  1-3-6  gravel. 
The  forms  for  the  invert  were  made  collapsible  and  in  lo-ft. 
lengths.  The  two  halves  were  held  together  by  iron  clamps 
and  hook  rods.  The  morning  following  the  placing  of  the  con- 
crete the  hook  rods  were  removed  and  turnbuckle  hooks  were 
put  in  their  places,  so  that  by  tightening  the  turnbuckle  the 
forms  were  carefully  separated  from  the  concrete.  The  con- 
crete was  then  allowed  to  stand  24  hours,  when  the  arch  cen- 
ters were  set  in  place.  These  centers  were  made  of  %  x  ij/^- 
in.  lagging  on  2-in.  plank  ribs  2  ft.  apart,  and  stringers  on  each 
side.  Wooden  wedges  on  the  forward  end  of  each  section 
supported  the  rear  end  of  the  adjoining  section.  The  forward 
end  of  each  section  was  supported  by  a  screw  jack  placed  un- 
der a  rib  2  ft.  from  the  front  end.  To  remove  the  centers,  the 
rear  end  of  a  small  truck  was  pushed  under  the  section  about 
18  ins. ;  an  adjustable  roller  was  fastened  by  a  thumb  screw 
to  the  forward  rib  of  the  center;  the  screw  jack  was  lowered 
allowing  the  roller  to  drop  on  a  run  board  on  top  of  the  truck ; 
the  truck  was  then  pulled  back  by  a  tail  rope  until  the  adjust- 
able roller  ran  off  the  end  of  the  truck;  whereupon  the  truck 
was  pulled  forward  djawing  the  center  off  the  supporting 
wedges  of  the  rear  section.  Each  lineal  foot  of  sewer  re- 
quired 1%  cu.  yds.  of  excavation  which  cost  74.2  cts.  per  foot, 
and  I  cu.  ft.  of  brick  arch  which  cost  $12.07  P^^"  cu.  yd.,  or  44.2 
cts.  per  lineal  foot  of  sewer.  The  invert  required  4  cu.  ft.  of 
concrete  per  foot,  which  cost  as  follows: 

Item.  Per  cu.  yd. 

Portland  cement  at  $2.15  per  bbl $2,292 

Labor  mixing  and  placing  3-oi7 

Cost   of   forms    0.187 

Labor   screening  gravel    0471 

Carting    0.592 

Miscellaneous   0.146 

Total  $6,705 

The  cost  of  the  invert  was  thus  $1,002  per  lin.  ft.  of  sewer. 
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Collapsible  metal  forms  for  manholes  and  catchbasins  arc 
made  by  several  firms  which  make  block  and  pipe  molds.  A 
cylindrical  wooden  form  construction  is  shown  by  Fig.  250. 
The  outside  form  consists  of  three  segments  of  a  cylinder  made 
of  2-in.  lagging  bolted  to  hoops.  Bent  lugs  on  the  ends  of 
the  hoops,  were  provided  with  open  top  slots  and  were  bolted 
together  through  i  x  ^-in.  bars  which  extended  the  full  length 
of  the  form  between  lugs.  The  assembled  form  was  collapsed 
by  pulling  up  on  the  bars,  thus  lifting  the  bolts  out  of  the  slots. 


i i-r 

OuTsidc     Cylinder 


inside   Cylinder 


Fig.  250. — Form  for  Circular  Catch  Basin  or  Manhole. 


The  inner  mold  is  also  made  in  three  sections  with  strap 
hinges  at  two  of  the  joints  and  at  the  third  joint  a  wedge- 
shaped  stave.  The  other  details  are  shown  by  the  drawing. 
To  mold  the  top  of  the  basin  two  cone-shaped  Torms  are  used, 
an  outer  form  made  in  one  piece  and  an  inner  form  made  in 
sections.  Some  26  catch  basins  were  built  in  Keney  Park, 
Hartford,  Conn.,  by  Mr.  H.  G.  Clark,  at  a  cost  of  $7  apiece 
for  concrete  in  place,  and  there  was  closely  i  cu.  yd.  of  con- 
crete in  each. 
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CONCRETING.— Except  for  pipes  of  small  diameter,  the 
concreting  is  done  in  sections,  each  section  being  a  day's 
work.  Continuity  of  construction  has  not  proved  successful, 
except  for  pipes  of  moderate  size,  in  the  few  cases  where  it 
has  been  tried.  Examples  of  continuous  construction  meth- 
ods are  given  in  succeeding  sections.  Methods  of  molding 
and  laying  cast  concrete  pipe  are  also  best  shown  by  the 
specific  examples  given  further  on.    In  concreting  large  diani- 


ol  Pinto  Creek  Irrlgatlor 


fters,  the  work  may  be  done  by  molding  successive  full  barrel 
sections,  or  by  molding  first  the  invert  and  then  the  roof  arch, 
each  in  sections.  The  engineer's  specifications  generally  stipu- 
late which  plan  is  to  be  followed.  Construction  joints  between 
sections  are  molded  by  bulkhead  forms  framed  to  produce  tlie 
type  of  joint  designed  by  the  engineer;  the  most  common 
type  is  the  tongue  and  groove  joint. 
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For  small  diameters  built  with  traveling  forms,  a  compara- 
tively dry  concrete  is  essential,  but  when  the  centers  are  left 
in  place  until  the  concrete  has  set,  a  wet  mixture  is  preferable, 
as  it  is  more  easily  placed  and  worked  around  the  reinforce- 
ment in  the  thin  shells.  Mixers  are  commonly  specified  even 
for  small  work,  because  of  their  generally  more  uniform  and 
homogeneous  product.  Portable  mixers  hauled  along  the  bank 
and  discharging  into  the  forms  through  chutes,  furnish  a 
cheap  and  rapid  arrangement  where  the  section  being  built 


Ftetcs 
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Fig.  252. — Traveling  Form  for  Pinto  Creek  Conduit. 

has  a  considerable  yardage.  The  examples  given  in  succeed- 
ing sections  present  various  methods  of  mixing  and  placing 
concrete  in  conduit  work. 

REINFORCED  CONDUIT.  SALT  RIVER  IRRIGA- 
TION WORKS,  ARIZONA.— The  pipe  had  the  cross-sec- 
tion shown  by  Fig.  251,  and  formed  a  syphon  carrying  water 
under  the  bed  of  a  creek.  The  concrete  was  a  1-2^-4  fine 
gravel  mixture,  mixed  by  hand  on  boards  150  ft.  apart  along 
the  line.    The  shell  was  reinforced  as  shown. 
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The  forms  consisted  of  an  outside  form  constructed  as 
shown  by  Fig.  251,  by  inserting  2j4-in.  x  5j/$  ft.  lagging  strips 
in  the  metal  ribs.  The  inside  form  was  designed  to  permit 
continuous  work  by  moving  the  form  ahead  as  the  concreting 
progressed.  It  consisted  as  shown  by  Fig.  252,  of  an  invert 
form  on  which  an  arch  form  was  carried  on  rollers.  The 
invert  form  was  pulled  along  by  cable  from  a  horse-power 
whim  set  ahead,  being  steered,  aligned  and  kept  to  grade  by 
being  slid  on  a  light  wooden  track.  It  had  the  form  of  a  long 
half  cylinder,  with  its  forward  end  beveled  off  to  form  a  scoop- 
like snout.  The  arch  center  consisted  of  semi-circular  rings  2 
ft.  long,  set  one  at  a  time  as  the  work  required.  Each  ring, 
when  set,  was  flange-bolted  to  the  one  behind,  and  each  was 
hinged  at  three  points  on  the  circumference  to  make  it  col- 
lapsible. In  operation,  the  invert  form  was  intended  to  be 
pulled  ahead  and  the  arch  rings  to  be  placed  one  after  another 
in  practically  a  continuous  process.  So  that  the  arch  rings 
might  continue  supported  after  the  invert  form  was  drawn  out 
from  under  them,  invert  plates  similar  to  the  arch  plates  were 
inserted  one  after  another  in  place  of  the  shell  of  the  invert 
form.  The  plan  provided  very  nicely  for  continuous  work, 
but  continuous  work  was  found  impracticable  for  all  but  about 
2,500  ft.  of  the  6,000  ft.  of  conduit  built.  The  reason  for  this 
seems  to  have  been  at  least  in  a  great  measure,  the  slow  set- 
ting cement  made  at  the  cement  works  established  by  the 
Government,  at  Roosevelt.  In  building  the  first  300  ft.  of 
conduit,  a  commercial  cement  was  used  and  a  progress  of 
120  lin.  ft.  of  pipe  per  24  hours  was  easily  made.  This  work 
was  done  in  June.  Later,  but  still  in  warm  weather,  using 
the  Government  ceinent  and  70  ft.  of  arch  plates,  not  more 
than  70  ft.  of  pipe  could  be  completed  in  24  hours;  if  the 
plates  were  taken  down  sooner,  patches  of  concrete  fell  out 
or  peeled  off  with  them.  As  the  weather  grew  colder,  this 
difficulty  increased,  until  finally,  the  idea  of  continuous  work 
was  abandoned  and  for  some  3,500  ft.  of  conduit  only  one  8- 
hour  shift  per  day  was  worked.  In  December  and  January 
the  plates  had  to  remain  in  place  three  days,  so  that  the 
progress  was  only  24  ft.  per  day;  in  warm  weather  this  rate 
was  increased  to  40  ft.  per  day. 
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Costs  were  kept  on  two  sections  of  one  of  the  lines  and  the 
figures  shown  in  the  accompanying  table  were  obtained. 

A  gang  consisted  of  a  foreman  at  $175  per  month,  a  sub- 
foreman  at  $3.50  per  day,  and  the  following  laborers  at  $2.50 
per  day:  one  bending  the  reinforcement  rings;  two  placing 
the  reinforcement ;  four  taking  down,  moving  and  erecting  the 
stationary  plates ;  four  placing  the  concrete  and  outside  lag- 
ging ;  two  wheeling  concrete ;  six  mixing  concrete ;  one  wheel- 
ing sand  and  gravel;  one  watering  the  finished  pipe;  four 
laying  track  for  the  steering  apparatus,  moving  the  super- 
structure and  hangers,  mixing  boards,  runways,  etc. ;  one 
pointing  and  finishing  inside  the  pipe;  and  one  on  the  whim 
and  doing  miscellaneous  work.  The  labor » was  principally 
Mexican,  and  only  fairly  efficient. 

It  is  important  to  note  that  the  costs  given  in  the  table 
are  labor  costs  only  of  mixing  and  placing  concrete  and  mov- 

May.  '06.  July.  '06. 

W^ages  714  1,009  Cost 

Per  Lin.  Ft.  J  An.  Ft.  Per           Per 

Day.  Cost.  Cost.  Lin.  Ft.  Cu.  Yd. 
[Laying  track  for  steer- 

j       ing  alligator   $5.00    .    171.48  $43.98  $0.0670  $0.16 

4  men -{Moving      and       erect- 

I      ing  superstructure 5.00  299.94  358.44  0.3821            0.93 

4  men    Moving  plates   10.00  202.50  253.44  0.2646            0.65 

Repairs    to    alligator 58.50  2.50  0.0354            0.08 

1  man    Bending  rings   2.50  32.87  59.87  0.0538            0.13 

2  men    Placing  reinforcement..     5.00  126.94  138.13  0.1538            0.38 
12  men    Mixing  and  placing  con- 
crete       80.00  709.68  949.74  0.9631            2.84 

1  man    Watering  finished  pipe.  2.50  45.00  78.27  0.0716  0.17 
1  man    Painting     and      brush- 
coating  InBlde    2.50  96.50  117.37  0.1241  0.31 

Blacksmith's  work 30.00  25.00  0.0319  0.08 

1  man    Whim    2.50  23.87  28.75  0.0306  0.07 

1  man    Screening  and    hauling 

ing  sand  and  gt aval..  2.50  183.13  300.00  0.2804  0.68 

Total   $1,880.41     $2,355.49         $2.4584  $5.98 

ing   forms ;    they   do   not    include    engineering,   first   cost  of 
forms,   concrete   materials,   reinforcement   or   grading. 

CONDUITS,  TORRESDALE  FILTERS,  PHILADEL- 
PHIA, PA. — At  the  Torresdale  plant  of  Philadelphia  filtration 
system  the  clear  water  conduits  are  reinforced  concrete.  The 
following  description  is  composed  from  information  furnished 
the  authors  in  1904  by  the  Bureau  of  Filtration,  Mr.  John  W. 
Hill,  then  chief  engineer.    The  lengths  of  the  several  con- 
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duits  are  as  follows:  576  ft.  of  7>^-ft.,  782  ft.  of  8-ft.,  1,050  ft. 
of  9-ft.,  and  1430  ft.  of  lo-ft.  horseshoe  conduit.  All  sizes  of 
conduit  have  the  same  cross-sectional  form — the  cross-section 
of  the  9-ft.  conduit  is  shown  by  Fig.  253,  and  all  are  rein- 
forced by  expanded  metal  arranged  as  indicated.  The  con- 
crete is  a  1-3-5,  M"'"-  stone  mixture.  The  conduits  were  first 
designed  with  circular  sections,  but  before  construction  had 
been  begun  on  these  plans,  experience  had  been  obtained  in 
building  a  circular  sewer  that  made  a  change  to  the  horseshoe 
section  appear  desirable.     In  the  circular  sewer  work,  great 


Tig.  253.— Section  of  9-ft.  Conduit,  Philadelphia  Filter  Plant, 
difficulty  had  been  found  in  properly  placing  and  ramming 
the  concrete  in  the  lower  quarters  of  the  circular  section. 

Forms. — The  forms,  used  for  the  several  sizes  of  conduit 
were  all  of  the  same  general  type,  but  improvements  in  detail 
were  made  as  successive  sizes  were  built.  The  last  form  to  be 
designed  was  that  for  the  9-ft.  section  and  this  was  the  best 
one;  it  is  shown  by  Fig.  254.  The  forms  were  built  in  sec- 
tions from  12  ft.  to  13^  ft.  long.  They  were  covered  with  Nc. 
27  galvanized  sheet  iron,  and  this  covering  was  found  of  ad- 
vantage both  in  giving  a  smooth  finish  and  in  prolonging  the 
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life  of  the  centers.  The  important  feature  is  the  construction 
in  sections  which  could  be  set  up  and  broken  down  by  simply 
inserting"  and  removing  the  connecting  bolts.  Three  sets  of 
forms  were  made  for  each  size  of  conduit. 

Procedure  of  Work, — ^The  first  operation  in  building  a  sec- 
tion of  conduit  was  to  set  to  exact  line  and  grade  and  the 
length  of  the  form  in  advance  of  the  finished  work  the  bulk- 
head shown  by  Fig.  255.  In  this  space  the  invert  concrete  was 
deposited  and  formed  to  a  plane  i  in.  below  the  finished  invert 
bottom.  The  two  bottom  sections  of  the  form  were  then  as- 
sembled and  located  by  bolting  one  end  to  the  last  preceding 

Covrmd  with         \ 
Gal¥.Sh9€t/rvh.  j 

I 

« 


Fig.   254.— Form  for  9-ft.   Conduit  Philadelphia  Filter  Plant. 

form  and  inserting  the  other  end  into  the  bulkhead.  About 
two  tons  of  pig  iron  were  then  placed  on  the  invert  form  to 
keep  it  from  floating  while  the  liquid  granolithic  mixture  was 
being  poured  into  the  i-in.  space  between  the  form  and  the 
invert  concrete.  In  building  up  the  sides  a  facing  form  was 
used  for  placing  the  granolithic  finish.  This  consisted  of 
"boards'*  of  sheet  steel  ribbed  transversely  on  one  side  with 
^-in.  pipe  and  on  the  other  side  with  13/2-in.  pipe.  Two  boards 
were  used  on  each  haunch,  slightly  lapping  in  the  center,  as 
follows :  ^The  board  was  placed  with  the  small  ribs  against 
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the  form  and  the  larger  ribs  kept  the  expanded  metal  just  3 
ins.  from  the  face  of  the  form.  A  6-in.  depth  of  concrete  was 
placed  between  the  metal  board  and  the  outside  form  or 
planks,  then  6  ins.  of  granolithic  was  poured  into  the  i-in. 
space  between  the  center  and  the  board  and  finally  the  board 
was  raised  6  ins.  and  the  concrete  and  granolithic  mixture 
tamped  together.  With  the  board  in  its  new  position,  another 
layer  of  concrete  and  granolithic  was  placed.  Toward  the 
crown  the  granolithic  mixture  was  made  stiff  and  simply 
plastered  onto  the  mold.  The  expanded  metal  was  cut  into 
sheets  corresponding  to  the  length  of  the  sides  of  the  form  and 
lapped  6  ins.  in  all  directions;  the  bulkhead  having  a  slot  as 


Fig.  £35.— Bulkhead  Form  for  ConduHs.  Philadelphia  Filter  Plant. 

shown  to  permit  the  metal  to  project  6  ins.  from  the  face  of 
the  concrete  in  order  to  tie  two  sections  together  and  also 
having  a  rib  which  formed  a  mortise  in  the  face  of  the  shell 
of  concrete  to  key  it  to  the  succeeding  section. 

All  the  conduits  were  built  in  sections  from  12  ft.  to  ly/i 
ft.  long,  and  there  was  very  little,  if  any,  difference  in  the 
labor  required  to  build  a  section,  in  from  eight  to  ten  hours, 
of  any  of  the  three  sizes.  One  foreman  and  18  men  on  the 
top  of  the  trench  mixed  and  handled  the  concrete  and  grano- 
lithic mortar  while  one  foreman,  one  carpenter  and  seven  men 
in  the  trench  set  the  forms  and  placed  and  rammed  the  con- 
crete for  one  section  in  generally  eight  hours.    About  one-third 
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of  the  concrete  for  the  whole  work  was  mixed  in  a  portable 
cubical  mixer  of  >2  cu.  yd.  capacity,  and  the  remainder  was 
mixed  by  hand.  Owing  to  the  relatively  small  amount  of  con- 
crete used  per  day,  about  20  cu.  yds.,  it  was  found  that  there 
was  practically  no  difference  in  the  cost  of  machine  mixing 
and  of  hand  mixing.  The  9-ft.  conduit  as  an  average  of  the 
three  sizes,  contained  20  cu.  yds.  of  concrete,  1,200  sq.  ft.  of 
expanded  and  required  125  bags  of  cement  for  a  section  ly/i 
ft.  long.  The  cost  of  the  work  excluding  excavation  and 
profit,  but  including  forms,  metal,  concrete  materials  and 
labor,  was  about  $10.50  per  cu.  yd. 

CONDUIT,  JERSEY  CITY  WATER  SUPPLY.— In  con- 
structing the  83/2-ft.  reinforced  concrete  conduit  for  the  Jersey 
City  water  supply,  use  was  made  of  forms  without  bottoms. 
Each  form  was  made  of  segmental  sections  123^2  ft.  long  of 
wood  covered  with  sheet  steel.  They  were  set  end  to  end  in 
the  trench,  resting  on  6-in.  concrete  cubes  which  were -finally 
permanently  embedded  in  the  invert  concrete.  In  each  form 
there  was  a  scuttle  about  2  ft.  square  at  the  crown,  and  the 
bottom  was  open  between  the  curves  of  the  invert  haunches. 
The  form  being  set  and  greased  and  the  reinforcement  placed, 
the  concrete  was  deposited  on  the  outside  and  forced  by  means 
of  tamping  bars  down  the  curve  of  the  invert  haunches  until 
it  filled  the  whole  space  between  the  form  and  the  earth  and 
appeared  at  the  edges  of  the  bottom  opening  in  the  form. 
Concrete  was  then  thrown  through  the  scuttle  and  the  invert 
screeded  into  shape.  The  concreting  of  the  sides  and  crown 
of  the  arch  was  then  completed,  using  outside  forms  except  for 
about  5  ft.  of  the  crown,  the  scuttle,  of  course,  being  closed  by 
a  fitted  cover.  The  centers  were  left  in  place  about  48  hours. 
The  concrete  was  a  i  cement  7  sand  and  run  of  the  crusher 
2-in.  broken  stone  mixture,  and  was  m?4dc  so  wet  that  it  would 
flow  down  an  incline  of  i  on  8.  The  mixing  was  done  in  por- 
table Ransome  mixers,  set  on  the  trench  bank  alongside  the 
work  and  discharging  by  chute  into  dished  shoveling  boxes 
provided  with  legs  to  set  on  the  erected  forms.  Coal  scoops 
were  used  in  shoveling  from  the  box  into  the  forms  and  were 
found  superior  to  shovels  in  keeping  the  relative  proportions 
of  water  and  solids  constant. 
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TWIN  TUBE  WATER  CONDUIT  AT  NEWARK,  N.  J. 

— In  constructing  the  Cedar  Grove  Reservoir,  at  Newark,  N, 
J.,  two  conduits  side  by  side  were  built  across  the  bottom 
from  gate  house  to  tunnel  outlet,  A  section  of  one  of  the  con- 
duits showing  the  form  construction  and  the  arrangement  of 
the  reinforcement  is  given  by  Fig.  256.  The  concrete  was  a 
1-2^5  lyi-in.  stone  mixture  and  the  reinforcement  was  No,  10  3- 
in,  mesh  expanded  metal.  The  method  and  cost  of  construction 
are  given  as  follows,  by  Mr,  G.  C,  Woollard,  the  engineer  for 
the  contractors. 


,  Fig.  2S6.— Conduit  for  Cedar  Grove  Reservoir,  Newark.  N.  J. 

"The  particular  thing  that  was  insisted  upon  by  both  Mr. 
M.  R,  Sherrerd,  the  chief  engineer  of  the  Newark  Water 
Department  and  Mr.  Carlton  E.  Davis,  the  resident  engineer 
at  Cedar  Grove  Reservoir,  in  connection  with  these  conduits, 
was  that  they  be  built  without  sections  in  their  circumference, 
that  the  whole  of  the  circumference  of  any  one  section  of  the 
length  should  be  constructed  at  one  time.  They  were  per- 
fectly willing  to  allow  us  to  build  the  conduit  in  any  length 
section  we  desired,  so  long  as  we  left  an  expansion  joint  oc- 
casionally which  did  not  leak. 
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• 
"The  good  construction  of  these  conduits  was  demonstrated 

later,  when  the  section  stood  40  lbs.  pressure  to  the  square 
inch,  and,  in  addition,  I  may  say  that  these  conduits  have 
not  leaked  at  all  since  their  construction.  This  shows  the 
wisdom  of  building  the  conduit  all  round  in  one  piece,  that  is, 
in  placing  the  concrete  over  the  centers  all  at  one  time,  in- 
stead of  building  a  portion  of  it,  and  then  completing  that 
portion  later,  after  the  lower  portion  had  had  an  opportunity 
to  set. 

"The  centers  which  I  designed  on  this  work  were  very 
simple  and  inexpensive,  as  will  be  gathered  from  the  cost  of 
the  work,  when  I  state  that  this  conduit,  which  measured  only 
0.8  cu.  yd.  of  concrete  to  the  lineal  foot  of  single  conduit,  cost 
only  $6.14  per  cu.  yd.,  built  with  Atlas  cement,  including  all 
labor  and  forms  and  material,  and  expanded  metal.  The 
forms  were  built  in  16  ft.  lengths,  each  16  ft.  length  having 
five  of  the  segmental  ribbed  centers  such  as  are  shown  in  Fig. 
256,  viz.,  one  center  at  each  end  and  three  intermediate  cen- 
ters in  the  length  of  16  ft.  These  segments  were  made  by  a 
mill  in  Newark  and  cost  90  cts.  apiece,  not  including  the  bolts. 
We  placed  the  lagging  on  these  forms  at  the  reservoir,  and 
it  was  made  of  ordinary  2x4  material,  surfaced  on  both  sides, 
with  the  edges  beveled  to  the  radius  of  the  circle.  These 
pieces  of  2  x  4  were  nailed  with  two  lod.  nails  to  each  seg- 
ment. The  segments  were  held  together  by  four  5^-in.  bolts, 
which  passed  through  the  center,  and  iJ/^-in.  wooden  tie  block. 
There  was  no  bottom  segment  to  the  circle.  This  was  left 
open,  and  the  whole  form  held  apart  by  a  piece,  B,  of  3x2 
spruce,  with  a  bolt  at  each  end  bolted  to  the  lower  segment 
on  each  side. 

"The  outside  forms  consisted  of  four  steel  angles  to  each 
16  ft.  of  the  conduit,  one  on  each  end»  and  two,  back  to  back, 
in  the  middle  of  each  16  ft.  length.  These  angles  were  2x3. 
with  the  2-in.  side  on  the  conduit,  and  the  3-in.  side  of  the 
angle  had  small  lugs  bolted  on  it  at  intervals,  to  receive  the 
2x12  plank,  which  was  slipped  down  on  the  outside  of  the 
conduit,  as  it  was  raised  in  height.  The  angles  were  held  from 
kicking  out  at  the  bottom  by  stakes  driven  into  the  ground, 
and  held  together  at  the  top  by  a  J/2-in.  tie-rod. 
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"The  conduit  was  8  ins.  thick,  save  at  the  bottom,  where 
it  was  12  ins.  The  reason  for  the  12  ins.  at  the  bottom  was 
that  the  forms  had  to  have  a  firm  foundation  to  rest  on,  in 
order  to  put  all  the  weight  required  by  the  conduit  on  them 
in  one  day  or  at  one  time,  without  settling.  We  therefore 
excavated  the  conduit  to  grade  the  entire  length,  and  de- 
posited a  4-in.  layer  of  concrete  to  level  and  grade  over  the 
entire  length  of  the  conduit  line.  This  gave  us  a  good,  firm 
foundation,  true  and  accurate  to  work  from,  and  this  is  the 
secret  of  the  good  work  which  was  done  on  these  conduits. 
If  you  examine  them,  you  will  say  that  they  are  one  of  the 
neatest  jobs  of  concrete  in  this  line  that  has  been  built,  espe- 
cially with  regard  to  the  inside,  which  is  true,  level  and  abso- 
lutely smooth.  [The  authors  can  confirm  this  statement.] 
When  the  conduit  is  filled  with  water,  it  falls  off  with  abso- 
lutely no  point  where  water  stands  in  the  conduit,  owing  to 
its  being  out  or  the  proper  amount  of  concrete  not  being  de- 
posited. 

"The  centers  were  placed  in  their  entirety  on  a  new  length 
of  conduit  to  be  built,  resting  upon  four  piles  of  brick,  two 
at  each  end  as  shown.  The  first  concrete  was  placed  in  the 
forms  at  the  point  marked  X  and  the  next  concrete  was 
dropped  in  through  a  trap  door  cut  in  the  roof  of  the  con- 
duit form  at  the  point  marked  F.  This  material  was  dropped 
in  to  form  the  invert,  and  this  portion  was  shaped  by  hand 
with  trowels  and  screeded  to  the  exact  radius  of  the  conduit. 
The  concrete  was  then  placed  continuously  up  the  sides,  and 
boards  were  dropped  in  the  angles  which  I  have  mentioned, 
and  which  served  as  outside  form  holders  till  the  limit  was 
reached  at  the  top,  where  it  was  impossible  to  get  the  concrete 
in  under  the  planking  and  thoroughly  tamped.  At  this  point 
the  top  was  formed  by  hand  and  with  screeds. 

"Each  i6-ft.  length  of  this  conduit  was  made  with  oppo- 
site ends  male  and  female  respectively,  that  is,  we  had  a  small 
form  which  allowed  the  concrete  to  step  down  at  one  end  to  3 
ins.  in  thickness  for  8  ins.  back  from  the  end  of  the  section, 
and  on  the  other  end  of  the  section  it  allowed  it  to  step  down 
to  3  ins.  in  thickness  in  exactly  the  opposite  way,  making  a 
scarf  joint.  This  was  not  done  at  every  16  ft.  length,  unless 
only  16  ft.  were  placed  in  one  day.    We  usually  placed  48  ft. 
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a  day  at  one  end  of  the  conduit  with  one  gang  of  men.  This 
was  allowed  to  set  24  hours,  and,  whatever  length  of  conduit 
was  undertaken  in  a  day,  was  absolutely  completed,  rain  or 
shine,  and  the  gang  next  day  resumed  operations  at  the  other 
end  of  the  conduit  on  another  48  ft.  length.  This  was  com- 
pleted, no  matter  what  the  weather  conditions  were,  and, 
towards  the  close  of  this  day  the  forms  placed  on  the  preced- 
ing day  were  being  drawn  and  moved  ahead. 

"The  method  used  in  moving  these  forms  ahead  for  another 
day's  work  is  probably  one  of  the  secrets  of  the  low  cost  of  this 
work,  and  it  is  one  which  we  have  never  seen  employed  be- 
fore. The  bolt  at  A,  Fig.  256,  was  taken  out,  and  the  tie  brace 
B  thrown  up.  We  had  hooks  at  the  points  C.  A  turnbuckle 
was  thrown  in,  catching  these  hooks,  and  given  several  sharp 
turns,  causing  the  entire  form  to  spring  downward  and  in- 
wards, which  gave  it  just  enough  clearance  to  be  carried  for- 
ward, without  doing  any  more  striking  of  forms  than  pulling 
the  bolt  at  A.  This  method  of  pulling  the  forms  worked  ab- 
solutely satisfactorily,  and  never  gave  any  trouble,  and  we 
were  able  to  move  the  forms  very  late  in  the  day  and  get  them 
all  set  for  next  day's  work,  giving  all  the  concrete  practically 
24  hours'  set,  as  we  always  started  concreting  in  the  morning 
at  the  furthest  end  of  the  form  set  up  and  at  the  greatest 
distance  from  the  old  concrete  possible  in  the  48  ft.  length, 
as  the  furthest  form  had,  of  course,  to  be  moved  first,  it  being 
impossible  to  pass  one  form  through  the  other. 

"Six  i6-ft.  sections  of  these  forms  were  built,  and  three  were 
used  each  day  on  each  end,  as  shown  by  the  diagram  MX, 
Fig.  256,  which  gives  the  day  for  the  month  for  the  comple- 
tion of  each  of  seven  48-ft.  sections. 

"A  gang  of  men  simply  shifted  on  alternate  days  from  end 
to  end  of  the  conduit,  although  several  sections  were  in  prog- 
ress at  one  time ;  and  of  course,  finally,  when  a  junction  was 
made  between  any  division,  say  of  1,000  ft.  to  another  1,000 
ft,  one  small  form  was  left  in  at  this  junction  inside  of  the 
conduit,  and  had  to  be  taken  down  and  taken  out  the  entire 
length  of  the  conduit. 

"The  centers  for  a  i6-ft.  length  of  this  conduit  cost  com- 
plete for  labor  and  material,  $18.30,  but  they  were  used  over 
and  over  again;  and,  after  this  conduit  was  completed,  they 
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were  taken  away  for  use  at  other  points,  so  that  the  cost  is 
hardly  appreciable,  and  the  only  charge  to  centers  that  we 
made  after  the  first  cost  of  building  the  centers,  was  on  ac- 
count of  moving  them  daily.  Part  of  this  conduit  was  built 
double  (two  6-ft.  conduits)  and  part  single,  the  only  difference 
being  that,  where  the  double  conduit  was  built,  two  forms 
were  placed  side  by  side,  and  not  so  much  was  undertaken  in 
one  day. 

"These  conduits,  when  completed  and  dried  out,  rung  exact- 
ly like  a  6o-in.  cast-iron  pipe,  when  any  one  walked  through 
them  or  stamped  on  the  bottom." 

Mr.  Woollard  gives  the  following  analysis  of  the  cost  per 
cubic  yard  of  the  concrete-steel  conduit  above  described : 

Per  cu.  yd. 

1.3  bbl.  cement   $1-43 

10  cu.  ft.  sand 0.35 

25  cu.  ft.  stone i.io 

26  sq.  ft.  expanded  metal,  at  3  cts 0.78 

Loading  and  hauling  materials  2,000  ft.  to  the  mixing 

board  (team  at  $4.50)  0.50 

Labor  mixing,  placing,  and  ramming 1.38 

Labor  moving  forms   0.60 

Total $6.14 

Wages  were  17^  cts.  per  hr.  for  laborers  and  50  cts.  per 
hr.  for  foremen.  The  concrete  was  1-2-5,  a  barrel  being  as- 
sumed to  be  3.8  cu.  ft.  The  concrete  was  mixed  by  hand 
on  platforms  alongside  the  conduit.  The  cost  of  placing  and 
ramming  was  high,  on  account  of  the  expanded  metal,  the 
small  space  in  which  to  tamp,  and  to  the  screeding  cost.  When 
forms  were  moved  they  were  scraped  and  brushed  with  soft 
soap  before  being  used  again. 

From  Mr.  Morris  R.  Sherrerd,  Engineer  and  Superintendent, 
Department  of  Water,  Newark,  N.  J.,  we  have  received  the  fol- 
lowing data  which  differ  slightly  from  those  given  by  Mr. 
Woollard.  The  differences  may  be  explained  by  the  fact  that 
the  cost  records  were  made  at  different  times.  Mr.  Sherrerd 
states  (Sept.  26,  1904,)  that  each  batch  contains  4  cu.  ft.  of 
cement,  8  cu.  ft.  of  sand,  and  20  cu.  ft.  of  stone,  making  22 
cu.  ft.  of  concrete  in  place.    One  bag  of  cement  is  assumed  to 
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hold  I  cu.  ft.  He  adds  that  a  lo-hour  day's  work  ior  a  gang 
is  63  lin.  ft.  of  single  6-ft.  conduit  containing  47.4  cu.  yds. 
of  concrete  and  1,260  sq.  ft.  of  expanded  metal.  This  is 
equivalent  to  ^  cu.  yd.  of  concrete  per  lin.  ft.  The  total  cost 
of  material  for  one  complete  set  of  forms  64  ft.  long  was  $160; 
and  there  were  7  of  these  sets  required  to  keep  two  gangs  of 
men  busy,  each  gang  building  63  lin.  ft.  of  conduit  a  day. 
Since  the  total  length  of  the  conduit  was  3,850  ft.,  the  first 
cost  of  the  material  in  the  forms  was  18  cts.  per  lin.  ft. 

Cost  of  Labor  on  6-ft.  Conduit : 

Per  day.  Per  cu.  yd. 

I  foreman  on  concrete  $  3.35  $0.07 

1  water  boy 0.75  o.oi 

II  men  mixing  at  $1.75 IQ-^S  0.39 

5  men  mixing  at  $1.50 7.50  0.16 

4  men  loading  stone  at  $1.40 5.60  0.12 

4  men  wheeling  stone  at  $1.40 5.60  0.12 

2  men  loading  sancj  at  $1.40 2.80  0.06 

2  men  wheeling  sand  at  $1.40 2.80  0.06 

1  man  placing  concrete  at  $1.75 1.75  0.04 

6  men  placing  concrete  at  $1.50 9.00  0.19 

2  men  supplying  water  at  $1.50 3.00  0.06 

I  man  placing  expanded  metal  at  $2 2.00  0.04 

1  man  placing  expanded  metal  at  $1.50...     1.50  0.03 

Total  labor  on  concrete   $64.90  $i-35 

Cost  of  Labor  Moving  Forms: 

Per  day.Per  cu.  yd. 
4  carpenters  placing  forms   $13.00  .  $0.27 

2  helpers  placing  forms *. *. . .     4.00  0.08 

I  carpenter  putting  up  boards  for  outside 

forms    2.75  ^  0.06 

1  helper    putting    up    boards    for    outside 

forms    2.25  0.05 

2  helpers  putting  up  boards    for    outside 

forms    3.50  0.07 

I  team  hauling  timber 4.50  0.09 

I  helper  hauling  lumber   1.75  0.04 

Total  labor  moving  forms $31 -75  $0.66 


AQUEDUCTS    AND    SEIVERS.  551 

It  will  be  noted  that  it  required  two  men  to  bend  and  place 
the  700  lbs.,  or  1,260  sq,  ft.,  of  expanded  metal  required  for 
63  lin.  ft.  of  conduit  per  day,  which  is  equivalent  to  J^c  per  lb., 
or  3  cts.  per  sq.  ft.,  for  the  labor  of  shaping,  placing  and 
fastening  the  metal. 

CIRCULAR  SEWER,  SOUTH  BEND,  INDIANA.— 
In  building  2,464  ft.  of  66-in.  circular  reinforced  concrete  sewer 
at  South  Bend,  Ind.,  in  1906,  the  method  of  construction  il- 
lustrated in  Figs.  257,  Zs8  and  259  was  employed.  The  sewer 
has  a  g-in.  shell  buttressed  on  the  sides  and  is  reinforced  every 
12  ins.  by  a  3-16  x  i-in.  peripheral  bar  in  the  sides  and  roof 
and  3  ins.  in  from  the  soffit.  Each  bar  is  composed  of  three 
pieces,  two  side  pieces  from   15- ins.  below  to  6  ins.  above 


Fig.  257.— Form   tor  South  Bend  Sewer  (First  Stage). 

springing  lines  and  a  connecting  roof  bar  attached  to  the  side 
bars  by  potter  pins.  Two  grades  of  concrete  were  used,  a  1-3-6 
bank  gravel  concrete  for  the  invert  and  a  1-2-4  bank  gravel 
concrete  for  the  arch.  '  The  invert  was  given  a  ^-in.  plaster 
coat  of  i-i  mortar  as  high  as  the  springing  lines. 

Forms  and  Concreting. — In  constructing  the  sewer  the 
.trench  was  excavated  so  as  to  give  a  clearance  of  I  ft.  on  each 
side -and  was  sheeted  as  shown  by  Fig.  257,  The  sewer  was 
built  in  12  ft.  sections  as  follows:  The  bottom  of  the  trench 
was  shaped  as  nearly  as  possible  to  the  grade  and  shape  of 
the  base  of  the  sewer.  Four  braces  to  each  12  ft.  section  were 
then  nailed  across  the  trencli  between  the  lowest  rangers  on 
the  trench  sheeting.  A  partial  form  consisting  of  a  vertical 
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row  of  lagging  was  set  on  each  of  the  outside  lines  of  the 
sewer  barrel  as  shown  by  Fig,  257,  Each  section  of  this  lag- 
ging was  held  by  stakes  driven  into  the  trench  bottom  and 
nailed  at  their  tops  to  the  cross  braces  as  shown  by  Fig,  258. 
A  template  for  the  invert  was  then  suspended  from  the  cross 
braces  by  pieces  nailed  to  the  four  ribs  of  the  template  and 


Fig.  SES,— Form  tor  South  B«nd  Sewer  (Second  6tatti>. 
to  the  cross  braces  as  shown  by  Fig.  257.  The  concrete  was 
now  placed  and  carried  to  the  top  of  the  template,  which 
was  then  removed.  The  side  pieces  of  the  reinforcing  bars 
were  then  set  and  fastened  as  shown  by  Fig.  258.  The  side 
forms  extending  up  to  the  springing  lines  were  then  placed. 


PI«.  2G9.— Form  tor  Booth  Bend  Sewer  (Third  Stage). 
They  were  held  in  position  by  braces  nailed  to  their  ribs  at  the 
tops  and  by  other  braces  fitting  into  notches  in  the  ends  of 
their  ribs  at  the  bottom.  The  concrete  was  then  carried  up 
to  the  springing  lines,  the  arch  centers  in  two  pieces  were 
placed;  the  arch  bar  of  the  reinforcement  was  placed  and  the 
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extrados  forms  erected  up  to  the  45**  lines,  all  as  shown  by  Fig. 
259.  The  placing  of  the  arch  concrete  completed  the  sewer 
barrel.  The  outside  forms  and  bracing  were  removed  about  24 
hours  after  the  completion  of  the  arch  and  back  filling  the 
trench  was  begun  immediately,  but  the  inside  forms  were  left 
in  place  for  two  weeks;  they  were  then  removed  by  the  sim- 
ple process  of  knocking  out  the  notched  braces.  By  building 
several  lengths  of  invert  first  and  following  in  succession  by 
the  side  wall  construction  and  then  by  the  arch  construction, 
the  form  erection  and  the  concreting  proceeded  without  inter- 
ruption by  each  other.  It  was  also  found  that,  by  making 
bends  in  the  form  of  polygons  with  10  ft.  sides  instead  of  in 
the  form  of  curves,  there  was  a  material  saving  in  expensive 
form  work.  To  overcome  the  friction  of  the  angles  in  such 
bends  an  additional  fall  was  provided  at  these  places.  All  con- 
crete was  made  in  a  Smith  mixer  mounted  on  trucks  so  that 
it  could  be  moved  along  the  bank  of  the  trench  and  dis- 
charging into  a  trough  leading  to  the  work. 

Labor  Force  and  Cost, — With  a  gang  of  12  men  from  24  to 
36  ft.  of  sewer  was  built  per  lo-hour  day,  working  only  part 
of  the  time  on  actual  concreting.  The  disposition  of  the 
force  mixing  and  laying  concrete  and  the  wages  were  as  fol- 
lows : 

Item.  Per  day. 

Six  wheelers,  at  18.5  cts.  per  hour $11.10 

One  mixer,  at  22.5  cts.  per  hour 2.25 

One  dumper,  at  18.5  cts.  per  hour 1.85 

Four  placers,  at  22.5  cts.  per  hour 9.00 

Total $24.20 

There  were  0.594  cu.  yd.  of  concrete  per  lineal  foot  of  sewer 
and  its  cost  is  given  as  follows: 
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Item.  Per  cu.  yd. 

Cost  of  gravel  $0,774 

Cost  of  sand 0.36 

Cost  of  cement 1.50 

Cost  of  steel  reinforcement 0.84 

Cost  of  labor,  mixing  and  placing  concrete 1094 

Cost  of  moving  forms,  templates,  etc 0-757 

Cost  of  forms,  templates,  etc 0.589 

Cost  of  finishing,  plastering,  etc 0.639 

Cost  of  tools  and  general  expenses 0.841 

Total $7,394 

SEWER  INVERT,  HAVERHILL,  MASS.— In  construct- 
ing sewers  with  concrete  inverts  at  Haverhill,  Mass.,  in  1905, 
use  was  made  of  the  traveling  form  or  mold  shown  by  Fig.  260. 
The  form  consists  of  an  inner  and  an  outer  shell,  the  annular 
space  between  which  forms  the  mold ;  in  operation  the  annular 
space  is  filled  with  concrete,  then  the  outer  shell  is  pulled 
ahead  from  underneath,  leaving  the  inner  shell  in  place.  A 
second  inner  shell  is  then  adjusted  to  the  outer  shell  in  its  new 
position,  the  annular  mold  is  concreted  and  the  outer  shell 
again  pulled  ahead.  Continued  repetition  of  the  operations 
described  completes  the  invert.  The  merit  of  the  device  lies 
in  the  fact  that  the  inner  shell  is  not  moved  until  the  concrete 
has  attained  some  degree  of  rigidity;  when,  in  such  devices,  the 
inner  mold  is  slid  ahead  en  the  green  concrete  it  is  likely  so 
to  "drag"  forward  the  material  that  a  rough  and  pitted  sur- 
face results. 

Mold  Construction. — Referring  to  the  drawings  of  Fig.  260, 
A  is  tlie  outer  mold  of  sheet  steel  bent  to  the  required  shape  of 
the  outer  surface  of  the  conduit  to  be  constructed.  A  rib,  or 
angle,  B,  is  riveted  to  the  inside  of  the  mold  at  its  front  end  and  a 
diaphragm  C  of  plank  is  securely  fastened  to  the  rear  side  of  the 
rib.  The  opposite  or  rear  end  of  the  mold  is  open.  Angles  D 
forming  tracks  are  riveted  inside  the  mold  a  short  distance  below 
the  edges  and  reaching  their  full  length.  The  inner  mold  com- 
prises a  steel  shell  E  curved  to  the  form  of  the  inside  of  the  con- 
duit; inside  this  steel  shell  is  a  reinforcing  lagging,  and  at  each 
end  there  is  a  wooden  diaphragm  F.    Passing  through  both  end 
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diaphragms  and  having  its  ends  flush  with  the  end  planes  of  the 
mold  is  a  timber  G.  Rearward  projecting  lips  e  are  secured  to 
the  lagging  at  the  rear  end  of  the  mold  and  on  each  side  of  the 
timber  G.  The  diaphragms  F  have  each  two  arms  /  which  pro- 
ject horizontally  beyond  the  surface  of  the  inner  mold  and  engage 
the  tracks  D;  locking  dogs  H  are  pivoted  to  the  arms  f  so  as  to 
hook  under  the  track  angles  D  and  hold  the  inner  form  from 
rising.  Setting  on  the  inner  mold  is  an  inverted  V-shaped  de- 
flector /;  its  edges  are  flush  with  the  sides  of  the  mold  and  its 
purpose  is  to  facilitate  the  placing  of  the  concrete.  There  is  also 
a  movable  diaphragm  K,  fitting  loosely  inside  the  outer  mold  A 
and  bearing  against  the  end  of  the  inner  mold  E,  The  length 
of  the  inner  mold  E  is  about  one-half  that  of  the  outer  mold  A; 
as  a  rule  several  inner  molds  are  provided  with  one  outer  mold. 
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Section  6-H. 
Fig.   260.— Traveling  Invert  Form  for  Sewer  Construction. 

Mode  of  operation. — In  using  the  device  described  the  outer 
mold  A  is  first  placed  in  the  trench  with  its  rear  end  at  the 
end  of  the  trench.  An  inner  mold  E  is  then  suspended  on 
the  tracks  of  the  outer  mold  and  locked  therein  by  the  dogs 
H,  with  its  rear  end  flush  with  the  rear  end  of  the  outer  mold. 
The  partition  K  is  then  placed  in  position  against  the  forward 
end  of  the  inner  mold  and  a  jack  /  of  any  suitable  form  is  in- 
terposed between  diaphragms  K  and  C,  the  jack  being  ex- 
tended suflSciently  to  press  diaphragm  K  firmly  against  the 
front  end  of  the  inner  mold.  The  deflector  /  is  next  placed 
in  position  on  the  inner  mold  and  the  concrete  is  forced  down 
with  an  iron  rammer  between  the  two  molds,  so  as  to  fill  com- 
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pletely  the  annular  space.  The  deflector  aids  in  directing  the 
concrete  into  this  space,  as  will  be  obvious.  After  the  mold 
has  been  filled  and  the' concrete  compacted  as  much  as  possi- 
ble, the  jack  is  operated  to  separate  the  diaphragms  K  and 
C,  and  as  the  partition  K  is  pressed  against  one  end  of  the 
mass  of  concrete  which  has  been  laid,  the  opposite  end  of 
which  abuts  against  the  end  of  the  trench,  it  follows  that  any 
backward  movement  of  the  diaphragm  K  will  compress  the 
concrete.  This  movement  will  be  practically  inappreciable  in 
distance,  but  enough  to  compact  thoroughly  the  concrete  and 
fill  any  voids.  The  action  of  the  jack  will  also  push  for- 
ward the  diaphragm  C  and  the  outer  mold  A,  the  latter  being 
withdrawn  from  beneath  the  inner  mold  and  the  newly  laid 
concrete,  the  tracks  D  of  the  outer  mold  being  drawn  from 
beneath  the  arms  f  of  the  inner  mold,  leaving  the  latter  be- 
hind resting  on  the  freshly  laid  concrete.  Further  compression 
of  the  concrete  after  it  has  been  left  by  the  outer  mold  will 
fill  the  spaces  between  the  inner  mold  and  the  surface  of  the 
trench.  The  outer  mold  is  moved  forward  in  this  manner  a 
distance  equal  to  the  length  of  the  inner  mold,  and  then  the 
diaphragm  K  is  drawn  forward  and  another  inner  mold  is 
lowered  into  the  outer  mold  exactly  as  was  the  first  one.  The 
jack  is  then  placed,  the  concrete  deposited  and  the  outer  mold 
again  advanced  exactly  as  before.  As  the  outer  mold  ad- 
vances, the  inner  molds  become  disengaged  one  after  another 
and  are  set  ahead;  in  practice,  enough  inner  molds  are  pro- 
vided to  enable  the  concrete  to  harden  sufficiently  to  keep 
its  position  when  it  becomes  necessary  to  take  up  successively 
the  rearmost  molds  and  place  them  ahead. 

Haverhill  Sezver  Work, — The  work  at  Haverhill,  Mass., 
previously  mentioned  in  which  the  form  just  described  was 
used,  was  a  24-in.  circular  sewer  with  6-in.  walls.  The  outer 
form  was  36  ins.  in  diameter  and  6  ft.  2  ins.  long;  the-4nner 
form  was  24  ins.  in  diameter  and  3  ft.  long.  Angle  B  was 
3  ins.  and  the  track  angles  D  were  i^  ins.;  diaphragm  K 
was  made  of  two  thicknesses  of  3-in.  plank  and  diaphragm  C 
of  one  thickness  of  3-in.  plank,  the  other  diaphragms  were  of 
2-in.  plank.  The  shells  of  the  molds  were  of  ^-in.  steel  plate; 
the  jack  was  an  ordinary  screw  jack.  Eight  inner  molds  were 
used. 
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The  form  used  at  Haverhill  was  built  by  the  city  carpenter, 
the  metal  portions  being  made  in  a  boiler  shop.  Its  cost  was 
not  ascertained,  but  was,  it  is  thought,  about  $75.  The  con- 
crete used  was  a  1-3-5  stone  mixture,  with  cement  costing  $2 
per  barrel,  sand  $1.50  per  load  of  36  cu.  ft.,  and  stone  $2.50 
per  load  of  36  cu.  ft.  The  men  were  paid  25  cts.  per  hour. 
Records  kept  on  265  ft.  of  invert,  or,  theoretically,  19.3  cu. 
yds.  of  concrete,  gave  the  following  figures : 

Per  Per 

lin.  ft.     cu.  yd. 
Labor,  setting  and  moving  forms,  42  hours,  at 

25  cts $0.05-       $0.67 

Labor,    mixing,   placing   and    wheeling    concrete, 

179  hours,  at  25  cts 0.16  2.19 

Total  labor  cost .$0.21         $2.86 

With  the  ordinary  1-3-5  niixture  the  cost  of  materials  would 
run  about  as  follows: 

Per  cu.  yd. 

Cement,  0.96  bbl.,  at  $2 $1.92 

Sand,  0.47  cu.  yd.,  at  $1.13 0.53 

Stone,  0.78  cu.  yd.,  at  $1.88 1.47 

Total  cost  materials  $3.92 

Two  men  were  worked  in  the  trench,  one  alternately  ram- 
ming the  concrete  into  place  and  working  the  jack,  and  the 
other  shaping  the  trench  ahead  and  assisting  in  bringing  the 
rear  forms  ahead. 

The  form  described  was  invented  by  Mr.  Robert  R.  Evans, 
of  Haverhill,  Mass.,  and  has  been  patented  by  him. 

29-FT.  SEWER,  ST.  LOUIS,  MO.— The  following  account 
of  the  method  and  cost  of  constructing  162  ft.  of  very  large 
sewer  section  at  St.  Louis,  Mo.,  is  compiled  from  information 
furnished  by  Mr.  Curtis  Hill. 

The  cross-section  of  the  sewer  is  given  by  Fig.  261,  which 
also  shows  the  arrangement  of  the  reinforcing  bars.   Johnson 
corrugated  bars,  old  style,  are  used  for  reinforcement.  The    , 
sections  of  the  various   reinforcing   bars    are:    Longitudinal 
bars,  0.18  sq.  in.;  invert  bars,  0.7  sq.  in.,  and  arch  bars,  0.7 
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sq.  in.  The  spacing  of  the  bars  and  the  arrangement  of  the 
splices  are  indicated  on  the  drawings  of  Fig.  261.  All  splices 
have  a  lap  of  36  ins.  Some  gravel  concrete  has  been  used  in 
the  invert,  but  most  of  the  concrete  has  been  crushed  lime- 
stone and  Mississippi  River  channel  sand.  The  proportions 
were  1-3-6  in  the  invert  and  1-2-5  i"  ^^^  arch.  The  arch  was 
computed  by  Prof.  Greene's  method.  The  ultimate  strength 
of  concrete  in  compression  was  taken  as  2,000  lbs.  per  sq.  in. 
and  the  working  strength  at  500  lbs.  per  sq.  in.  The  elastic 
limit  of  the  reinforcing  bars  was  taken  at  50,000  lbs. 


Fig.  261. — Harlem   Creek  Sewer.  St.  Louis,  Mo. 

The  trenching  was  done  by  wheel  scrapers  to  the  amount 
of  waste.  Then  a  cableway  was  erected  spanning  the  entire 
length  of  the  section  and  the  remainder  of  the  material  taken 
out.  The  last  4  or  5  ft.  in  depth  were  in  limestone  and  the 
excavated  rock  was  taken  by  cableway  to  dump  carts  which 
took  *t  to  the  crusher  and  returned  with  crushed  rock  to  be 
used  for  concrete.  This  rock  foundation  was  taken  advantage 
of  to  reduce  the  amount  of  invert  concrete. 
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In  constructing  the  sewer  proper  the  invert  was  first  con- 
creted to  template  to  the  height  shown  in  Fig.  262.  The  arch 
forms  were  then  placed  as  shown  in  Fig.  262,  and  the  roof  arch 
concreted.  Both  templates  and  arch  forms  were  constructed 
of  wood.  The  arch  forms  were  moved  ahead  on  iron  rails  and 
jacked  into  place.  The  ribs  were  2xI0-in.  pieces  and  were 
spaced  4  ft.  on  centers;  the  lagging  was  2-in.  tongue  and 
grooved  stuff  and  was  smeared  with  crude  oil.    The  reinforc- 


Flg.  262.— Center  for  Harlem  Creek  Sewer. 

ing  bars  shown  in  Fig.  261  were  bent  to  proper  radius  by- 
means  of  a  wagon  tire  bender  and  were  held  in  place  by  tem- 
plates. The  concrete  was  all  mixed  by  two  Chicago  Improved 
Cube  mixers  operated  by  electric  power. 

The  cost  records  of  constructing  the  section  of  29-ft.  sewer 
so  far  built  are  not  susceptible  of  complete  analysis,  but  the 
following  figures  can  be  given.  The  prices  of  materials  were 
as  follows: 
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Cement,  per  barrel $i.8o 

Sand,  per  cubic  yard 0.75 

Broken  stone,  per  cubic  yard i.oo 

Reinforcing  bars,  per  pound 0.02 

Vitrified  brick,  per  1,000  12.00 

The  wages  paid  different  classes  of  labor  were : 

Per  hour.  Per  hour. 

Firemen    $0.50  Helpers $0.25 

Laborers     0.17$      Carpenters   0.55 

Laborers     0.20        Engineers   0.50 

Laborers     0.25        Timekeepers    0.25 

Laborers     0.28        Watchmen   0-i7S 

Laborers 0.3025     Hostlers    0.17$ 

Bricklayers    0.66  2-3    Teams   0.60 

Taking  up  the  several  items  of  work  in  order,  the  excava- 
tion amounted  to  21400  cu.  yds.,  of  which  1400  cu.  yds.  were 
rock  excavation.    The  cost  of  excavation  was  as  follows: 

Total.  Per  cu.  yd. 

Earth,   excavation    $7,640  $0.38 

Earth  bracing  2,000  0.10 

Rock   excavation    1400  1.00 

Rock,  dynamite,  tools,  etc  560  040 

The  cost  of  crushing  the  excavated  rock  and  returning  it 
to  the  mixer  was  $1  per  cu.  yd. 

The  cost  of  the  concrete  work  was  as  follows : 

Per  cu.  3^1. 

1.30  bbl.  cement  at  $1.80   $2.34 

.044  cu.  yd.  sand  at  75  cts.  . . , 0.33 

I  cu.  yd.  broken  stone  at  $1   i.oo 


Total  concrete  materials $3-67 

There  were  1,600  cu.  yds.  of  concrete  placed  at  a  cost  of  for: 

Total.      Per  cu.  yd. 

Mixing  and  placing   $1,180  $0.7375 

Forms       2,000  1.25 

Moving  forms    400  o-25 


Total  for  forms  and  labor $3,580  $2.2375 
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For  reinforcing  the  concrete  86,600  lbs.  of  steel,  or  about 
55  lbs.  per  cu.  yd.  were  used.  The  cost  .of  placing  and  bend- 
ing this  steel  was  as  follows : 

Ttotal.  Per  lb. 

Cost  of  placing $172         0.1986  ct. 

Cost  of  bending 52  0.06      ct. 

We  can  now  summarize  the  cost  of  the  concrete  work 
proper  of  this  sewer  as  foHows: 

Items.  Per  cu.  yd. 

Cement,   sand   and  stone    $3*67 

'  55  lbs.  steel  at  2  cts i.io 

Forms,  labor  and  materials  1.25 

Mixing  and  placing  concrete  labor 0.74 

Placing  steel  at  0.1986  ct.  per  lb o.ii 

Bending  steel  at  0.06  ct.  per  lb 0.03 

Moving  forms    0.25 

Total  labor  and  materials $7-^5 

To  get  the  total  cost  of  the  sewer  proper  we  must  add  the 
cost  of  the  vitrified  brick  invert  paving.  There  were  71  cu. 
yds.  of  this  paving  and  its  cost  was  as  follows: 

Per  cu.  yd. 

0.6  bbls.  cement  at  $1.80 $1.08 

0.25  cu.  yd.  sand  at  75  cts 0.19 

450  bricks  at  $12  per  M 5.40 

Labor  laying,  71  cu.  yds.  at  $180.33 2.54 

Total    $9.21 

None  of  the  preceding  figures  includes  the  plant  charges. 
The  plant  cost  $12,000  and  the  cost  of  running  it  during  the 
work  described  was  $2,000.  In  explanation  it  should  be  noted 
that  the  plant  served  for  building  some  1,340  lin.  ft.  of  27-ft. 
sewer  as  well  as  for  the  section  described. 

SEWER  AT  MIDDLESBOROUGH,  KY.— In  construct- 
ing  an  oval  sewer  4  ft.  high  at  Middlesborough,  Ky.,  two 
steel  forms  in  lo-ft.  sections  were  used.  As  shown  in  Fig,  263, 
T-iron  ribs  were  spaced  5  ft.  apart,  fastened  together  at  the 
top  by  longitudinal  angle  irons,  and  at  the  bottom  by  a  sheet 
of  steel  22  ins.  wide,  forming  the  bottom  of  the  invert.    The 
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lagging  for  the  sides  consists  of  movable  5-ft.  lengths  of  chan- 
nel iron,  secured  by  sliding  bolts.  After  the  bottom  of  the 
trench  has  been  roughly  shaped  with  concrete,  a  lo-ft.  section 
of  invert  forms  is  lowered  and  suspended  by  the  cross-beams, 
and  the  space  beneath  packed  with  concrete;  then  a  channel 
iron  is  slid  into  place  and  bolted,  and  concrete  packed  behind 
it,  and  so  on  until  the  invert  is  made.  The  next  lo-ft,  section 
is  then  built  while  the  first  is  hardening.  Upon  the  comple- 
tion of  the  second  section,  the  channel  iron  sides  of  the  first 
section  are  removed,  and   then  the  rib  framework   is  lifted 


Fig.  263.— Invert  Torm  for  Sewer  Construcllon. 

out.  Wood  arch  centers  are  then  put  in  place  and  an  inch  of 
I  :  2  plaster  spread  over  the  lagging  before  placing  the  con- 
crete for  the  arch,  which  is  6  ins.  thick. 

The  cost  per  100  ft,  of  this  sewer  was  as  follows  (prices  be- 
ing assumed  for  cement  and  labor) : 

Bottom  concrete.  Cost  per  100  ft. 

18.5  bbls.  cement,  at  $1.50 $  27.75 

2.7  cu.  yds.  sand,  at  $1.00 2.70 

15  cu.  yds.  stone,  at  $1.00 15.00 

17  days  labor,  at  $1.50 25.50 
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Bottom  Mortar  Lining. 

25.25  bbls.  cement,  at  $1.50 37.85 

7.5  cu.  yds.  sand,  at  $1,00 7.50 

22  days  labor,  at  $1.50 33.00 

Sewer  Arch. 

26  bbls,  cement,  at  $1.50 39-oo 

3.9  cu.  yds.  sand,  at  $1.00 3,90 

13.6  cu.  yds.  stone,  at  $1.00   13.60 

21  days  labor,  at  $1.50  31-50 

Cost  per  100  ft $237-30 


INTERCEPTING  SEWERS,  CLEVELAND,  O— An  in- 
tercepting sewer  some  3^  miles  long,  of  the  form  and  con- 
struction shown  in  Fig.  264,  was  built  at  Cleveland,  Ohio,  in 
1904.  The  construction  consists  of  a  plain  concrete  invert 
lined  with  two  courses  of  shale  bricks,  and  having  two  rows 
of  anchor  bars  set  in  the  side  walls  so  that  the  bars  of  one  row 
are  staggered  with  respect  to  those  of  the  other  row.  The 
anchor  bars  are  2x}^-in.  steel,  and  are  spaced  30  ins.  apart 
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in  each  row.  To  the  anchor  bars  are  bolted  arch  reinforc- 
ing bars  arranged  as  shown,  and  these  arch  bars  have  bolted 
to  them  eight  lines  of  ij^  x  ^-in.  longitudinal  bars.  A  natural 
cement  concrete  is  used  for  the  invert  and  side  walls.  The 
arch  is  Portland  cement  concrete  of  normally  a  1-3-7 J^,  ij4- 
in.  screened  stone  mixture,  but  where  the  voids  in  the  broken 
stone  exceeded  40  per  cent.,  it  is  a  1-3-6  mixture.  The  invert 
bricks  are  laid  in  Portland  cement  mortar  and  the  arch  has 
a  mortar  lining  and  is  waterproofed  with  i-in.  of  mortar  on 
top. 

Forms. — Separate  forms  were  used  for  the  invert  and  for 
the  arch  ring.  Regarding  these,  the  engineer,  Mr.  Walter  C. 
Parmley,  remarks: 

One  of  the  first  forms  used  in  the  sewer  was  like  a  piece  of 
segmental  arch  centering  inverted,  and  with  the  lagging 
nailed  fast  to  the  ribs.  The  trouble  with  this  form  is  that  it 
is  difficult  to  tamp  concrete  under  the  bottom  portion  of  the 
form,  and  hence  a  very  rough  surface  is  produced.  Much 
better  results  were  obtained  by  omitting  the  lagging  boards 
on  the  bottom  and  at  the  sides  till  a  point  was  reached  where 
the  inclination  of  the  concrete  surface  was  about  45°.  The 
concrete  for  the  bottom  could  then  be  worked  down  between 
the  ribs,  thorough  tamping  done,  and  a  good  surface  ob- 
tained. The  ribs  serve  as  a  guide,  so  that  the  workman 
produces  the  proper  shape.  From  this  point  up  to  the  verti- 
cal, good  results  can  be  secured  with  the  ribs  attached  to  the 
lagging.  Some  contractors  found  it  more  convenient  to  use 
ribs  that  were  connected  with  each  other  by  a  skeleton  frame- 
work only,  and  then  to  slip  the  lagging  in,  one  piece  at  a 
time.  For  some  of  the  sewers,  in  which  the  brick  lining  was 
not  carried  quite  up  to  the  spring  line,  a  separate  side  form 
of  skeleton  ribs  and  loose  lagging  was  set  upon  brace  legs 
bearing  on  the  bottom  of  the  invert.  This  form  carried  the 
concrete  from  about  2  ft.  below  to  about  2  ft.  above  the 
springing  line.  The  arch  ribs  then  became  segmental  and 
rested  upon  the  middle  braces.  This  method  has  the  ad- 
vantage of  using  ribs  that  are  lighter  and  more  easily  handled 
than  those  that  are  semi-circular.  For  arch  centering,  it  is 
necessary  and  convenient  to  use  independent  ribs  and  loose 
lagging,  for  the  centers  can  then  be  carried  forward  piece- 
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meal,  the  falsework  upholding  the  green  arch  and  re-erected 
at  the  advance  end  of  the  work.  In  these  matters  each  con- 
tractor prefers  to  use  his  own  ingenuity,  and  so  long  as  the 
work  is  properly  built,  the  engineer  can  well  give  him  con- 
siderable latitude  as  to  use  of  methods.  One  thing,  however, 
the  engineer  must  insist  upon — that  all  centering  and  false- 
work be  as  nearly  rigid  as  possible.  Even  a  slight  settle- 
ment of  the  centers  at  the  crown  under  the  load  of  concrete 
and  backfill  will  cause  the  arch  to  kick  out  at  the  quarters, 
and  if  the  green  concrete  arch  is  not  cracked  at  the  crown, 
it  will  be  crushed  on  the  inside,  about  half  way  between  the 
crown  and  springing  line.  A  reinforced  arch  is  no  more  im- 
mune to  this  danger  than  is  a  plain  concrete  arch.  How- 
ever, with  a  few  days  of  hardening,  although  the  damage 
may  be  serious,  the  danger  of  actual  collapse  is  less.  A  point 
to  be  guarded  against,  especially  in  reinforced  construction, 
is  any  foolish  act  on  the  part  of  contractor  or  workman,  due 
to  his  overconfidence  in  the  strength  of  the  structure  because 
it  contains  embedded  steel. 

The  mode  of  procedure  in  constructing  the  arch  ring  was 
to  erect  the  centers  with  lagging  complete.  The  lagging  was 
then  covered  with  building  paper  waterproofed  with  paraf- 
fine.  The  arch  reinforcing  bars  were  then  bolted  to  the  an- 
chor bars  and  the  longitudinals  connected  up.  The  lining  of 
Portland  cement  mortar  was  first  laid  on  the  lagging.  Be- 
fore this  mortar  had  set,  concrete  was  rammed  in  between  it 
and  the  sheeting  to  a  height  of  18  ins.  above  the  springing 
line,  and  then  the  remainder  of  the  concrete  placed  without 
outside  forms.  The  top  of  the  arch  ring  was  finally  finished 
with  a  i-in.  mortar  coat.  In  regard  to  the  concrete,  Mr. 
Parmley  remarks: 

"Concrete  will  flush  up  to  the  forms  and  produce  a  better 
surface,  and  the  voids  in  the  stone  will  be  much  better  filled 
if  it  is  so  wet  as  to  require  but  little  tamping;  moreover  there 
is  less  danger  of  obtaining  a  weak,  porous  wall  should  a 
workman  neglect  thorough  tamping,  than  there  is  where  only 
a  moist  mixture  is  used.  It  is  also  to  the  contractor's  inter- 
est to  use  wet  concrete  for  much  less  labor  is  required  in  mix- 
ing and  placing  it.  Small  broken  stone  or  gravel  is  preferable 
in  concrete  for  sewers.    The  walls  being  comparatively  thin. 
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unless  there  be  a  considerable  excess  of  mortar,  if  coarse 
stones  are  used,  the  concrete  will  be  honey-combed  with 
voids.  The  stones  should  be  well  graded  in  size  from  large 
to  fine,  but  the  largest  fragments  should  not  exceed  ij^  ins. 
in  greatest  dimension." 

Cost, — A  number  of  records  of  cost  of  constructing  short 
sections  of  the  sewer  described  are  given  by  Mr.  Parmley,  as 
follows : 

Labor  placing  anchor  bars.  Per  day. 

I  man,  at  $3.50 $3.50 

I  man,  at  $1.75   1.75 

4  hours  carrying  steel  at  20  cts 0.80 


$6.05 

The  anchor  bars  were  placed  for  40  lin.  ft.  of  sewer,  or 
about  1,504  lbs.  of  metal  at  a  cost  of  0.4  ct.  per  lb. 

The  concreting  gang  for  the  sides  consisted  of: 

5  men  wheeling  and  mixing  at  $1.75 $8.75 

I  man   tamping    1.75 

2-3  time  man  lowering  brick  and  concrete  at  $2.25. ...  1.50 

I  man  carrying  concrete 1.75 


$1375 

This  gang  built  the  side  wall  for  40  ft.  of  sewer  daily,  or 
13  cu.  yds.  Cost  of  labor  per  cu.  yd.  was,  therefore,  $1.06.  The 
concrete  was  tamped  behind  the  brick  lining  as  the  latter  was 
built  up  by  the  mason. 

Cost  of  single  ring  brick  lining  at  sides: 

2  masons  at  70  cents  per  hour $11.20 

I  man  mixing  mortar   2.25 

1-3  time  man  lowering  at  $2.25   0.75 

3  men  wheeling  sand,  filling  buckets  and  dumping. . . .       5.25 

Total  labor  for  40  lin.  ft.  of  sewer $I945 

Quantity  of  brick  masonry  laid.  cu.  yd 6.38 

Labor  per  cu.  yd 3.05 

An  account  was  kept  of  labor  performed  on  85  lin.  ft.  of 
arch  work,  or  14  1-6  ft.  daily.    The  force  was  as  follows: 
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1  man  putting  mortar  lining  on  centering $i-75 

2  men  mixing  mortar,  screening  and  wheeling  sand..       3.50 

1  man  tamping  concrete    1.75 

8  men  on  mixing  board  at  $1.75 14.00 

$21.00 

No.  cu.  yd.  placed  daily 25.64 

Labor  per  cu.  yd 0.82 

Placing  centering  and  arch  bars: 

2  men  at  $1,75   $3.50 

I  man  at  $3.50 3.50 

$7.00 
Costs,  for  14  1-6  ft.  daily,  $0.49  per  lin.  ft. 

As  nearly  as  could  be  judged,  about  two-thirds  of  the  labor 
was  used  in  erecting  the  centering  and  one-third  in  putting 
the  steel  in  place.  The  amount  of  steel  placed  daily  was  785 
lbs.,  at  cost,  therefore,  of  0.3  of  a  cent  per  lb.,  and  the  cost 
of  erecting  and  moving  centers,  $0.33  per  lin.  ft.  of  arch. 

Another  record  of  39.27  ft.  on  a  curve,  gave  for  the  cost  of 
the  brick  work  at  sides  the  same  result  as  above,  but  the  in- 
spector's record  of  men  working  on  concrete  backing  at  sides 
showed  a  less  cost,  as  follows : 

4  men  mixing  at  $1.75   $7.00 

2-3  time  man  lowering  at  $2.25 1.50 

I  man  in  bottom 1.75 

$10.25 

They  placed  12.7  cu.  yd.  at  a  cost  of  $0.81  per  cu.  yd. 
This  figure  probably  more  nearly  represents  the  average 
cost  than  the  $1.06  reported  in  the  first  instance. 

The  cost  of  placing  the  anchor  bars  on  straight  sewer,  rep- 
resenting average  progress,  at  another  time,  was  found  to  be : 

I  man    , $3-50 

I  man    1.75 

$5-25 
They  placed  the  steel  for  44  ft.  of  sewer  or  1,650  lb.  at  a  cost 
of  0.32  of  a  cent  per  lb. 
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Further  notes  for  6  days'  work,  when  it  seemed  to  repre- 
sent as  nearly  as  possible  the  general  average  for  the  whole 
were: 

Labor  on  arch  concrete: 
Daily  progress  was  13  1-6  ft. 

The  force  employed  was : 

7  men  making  concrete,  at  $1.75 $12.25 

I  man  plastering  the  center 1.75 

I  man  mixing  mortar   2.00 

I  man  tamping    1.75 


$17.75 
On  straight  arch  work  they  placed  24.1  cu.  yd.  daily  at  a 
cost  of  $0.74  per  cu.  yd.    In  three  days*  work  on  a  curve,  the^ 
same  gang  placed  26.37  cu.  yd.  daily  at  a  cost  of  $0,675  per 
cu.  yd. 

On  centering  and  steel  for  arch,  three  men  kept  up  with 
the  regular  progress  of  the  arch-concreting  gang.  The  cost, 
therefore,  is: 

1  man    $3.50 

2  men  at  $1.75    3.50 


$7.00 

They  averaged  13  ft.  daily,  or  at  a  total  cost  of  about  $0.54 
per  lin.  ft.  of  sewer. 

Two-thirds  of  this  labor  was  on  the  centering  or  $0.36  per 
lin.  ft.  of  arch;  $0.18  per  lin.  ft.  placed  the  steel  ready  for  em- 
bedding, or  about  55.5  lb.  per  ft.  of  arch,  at  a  cost  of  0.32  of  a 
cent  per  lb. 

For  the  double  ring  brick  lining  at  the  bottom,  the  regular 
daily  rate  of  progress  was  28  ft.  or  11. 15  cu.  yd.  with: 

2  bricklayers    $][  1.20 

5  men  at  $1.75^ , 8.75 

I  man  at  $2.25    2.25 


$22.20 
or  at  a  cost  of  $1.98  per  cu.  yd.  This  is  given  only  because  it 
IS  of  interest  in  connection  with  the  cost  of  the  concrete. 


AQUEDUCTS   AND    SEWERS.  569 

Other  observations  on  cost  of  placing  steel  skeleton  and 
concrete  did  not  vary  materially  from  the  figures  given.  It 
will  be  observed  that  no  charge  for  superintendence  or  any- 
thing for  the  general  expenses  is  included  in  the  estimates  of 
cost.  These  charges  were,  of  course,  impossible  to  obtain. 
On  another  contract  with  machine  mixing,  as  high  as  36  lin. 
ft.  of  13  ft.  6  in.  arch  were  built  in  a  day,  but  no  data  as  to 
cost  were  taken,  though  it  was  evidently  less  than  for  the 
work  with  hand-mixed  concrete. 

REINFORCED  CONCRETE  SEWER  AT*  WILMING- 
TON, DEL. — Records  of  a  notable  job  of  sewer  construction 
at  Wilmington,  Del.,  in  1903,  are  furnished  by  Mr.  T.  Chalkley 
Hatton.  The  sewer  was  built  by  day  labor  for  the  city;  its 
cross-section  at  various  points  is  shown  by  Fig.  265.  The 
cross-section  of  sewers  in  trenches  deep  enough  to  cover  the 
arch  are  marked  "deep  cutting";  the  sections  where  the  arch 
projects  above  the  ground  surface  are  marked  **light  cutting." 
The  section  through  the  marsh  was  700  ft.  long,  the  cutting 
being  8  ft.  deep,  and  at  high  tide  the  marsh  was  flooded  i  to  4 
ft.  The  material  was  a  soft  mud  that  would  pull  a  tight  rub- 
ber boot  from  a  workman's  foot.  The  cost  of  this  marsh 
excavation  including  cofferdams,  underdraining,  pumping, 
etc.,  was  $4.60  per  cu.  yd.  For  1,100  ft.  the  9^4  ft.  sewer  was 
through  a  cut  22  to  34  ft.  deep,  the  material  being  clay  under- 
laid by  granite.  A  Carson-Lidgerwood  cableway  was  used. 
Although  the  crown  of  the  arch  was  but  8  ins.  thick,  it  with- 
stood the  shock  of  dumping  i  cu.  yd.  buckets  of  earth  and 
rock  from  heights  of  3  to  10  ft. ;  and  the  weight  of  25  ft.  of 
loose  filling  caused  no  cracks  in  the  concrete. 

Concrete  was  placed  in  4-in.  layers  (the  depth  of  the  lag- 
ging) and  well  rammed,  since  it  was  found  that  "wet"  con- 
crete left  small  honeycombed  spaces  on  the  inner  surface. 
Concrete  for  the  invert  was  1-2-6,  the  stone  being  13/2-in. 
and  smaller,  and  the  sand  being  crusher  dust.  The  arch 
was  1-2-5. 

The  reinforcing  metal  used  in  the  9^-ft.  sewer  was  No.  6 
expanded  metal,  6-in.  mesh,  in  sheets  8  x  53/2  ft.,  supplied  by 
Merritt  &  Co.,  of  Philadelphia.  A  single  layer  was  placed 
around  the  sewer,  2  ins.  from  the  inner  surface,  its  position 
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being  carefully  maintained  by  the  men  ramming,  and  with 
but  little  difficulty  as  the  sheets  were  first  bent  to  the  radius 
of  the  circle.     Each  sheet  was  lapped  one  mesh  (6  ins.)  over 
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its  neighbor  at  both  ends  and  sides,  and  no  sheets  were  wired 
except  the  top  ones,  which  were  liable  to  displacement  by  men 
walking  over  them. 


• 
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The  metal  used  on  the  rest  of  the  work  was  a  wire-woven 
fabric  furnished  by  the  Wight-Easton-Townsend  Co.,  of  New 
York.  This  fabric  comes  in  rolls  55^  ft.  wide  and  100  ft.  to 
the  roll.  The  wire  is  No.  8,  with  a  6x4-in.  mesh.  This  fabric 
was  placed  by  first  cutting  the  sheets  to  the  required  length 
to  surround  the  sewer  entirely,  embedding  it  in  the  concrete 
as  fast  as  concrete  was  placed,  in  the  same  manner  as  was 
done  with  the  expanded  metal  except  over  the  center  where, 
on  account  of  its  pliability,  the  fabric  was  held  the  proper  dis- 
tance from  the  lagging  by  a  number  of  2-in.  blocks  which 
were  removed  as  the  concrete  was  placed.  The  wire  cloth, 
being  all  in  one  sheet,  can  be  placed  a  little  more  expeditiously 
than  expanded  metal,  but,  on  the  other  hand,  the  expanded 
metal  holds  its  position  better  in  the  concrete,  since  it  is  more 
rigid. 

We  quote  now  from  Mr.  Hatton's  letter:  "The  major 
portion  of  concrete  was  mixed  by  machine  at  a  cost  of  66  cts. 
per  yard,  including  wheeling  to  place,  coal  and  running  of 
mixing  machine,  wages  being  $1.50  per  day  of  8  hrs.  Stone 
was  delivered  alongside  of  machine  and  all  material  had  to 
be  wheeled  in  barrows  upon  the  platform,  and  after  mixing 
to  the  sewer.  Placing  and  ramming  concrete  around  the 
forms  cost  39  cts.  per  cu.  yd.,  additional.  Setting  forms  in 
invert  cost  2  cts.  per  cu.  yd.,  setting  centers  7  cts.  per  cu.  yd. 
Cost  of  setting  forms  and  centers  includes  placing  steel  metal. 
Each  lineal  foot  of  9j4"^t.  sewer  contained  i  cu.  yd.  of  con- 
crete, although  the  section  only  calls  for  0.94  cu.  yd.  The 
excess  was  usually  wasted  by  falling  over  sides  of  forms 
or  being  made  too  thick  at  crown. 

"This  yard  of  1-2-5  concrete  cost  in  place  as  follows 
(record  taken  as  an  average  of  several  days*  run)  : 

Cement,  1.31  bbls.  at  $1.30 $1,703 

Stone,  0.84  cu.  yds.  at  $1.21 1.016 

Stone  dust,  0.42  cu.  yd.  at  $1.21 0.508 

Labor  at  18^  cts.  per  hour 0.987 

Labor  setting  forms  and  setting  metal 0.045 

Cost  of  forms  (distributed  over  1,800  ft.  of  sewer)....   0.082 

40  sq.  ft.  expanded  metal  at  4^4  cts 1.700 

Labor   plastering  invert 0.070 

Cost  per  ft.,  or  per  cu.  yd $6,111 
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"The  forms  for  the  invert  were  made  of  2-m.  rough  hem- 
lock boards  cut  out  4  ins.  less  diameter  than  the  diameter 
of  the  sewer,  except  for  18  ins.  at  the  bottom  of  the  form 
which  coincided  with  the  inside  form  of  sewer.  The  bottom 
of  the  sewers  was  laid  to  the  bottom  of  this  form  before 
it  was  set.  Then  the  lagging,  consisting  of  2  x  6-in.  x  i6-ft. 
hemlock  planed,  was  placed  against  each  side  of  the  form, 
one  at  a  time,  and  the  concrete  brought  to  the  line  of  this 
top  in  6-in.  layers  until  the  whole  invert  was  finished.  These 
forms  were  set  in  i6-ft.  sections,  five  to  each  section. 

"The  centers 'consisted  of  seven  ribs  of  2-in.  hemlock  upon 
which  was  nailed  iJ/^-in.  lagging,  2  ins.  wide,  tongued  and 
grooved,  and  were  16  ft.  long,  non-collapsible,  but  had  one 
wing  on  each  side,  9  ins.  wide,  which  could  be  wedged  out 
to  fit  any  inaccuracies  in  the  invert.  We  used  four  of  these 
centers  setting  two  at  each  operation  and  worked  from  two 
ends.    We  left  the  centers  in  for  18  hours  before  drawing. 

"The  cost  of  the  concrete  on  the  smaller  sewers  was  the 
same  as  are  the  larger  sewers,  but  the  steel  metal  cost  less, 
as  it  was  wire  woven  metal  that  cost  2^2  cts.  per  sq.  ft.  It 
was  much  easier  handled  and  cut  to  no  waste  as  it  came  in 
long  rolls  and  was  very  pliable. 

"After  training  our  men,  which  occupied  about  one  week 
or  10  days,  we  had  no  difficulty  in  getting  the  concrete  well 
placed  around  the  metal,  preserving  the  proper  location  of  the 
latter,  which,  however,  bore  constant  watching,  as  a  careless 
workman  would  often  take  the  temporary  supporting  blocks 
and  allow  the  metal  to  rest  against  the  wooden  center,  in 
which  case  the  metal  would  show  through  the  surface  insiae 
of  the  sewer.  The  metal  was  kept  2  ins.  away  from  the  inside 
forms  and  the  arch.  To  keep  it  at  this  location  we  had  sev- 
eral 2-in.  wooden  blocks  cut  which  were  slipped  under  the 
wire  or  expanded  metal  and  as  soon  as  some  concrete  was 
pushed  under  the  wire  at  this  point  the  block  was  removed. 

"After  the  forms  were  removed  the  invert  needed  plaster- 
ing, but  the  arch  was  practically  like  a  smoothly  plastered 
wall  except  where  it  joined  the  invert,  where  it  frequently 
showed  the  result  of  too  much  hurry  in  depositing  the  first 
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loads  of  concrete  on  the  arch.  We  remedied  this  by  requiring 
less  concrete  to  be  deposited  at  the  start,  thus  giving  the 
rammers  time  to  place  the  material  properly. 

"An  interesting  result  was  obtained  in  the  smoothness  of 
the  inside  surface  by  using  a  mixture  of  different  sized  stones. 
When  ^-in.  stones  or  smaller  were  used  in  the  arch,  the  in- 
side was  honeycombed;  but,  where  i  to  13^-in.  stones 
(nothing  smaller)  were  used,  the  inside  was  perfectly  smooth, 
and  the  same  was  true  of  the  invert,  showing  that  the  use  of 
larger  stones  is  an  advantage  and  secures  more  monolithic 
work.  When  the  run  of  the  crusher  from  i^  to  ^-m.  stones 
was  used  the  work  was  not  at  all  satisfactory. 

"The  difference  in  cost  of  mixing  by  hand  and  machine  is 
practically  nothing  on  this  kind  of  work.  As  the  moving  of 
the  machine  to  keep  pace  with  the  progress  of  the  work  equals 
the  extra  cost  of  mixing  by  hand  when  the  mixing  can  be 
done  close  to  the  point  where  the  cement  is  being  placed." 

The  total  cost  of  the  sewers,  including  excavation,  etc., 
was: 

Cost  per  lin.  ft. 

gyi'it.  sewer  through  marsh  .$32.00 

9^ -ft.  sewer  in  cut  averaging  24^^   ft 24.00 

Gyi-it.  sewer  in  cut  averaging  12  ft 10.00 

5-ft.  sewer  in  cut  averaging  iij/^  ft 6.70 

SEWER  WITH  MONOLITHIC  INVERT  AND 
BLOCK  Al^CH. — ^The  following  records  of  construction  for 
a  sewer  built  at  Coldwater,  Mich.,  in  1901,  are  given  by  Mr. 
H.  V.  Gifford.  The  sewer  had  a  monolithic  invert  and  a 
block  arch. 

The  sewer  was  circular,  having  an  inner  diameter  of  42  ins., 
the  thickness  of  the  invert  and  the  arch  alike  was  8  ins.  Fig- 
ure 266  is  a  cross-section.  The  concrete  was  i  of  Portland 
cement  to  6  of  gravel.  There  were  11  concrete  blocks  in  the 
ring  of  the  arch,  each  block  being  24  ins.  long,  8  ins.  thick, 
8  ins.  wide  on  the  outside  of  the  arch  and  5^  ins.  wide  on  the 
inside  of  the  arch.  A  block  weighed  90  lbs.  which  was  too 
heavy  for  rapid  laying;  blocks  18  ins.  long  would  have  been 
better.  Some  8,500  blocks  were  made.  Molds  were  of  2-in. 
lumber,  lined  with  tin,  for  after  a  little  use  it  was  found  the 
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concrete  would  stick  to  the  wood  when  the  mold  was  re- 
moved. The  four  sides  of  the  mold  formed  the  extrados,  the 
intrados,  and  the  two  ends  of  the  block;  the  other  two  sides 
being  left  open.  When  put  together  the  mold  was  laid  upon 
a  i-in.  board,  12x30  ins.,  reinforced  by  cleats  across  the 
bottom.  The  sides  of  the  molds  were  held  together  with 
screws  or  wedge  clamps.  When  the  blocks  had  set,  the  sides 
of  the  molds  were  removed,  and  the  blocks  were  left  on  the 
i2x3o-in.  boards  for  3  days,  then  piled  up,  being  watered 
several  times  each  day  for  a  week. 

A  gang  of  14  men  made  the  blocks;  2  screening  gravel 
through  i-in.  mesh  screen;  4  mixing  concrete;  4  molders;  3 
shifting  and  watering  blocks,    and  i  foreman.     With  a  little 
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practice  each  moidcr  could  turn  out  175  blocks  a  day;  and 
since  each  block  measured  J^  cu,  ft.,  the  outjjut  of  the  14  men 
was  19JJ  cu.  yds.  a  day.  Mr.  (iifford  informs  us  that  the 
wages  were  $1.50  a  day  for  all  the  men,  except  the  foreman. 
The  daily  wages  of  the  14  men  were  $22,  so  that  the  labor 
of  making  the  blocks  was  $1.10  per  cu.  yd. 

Each  batch  of  concrete,  containing  Ji  bbl.  of  Poniand  ce- 
ment costing  Si. 35  per  bbl.,  made  18  blocks,  (i  bbl.  ptr  cu. 
yd.)  Since  the  gravel  cost  nothing,  except  the  labor  of  screen- 
ing it.  the  total  cost  of  each  block  was  11  to  12  cts ,  which 
include?  0.85  cent  for  use  of  molds  and  mold  boards,  which 
were  an  entire  loss.  At  12  cts.  per  block  the  cost  was  $4.32 
per  cu.  yd. 
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The  contract  price  was  $3  per  lin.  ft.  of  this  sewer,  as 
against  a  bid  of  $3.40  per  ft.  for  a  brick  sewer. 

• 

When  the  trenching  had  jeached  to  the  level  of  the  top  of 
the  invert,  two  rows  of  stakes  were  driven  in  the  bottom, 
stakes  being  6  ft.  apart  in  each  row,  and  rows  being  a  dis- 
tance apart  ^-in.  greater  than  the  outer  diameter  of  the 
sewer.  These  stakes  were  driven  to  such  a  grade  that  the  top 
of  a  2x4-in.  cap  or  "runner"  set  edgewise  on  top  of  them 
was  at  the  proper  grade  of  the  top  of  the  invert.  The  excava- 
tion for  the  invert  was  then  begun,  and  finished  to  the  proper 
curve  by  the  aid  of  a  templet  drawn  along  the  2X4-in.  run- 
ners. In  gravel  it  was  impossible  to  hold  the  true  curve  of 
the  invert  bottom.  Concrete  was  then  placed  for  the  invert. 
To  hold  up  the  sides  of  the  invert  concrete,  a  board  served 
as  a  support  for  the  insides,  but  regular  forms  were  more 
satisfactory  in  every  respect  except  that  they  were  in  the  way 
of  the  workmen.  A  form  was  tried,  its  length  being  6  ft.  It 
was  built  like  the  center  for  an  arch,  except  that  the  sheeting 
was  omitted  on  the  lower  part  of  the  invert.  It  was  suspend- 
ed from  the  cross-pieces  resting  on  the  "runners."  After 
the  concrete  had  been  rounded  in  place,  the  form  was  removed 
and  the  invert  trued  up.  This  form  worked  well  in  soil  that 
could  be  excavated  a  number  of  feet  ahead,  so  that  the  forms 
could  be  drawn  ahead  instead  of  having  to  be  lifted  out;  but 
in  soil,  where  the  concreting  must  immediately  follow  the 
excavation  for  the  invert,  the  form  is  in  the  way.  The  invert 
was  trued  up  by  drawing  along  the  runners  a  semicircular 
templet  having  a  radius  oi  21^2  ins.  Then  a  3^ -in.  coat  of 
1-2  mortar  was  roughly  troweled  on  the  green  concrete. 
Another  templet  having  a  2i^n.  radius  was  then  drawn 
along  the  runners  to  finish  the  invert. 

When  the  plaster  had  hardened,  two  courses  of  concrete 
blocks  were  laid  on  each  shoulder  of  the  invert,  using  a 
I-2-J4  mortar,  the  J4  P^^t  being  lime  paste.  The  lime  made 
the  mortar  more  plastic  and  easier  to  trowel.  Then  the  form 
for  the  arch  was  placed,  and  as  each  8-ft.  section  of  the  arch 
was  built,  a  grout  of  i-i  mortar  was  poured  over  the  top  to  fill 
the  joints.  Earth  was  thrown  on  each  shoulder  and  tamped, 
and  the  center  moved  ahead. 
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Common  laborers  were  used  for  all  the  invert  work,  except 
the  plastering  which  was  done  by  masons  who  were  paid 
30  cts.  per  hr.  Masons  were  also  used  to  lay  the  concrete 
blocks  in  the  arch,  Mr.  Gifford  states  that  two  masons  would 
lay  at  the  rate  of  100  lin.  ft.  of  arch  per  day,  if  enough  invert 
were  prepared  in  advance.  As  there  were  11  blocks  in  the 
ring  of  the  arch,  this  rate  would  be  equivalent  to  7^  cu,  yds. 
of  arch  laid  per  mason  per  day. 


FlR.  287.— Concrete  Block  Manhole. 

COST  OF  BLOCK  MANHOLES.— The  following  costs 
of  constructing  concrete  block  manholes  for  electric  conduil 
at  Rye,  N.  Y.,  were  recorded  by  Mr.  Hugh  C,  Baker,  Jr. 
The  arrangement  of  the  blocks,  their  size  and  shape  and  the 
dimensions  of  the  completed  manholes  are  shown  by  Fig.  267. 
The  blocks  were  molded  of  1-2-5  ^4-'"-  broken  stone  concrete 
in  30  wooden  molds  made  by  a  local  carpenter  at  a  cost  of 
from  $3.50  to  $12  each.  The  concrete  was  placed  in  the  molds 
very  wet,  with  very  little  tamping,  and  was  allowed  to  set 
for  seven  days  before  the  blocks  were  moved  to  the  work. 
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The  molds  were  left  in  place  from  24  to  36  hours.  With  the 
facilities  at  hand  six  complete  sets  of  top  blocks  were  made 
each  day  by  four  men,  when  no  wall  blocks  were  being  made, 
and  half  a  set  (15)  wall  blocks  and  two  sets  of  top  blocks 
were  made  each  day  by  four  men.  The  cost  of  the  block 
manholes  complete  was  as  follows,  per  manhole : 

30  wall  blocks,  2^   cu.  yds $21.00 

6  cover  blocks,  i^  cu.  yds.  reinforced 4.27 

I-beams  for  cover,  in  place 5.40 

Supervision,  freight,  hauling  5.6  tons  concrete 9.38 

Labor  placing  cover,  3  hrs.  at  15  cts 0.45 

Labor  placing  walls,  20  hrs.  at  15  cts 3.00 

Total,  exclusive  of  iron  cover. •$43-SO 

CEMENT  PIPE,  CONSTRUCTED  IN  PLACE.— In  con- 
structing 8-in.  cement  sewer  for  the  Foster  Armstrong  Piano 
Co.'s  works  at  Rochester,  N.  Y.,  a  gang  of  seven  men  aver- 
aged 300  ft.  of  pipe  per  lo-hour  day,  using  a  Ransome  pipe 
mold.  The  mold  is  shown  by  Fig.  268.  It  is  made  of  sheet 
steel,  with  an  inner  core  10  ft.  long,  the  front  end  of  which 
is  surrounded  with  a  sheet  steel  shell  that  serves  as  an  outer 
form  for  the  pipe.  The  mortar  mixed  rather  dry  was  packed 
into  the  annular  space  between  core  and  shell  by  one  man, 
using  a  short  wooden  rammer.  A  second  man  kept  the  mold 
slowly  moving  forward  by  operating  the  lever,  which  by 
means  of  a  ratchet  and  drum  winds  up  a  wire  rope  stretched 
ahead  to  a  deadman  in  the  trench  bottom.  As  the  mold  moves 
ahead  it  leaves  behind  it  the  cement  pipe.  A  third  man  care- 
fully filled  under  the  invert  and  over  the  haunches  of  the 
green  pipe  with  earth  to  give  it  support.  The  following  was 
the  itemized  cost  per  day,  300  ft.  of  pipe  laid : 

6  men  at  $1.70  per  lo-hour  day $10.20 

I  foreman   300 

3  bbls.  cement  at  $1.25 3.75 

3.3  cu.  yds.  sand  at  85  cts 2.80 

Water    0.15 

Total  for  300  lin.  ft $19.90 

This  is  equivalent  to  6.63  cts,  per  lin.  ft.  of  pipe. 
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In  Trans.  C  E.,  Vol.  31,  1894,  p.  153,  James  D.  Schuyler 
gives  the  cost  of  cement  pipe  made  by  the  Ransome  system 
for  the  Denver  Water  Works,    There  is  a  wrought  iron  shell 


Fig.  268.— Ransome  Continuous  Mold  tor  Concrete  Pipe  Construction. 

of  the  size  of  the  inner  diameter  of  the  pipe  forming  the  inner 
mold.  To  this  shell  is  attached  a  "leader"  and  "saddle 
of  larger  diameter  lorming  the  outer  mold,  _  These  molds  are 
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drawn  slowly  along  the  trench  by  a  cable  and  horse  whim, 
and  the  concrete  is  shoveled  continuously  into  the  core  space 
between  the  molds  and  rammed  on  a  long  incline.  The  top 
half,  or  arch,  of  the  pipe  is  supported  by  sheet  iron  plates 
(2  ft.  wide),  placed  one  after  another  on  the  forward  end  of 
the  mold;  and,  being  clamped  together  at  the  top  and  sides, 
remain  in  position  after  the  mold  is  slid  out  from  under  them. 
After  the  mold  has  passed  along,  these  iron  plates  are  sup- 
ported by  upright  sticks  and  by  horizontal  clamping  rods. 
The  plates  are  left  in  place  for  24  to  48  hrs.  The  concrete, 
made  i-3j^,  river  sand  and  gravel,  was  machine  mixed.  A 
gang  of  30  men  mixed,  wheeled,  shoveled  and  tamped  the  con- 
crete, attended  to  the  plates,  cleaning  and  greasing  them,  etc. 
This  gang  would  make  short  runs  at  the  rate  of  900  lin.  ft. 
of  pipe  a  day,  but  counting  stoppages,  the  average  rate  was 
300  ft.  a  day.  The  inner  diameter  of  the  pipe  was  38  ins., 
and  its  bottom  was  molded  flat  for  a  width  of  18  ins.  The 
concrete  shell  was  2j^  to  3  ins.  thick.  The  pipe  was  washed 
with  pure  cement  grout,  applied  with  brushes  after  removing 
the  iron  plates.  With  cement  at  $3.75  per  bbl.,  gravel  at  $1.25 
per  cu.  yd.,  and  labor  at  $1.75  to  $2  per  day,  the  cost  of  this 
pipe  was  $1.35  to  $1.50  per  ft.,  after  the  gang  was  well 
organized. 

PIPE  SEWER,  ST.  JOSEPH,  MO.— In  constructing  ex- 
tensions to  36-in.,  42-in.,  48-in.  and  72-in.  sewers  at  St.  Joseph, 
Mo.,  reinforced  concrete  pipe  of  the  form  shown  by  Fig.  269 
was  employed.  The  thickness  of  shell  for  the  various  sizes 
was  4  ins.,  4j/^  ins.,  5  ins.,  and  7  ins.  All  sizes  were  made 
in  3-ft.  lengths,  one  end  of  which  is  rebated  and  beveled  to 
form  a  spigot  and  the  other  end  of  which  is  chamfered  on  the 
inner  edge  to  receive  the  bevel  of  the  spigot.  This  jointing 
leaves  a  circumferential  groove,  into  which  the  hooked  ends 
of  the  longitudinal  reinforcing  bars  project  in  such  a  way  that 
a  circular  hoop  can  be  threaded  through  them  to  connect  suc- 
cessive lengths.  The  reinforcement  is  of  the  same  form  for 
all  sizes  of  pipe,  but  seven  longitudinals  were  used  in  the 
72-in.  size  and  five  for  all  smaller  sizes;  the  circumferential 
bars  were  in  all  cases  spaced  one  9  ins.  from  each  end.  The 
pipe,  as  described,  is  the  standard  pipe  made  by  the  Rein- 
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forced  Concrete  Pipe  Co.,  of  Jackson,  Mich.,  and  is  covered 
by  patents.  The  practice  of  this  company  is  to  manufacture 
the  pipe  itself  on  the  ground  and  furnish  it  to  the  contractor. 
It  does  not  contract  to  build  sewers  nor  does  it  dispose  of 
rights  to  manufacture  to  contractors. 

Pipe  Molding. — The  pipe  is  molded  endwise.  A  bottom 
plate  so  shaped  as  to  form  the  hub  or  receiving  end  of  the  pipe 
is  set  up.  On  the  upper  or  inner  flange  of  this  cast  iron  bot- 
tom plate  is  set  the  core  defining  the  inside  diameter  of  the 
pipe;  this  core  is  in  four  segments  of  sheet  steel.  The  longi- 
tudinal reinforcing  bars  are  next  inserted  in  slots  in  the  bot- 


Fie-  269,— Jachson  Concrete  Sewer  Pipe, 
torn  plate  and  the  outside  form  of  sheet  steel  is  then  set  up 
on  the  lower  and  outer  flange  of  the  bottom  plate.  Spacing 
clips  on  the  top  edge  of  the  outer  shell  hold  the  tops  of  the 
reinforcing  bars  in  position.  The  concrete  is  then  shoveled 
into  the  annular  mold  and  tamped  until  it  reaches  the  level 
for  the  first  circumferential  reinforcing  bar;  this  is  then 
placed  by  removing  the  spacing  clips,  threading  the  hoop  over 
the  longitudinal  bars  and  sliding  it  down  to  position.  Filling 
and  tamping  then  proceeds  until  the  second  hoop  is  to  be 
placed;  this  is  placed  exactly  like  the  first,  and  filling  and 
tamping  then  proceeds  until  the  mold  is  filled.     At  the  St. 
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Joseph  work  a  1-2-3  mixture,  with  crushed  limestone  aggre- 
gate ranging  from  pea  size  to  i-in.  stone  was  used.  The  mold- 
ing was  done  in  tents  which  were  heated  by  coke  fires  in  sala- 
manders in  freezing  weather. 

Pipe  Laying, — In  laying,  the  pipes  are  handled  -and  lowered 
into  position  just  as  are  cast  iron  water  pipe.  Successive 
lengths  are  placed  by  inserting  the  spigot  ends  into  the  cham- 
fered hub  ends  and  then  threading  the  tie  hoop  through  the 
hooked  ends  of  the  projecting  longitudinal  reinforcing  bars. 
A  strip  of  galvanized  iron  is  then  passed  under  the  pipe  and 
bent  up  so  as  to  girdle  the  circumferential  groove  except  for 
a  space  at  the  top;  the  groove  is  then  poured  with  a  wet  1-2 
cement  mixture,  which,  when  hardened,  completes  the  joint. 

COST  OF  MOLDING  SMALL  CEMENT  PIPE.— Mr. 

Albert  E.  Wright  gives  the  following  account  of  the  method 
and  cost  of  molding  and  laying  6  to  12-in.  cement  pipe  for 
irregular  work  at  Irrigon,  Ore. :  The  pipe  was  6  to  12  ins. 
inside,  made  of  Portland  cement  and  clean,  sharp  sand  of  all 
sizes  up  to  very  coarse.  The  mortar  was  mixed  rather  dry, 
but  very  thoroughly,  using  14. i  cu.  ft.  of  sand  to  i  bbl.  of 
cement,  or  very  closely  a  i  to  4  mixture.  From  six  to  seven 
buckets  of  water  were  used  to  each  barrel  of  cement,  except 
for  the  6-in.  pipe,  for  which  the  mortar  had  to  be  made  some- 
what stiffer  in  order  to  remove  the  inner  form,  which  was  not 
made  collapsible  as  in  the  larger  sizes. 

The  forms  were  sheet  iron  cylinders  with  a  longitudinal 
lap  joint  that  could  be  expanded  after  molding  the  pipe,  and 
removed  without  injuring  the  soft  mortar.  The  inner  form 
was  self-centering,  so  that  there  was  little  variation  in  the 
thickness  of  the  pipe. 

Four  men  were  required  in  making  cement  pipe  by  hand; 
one  mixed  the  mortar,  and  wheeled  it  to  the  place  of  work; 
another  threw  it  into  the  form  a  little  at  a  time  with  a 
hand  scoop;  a  third  rammed  it  with  a  tamping  iron,  and  a 
fourth  kept  the  new  pipe  sprinkled,  and  applied  a  coat  of  neat 
cement  slurry  to  the  inside  when  it  was  sufficiently  hard.  In 
molding,  the  form  of  the  bell  at  the  bottom  was  secured 
by  an  iron  ring  that  was  first  dropped  into  the  form,  and  the 
reverse  or  convex  form  at  the  top  was  made  with  a  second 
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ring.  While  still  in  its  form  the  pipe  was  rolled  or  lifted  into 
its  place  in  the  drying  yard,  and  the  form  was  then  carefully 
removed.  A  very  slight  blow  in  removing  the  form  would 
destroy  the  pipe,  and  a  considerable  number,  especially  of  the 
larger  sizes,  collapsed  in  this  way,  and  had  to  be  remolded. 
To  avoid  handling,  the  pipe  was  stacked  on  end  a  few  feet 
from  the  place  of  mixing,  the  form  being  moved  as  the  yard 
filled  with  pipe.  One  crew  of  four  men  could  make  about 
250  joints  or  500  lin.  ft.  of  ^ipe  a  day. 

As  soon  as  hard  enough,  the  pipe  was  turned  end  for  end, 
and  was  then  kept  wet  for  several  weeks  before  being  laid. 
The  coating  of  neat  cement  on  the  inside  was  applied  with  a 
short  whitewash  brush,  and  was  a  small  item  in  the  cost. 

In  laying,  the  trench  was  carefully  finished  to  grade  in 
order  to  have  the  joints  close  nicely,  and  the  ends  were  well 
wet  with  a  brush.  The  mason  then  spread  mortar,  mixed  i  to 
2,  on  the  end  of  the  pipe,  and  laid  a  bed  of  mortar  at  the  bot- 
tom of  the  joint.  He  then  jammed  the  section  into  place,  and 
swabbed  out  the  inside  of  the  joint  with  a  stiff  brush,  to  insure 
a  smooth  passage  for  the  water.  A  band  or  ring  of  mortar 
was  spread  round  the  outside  of  the  joint  as  an  additional 
reinforcement.  One  barrel  of  cement  would  joint  about  300 
sections  of  pipe.  The  materials  cost  as  follows:  Portland 
cement,  per  bbl.,  $4.45 ;  labor,  per  day,  $2 ;  foremen,  per  day, 
$2.50  to  $3;  hauling,  per  load  mile  (i  cu.  yd.),  20  cts. ;  sand, 
free  at  pit ;   water,  free. 

The  pipe  was  all  of  a  1-4  sand  and  cement  mortar,  and  the 
amount  of  cement  in  one  foot  of  pipe  was  arrived  at  by 
assuming  that  where  the  sand  has  voids  in  excess  of  the  ce- 
ment used,  the  mortar  will  occupy  i.i  (see  Chapter  II)  times 
the  space  of  the  dry  sand,  which  yields  the  following  formula: 

Where — 

c  =  cost  per  bbl.  of  cement,  or  $4.45. 

n  =  cu.  ft.  in  one  bbl.  (taken  at  3.5  here). 

J  =  ratio  of  sand  to  cement,  or  4. 

d  =  inside  diameter  in  inches. 

/  =  thickness  of  pipe  in  inches. 

/  =  length  of  pipe  considered,  or  i  ft.  here. 
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Then: 

cXlXirX(dt  +  t') 
Cement-cost  per  foot  = ,  which  gives 

n  X  ^  X  /.I  X    144 

4.45X1X3-142   (dt  +  t^) 
here  = =  0.00631  (dt  +  t^). 

3-5  X4X  I'l  X  144 

This  gave  the  following  cement  costs  per  lineal  foot : 

Diameter,  Thickness,  Cost 

ins.                                                     ins.  per  foot. 

6    i]i  $0.0571 

8    134  0.0730 

10    i}i  0.0998 

12    V/i  0.1278 

• 

The  sand  cost  was  based  on  15  cts.  per  cubic  yard  for  load- 
ing, and  a  haul  of  two  miles  of  i  cu.  yd.  to  the  load,  making 
five  trips  per  day,  at  $4  for  man  and  team.  It  bears  a  con- 
stant ratio  to  cement  cost,  being  11.2  per  cent,  of  the  cement 
cost.  The  labor  cost  of  making  was  based  on  the  foreman's 
estimate  that  a  foreman,  tamper,  mortar  mixer,  and  water 
man  should  finish  250  joints  a  day  of  6  or  8-in.  pipe.  For  the 
10  and  i2-in.  pipe,  the  labor  was  assumed  to  be  greater  in 
proportion  to  the  material.  The  foreman  was  taken  at  $3,  one 
man  at  $2.50  and  two  at  $2.  The  cement  for  painting  the 
inside  was  neglected.  Hauling  the  pipe  to  place  was  taken  at 
twice  the  cost  of  hauling  the  sand  per  mile,  and  a  haul  of  4 
miles  was  assumed.  The  cost  of  laying  was  based  on  a  fore- 
man's estimate  of  2  cts.  per  foot  for  trench,  and  that  one  man 
to  lay,  one  man  to  plaster  the  joints,  one  helper  and  one  man 
to  backfill  would  lay  600  ft.  per  day  of  6  or  8-in.  pipe.  The 
larger  sizes  were  assumed  to  cost  more  in  proportion  to  their 
material. 

These  various  costs  gave  the  following  results  for  small 


^ 


size  pipe: 
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Cost  per  foot  for— — ■ 

6-in.  8-in.  lo-in.  12-in. 

pipe.  pipe.  pipe.  pipe. 

Cement    $0,057  $0073  $0,099  $0,128 

Sand    0.006          0.008          0.01 1  0.014 

Labor    0,019          0,0:9          0.026-  0.034 

Hauling    0.024          0.032          0.Q44  0.056 

Laying   0.024          0.024          0.032  0.042 

Trench    0,020          0.020          0.020  0.020 

Totals  $0.15  $0,176        $0,232        $0,294 

The  above  costs  show  that  the  pipe  in  place  costs  about 
twice  as  much  as  pipe  in  the  yard,  even  with  cement  at  $445. 


pig.  2T0,— Bordenave  Pipe  for  Swanaea,  EftigUnd,  Water  Worka. 

MOLDED  PIPE  WATER  MAIN,  SWANSEA.  ENG- 
LAND.— As  a  good  example  of  foreign  practice  in  molded 
pipe  conduit  work  a  water  main  constructed  at  Swansea,  Eng- 
land, has  been  selected.  This  pipe  line  had  to  operate  under  a 
head  of  185  ft.;  it  was  constructed  under  the  patents  of  the 
French  engineer,  Mr.  R.  Bordenave,  who  has  built  many 
miles  of  the  same  type  of  conduit  on  the  Continent. 

Fig.  270  shows  the  construction  of  the  pipe,  the  drawing 
being  a  part  longitudinal  section  through  the  shell  at  the 
joint.  The  pipe  consists  of  an  inner  and  an  outer  reinforce- 
ment separated  by  a  sheet  steel  tube  and  all  embedded  in  a  1-2 
mortar.  Both  inner  and  outer  reinforcements  consists  of 
longitudinal  bins  of  cruciform  (+)  section  wound  by  a  spiral 
bar  of  the  same  section  wired  to  them  at  every  intersection. 
Only  the  outer  reinforcement  and  the  steel  tube  are  consid- 
ered in  calculating  the  strength  of  the  pipe,  the  inner  rein- 
forcement being  considered  as  simply  supporting  the  mortar. 
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Fabrication  of  Reinforcemenl. — The  steel  tube  is  made  of 
I  mm.  {0.04  in.)  thiclc  sheets  of  steel  bent  to  a  cylinder  ana 
jointed  longitudinally  by  welded  butt  joints,  welded  by  a 
blow  pipe  using  acetylene  and  oxygen.  Tests  of  this  welded 
joint  by  R.  H.  Wyrill,  Waterworks  Engineer,  Swansea, 
showed  it  to  be  quite  as  strong  as  the  unwelded  steel  cut  from 
the  shell.  The  circumferential  joints  of  the  tube  were  made 
by  turning  up  the  edges  of  the  sheets  and  welding  them ;  this 
gives  a  flexible  watertight  joint.  The  tube  was  made  in 
lengths  of  9  ft.  g'/i  ins.  and  its  ends  were  turned  up  all  around ; 
just  back  from  the  turned-up  ends  a  vertical  sheet  steel  collar 


Fig.  271.— Applying  External  He[nforc«inent  to  Bordenave  Pipe. 

was  welded  to  the  tube  to  form  a  strip  end  for  the  external 
coating.  These  details  are  shown  in  Fig.  270.  When  the  tube 
for  a  length  of  pipe  is  completed  the  inside  shell  reinforce- 
ment previously  made  is  slipped  into  it  and  the  outside  shell 
reinforcement  is  formed  on  it  as  a  mandril,  as  shown  by 
Fig.  271. 

Molding. — When  the  three  positions  of  the  steel  skeleton 
were  completed,  as  shown  by  Fig.  271,  they  were  set  on 
curved  wooden  curbs  made  to  the  exact  shape  necessary  to 
center  them   and   preserve  the  correct   thickness  of  cement 
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coating.  A  collapsible  core  was  lowered  into  position  in  the 
inside,  and  a  two-part  sheet  steel  mold  was  erected  outside; 
the  space  between  core  and  mold  was  then  poured  with  a  thin 
mortar  of  one  part  Portland  cement  to  two  parts  clean  river 
sand.  During  the  process  of  pouring,  the  outer  steel  mold  is 
sharply  struck  with  wooden  mallets  to  facilitate  the  escape  of 
air  bubbles.    The  mortar  was  mixed  on  an  elevated  traveling 


V^g.  STS.— CastliiK  Bordenave  Plp«  at  BwanBea.  England. 

platform  which  is  shown  in  Fig.  272,  which  also  shows  a  com- 
pleted pipe,  a  core  being  withdrawn,  a  filled  mold  and  a  sec- 
tion of  reinforcement  set  up.  The  difficult  feature  of  the 
molding  process  was  found  to  be  the  determination  of  the 
time  for  with.lrawing  the  core  and  removing  the  exterior 
mold;  the  time  of  setting  of  the  mortar  was  different  in  warm 


♦^ 
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and  in  cool  weather  and  varied  with  the  wetness  of  the  mix- 
ture, the  brand  of  cement,  etc.  By  using  a  single  brand  of 
cement  that  ran  very  uniform  in  quality  and  time  of  setting 
it  was  possible,  however,  for  the  workmen,  after  a  little  prac- 
tice, to.  gage  very  accurately  the  correct  time  for  removing 
the  molds.  With  four  sets  of  molds  a  gang  of  eight  men 
would  curb  16  pipes  per  day  under  favorable  conditions,  but 
when  the  temperature  was  low  it  was  not  possible  to  make 
more  than  six  or  eight  pipes.  The  pipes  were  allowed  to  stand 
four  or  five  days  after  the  removal  of  the  mold;  they  could 
then  be  removed  by  a  crane  and  laid  in  stock  until  used.  It 
was  found  advisable  to  let  the  pipes  age  about  four  weeksi 
before  laying;  by  this  time,  it  is  stated,  they  would  stand 
as  much  rough  usage  as  cast  iron  pipe. 

Laying. — The  pipes  were  laid  much  in  the  same  way  as 
cast-iron  pipes  are  laid;  they  were  each  9  ft.  g]^  ins.  long 
and  weighed  each  about  12  cwt.,  and  were  handled  by  ordinary 
tackle.  In  laying,  the  pipes  were  adjusted  end  to  end  and  the 
joint  enclosed  by  a  temporary  steel  ring  inside  which  the 
bitumen  seal.  Fig.  270,  was  run  and  allowed  to  set  when  the 
steel  ring,  was  removed.  The  joint  was  then  encircled  by  a 
collar  of  similar  construction  to  the  pipe  itself  and  the  space 
between  collar  and  pipe  was  poured  with  cement  mortar. 
About  ten  lengths  of  pipe  were  laid  per  day  by. one  gang 
of  men,  one  jointer  and  his  assistant  making  all  the  cement 
and  bitumen  joints  as  fast  as  the  gang  could  lay  the  pipes. 


CHAPTER   XXII. 

METHODS  AND  COST  OF  CONSTRUCTING  RESER- 
VOIRS AND  TANKS. 

Floor,  wall  and  roof  work  of  structurally  very  simple  char- 
acter sum  up  the  task  of  the  constructor  in  reservoir  and 
tank  construction.  The  only  intricacy  involved  lies  in  form 
design  and  construction  for  cylindrical  tank  work.  Several 
examples  of  such  work  are  given  in  this  chapter,  and  in  each 
the  construction  and  handling  of  the  forms  are  described. 
To  repeat  details  here  would  serve  no  purpose,  but  one  gen- 
eral instruction  maybe  enunciated.  No  care  is  too  great 
which  ensures  rigidity  and  invariable  form,  both  in  the  con- 
struction of  the  individual  form  units  and  in  the  assembling 
of  these  units  into  the  complete  form.  This  is  particularly 
true  of  cylindrical  tank  work  and  especially  high  cylindrical 
tank  work  where  the  forms  are  moved  upward  as  the  work 
progresses.  To  the  designer  it  may  be  suggested  that  any 
beauty  he  may  gain  by  giving  the  walls  of  his  standpipe  a 
batter  is  paid  in  the  extra  cost  of  form  work. 

Concreting  in  tank  work  is  expensive.  The  reasons  are 
two.  The  work  has  to  be  done  in  a  narrow  space,  commonly 
pretty  well  filled  with  a  network  of  steel  rods  or  bars.  Again 
the  work  has  to  be  done  uniformly  well,  not  only  for  appear- 
ance sake  but  because  of  the  necessity  of  watertightness. 
Making  a  reservoir  watertight  is,  when  all  things,  are  said,  the 
one  difficult  constructional  task  in  tank  work  and  the  con- 
tractor who  accepts  the  task  lightly  courts  trouble.  Excep- 
tionally good  concreting  is  essential  in  tank  work  if  water- 
tightness  is  to  be  secured. 

The  illustration  of  these  general  admonitions  will  be  found 
in  the  specific  examples  of  tank  and  reservoir  work  which 
follow. 
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SMALL  COVERED  RESERVOIR— The  reservoir  was 
designed  to  hold  75,000  gallons  of  water  for  fire  purposes.  As 
it  is  of  a  type  which  is  certain  to  be  frequently  constructed 
and  as  we  have  personal  knowledge  of  the  costs  recorded  we 
describe  the  work  in  some  detail.  The  specifications  stipu- 
lated that  the  reservoir  must  be  absolutely  watertight  and 
that  the  roof  should  be  capable  of  sustaining  a  load  of  300 
tons  evenly  distributed  and  a  live  load  of  5,000  lbs.  on  two 
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Fig.  273.— Sectional  Plan  of  75, 000 -Gallon  Reservoir. 

wheels.  Figure  273  shows  a  plan,  Fig.  274  a  longitudinal  sec- 
tion, Fig.  275  a  transverse  section  and  Fig.  276  the  column 
construction. 

Quantities  of  Work, — ^The  excavation  called  for  the  re- 
moval of  579  cu.  yds.  of  earth.  There  were  83  cu.  yds.  of 
concrete  in  the  structure,  although  the  plans  called  for  less, 
the  additional  amount  being  used  in  increasing  the  two  4-in. 
walls  to  6-in.  and  increasing  the  bottom  and  top,  on  one  end, 
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so  as  to  give  perfect  drainage.    The  yardage  was  divided  as 
follows : 

Cu.  yds. 

Footings    3.5 

Columns 6.8 


Sides 


22.6 


Girders    i  i.o 

Top   20.0 

Floor    19.1 


Total    83.0 
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Fig.  274.— Longitudinal  Section  of  75,000-Gallon  Reservoir. 

A  manhole  had  to  be  put  in  the  top  and  a  sump  in  the 
bottom.  Several  pipes  also  had  to  be  placed  in  the  concrete. 
None  of  these  details  is  shown  on  the  plan.  The  structure 
had  to  be  waterproofed. 

Excavation. — The  excavation  was  made  with  pick  and 
shovel  and  the  material  hauled  away  in  carts,  the  distance  to 
the  dump  being  700  ft.  The  top  was  shoveled  directly  into 
the  carts,  while  the  rest  was  handled  two  and  three  times. 
When  the  reservoir  was  finished  dirt  had  to  be  filled  in  around 
the  sides  and  puddled. 

Wages. — The  following  rates  of  wages  were  paid  on  the 
job : 

Foreman    $3.00 

Carpenter    3.50 

Carts   and   driver    3.50 

Laborers    1.50 
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The  carpenters  worked  8  hours  a  day  and  were  paid  time 
and  a  half  for  overtime.  The  rest  worked  ten  hours  per  day 
and  were  paid  regular  rates  for  overtime. 


^^S_S^ 


Fig-  £75.— Transverse  Section  of  7 5, 000 -Gill Ion  Reservoir. 

Forms. — Carpenters  framed  and  erected  the  forms,  but  la- 
borers did  all  the  carrying  for  them.  Laborers  also  tore  down 
the  forms.  For  the  girders  and  columns  2-in.  boards  were 
used,  but  for  the  sides  i-in.  boards  with  3x4-in.  scantlings 


7n 


Fig,   278.— Colur 
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were  used.  The  props  for  supporting  the  girder  and  top 
forms  were  3x4.  Except  for  columns  and  girders  and  some 
props,  all  the  forming  was  used  three  times.  The  lumber 
cost: 
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400  ft.  B.  M.  at  $24 $  9.60 

8,0(X)  ft.  B.  M.  at  $18 144.00 

Total    ; $153.60 

This  makes  an  average  price  per  1,000  ft.  of  about  $18.30, 
which  price  we  shall  use  in  giving  costs. 

The  cost  of  framing  and  erecting  the  forms  was  $167.27  for 
the  sides,  columns,  girders  and  top.  In  the  forms  for  the 
sides,  forming  was  only  used  on  one  side  of  the  concrete  for 
two  sides,  the  earth  bank  being  used  for  the  other  side  of  the 
forms,  but  on  the  other  two  sides. the  banks  had  caved  in, 
and  forming  was  used  on  both  sides  of  the  wall.  The  cost 
per  cubic  yard  for  forms  was : 

Lumber    $2.54 

Framing  and  erecting 2.77 

Tearing  down    54 

Total    $5.85 

This  cost  is  for  the  yardage  of  60.4  on  which  forms  were 
actually  used.    For  the  total  yardage  in  the  tank  the  cost  was : 

Lumber    $1.85 

Framing  and  erecting   2.01 

Tearing  down 40 

Total $4.26 

The  common  labor  cost  of  assisting  to  erect  the  forms  was 
15  per  cent  of  the  total.  Nothing  is  allowed  for  foreman,  for 
the  contractor  acted  as  his  own  foreman. 

The  cost  of  forms  per  1,000  ft.  for  the  amount  of  lumber 
purchased  was: 

Lumber    _ $18.30 

Framing  and  erecting 19.90 

Tearing  down    4.00 

Total    $42.20 

As  the  lumber  was  used  three  times,  the  cost  per  thousand 
for  all  work  and  materials  on  the  forms  would  be  just  one- 
third  of  this — namely:  $14.06. 
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Since  the  framing,  erecting  and  tearing  down  cost  $19.90 
plus  $4,  or  $23.90  per  M.  ft.  B.  M.  purchased,  and  since  the 
lumber  was  used  three  times,  the  labor  cost  nearly  $8  per  M. 
each  time  that  the  lumber  was  used.  It  will  be  noted  that 
8400  ft.  B.  M.  were  required  for  the  83  cu.  yds.  of  concrete, 
or  a  trifle  more  than  100  ft.  B.  M.  per  cubic  yard. 

It  will  be  of  interest  to  see  the  labor  costs  of  forms  for 
the  various  parts  of  the  structure. 

For  the  sides  the  cost  of  framing  and  erecting  the  forms 
was  $4.19  per  cubic  yard.  Of  this  cost  4  per  cent,  was  for 
common  labor  and  the  rest  for  -carpenters.  The  tearing  down 
cost  47  cts.  per  cubic  yard.  For  the  columns  the  erecting  was 
$2.35,  of  which  I  per  cent  was  for  common  labor.  The  tearing 
down  cost  47  cts.  For  the  girders  and  top  the  erecting  cost 
$1.83,  of  which  35  per  cent,  was  common  labor.  The  tearing 
down  cost  61  cts.  per  cubic  yard.    A  summary  would  show : 

Girders 
Sides        Columns        and 
per  per  top  per 

cu.  yd.        cu.  yd.        cu.  yd. 

Framing  and   erecting    $4.19  $2.35  $1.83 

Tearing  down    47  .47  .61 

Total    $4.66  $2.82  $2.44 

The  greater  cost  of  the  columns  forms  over  the  girders  and 
top  was  due  to  the  fact  that  the  columns  forms  were  handled 
almost  exclusively  by  the  carpenters,  and  also  in  setting  them 
great  care  and  much  time  had  to  be  used  to  get  them  plumb 
and  in  line.  The  cost  of  the  forms  for  the  sides  was  about 
twice  as  great  as  that  for  the  top  and  girders.  The  reasons 
for  this  are  evident.  The  walls  had  forms  on  both  sides,  while 
the  top  needed  forming  only  underneath  it,  the  area  covered 
"on  the  forms  being  about  2,200  sq.  ft.  as  compared  to  1,000 
sq.  ft.  The  side  forms  had  to  be  set  plumb  and  kept  so.  The 
framing  was  done  ahead,  but  nearly  half  of  the  lumber  in  the 
sides  was  erected  as  the  concrete  was  being  put  in  place. 
The  forms  for  the  top  were  all  put  in  place  before  any  con- 
creting was  done  on  the  top,  and  the  carpenters  discharged. 
A  much  larger  per  cent,  of  common  labor  could  be  used  in 
placing  forms  for  top  and  girders  than  on  the  sides.     The 
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props  were  nearly  all  put  in  place  by  laborers.  The  extra 
cost  of  tearing  down  the  forms  for  the  top  was  due  to  the 
fact  that  the  lumber  all  had  to  be  handled  one  piece  at  a 
time  thmugh  a  small  manhole  in  the  top,  and  carried  about 
150  ft.  to  be  piled. 

To  all  the  costs  for  forming  should  be  added  6  cts.  per  cubic 
yard  for  nails,  wire  and  lines  used  on  the  forms. 

Concrete, — The  mixtures  varied  for  the  different  members. 
The  cost  of  materials  was  as  follows: 

Cement,  no  bbls.  @  $1.12 $123.20 

^-in.  stone,  80  cu.  yds.,  @  $1.86 148.80 

Gravel,  3  cu.  yds.,  @  $1.33 4.00 

Sand,  42  cu.  yds.,  @  $1.20. 50.40 

The  sides  were  first  put  in  place,  then  the  center  columns 
were  built,  following  which  the  bottom  was  placed.  Then  the 
forms  were  erected  for  the  top  and  the  girders,  and  these  cast. 
In  building  the  sides,  one  side  and  half  of  the  two  ends  were 
built  at  one  time,  and  then  forms  erected  for  the  other  half 
of  the  sides.  For  the  sides  the  mixing  was  done  in  the  bottom 
of  the  reservoir.  For  the  rest  of  the  structure  it  was  done  on 
the  ground,  the  mixing  board  being  along  side  of  the  reser- 
voir. The  labor  cost  of  the  concrete  work  for.  the  various 
members  and  the  average  per  cubic  yard  was  as  follows : 


Sides. 

Cubic    yards    22.6 

Preparing  and  cleaning  up.. $0.1 66 

Handling  materials    1.022 

Cleaning    out    forms 040 

Mixing   and    placing 1.542 

Ramming    1.090 

Handling    steel    890 


Col- 

umns and 

Foot- 

Bot- 

Gird- 

Av- 

ings. 

tom. 

ers. 

Top. 

erage. 

10.3 

19.1 

11 

20.0 

88. 

$0,060 

10.095 

•  •  •  •  •  « 

$0,065 

.306 

io.676 

.198 

^.187 

.404 

•  ■  •  • 

•  ■  •  • 

.070 

.053 

.032 

.728 

.353 

.792 

1.080 

.952 

.540 

.455 

.450 

.597 

.673 

.020 

•  ■   ■  • 

.395 

.083 

.324 

Total    14.750       $1,654       $0,878       $2,000       $2,000       $2,450 

The  total  cost  of  labor  was  $203.35.  The  mixing  was  done 
entirely  by  hand.  Some  plastering  was  done  to  the  walls 
after  the  forms  were  taken  off,  and  the  sides  and  bottom  were 
washed  with  a  brush  with  cement  and  water.  The  plastering 
cost  $6.60,  including  a  barrel  of  cement  and  the  washing  or 
grouting,  two  coats,  cost  $9.10,  including  a  barrel  of  ce- 
ment. This  added  a  cost  of  19  cts.  per  cubic  yard  to  the  con- 
crete work,  making  the  total  cost  per  cubic  yard  $2.65. 

It  was  a   mistake  to  have   mixed  the   concrete  for  the 
sides  in  the  bottom  of  the  reserv^oir,  as  it  made  two  handlings 
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of  the  materials  and  compelled  all  the  concrete  to  be  raised  by 
hand  to  place  it  in  the  forms.  This  accounts  for  the  high 
cost  of  these  two  items. 

The  handling  of  the  steel  was  high  for  the  side  walls,  as  it 
was  all  separated  and  put  into  piles  for  the  different  panels 
and  members  in  getting  it  out  of  the  pile  for  the  sides.  The 
rammers  not  only  rammed  the  concrete  but  they  also  bent 
down  the  prongs  of  the  steel  to  get  them  in  place  in  the  nar- 
row forms,  and  afterwards  had  to  pull  out  these  prongs.  This 
had  to  be  done  for  every  piece  of  steel  used,  and  readily 
doubled  the  cost  of  ramming.  The  high  cost  of  ramming  the 
top  was  caused  by  the  fact  that  the  6  ins.  of  concrete  had  to 
be  placed  in  three  layers  and  each  rammed.  The  steel  handling 
was  high  on  account  of  the  prongs  entangling  the  pieces 
with  others,  making  them  hard  to  handle.  The  cost  of 
handling  steel  per  ton  was  about  $4,  or  0.2  ct.  per  pound.  The 
steel  was  all  handled  by  common  laborers. 

The  stock  piles  of  material  had  4:o  be  made  along  a  street 
and  allev  and  thus  caused  the  material  to  be  handled  in  wheel- 
barrow  several  hundred  feet. 

The  preparing  to  mix  concrete,  the  cleaning  up  afterwards 
and  the  cleaning  out  of  forms  are  items  that  are  seldom  kept 
separate  from  the  others. 

The  cost  of  mixing  and  placing  is  high,  owing  to  the  fact 
that  working  space  was  small  and  the  mixers  had  to  wait  un- 
til the  concrete  was  taken  off  the  board  and  placed  in  the 
forms  before  starting  another  batch.  This  also  meant  an  in- 
creased cost  in  the  ramming,  as  the  rammers  were  idle  some 
time  waiting  for  a  new  batch  to  be  mixed. 

The  total  cost  of  concrete,  including  labor  and  materials, 

per  cubic  yard  on  a  basis  of  the  83  cu.  yds.  was : 

Per  cu.  yd. 

Cement,   i  1-3  bbls.,   @  $1.12 $  1.49 

Stone,  I  cu.  yd 1.86 

Sand  Yi  cu.  yd .6c 

Steel    4.76 

Forms,  100  ft.  B.  M.,  @  $18.30 1.85 

Labor  on  forms 2.41 

Labor  on  concrete  and  steel   2.65 

Total    $15.62 
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The  cost  of  a  foreman  is  not  included  in  this,  as  the  con- 
tractor looked  after  the  men  himself. 

Waterproofing. — The  waterproofing  of  the  structure  proved 
a  serious  problem.  It  was  thought  at  first  that  the  concrete 
itself  would  be  nearly  water  tight,  but  the  tank  leaked  like  a 
sieve.  After  considering  several  methods,  an  agent  of  a 
European  waterproofing  mixture  prevailed  upon  those  inter- 
ested to  try  his  compound.  To  apply  it,  the  walls  had  to  be 
dry,  so  a  large  coal  burning  stove  was  put  in  the  reservoir 
and  a  fire  kept  up  day  and  night.  While  this  drying  process 
was  going  on  several  light  falls  of  snow  occurred,  and  this 
had  to  be  cleared  away  to  make  the  walls  and  roof  dry.  Two 
coats  of  the  mixture  were  applied  according  to  the  agent's  in- 
structions, and  the  reservoir  was  tested.  The  water  fell 
nearly  half  a  foot  in  an  hour's  time. 

Then  a  waterproofing  contractor  agreed  to  make  the  res- 
ervoir water  tight  with  paper  and  tar,  by  applying  it  on  the 
inside.  Three  thicknesses  of  paper  were  laid  on  the  bottom 
and  run  well  up  on  the  sides,  each  layer  of  paper  being  well 
covered  with  a  preparation  of  tar.  Upon  testing  it,  it  was 
found  that  the  leaking  had  been  reduced  about  50  per  cent. 
A  preparation  of  asphalt  was  then  placed  over  this,  but  upon 
a  third  test  the  tank  still  leaked.  As  the  sub-contractor  had 
verbally  agreed  to  make  it  water  tight  for  $125,  only  this 
amount  was  paid  him.  After  this  last  test  he  refused  to  do 
any  more  work. 

After  these  attempts  the  sides  of  the  reservoir  were  exposed 
on  the  outside  by  excavating  around  it,  and  a  one-brick-wall 
built  up  a  few  inches  from  the  concrete.  This  space  was  filled 
in  with  rich  cement  mortar  and  the  ground  once  more  filled 
in  around  the  structure.  This  work  and  the  materials  used 
in  it  cost  $1,240.  Upon  a  fourth  test  the  reservoir  was  found 
to  be  water  tight.  Thus  more  than  a  third  of  the  cost  of  the 
entire  work  was  in  waterproofing  the  structure,  and  this  made 
the  contract  a  money  losing  one,  as  this  heavy  cost  was  not 
anticipated. 

Several  items  of  miscellaneous  work  are  listed  in  the  total 
cost  of  the  reservoir,  such  as  filling  in  and  puddling  aroimd 
reservoir  and  replacing  cobble  paving.    The  top  of  the  struc- 
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ture  was  used  as  a  bin  iof  the  storage  of  coal.  For  this  pur- 
pose eight  I-beams  were  embedded  in  concrete  around  the 
top  to  be  used  as  posts  for  the  sides  of  the  bin.  The  cost  of 
placing  these  is  given. 

Total  Cost. — The  cost  of  the  structure  without  any  profits  was : 

579  cu.  yds.  excavation  @  $.896 $   529.65 

Steel    39500 

Crushed   stone    , 148.80 

Gravel    • 4.00 

Sand    50.40 

Cement      '. 123.20 

Lumber    153.60 

Labor  on  forms 200.09 

Labor  on  concrete  .  • 203.35 

Plastering    6.60 

Sides  and  bottom 9.10 

Nails,  wire,  etc 4.98 

Bailing  water   21.19 

Building  temporary  fence    1.65 

Extra  excavation  for  forms,  footings,  etc i3-90 

Setting  I-beams  in  concrete 17-65 

Filling  in  and  pudding  aropnd  reservoir 34-47 

Replacing  cobble  paving  4.30 

Hauling  tools   3.60 

Heating  reservoir  and  handling  snow 14.50 

Waterproof  mixture ^ 29.00 

Labor  applying  it   9.74 

Applying  paper  and  tar,  labor  and  materials 125.00 

Labor  and  materials  of  final  waterproofing 1,240.00 

Tools    48.7s 

General   expense    210.00 

Total    $3,602.52 

COVERED  RESERVOIR,  AT  FOftT  MEADE,  SOUTH 
DAKOTA.  —  The  following  account  of  the  method 
and  cost  of  constructing  a  500,000-gallon  reservoir  is  com- 
piled from  information  furnished  by  Mr.  Samuel  H.  Lea,  M. 
Am.  Soc.  C.  E.  As  shown  by  Fig.  277,  the  reservoir  consists 
of  two  equal  compartments,  each  50  x  60  ft.  inside  dimensions, 
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with  rounded  corners.     Both  compartments  are  covered  with 
a  3-in.  slab  roof  carried  on  the  walls  and  Interior  columns. 

The  concrete  was  a  1-2-4  Portland  cement,  sand  and  broken 
stone  mixture,  mixed  by  hand  on  a  movable  platform.  A  con- 
crete gang  consisted  of  four  men  who  were  each  paid  $2,75 
per  day.  They  wheeled  the  materials  from  the  supply  piles  to 
the  mixing  platform,  mixed  the  concrete  and  deposited  it  in 
place.  During  the  construction  of  the  footings  and  floor  two 
concrete  gangs  were  employed,  but  after  the  walls  were 
started,  one  gang  only  was  required  for  concrete  work ;  the 
other  gang  was  then  put  to  work  assisting  the  carpenters. 


The  sand  and  stone  were  wheeled  to  the  platform  in  iron 
wheelbarrows  of  2>^  cu.  ft.  capacity,  'ihe  cement  was  in  '/t- 
bhl.  sacks  and  each  sack  was  taken  as  i  cu.  ft.  Each  batch 
of  concrete  contained  the  following  quantity  of  material: 

2'/^   sacks  of  cement    z'/i  cu.  ft. 

2  wheelbarrows   of   sand    5  cu.  ft. 

4  wheelbarrows  of  stone    10  cu.  ft. 

The  (|uantities  of  sand  and  stone  were  adjustc<l  so  as  to 
form   the   proper    proportion    for   making   a   dense  concrete. 
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From  time  to  time,  as  the  work  progressed,  experiments  were 
made  to  determine  the  percentage  of  voids  both  in  the  sand 
and  the  crushed  stone;  and,  in  this  way,  uniformity  in  com- 
position was  secured.  The  mixture  was  made  quite  wet  in 
order  to  insure  a  free  flow  around  the  reinforcing  bars.  On 
account  of  the  narrow  space  inside  the  forms  and  the  num- 
ber of  reinforcing  bars  therein  care  was  taken  to  cause  the 
mixture  to  be  well  distributed  throughout.  The  wet  concrete 
was  well  spaded  in  an  effort  to  secure  a  smooth  surface  next 
to  the  forms.  This  was  generally  accomplished,  but  some 
rough  places  which  showed  after  the  removal  of  the  forms 
required  patching  up. 

In  constructing  the  footings  some  concrete  was  first  de- 
posited in  place  and  the  metal  reinforcement  was  embedded 
therein.  For  the  floor  reinforcement  the  lower  bars  were 
carefully  embedded  in  the  concrete  after  it  had  been  brought 
to  a  suitable  height;  the  upper  bars  were  then  placed  cross- 
wise upon  the  lower  ones  and  kept  in  position  until  the  re- 
mainder of  the  concrete  had  been  deposited  around  and  over 
them.  In  the  wall  footings  a  depression  or  groove,  several 
inches  deep,  was  left  under  the  wall  space  for  its  entire  length. 
This  ensured  a  good  bond  between  the  wall  proper  and  the 
footing. 

The  concrete  floor  in  each  compartment  was  built  in  one 
continuous  operation,  the  object  being  to  secure  a  practically 
monolithic  construction.  The  lower  reinforcing  bars  in  the 
floor  were  embedded  at  the  proper  depth  in  the  fresh  concrete 
and  the  upper  bars  were  then  placed  crosswise  upon  the 
lower  ones;  the  two  sets  were  then  wired  together  at  a 
sufficient  number  of  places  to  prevent  displacement  while  the 
remaining  concrete  was  being  deposited  around  and  over  them. 

The  reinforcement  for  the  walls  and  columns  was  erected 
in  place  upon  the  footings  and  formed  a  steel  skeleton  around 
which  the  forms  were  erected.  The  upright  bars  in  the  walls 
were  held  together  and  at  the  proper  distance  apart  by  means 
of  templates  consisting  of  wooden  strips  in  which  holes  were 
bored  at  suitable  intervals  to  receive  the  bars.  The  templates 
were  maintained  in  a  horizontal  position  and  were  moved 
upward  as  the  concrete  advanced  in  height.    The  horizontal 


6oo  CONCRETE    CONSTRUCTION. 

reinforcing  bars  were  wired  in  place  to  the  upright  bars ;  they 
were  placed  in  position  ahead  of  the  concreting  as  the  wall 
was  built  up. 

The  corrugated  bars  in  beam  and  girders  were  placed  in 
position  in  the  forms  and  held  up  by  blocks  which  were  re- 
moved as  the  forms  were  filled  with  concrete.  The  expanded 
metal  reinforcement  for  the  roof  slab  was  placed  so  as  to  be 
close  to  the  lower  face  of  the  slab,  but  far  enough  up  to  be 
entirely  enveloped  in  the  concrete. 

The  wall  forms  were  made  of  2-in.  planks,  surfaced  on 
the  inner  side  and  placed  horizontally  on  edge.  They  were 
held  in  place  by  4x4-in.  posts  spaced  at  intervals  of  about 
4  ft.,  in  pairs  on  opposite  sides  of  the  wall.  The  posts  were 
firmly  braced  on  the  outside;  they  were  prevented  from 
spreading  by  connecting  wires  passing  through  the  wall  space 
between  the  edges  of  adjacent  planks.  At  the  rounded  cor- 
ners of  the  reservoir  the  pairs  of  posts  were  spaced  about  two 
feet  apart  and  the  curve  was  made  by  springing  thin  boards 
into  place  to  fit  the  curve  and  nailing  them  to  the  posts.  The 
posts  were  high  enough  to  reach  to  the  top  of  the  wall ;  the 
siding  was  built  up  one  plank  at  a  time  as  the  concrete  work 
progressed.  Column  forms  were  made  of  2-in.  planks  on 
end,  extending  from  floor  to  girder.  Three  sides  were  en- 
closed and  one  side  was  left  open  to  receive  the  concrete;  this 
side  was  closed  up  as  the  concreting  advanced  in  height. 

The  beam  and  girder  forms,  were  open  troughs  of  the  re- 
quired dimensions,  made  of  2-in.  plank,  surfaced  on  inner 
faces.  The  form  of  centering  for  the  roof  slab  consisted  of  a 
smooth,  tight  floor  of  2-in.  planks,  extending  between  the 
open  tops  of  column,  beam  and  girder  forms  over  the  entire 
area  between  enclosing  walls  of  the  reservoir.  The  centering 
and  the  beam  and  girder  forms  were  supported  by  6x6-in. 
posts  resting  upon  the  floor  below. 

The  regular  carpenter  gang  consisted  of  a  foreman  car- 
penter at  $5  per  day,  a  carpenter  at  $3.50  per  day,  and  two 
helpers  at  $2.75  per  day.  During  the  early  concrete  work  of 
making  footings  and  floor,  where  forms  were  not  required,  the 
carpenter  force  was  employed  in  erecting  the  steel  skeleton 
for  the  walls.  The  upright  bars  were  placed  in  position  and 
secured  by  temporary  wooden  stays  extending  from  the  up- 
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per  portion  of  bars  to  the  surface  of  ground  outside  o£  ex- 
cavation. These  stays  were  removed  after  concreting  had 
advanced  to  a  sufficient  height  to  hold  the  steel  securely  in 
place. 

The  wages  paid  the  concrete  gang  which  mixed  and  placed 
all  the  concrete  and  the  carpenter  gang  which  constructed 
and  erected  the  forms  and  placed  the  reinforcement  have  been 
given  above.  The  costs  of  construction  materials  on  the  site 
were: 

Cement,  per  barrel $2.57 

Sand,  per  cu.  yd 1.80 

Stone,  per  cu.  yd 3.15 

Lumber,  per  M.  ft  B.  M 27.50 

The  quantities  in  the  completed  concrete  structure  were  as 
follows : 

Total  volume  of  concrete  in  reservoir 704.71  cu.  yds. 

Total  volume  of  steel  reinforcement  in  reservoir.  5.57  cu.  yds. 


Total  volume  of  material  in  completed  structure.710.28  cu.  yds. 

The  steel  was,  therefore,  about  0.8%. 
Volume   of  material   in   structure   exclusive   of 

roof  slab   648.35  cu.  yds. 

Volume  of  material  in  roof  slab 61.93  cu.  yds. 

Total    710.28  cu.  yds. 

The  cost  of  the  structure  per  cubic  yard  of  concrete,  ex- 
clusive of  the  roof  slab,  was  as  follows:    .. 

Item.  Per  cu.  yd. 

Crushed  stone    $3,168 

Sand    842 

Cement    3-859 

Reinforcement    4-959 

Labor,  mixing  and  placing  concrete  1.721 

Forms,  labor  and   material    2.960 

Total    $17,509 

In  constructing  the  roof  slab  the  expanded  metal  reinforce- 
ment raised  the  unit  cost.  For  this  portion  of  the  work  the 
costs  were: 
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Item.  Percu.  yd 

Expanded  metal  reinforcement $  5.241 

Other  items,  same  as  above   12.550 

Total    $17791 

The  floor  and  the  inside  surface  of  reservoir  walls  were 
covered  with  a  coating  of  cement  mortar  composed  of  one 
part  Portland  cement  and  one  part  sand.  The  wall  plaster- 
ing was  from  j^  in.  to  }i  in.  thick ;  it  was  applied  in  two  coats. 
The  floor  finish  was  laid  in  alternate  strips  about  i  in.  thick 
and  3  ft.  wide.  After  the  strips  first  laid  had  hardened  the 
remaining  strips  were  laid,  the  edges  being  grouted  to  ensure 
tight  joints. 

The  outside  of  walls  and  roof  was  covered  with  a  coating 
of  tar  which  was  heated  in  an  open  kettle  to  a  temperature 
of  about  360**  F.  and  then  applied  with  a  brush  or  mop. 

The  cost  of  wall  and  floor  plastering  was  44.4  cts.  per 
square  yard,  itemized  as  follows: 

Cement    26.4  cts. 

Sand    r 2.6  cts. 

Labor    15.4  cts. 

Total    44.4  cts. 

The  cost  of  outside  waterproofing  was  4  cts.  per  square 
yard,  distributed  as  follows: 

Material    2.5  cts. 

Labor    • 1.5  cts 

Total    4.0  cts. 

While  some  of  the  cost  items  are  apparently  high  when 
compared  with  the  cost  of  similar  work  in  other  places,  it 
should  be  remembered  that  the  isolated  locality  and  the  local 
conditions  were  unfavorable  for  low  cost.  Owing  to  the  iso- 
lated  location  of  the  reservoir  with  respect  to  large  markets 
and  also  to  local  sources  of  supply  the  cost  of  material  and 
labor  was  quite  high.  All  construction  material,  except  some 
of  the  stone  for  crushing,  had  to  be  hauled  over  a  mountain 
road  from  3  to  4  miles  to  the  top  of  the  hill  selected  for  the 
reservoir  site.     Labor  was  scarce  and  commanded  a  wage  of 
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$2.50  per  day  for  ordinary  work ;  the  laborers  mixing  concrete 
were  paid  $2.75  per  day.  Another  source  of  much  relative  ex- 
pense was  the  high  cost  of  lumber  and  carpenter  work  on 
the  forms.  On  account  of  the  thinness  of  the  walls  and  roof, 
the  cost  of  lumber  and  labor  required  per  cubic  yard  of  con- 
crete was  considerable.  A  part  of  the  lumber  was  used  the 
second  time  in  forms,  btit  it  was  found  impracticable  to  delay 
the  work  by  waiting  for  the  concrete  to  harden  before  begin- 
ning the  new  portions  of  the  walls.    This  lumber  was  sold 
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after  the  completion  of  the  work,  but  the  salvage  was  incon- 
siderable, amounting  to  less  than  10  per  cent,  of  the  original 
cost. 

CIRCULAR  RESERVOIR,  BLOOMINGTON,  ILL.— An 
open  circular  reinforced  concrete  reservoir  was  constructed 
in  1905-6  for  the  water-works  of  Bloomington,  111.  This  res- 
ervoir is  300  ft.  in  diaiiietor,  ig  ft.  deep  at  the  circular  wall 
and  25  ft.  deep  at  the  center  of  the  spherical  bottom.  The 
wall  construction  is  shown  clearly  by  Fig.  278,  and  the  floor 
is  a  6-in.  spherical  slab  reinforced  by  a  mat  of  j4-'n'  round 
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robs  placed  6  ins.  on  centers  in  both  directions.  The  wall 
reinforcement  is  corrugated  bars.  Neither  the  wall  nor  the 
bottom  has  expansion  joints. 

Concrete, — The  specifications  required  not  less  than  i  part 
Portland  cement  to  2  parts  sand  and  5  parts  clean  gravel,  and 
stipulated  that  there  should  always  be  more  than  enough 
cement  to  fill  the  voids  in  the  sand  more  than  enough  mortar 
to  fill  the  voids  in  the  gravel.  The  proportions  were  varied, 
depending  on  the  character  of  the  available  material  and  on 
the  location  the  concrete  was  to  occupy.  The  stipulations  re- 
garding the  minimum  quantities  of  cement  and  mortar  were, 
however,  always  at  least  fulfilled.  A  1-3-4  mixture  of  cement, 
broken  stone  and  gravel  was  largely  used  in  the  footing  and 
wall.  The  grr.vel  was  fine  and  contained  40  to  50%  of  sand; 
the  broken  stone  was  the  crusher-run,  with  the  dust  screened 
out,  and  the  maximum-sized  pieces  not  larger  than  those 
v/hich  would  pass  a  2-in.  screen.  The  mortar  facing  on  the 
front  face  of  the  wall  was  made  of  i  part  cement  to  4  parts 
fine  gravel,  containing  sand.  Some  gravel  from  the  excavation 
was  used  in  the  concrete  for  the  floor.  This  gravel  was  so 
fine  that  about  one-quarter  of  it  was  replaced  with  broken 
stone  and  the  mixture  made  1-6.  Both  faces  of  the  wall  were 
painted  with  a  i-i  mixture  of  cement  and  sand ;  the  inner 
face  was  also  painted  with  a  i-i  mixture  of  waterproof  Star 
Stettin  Portland  cement  and  sand.  The  sidewalk  finish  on 
the  surface  of  the  floor  consisted  of  i-iyi  mortar. 

Mixing  and  Handling. — The  concrete  mixing  plant  was  set 
up  outside  of  the  site  of  the  reservoir  along  a  side  track  from 
the  railroad.  The  concrete  materials  were  delivered  on  the 
side  track,  except  some  gravel  from  the  excavation  that  was 
used.  A  Foote  portable  continuous  mixer  was  used  in  making 
the  concrete  for  the  wall  footings  and  the  wall.  It  was 
mounted  so  it  could  discharge  into  dump  cars  on  a  service 
track  laid  on  the  ground.  A  double  hopper  was  built  up  over 
the  mixer,  one  compartment  for  sand  and  one  for  broken 
stone.  The  end  of  a  service  track  leading  from  the  side  track 
was  laid  on  an  inclined  trestle  up  to  a  floor  level  with  the 
top  of  this  double  hopper,  the  materials  being  hauled  in  dump 
cars  from  the  side  track  to  the  hopper.  The  service  track 
from  the  mixer  extended  entirely  around  the  wall,  and  10  ft. 
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from  it,  on  the  embankment  made  there  with  earth  from  the 
trench  for  the  wall-footing.  The  concrete  was  dumped  from 
the  cars  on  the  service  track  to  portable  shoveling  platforms 
near  the  point  where  work  on  the  wall  was  in  progress.  It  was 
shoveled  by  hand  from  these  platforms  to  place  in  the  forms 
as  the  presence  of  the  reinforcement  bars  in  the  narrow  forms 
precluded  dumping  in  large  quantities.  The  footing  wa§  built 
without  forms  up  to  the  right-angle  joint  between  it  and  the 
base  of  the  wall  at  the  front,  and  to  the  top  of  the  45°  slope 
on  its  rear  face.  A  layer  of  concrete  2.5  in.  thick  was  first 
placed  in  the  completed  trench.  The  reinforcement  bars  near 
the  bottom  were  then  laid  on  this  green  concrete,  the  vertical 
bars  near  the  front  face  of  the  wall  Usually  being  erected  at 
the  same  time.  The  concrete  in  the  toe  of  the  footing  and  in 
the  footing  proper  up  to  the  top  layer  of  reinforcement  was 
then  laid.  After  the  top  layer  of  reinforcing  bars  had  been 
laid,  the  footing  was  completed,  except  for  a  top  layer  about 
2  ins.  thick  at  the  base  of  the  front  face  of  the  wall  and  1$ 
ins.  thick  at  the  toe  of  the  footing.  This  left  a  strip  of  sur- 
face about  6  ft.  wide,  sloping  at  about  i  in  6  from  the  wall 
toward  the  center  of  the  reservoir,  and  furnished  the  widest 
and  best  possible  bond  for  the  joint  which  had  to  be  made 
when  floor  was  laid. 

Location  and  Construction  of  Forms  and  Wall. — The  de- 
sign of  the  wall  of  the  reservoir,  although  simple  in  itself,  re- 
quired unusually  accurate  work  in  the  location  and  construc- 
tion of  the  forms  for  it.  The  location  was  made  with  very 
little  difficulty,  however,  by  an  arrangement  devised  by  the 
contractor  which  enabled  the  foreman;  without  the  aid  of  an 
engineer,  to  set  the  necessary  grade  and  reference  stakes.  A 
post,  10  ins.  in  diameter,  was  set  very  accurately  and  firmly 
in  the  ground  at  the  center  of  the  reservoir.  This  post  was 
sawed  off  squarely  on  top  so  that  the  line  of  collimation  of  an 
engineer's  transit  set  on  it  without  a  tripod  would  be  exactly 
at  the  grade  of  the  top  of  the  completed  wall  of  the  reservoir. 
A  200-ft.  steel  tape  was  used  to  measure  the  radial  distance 
from  a  nail  in  the  center  post  to  the  posts  of  the  back,  or  out- 
side forms  for  the  wall.  In  the  form  for  the  back  face  of  the 
wall  2x6-in.  posts,  spaced  one  one-hundredth  of  the  circum- 
ference apart,  were  set  considerably  in  advance  of  any  con- 
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Crete  work,  and  were  made  the  basis  of  all  measurement  in 
building  the  forms.  The  forms  as  originally  planned  are 
shown  in  Fig.  278. 

The  wall,  when  started,  was  built  continuously  in  both  di- 
rections from  the  starting  point.  The  back  forms  consisted 
of  planks  for  lagging  nailed  to  vertical  posts,  which  were  ac- 
curately set  and  firmly  braced.  The  front  forms  were  made 
in  lengths  equal  to  one  one-hundredth  of  the  circumference 
of  the  reservoir,  and  when  set  up  were  fastend  to  the  back 
forms.  Twenty-one  of  these  front  form  sections  were  built 
and  all  set  up  at  once.  Concrete  was  filled  in  between  the 
front  and  back  forms,  starting  at  the  central  form,  and  was 
rammed  in  inclined  layers,  sloping,  at  about  i  on  6,  both  ways 
towards  the  end  forms.  This  method  was  adopted  in  order 
that  the  concrete  might  be  laid  continuously  and  without 
joints.  The  lagging  of  i-in.  boards  on  the  vertical  portion 
of  the  sections  was  nailed  to  the  vertical  ppsts,  and  was  car- 
ried up  just  ahead  of  the  concrete  filling. 

When  the  concrete  had  reached  the  top  of  the  central  one 
of  the  21  sections  of  the  forms,  arid  the  concrete  in  that 
section  had  set  sufficiently,  the  section  was  broken  up  and 
removed,  leaving  two  sets  of  10  sections  of  the  forms.  Sub- 
sequently the  other  forms  could  be  removed  in  turn  as  desired 
without  being  broken  up.  As  the  fiUing-in  proceeded  between 
the  two  sets  of  10  forms  each,  the  form  in  each  set  nearest  the 
starting  point  was  removed,  carried  forward,  and  put  irr  place 
at  the  other  end  of  its  set  of  forms.  Tweive  men  were  re- 
quired to  take  down  "and  transport  one  of  the  front  form  sec- 
tions. 

In  setting  up  a  front  form,  its  inner  toe  was  firmly  sup- 
lorted  by  a  stake  driven  into  the  ground  and  by  the  hori- 
zontal board,  nailed  transversely  under  the  bottom  4X4-in. 
horizontal  stringers,  which  rested  on  the  ground.  The  upper 
part  of  the  form  was  then  securely  fastened  to  the  2  x  6-in. 
posts  of  the  back  forms  by  temporary  wooden  connecting 
strips,  which  were  removed  as  the  concrete  filling  was  carried 
up.  The  sections  of  the  front  forms  were  also  securely  tied 
to  each  other. 
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A  facing  of  gravel  concrete,  rich  in  cement  and  with  no 
pebbles  larger  than  i^-in.  was  placed  on  the  front  face  of  the 
wall,  extending  from  the  back  edges  of  the  vertical  reinforcing 
bars  to  the  surface.  A  sheet-iron  plate,  about  8  ins.  wide  by 
5  ft.  long,  was  placed  vertically  just  back  of  those  bars.  The 
concrete  wa'S  shoveled  in  loose  to  the  top  of  these  iron  plates, 
and  then  the  mortar  was  poured  in  between  the  latter  and  the 
front  face  forms  from  buckets.  The  iron  plates  were  next 
drawn  by  handles  attached  to  them,  and  the  mortar  and  con- 
crete tamped  together  before  either  had  set.  In  making  joints, 
the  old  concrete  surfaces  were  always  brushed  and  wet  down, 
and,  if  necessary  slushed  with  a  grout  of  neat  cement  before 
new  concrete  was  laid  on  them. 

Construction  of  Floor. — The  excavation  over  the  site  of  the 
reservoir  floor, was  brought  accurately  to  grade  6  ins.  below 
the  surface  of  the  finished  concrete  by  hand  after  the  scoop- 
bucket  excavator  had  passed  over.  In  making  the  excava- 
tion the  levels  were  given  on  radial  lines  drawn  from  the 
ends  of  the  lo-ft.  sections  of  the  wall  to  the  center.  A  rod, 
on  which  the  elevations  of  the  subgrade  at  every  10  ft.  from 
the  wall  to  the  center  of  the  reservoir  were  clearly  '^larked, 
was  used  in  connection  with  a  transit  on  the  center  post  in 
locating  the  elevations  of  different  points  in  the  reservoir 
floor.  By  using  this  method  the  elevations  required  were 
easily  found  by  the  foreman  in  charge  without  the  assistance 
of  an  engineer.  When  the  work  approached  the  center,  the 
post  was  removed  and  the  transit  was  placed  on  a  portable 
pedestal  which  was  set  on  points  of  known  elevation  on  the 
finished  concrete. 

The  slanting  surface  left  on  the  top  of  the  footing  inside  the 
wall  formed,  together  with  the  projecting  reinforcement  rods, 
an  excellent  bond  between  the  concrete  of  the  wall  and  that 
of  the  floor,  when  the  latter  was  laid.  A  circular  strip  of  the 
floor,  16  ft.  wide,  was  put  down  next  to  the  wall  first,  and 
the  remainder  of  the  floor  was  laid  according  to  the  progress 
of  the  excavation.  The  lower  33/2  ins.  of  the  concrete  was 
usually  first  spread  out  over  an  area  12  or  16  ft.  square,  then 
the  reinforcement  was  placed,  and  after  that  the  top  2  ins.  of 
concrete  and  a  ^-in.  sidewalk  finish  surface  were  laid. 
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The  J4-in.  rods  in  the  bottom  are  6  Ins.  on  centers  in  both 
directions.     They  were  in    12  and   16-ft.   lengths  and  were 


Vi-* 
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partly  woven  together  in  mats  before  being  placed.    The  rods 
in  one  direction  were  all  laid  out  and  woven  with  four  or 
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five  of  those  in  the  other  direction,  the  joints  being  tied  with 
small  wire.  The  remaining  cross  rods  were  laid  after  the  mat 
had  been  placed.  The  mats  were  overlapped  i  ft.  This 
method  of  placing  proved  economical  and  efficient,  giving  at 
the  same  time  something  permanent  on  which  to  lay  the  re- 
maining concrete. 

STANDPIPE     AT     ATTLEBOROUGH,     MASS.— The 

stand  pipe  was  50  ft.  in  diameter  and  106  ft.  high  inside,  with 
walls  iS  ins.  thick  at  the  bottom  and  8  ins.  thick  at  the  top. 
Figure  279  shows  the  general  arrangement  of  the  reinforce- 
ment. Round  bars  of  0.4  carbon  steel  were  used;  the  bars 
came  in  56^ -ft.  lengths,  so  that  three  lengths  with  laps  of 
30  ins.,  made  a  complete  ring  around  the  tank.  The  concrete 
was  a  1-2-4  mixture  of  %  to  iJ/2-in.  broken  stone  with  screen- 
ings used  as  portion  of  sand. 

The  floor  was  built  first,  and  on  it  was  erected  a  tower  to  a 
height  of  60  ft.  and  a  derrick  with  a  40-ft.  boom  was  set  on 
its  top.  The  derrick  was  operated  by  an  engine  on  the  ground 
which  also  had  a  revolving  gear  attached.  When  the  work 
had  reached  the  top  of  this  tower,  the  tower  was  raised  to 
1 10  ft.  in  height  and  the  derrick  shifted  to  the  new  elevation. 
The  forms  were  convex  and  concave  sections  7J^  ft.  high  and 
about  II  ft.  long.  The  concave  or  outside  forms  were  made 
in  16  panels,  with  horizontal  ribs  and  vertical  lagging;  two 
complete  rings  of  panels  were  used.  The  panels  were  joined 
into  a  ring  by  clamps  across  the  joints,  this  clamping  action 
and  the  friction  of  the  concrete  holding  them  in  place.  The 
inside  forms  consisted  of  vertical  ribs  carrying  horizontal 
lagging  put  in  place  a  piece  at  a  time  as  the  filling  proceeded. 
They  were  supported  by  staging  from  the  derrick  tower.  The 
remaining  plant  comprised  a  Sturtevant  roll  jaw  crusher  feed- 
ing to  screens  which  discharged  fines  below  ^-in.  into  one 
bin,  medium  stone  into  another  bin  and  coarse  stone  into  a 
third  bin.  These  bins  fed  to  the  measuring  hopper  of  a 
Smith  mixer,  which  discharged  into  the  derrick  bucket. 

The  mode  of  procedure  was  as  follows:  The  reinforcing 
rings  were  erected  to  a  height  of  7j4  ft.  The  bars  were  bent 
by  being  pulled  through  a  tire  binder  and  around  a  curved 
templet  by  a  steam  engine.    The  bending  gave  some  trouble, 
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due,  it  was  thought,  to  the  stiffness  of  the  high  carbon  steel, 
Vertical  channels  4  ins.  deep  were  set  with  webs  in  radial 
planes  or  across  wall  at  four  points  in  the  circumference.  The 
flanges  of  these  channels  were  punched  exactly  to  the  vertical 
spacing  of  the  reinforcing  rings.  Through  the  punched  holes 
were  passed  short  bars  on  the  opposite  ends  of  which  the  rein- 
forcing rings  were  supported  and  wired.  The  three  sections 
of  rod  of  which  each  ring  was  composed,  were  lapped  30  ins. 
and  connected  by  Crosby  clips.  Considerable  difficulty  was 
had  in  holding  the  reinforcing  rings  in  line  by  the  method 
employed ;  it  is  stated  by  the  engineer  that  a  greater  number 
than  four  channels  would  have  been  much  better. 

The  reinforcement  being  in  place,  an  inside  and  an  out- 
side ring  of  forms  was  erected.  Concreting  was  then  carried 
on  simultaneously  from  four  points  on  the  circumference  and 
a  ring  7J/2  ft.  high  was  concreted  in  one  operation.  Several 
facts  were  brought  out  in  the  concreting;  careful  and  con- 
scientious spading  was  necessary  to  get  a  smooth  dense  sur- 
face; a  too  wet  mixture  allowed  the  stone  to  settle  and  seg- 
gregate;  care  was  necessary  in  this  thin  wall  containing  two 
rings  of  bars  to  keep  the  stone  from  wedging  among  and 
around  the  bars  and  thus  causing  voids.  The  engineer  states 
that  for  this  reason  the  substitution  of  mortar  for  concrete 
in  tank  walls  is  worth  considering.  He  estimates  that  in  this 
work,  costing  $35,000,  that  the  use  of  a  1-2  mortar  in  place 
of  the  1-2-4  concrete  would  have  increased  the  cost  by  $2,300, 
a  I-2J4  mortar  by  $1,500,  and  a  1-3  mortar  by  $750.  It  was 
also  found  that  there  was  danger  from  a  movement  of  the  re- 
inforcement in  the  concrete  and  of  the  forms  in  placing  the 
concrete. 

When  a  ring  of  wall  7J4  ft.  high  had  been  concreted,  the 
reinforcement  was  placed  as  before  described  for  another  ring. 
The  two  rings  of  forms  below  those  just  filled  were  removed 
from  the  wall,  hoisted  up  and  set  in  place  on  top.  These  two 
operations  of  placing  reinforcement  and  setting  forms  for 
another  ring  of  wall  took  three  days,  so  that  the  top  surface 
of  the  wall  to  which  new  concrete  was  to  be  added,  had  be- 
come hard.  This  hard  surface  was  very  thoroughly  washed 
and  then  coated  with  neat  cement  immediately  before  de- 
positing the  fresh  concrete.    Water  was  admitted  to  the  tank 
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as  the  work  progressed,  being  kept  about  20  ft.  below  the 
work  in  progress.  Numerous  small  leaks  developed,  but  only 
two  were  large  enough  for  the  water  to  squirt  beyond  the 
face  of  the  wall.  These  leaks  appeared  to  grow  smaller  as 
time  went  on.  To  do  away  with  them  entirely,  the  inside 
wall  was  plastered.  The  first  coat  of  plaster  was  not  suc- 
cessful in  stopping  the  leaks,  so  the  standpipe  was  emptied 
and  replastered,  five  coats  being  used  in  the  lower  20  ft.  This 
did  not  serve  so  resort  was  had  to  a  Sylvester  wash.  A  boiling 
hot  solution  of  12  ozs.  to  the  gallon  of  water  of  pure  olive  oil 
castile  soap  was  applied  to  the  dry  wall.  In  24  hours  this 
was  followed  with  a  2  ozs.  to  thegallon  solution  of  alum  ap- 
plied at  normal  temperature.  Four  coats  of  each  solution  were 
applied,  which  reduced  the  leakage  to  a  small  amount.  To  do 
away  with  all  leakage  another  four-coat  application  of  Syl- 
vester wash  was  used. 

Details  of  the  cost  of  the  work  are  not  available.  There  were 
770  cu.  yds.  of  concrete  in  the  walls  and  185  tons  of  steel 
bars.  Altogether  3,000  Crosby  clips,  costing  $1,100  were  used. 
The  cost*of  the  concrete  in  place  was  about  as  follows: 

Cement,  per  cu.  yd.  of  concrete   $  4.80 

Sand  and  stone,  per  cu.  yd.  of  concrete 3.90 

Mixing,  per  cu.  yd.  of  concrete 0.40 

Placing,  per  cu.  yd.  of  concrete 2.20 

Forms,  per  cu.  yd.  of  concrete   2.65 

Total  per  cu.  yd.  of  concrete $i3-95 

GAS   HOLDER  TANK,   DES    MOINES,   IOWA.— The 

tank  was  84  ft.  in  diameter  and  21  ft.  5  ins.  deep.  It  had  a 
horizontal  floor  16  ins.  thick  5  ft.  below  ground  level  and  a 
wall  21  ft.  high,  18  ins.  thick  at  base  and  12  ins.  thick  at  top 
under  coping  and  with  alternate  pilasters  and  piers  around 
the  outside.  The  concrete  for  the  floor  was  a  1-2^-5  2-in. 
stone  mixture  and  the  concrete  for  the  walls  was  a  1-2-4  i-in. 
stone  mixture.  The  floor  was  contructed  first,  with  a  circu- 
lar channel  for  the  wall  footing,  and  then  the  wall  was  con- 
structed. 
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Piles  were  driven  in  the  bottom  and  their  heads  cut  to  level 
and  filled  around  with  tamped  cinders.  Two  circumferential 
rows  of  posts  were  driven  around  the  edge  so  that  a  pair  of 
posts,  one  inner  and  one  outer,  came  on  each  radius  through  a 
wall  pilaster  or  pier.  These  posts  served  primarily  to  carry 
the  frames  for  the  wall  forms  and  secondarily  for  holding  the 
forms  for  the  circular  wall  footing  channel  as  shown  by  the 
sketch  Fig.  280.  The  floor  concrete  was  put  in  in  diamond- 
shaped  panels  between  forms,  whose  top  edges  were  set  to 
floor  level.  Each  form  was  designed  to  make  a  groove  in  the 
edge  of  the  slab  so  that  adjacent  slabs  would  bond  with  it. 
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Fig.  280. — Forms  for  Constructing  Channel  for  Wall  In  Reservoir  Floor. 


The  concrete  was  wheeled  to  place  in  barrows,  thoroughly 
tamped,  roughly  floated  to  surface  and  finally  given  a  trowel 
finish. 

To  construct  the  walls,  the  posts  before  mentioned,  were 
cut  off  to  exact  level  6  ins.  above  the  finished  floor.  A  bent 
for  the  wall  forms  was  then  erected  on  each  radial  pair  as 
shown  by  Fig.  281.  The  bents  were  erected  by  hand  and 
carefully  plumbed  and  lined  up,  both  radially  and  circum- 
ferentially.  The  pier  and  pilaster  forms  were  then  erected 
across  wall  opposite  each  bent  as  shown  by  Fig.  281.  The 
forms  for  the  wall  between  pilasters  and  piers  consisted  of 


RESERVOIRS    AND    TANKS.  613 

panels  4  ft.  high.  A  panel  for  the  inner  face  of  the  wall  is 
shown  by  Fig,  282,  the  panel  for  the  outer  face  was  similar 
in  construction  but  was,  of  course,  concave  instead  of  convex. 
Enough  panels  of  each  kind  were  made  to  reach  entirely 
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around  the  tank.  The  inside  panels  were  bolted  at  the  ends 
to  the  uprights  of  the  bents ;  the  outside  panels  were  similarly 
lag  screwed  to  the  uprights  of  the  pier  and  pilaster  forms; 
Fig.   281    shows   the   holes   for  bolts   and   lag   screws.     The 
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Spaces  between  ends  of  inside  panels  in  front  of  th(i  bents  was 
closed  by  a  J4  x6-in.  steel  plate  the  full  height  of  the  wall; 
this  plate  was  bolted  to  the  bents  and  had  anchor  bolts  every 
3  ft.,  reaching  into  the  wall.  This  anchoring  of  the  plate  to 
the  wall  permitted  the  diagonal  bracing  of  the  bents  to  be 
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removed  to  allow  runways  to  be  laid  on  the  cross-pieces,  since 
the  plate  held  firmly  the  bent  post  to  which  it  was  bolted  as 
indicated  by  Fig.  283.  A  complete  circle  of  inside  and  outside 
forms  was  erected  and  filled,  then  the  forms  were  raised  3  ft. 
by  block  and  taclcle  from  cross  timbers  across  wall  between 
bent  and  pilaster  form,  and  this  depth  concreted  and  the 
forms  raised  again.  The  forms  were  oiled  on  the  faces  com- 
ing against  the  concrete.  It  took  about  half  a  day  to  raise 
and  set  a  complete  circle  of  forms.  The  concrete  was  mixed 
outside  the  tank  and  was  wheeled  up  inclines  and  dumped 
onto  runways  laid  on  the  cross  pieces  of  the  bents  and  then 
loaded  and  wheeled  to  place.  The  runway  was  raised  to  suc- 
cessive horizontals  as  the  work  progressed. 

Only  a  few  general  cost  figures  are  available.    The  labor  for 
mixing  and  placing  concrete  was  as  follows : 
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Pitt.    28S.— Sketch   ahowine   Filler   for   Jolnl   Between   Form   Panels. 

For  floor,  per  cu.  yd 34  hrs. 

For  walls,  per  cu.  yd 5.2  hrs. 

For  cornice,  per  cu.  yd 54  hrs. 

The  cost  of  unloading  the  reinforcing  steel  from  cars  and 
placing  it  in  the  structure  was  $7  per  ton,  or  0.35  ct.  per  lb. 
The  cost  of  form  lumber,  framing,  erecting  and  taking  down 
forms  was  9  cts.  per  square  foot  of  wall  covered. 

GAS  HOLDER  TANK,  NEW  YORK  CITY.— The  tank 
for  the  Central  Union  Gas  Co.'s  gas  holder  at  136th  St.  and 
Locust  Ave.  has  an  interior  diameter  of  189  ft.  and  a  depth 
of  41  ft.  6  ins.  The  exterior  wall  is  42  ft.  6  ins.  deep,  5  ft.  6 
ins.  thick  at  the  base  and  4  ft.  6  ins.  thick  at  the  top;-  con- 
centric with  it  and  11  ft.  6  in,  away  is  the  interior  wall  166  ft. 
in  external  diameter  and   16  ft.  6  ins.  high  with  a  uniform 
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thickness  of  2  ft.  6  ins.  The  bottom  of  the  tank  enclosed  by 
the  interior  wall  is  a  truncated  cone  whose  base  is  at  the  level 
of  the  wall  top.     Fig,  284  shows  the  arrangement. 

It  was  specified  that  the  diameter  of  this  tank  should  not 
vary  more  than  2  ins.  and  that  the  exterior  wail  should  not 
vary  more  than  i  in.  from  the  vertical.  The  main  form  was  a 
circular  drum  whose  exterior  face  formed  the  inner  face  of 
the  main  wall.  Its  framework  consisted  of  40  vertical  trusses 
or  radial  frames  6  ft.  deep  and  42  ft.  high  set  equidistant 
around  the  tank,  these  trusses  being  braced  together  on  both 
edges  by  circumferential  timbers.  Radial  horizontal  pieces 
nailed  across  the  radial  frames  and  projecting  beyond  their 
faces   carried  vertical   iron   guide   strips   against   which   the 


Fig.  264.— Section  of  Gas  Holder  Tank,  New  York  City, 
movable  panels  of  lagging  were  seated.  These  panels  were 
cylindrical  segments  5  ft.  high  and  long  enough  to  span  be- 
tween two  radial  frames  or  14  ft,  11^  ins.  The  panels  were 
adjusted  radially  by  wedges  to  give  %  in.  clearance  in  respect 
to  inner  face  of  wall ;  enough  of  them  were  made  to  form  a 
complete  circle  and  they  were  set  with  i-in.  clearance  be- 
tween vertical  edges  of  adjacent  panels  to  allow  for  swelling 
when  wetted. 

The  concrete  bottom  of  the  annular  space  between  walls 
was  first  constructed.  On  this  floor  were  set  6  x  6-in.  x  8-ft. 
sills  for  the  radial  frames ;  these  were  located  accurately  by 
transit.  The  radial  frames  were  then  set  on  the  sills  by  a 
derrick,  adjusted  to  exact  radial  position  by  a  measuring  wire 
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swiveled  to  the  center  point  of  the  tank  and  plumbed  by 
transit.  A  complete  circle  of  lagging  panels  was  then  ad- 
justed to  the  frames  at  the  bottom  of  the  trench.  For  con- 
creting, the  wall  was  divided  circumferentially  into  three  sec- 
tions. These  sections  were  separately  concreted  to  the  top  of 
the  lagging  panels,  that  is  to  a  height  of  5  ft.  After  the  con- 
crete had  set  48  hours  the  panels  were  hoisted  4  ft.,  so  that 
their  lower  edges  still  overlapped  the  concrete  12  ins.,  and 
another  ring  of  wall  was  concreted.  This  procedure  was  re- 
peated until  the  wall  was  completed.  The  back  of  the  wall 
was  formed  against  the  side  of  the  trench  where  possible  and 
in  other  places  against  rough  board  lagging  held  in  position 
in  any  convenient  way. 

For  handling  the  concrete,  four  equidistant  panels  of  the 
form  framework  were  converted  into  double  compartment 
elevator  shafts  providing  for  two  balanced  cars  controlled  by 
a  sheave  provided  with  a  friction  brake.  Three  mixers  sup- 
plied concrete  to  these  elevators.  Considering  a  single  ele- 
vator, two  barrows  of  concrete  were  wheeled  from  the  mixer 
onto  the  car  at  the  top  of  the  elevator  frame,  the  friction 
brake  was  released  and  the  loaded  car  descended  to  the  work 
hoisting  at  the  same  time  its  twin  car  loaded  with  two  empty 
barrows.  The  elevators  distributed  to  wheeling  platforms 
cantilevered  out  from  the  outer  face  of  the  framework  and 
located  successively  5  ft.,  15  ft.,  20  ft.,  etc.,  above  the  bottom 
of  the  trench.  On  these  platforms  the  concrete  was  dis- 
tributed as  required,  the  maximum  wheeling  distance  being 
never  over  one-eighth  the  circumference  of  the  tank.  The 
concrete  was  mixed  very  wet  and  deposited  in  6-in.  layers. 

The  inner  and  outer  surfaces  of  the  wall  were  both  painted 
with  two  coats  of  stiff  cement  grout  neat,  and  in  addition  the 
inner  surface  was  rubbed  smooth  by  carborundum  brick.  Re- 
garding this  finishing  work  Mr.  Howard  Bruce,  Engineer  of 
Construction,  writes: 

"The  scouring  was  done  on  each  section  of  the  wall  imme- 
diately after  the  forms  supporting  these  sections  had  been 
removed.  The  object  was  to  rub  this  interior  surface  with 
carborundum  before  the  surface  of  the  concrete  had  taken  its 
final  set.  By  rubbing  the  concrete  at  this  stage  and  at  the 
same  time  applying  witu  a  brush  a  coating  of  neat  cement 
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grout,  we  believe  the  face  of  the  concrete  was  made  more  or 
less  impermeable,  as  examination  shows  the  pores  of  the 
concrete  are  very  largely  filled  up.  We  have  no  accurate 
figures  as  to  the  cost  per  square  yard  of  this  treatment,  but 
one  can  readily  see  that  this  cost  would  be  insignificant  as 
compared  with  the  possible  improvement  of  the  work.  The 
carborundum  brick  was  selected  on  account  of  its  hardness. 
I  believe  practically  any  stone  would  answer  the  same  pur- 
pose. In  addition  to  filling  the  pores  of  the  concrete,  this 
treatment  gives  the  surface  a  good  smooth  finish." 

LINING  A  RESERVOIR,  QUINCY,  MASS.— The  follow- 
ing methods  and  costs  are  given  by  Mr.  C.  M.  Saville,  M.  Am. 
Soc.  C.  E.,  for  lining  the  Forbes  Hill  Reservoir  at  Quincy, 
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Fig.   285.— Section   of  Reservoir  Ldnlnsr,   Quincy,   Mass. 


Mass.     This  reservoir  is  100x280  ft.  on  the  floor,  with  side 
slopes  of  I  on  1.75,  and  was  built  by  contract  in  1900-1901. 

Figure  285  is  a  section  of  the  concrete  lining;  the  bottom 
layer  for  the  floor  was  a  I-2-5  natural  cement  concrete,  and  for 
the  sides  a  1-2^-6^  Portland  cement  concrete;  the  top 
layer  on  both  floor  and  sides  was  a  1-2^-4  Portland  cement 
concrete;  2^-in.  stone  was  the  maximum  size  allowed  in  any 
concrete  and  ly^-in,  the  maximum  allowed  in  the  top  layer. 
Smaller  stone  was  used  for  special  surface  work,  as  noted 
further  on.  The  stone  was  cobbles  turned  up  in  the  exca- 
vation work  and  had  to  be  gathered  from  scattered  piles  and 
washed  before  crushing.  A  9x15  Farrel  crusher,  operated 
by  a  12  HP.  engine  did  the  crushing;  it  was  rated  at  125  tons 
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a  day,  but  averaged  only  about  40  tons.  The  fine  dust  was 
screened  out  and  the  remainder  discharged  into  a  30-cu.  yd., 
three-compartment  bin,  one  compartment  for  stone  less  than 
i>4  ins.,  another  for  1^2  to  2j/^-in.  stone  and  a  third  for 
returns.  '  The  stone  had  46  per  cent,  voids  and  weighed  95  lbs. 
per  cu.  ft.  The  sand  was  of  excellent  quality.  Atlas  and 
Beach's  Portland  and  Hoffman  natural  cement  were  used. 

All  concrete  was  mixed  and  placed  by  hand,  the  concrete 
gang  consisting  generally  of  i  sub-foreman,  2  men  measuring 
materials,  2  men  mixing  mortar,  3  men  turning  concrete  three 
times,  3  men  wheeling  concrete,  i  man  placing  concrete  and 
2  men  ramming  concrete.  Two  gangs  were  ordinarily  em- 
ployed, each  mixing  and  placing  about  20  cu.  yds.  per  day,  or 
1.43  cu.  yds.  per  man  per  day.  The  materials  (sand  and  stone) 
were  measured  in  bottomless  boxes,  the  following  sizes  being 
used : 

— Sand  Box —  — Stone  Box — 

Prop,  of  Mix.                Size.         Vol.  cu.  ft.  Size.     Vol.  cu.  ft. 

i-2j^-4*   2'9"x2'xi'8"          9.25  5'x4'5i/i''         14.8 

1-3-6*   2'9"x2'x2'            I  I.I  5'x6'8''            22,2 

1-2-5  2'9''x2'xiV       7.4       s'xe'e^''      18.5 

1-25/2-63/$ 2'9"x2'xi'8''  9.25        5'x/2y2''        24.05 

^Theae  mixtures  were  used  for  gate  house  and  standplpe  foundation  work. 

The  bottom  layer  was  placed  in  a  continuous  sheet ;  the  top 
layer  was  laid  in  lo-ft.  squares  on  the  floor  and  in  8  x  lo-ft. 
squares  on  the  sides;  these  squares  alternated  in  both  direc- 
tions, one-half  being  first  laid  and  allowed  to  set.  In  laying 
the  sides  the  surface  was  left  i  in.  low  and  then  before  the 
concrete  had  set  was  brought  to  plane  by  a  i-in.  layer  of 
i-2j^^4  mixture  using  stone  and  stone  dust  less  than  }i  in. 
The  concrete  for  the  floor  was  mixed  rather  wet  and  rammed 
until  it  quaked ;  on  the  sides  a  drier  mixture  was  necessary  tc 
prevent  flow.  The  cost  of  the  lining  concrete  was  as 
follows : 
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Bottom  Layer  on  Floor:    1-2-5  Mixture: 

1.25  bbls.  natural  cement  at  $1.08 $1,350 

0.34  cu.  yd.  sand   at  $1.02 0.347 

0.86  cu.  yd.  stone  at  $1.57 i-350 

4y2  ft.  B.  M.  lumber  at  $20  per  M O.090 

Labor,   on   forms o.  100 

Labor  mixing  and   placing    1. 170 

Labor  general  expenses    0.080 

Total    $4,487 

Bottom  Layer  on  Sides:    i-2j/<-6j/$  Mixture: 

1.08  bbl.  Portland  cement  at  $1.53 .$1,652 

0.37  cu.  yd.  sand  at  $1.02 0.377 

0.96  cu.  yd.  sone   at  $1.57 i-507 

Lumber  for  forms  (about  i  ft.  B.  M.)  at  $20 0.016 

Labor,  on  forms 0.121 

Labor,  mixing  and  placing • 121 3 

Labor,  general  expenses   0.177 

Total    $5,063 

Top  Layer  on  Floor  and  Sides:     1-2^-4  Mixture: 

1.37  bbls.   Portland  cement  at  $1.53 $2.09 

0.47  cu.  yd.  sand  at  $1.02 0.48 

0.75  cu.  yd.  stone  at  $1.57 1.17 

I2>4  ft.  B.  M.  form  lumber  at  $20  per  M 0.25 

Labor,  on  forms   0.26 

Labor,  mixing  and   placing    1-530 

Labor,  general  expenses   .0.150 

Total    $5.93 

The  side  finish  with  1-2^-4  concrete  of  J^-in.  stone  cost 
$0,154  per  sq.  yd.  i  in.  thick.  This  work  was  done  by  a  gang 
of  3  plasterers  and  3  helpers. 

The  layer  of  plaster  between  the  concrete  layers  was  put 
down  on  4-ft.  strips  and  finished  similarly  to  the  surface  of  a 
granolithic  walk.  This  layer  consisted  of  1-2  mortar  fin- 
ished with  a  4-1  mortar.  To  keep  the  plaster  from  cracking  it 
was  covered  with  strips  of  coarse  burlap  soaked  in  water; 
this  precaution  was  not  entirely  successful,  some  cracks  ap- 
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peared  and  had  to  be  grouted.  Three  gangs,  each  consisting 
of  I  plasterer  and  i  helper,  did  the  plastering,  each  gang  lay- 
ing about  700  sq.  yds.  per  day.  The  cost  of  the  plaster  layer 
was  as  follows: 

« 

Item.                         Per  100  sq.  ft.  Per  sq.  yd.  Per  cu.  yd. 

Cement  at  $1.53 $1.15  $0,103  $7.42 

Sand  at  $1.02 0.13  0.012  0.86 

Burlap    0.02  0.002  0.14 

Labor   0.92  0.083  6.00 

Totals  $2.22  $0,200  $14.42 

It  will  be  noted  that  it  took  over  5  bbls.  of  cement  per  cubic 
yard,  and  that  the  labor  cost  was  $6  per  cubic  yard. 

RELINING  A  RESERVOIR,  CHELSEA,  MASS.— The 
following  account  of  relining  the  Powder  Horn  Hill  Reser- 
voir at  Chelsea,  Mass.,  is  taken  from  a  paper  by  Mr.  C.  M. 
Saville.  This  reservoir  which  holds  about  1,000,000  gallons  is 
oval  in  shape,  98  x  175  ft.  at  the  top,  68  x  148  ft.  at  the  bottom 
and  15  ft.  deep,  with  side  slopes  about  i  on  i.  The  work  was 
done  by  day  labor.  For  sake  of  completeness  the  costs  of 
excavation  and  back-filling  are  given  here  as  well  as  the  con- 
crete costs. 

The  top  of  the  bank  was  too  narrow  to  allow  the  use  of 
carts  and  an  i8-in.  gage  railroad  was  decided  upon  as  most 
convenient  for  handling  materials.  A  65-ft.  boom  derrick  with 
a  70-ft.  mast  was  used  for  removing  the  excavated  material 
and  for  depositing  concrete.  The  derrick  was  operated  by  a 
15-h.p.  double  drum  hoisting  engine,  was  held  in  place  by  six 
wire  guy  ropes,  and  had  a  reach  such  that  only  one  moving 
was  necessary  after  it  was  placed.  The  engine  and  derrick 
were  set  up  on  the  floor  of  the  reservoir,  and  the  work  of 
excavation  was  begun  at  about  the  middle  of  the  south  side. 
In  order  to  facilitate  the  work,  a  platform  supported  on  A 
frames  was  set  up.  These  frames  were  spaced  about  15  ft. 
apart  and  rested  on  the  bottom  and  slope  of  the  reservoir, 
being  held  in  place  by  bolts  driven  into  the  floor. 

The  paving  blocks  on  the  top  of  the  slope  were  removed  and 
piled  up  to  be  taken  away.  The  old  lining  and  the  material 
excavated  from  the  bank  were  shoveled  into  the  scale  pan  of 
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%  eacA  cic  ^^^  derrick,  hoisted  to  the  cars  on  the  top  of  the  bank,  and 

^,  cacA  a:  then  run  by  gravity  to  a  dump  a  short  distance  down  the  hill- 

thepk.'  side.    Here  the  cars  were  run  out  on  a  roygh  trestle,  the  load 

dumped,  and  the  empties  hauled  back  to  the  work  by  a  rope 
,   p  carried  through  pulleys  to  the  winch  head  on  the  hoisting 

^"^    "";  drun)  of  the  engine. 

For  the  storage  of  some  of  the  materials,  two  small  portable 

storehouses  were  set  up — one  8  x  10x7  ft.,  the  other  11  x  i6x 

7  ft.     The  bulky  portions,  such  as  cement,  sand,  and  stone, 

^  were  delivered  as  necessary,  a  few  days'  supply  only  being 

^-  kept  on  hand.    A  branch  from  the  railroad  was  so  arranged 

itpffr.  that  it  passed  the  storehouses  and  stone  piles,  while  the  sand 

i  was  piled  close  to  the  concrete  mixing  board.    The  intention 

icc^'  on  the  work  was  to  do  nothing  by  hand  that  could  possibly  be 

...  r,  done  by  steam,  except  that  all  of  the  concrete  was  mixed  by 

,   -^  hand.    As  great  a  proportion  of  water  was  used  as  could  be 

y._  done  without  causing  the  material  to  slide  when  rammed  in 

/\\  place. 

wkr^-  The  lower  layer  of  concrete  was  of  the  proportion  by  vol- 

ysti  ume  of  i  cement,  2^  sand,  and  63^  crushed  stone  (sizes  from 

ecCr  ^  to  i^  ins.).     This  was  rather  a  lean  mixture,  and  as  it 

could  not  be  rammed  enough  to  flush  all  over,  the  surface  was 
finished  where  necessary  by  a  thick  mortar  made  in  the  pro- 
portion of  I  cement  to  6  sand,  and  applied  with  heavy  brushes. 
jt.^  Before  placing  any  of  the  concrete,  the  bank  back  of  the  old 

concrete  left  in  place  was  thoroughly  rammed  with  iron 
railroad  tampers,  and  the  edge  of  the  old  concrete  was 
scrubbed  with  water  and  a  stiff  brush  and  then  coated  with 
I  to  4  grout,  which  was  allowed  to  fill  in  the  angle  between 
the  concrete  and  the  slope.  Just  before  placing  the  concrete 
the  earth  bank  was  well  wet  in  order  that  moisture  might  not 
be  drawn  from  the  concrete  while  it  was  soft. 

In  order  to  make  the  new  lining  as  waterproof  as  possible, 
a  layer  of  asphalt  was  placed  on  top  of  the  lower  layer  of  con- 
crete and  brought  up  on  the  exposed  edge  of  the  old  layer 
at  the  bottom  of  the  new  work.  This,  it  was  expected  would 
make  an  elastic  and  watertight  joint  between  the  new  and  the 
old  work. 


■I 
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Venezuela  asphalt,  "Crystal  Brand,"  was  used,  being  poured 
upon  the  top  of  the  concrete  layer  and  allowed  to  run  down 
the  slope,  care  being  taken  that  the  concrete  was  entirely  and 
perfectly  covered.  After  the  first  layer  of  asphalt  was  cool, 
a  second  layer  was  similarly  applied,  and  the  resulting  sheet 
was  about  J4  ^^-  thick.  Any  inclination  to  crawl  down  the 
slope  when  exposed  to  the  sun  was  readily  stopped  by  ;:hrow- 
ing  on  a  pailful  of  cold  water.  A  most  particular  part  of  this 
work  was  to  get  the  asphalt  as  hot  and  liquid  as  possible  and 
yet  not  burn  it.  All  of  the  concrete  was  protected  from  the 
sun  and  kept  damp  by  being  covered  with  strips  of  burlap, 
which  were  moistened  by  sprinkling. 

The  vpper  layer  of  concrete  was  composed  of  a  much  richer 
mixture  of  concrete  than  that  used  in  the  bottom  layer,  the 
proportions  by  volume  being  i  cement,  ij4  sand,  i^  stone 
dust,  and  4  broken  stone  of  the  sizes  mentioned  above.  On 
account  of  the  steep  slope  it  was  possible  to  do  only  a  little 
ramming,  and  the  material  was  laid  as  wet  as  possible.  To 
make  this  layer  more  impervious  and  also  to  obtain  a  smooth 
surface,  the  concrete  was  left  about  an  inch  below  and  a 
finish  coat  applied  by  expert  granolithic  finishers.  This  coat- 
ing was  applied  as  soon  as  it  was  possible  to  do  so  after  the 
main  layer  was  in  place,  but  on  account  of  the  steepness  and 
the  liability  of  the  wet  concrete  to  flow,  care  had  to  be  taken 
not  to  begin  work  too  soon. 

The  top  finishing  coat  was  made  in  the  proportion  of  i  part 
cement,  i^  part  sand,  and  3J/S  parts  stone  dust.  In  order 
to  help  in  bonding,  the  last  ramming  on  the  concrete  was  done 
with  rammers  studded  with  pieces  of  iron  about  I  in.  long 
and  Yz  in.  deep. 

The  finishing  was  done  in  three  operations:  The  material 
was  spread  on  the  concrete  and  thoroughly  worked  into  it  by 
the  finishers,  using  rough  Wooden  floats;  after  this  it  was 
gone  over  and  partially  smoothed  down  with  a  thin  steel  float ; 
and  finally  it  was  worked  to  give  the  finished  appearance  and 
an  impervious  surface. 

The  under  layer  of  concrete  was  placed  in  a  continuous 
sheet.  The  upper  layer  was  put  down  in  alternate  strips,  10 
ft.  long  (the  whole  length  of  the  layer)  and  5  ft.  wide.  These 
blocks  were  built  up  in  forms,  which  were  not  removed  until 
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the  concrete  had  set.  Finally,  the  back  or  edge  of  the  block 
toward  the  bank  was  well  wet  and  thoroughly  plastered,  to 
prevent,  as  far  as  possible,  the  infiltration  of  any  water. 
The  plaster  was  mixed  in  the  proportion  of  i  part  cement 
to  4  parts  sand.  When  the  forms  were  wholly  removed,  the 
space  between  the  concrete  and  the  bank  was  refilled,  to 
within  about  6  ins.  of  the  top,  with  a  clayey  material  pre- 
viously excavated,  and  the  space  was  filled  and  graded  to  the 
top  of  the  bank  with  loam.  During  the  work  two  holidays 
intervened;  the  men  were  also  transported  to  and  from  the 
work.  Charges  were  made  for  these  items,  amounting  to 
$209.77,  ^"d  this  sum,  together  with  the  cost  of  installing  the 
plant  ($716.03)  are  oroportionally  charged  against  the  work 
as  follows: 

Per  cent.  Total.         Per  cu.  yd. 

Excavation    70.3  $651  $2.17 

Lower  concrete   12  iii  1.16 

Upper    concrete    15.4  143  1. 11 

Back  fill    2.3  21  .28 

The  detailed  cost  of  repairing  the  reservoir  lining  is  given 
in  the  following  tabulations: 

Excavation. 

Rate.     Per  cu.  yd. 

Foreman   9  5/9  days  $4.00  $0.13 

Engineman    1....   12  3/9  days  3.00  .12 

Carpenter   2        days  2.67  .02 

Laborers    9  6/9  days  2.25  .07 

Laborers    no  2/9  days  2.00  .73 

Laborers  46  5/9  days  1.75  .27 

Derrick    12  3/9  days  3.75  .15 

Rails  and  cars 11  2/9  days  0.40  .02 

Stove  coal 3.05  tons  6.50  .07 

Egg  coal  .95  tons  6.25  .02 

Total,  300  cu.  yds $1.60 

Estimated  proportionate  charge  for  plant  installation  and 
holidays    2.17 

Grand  total $3-77 
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Lower  Layer  Concrete. 

y      Rate.     Per  cu.  yd. 

Foreman  3  7/9  days  $4.00  $0.16 

Engineer        2  3/9  days  3.00  0.07 

Carpenters    7        days  2.67  0.20 

Laborers    1 7/9  days  2.25  0.06 

Laborers  89        days  2.00  1.87 

Laborers  4        days  1.75  0.07 

Derrick  and  engine 2  3/9  days  3.75  0.08 

Rails  and  cars I . . . .     2  2/9  days  0.40  o.oi 

Cement   106^  bbls.  1.35  1.50 

Sand   37.4  cu.  yds.  i.io  0.43 

Broken  stone  1 17.9  tons  1.35  1.67 

Egg  coal 41  tons  6.25  0.03 

Lumber    1.3  M.  ft.  21.00  0.28 

Total,  95.5  cu.  yds $6.43 

Estimated  proportionate  charge  for  plant  installation  and 
holidays    1.16 

Grand  total  $7-59 

Upper  Layer  Concrete. 

Rate.     Per  cu.  yd. 

Foreman    ^  6  7/9  days  $4.00  $0.21 

Engineer    i  8/9  days  3.00  0.04 

Carpenter    18  5/9  days  2.67  0.38 

Laborers  i  7/9  days  2.25  0.03 

Laborers 119  5/9  days  2.00  1.85 

Derrick  and  engine i  8/9  days  3.75  0.05 

Rails  and  cars 8  3/9  days  0.40  0.03 

Cement I76>4  bbls.  1.35  1.86 

Sand 30.2  cu.  yds.  i.io  0.26 

Stone  dust    41.6  tons  1.50  0.48 

Broken  stone 122.8  tons  1.35  1.28 

Egg  coal   .2  tons  6.25  0.00 

Lumber   4M.  ft.  21.00  0.65 

Burlap    300  yds.  0.04J4  o.io 

Nails  170  lbs.  0.05  0.03 

Total,  129.2  cu.  yds $7.25 
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Estimated  proportionate  charge  for  plant  installation  and 
holidays    i.i  i 

Grand  total $8.36 

Back  Plaster. 

Rate.         Per  sq.  yd. 

Plasterer    3  8/9  days  $5.40  $o.o8>^ 

Plasterer    8/9  days  6.00                0.02 

Plasterer    5  5/9  days  4.50                0.09 

Laborers 9  3/9  days  2.25                0.08J/2 

Laborers 3/9  days  2.00                0.00  • 

Cement   6bbls.  1.35                0.03 

Sand    3.3  cu.  yds.  i.io               o.oi 

Total,  262  sq.  yds $0.32 

Surfacing. 

Rate.     Per  sq.  yd. 

Plasterer 7  6/9  days  $5.40  $0.09 

Plasterer 2  1/9  days  6.00  0.03 

Plasterer    9  4/9  days  4.50  0.09 

Laborers 12  8/9  days  2.25  0.06 

Laborers 2  4/9  days  2.00  o.oi 

Cement   22i/4bbls.  1.35  0.06 

Sand   5.07  cu.  yds.  i.io  0.02 

Stone  dust  14  tons  1.50  0.04 

Total,  460  sq.  yds $0.40 

Asphalt. 

Rate.         Per  sq.  yd. 

Foreman    1/9  day  $4.00  $0.00 

Asphalt  man   11         days  2.00                0.05 

Laborers 6        days  2.00                o,02yi 

Asphalt  kettle 11         days  1.50                0.03 >^ 

Asphalt 3.9     tons  30.00               0.25 

Asphalt  mops  3.00               o.Oi 

Total,  464  sq.  yds $o»37 
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Back  Filling. 

Rate.     Per  cu.  yd. 

Foreman i  3/9  days  $4.00  $0.07 

Laborers  23  3/9  days  2.00  0.62 

Laborers    9        days  1.75  0.21 

Rails  and  cars 2  2/9  days  0.40  0.02 

Loam    .....27  5/9  cu.  yds.  1.25  046 

Total,  75  cu,  yds $1.38 

Estimated  proportionate  charge  for  installing  plant  and 

•'  holidays   $0.28 

Grand  total .$1.66 

« 

Installing  Plant. 

Total. 

Foreman   15  4/9  days  $4.00  $  61.78 

Sub-foreman    i         day  3.00  3.00 

Engineer 8  4/9  days  3.00  25.33 

Carpenter   3         days  2.67  8.00 

Watchman  . , 42        days  2.00  84.00 

Laborers 17  4/9  days  2.25  38.36 

Laborers    149  8/9  days  2.00  299.78 

Double  team   10  1/2  days  5.00  52.50 

Singe  team 6        days  2.00  12.00 

Single  team i         day  3.50  3.50 

Teaming  (total)   ....  53-00 

Derrick  and  engine 11  4/9  days  3.75  49*92 

Rails  and  cars 8  2/9  days  0.40  3.29 

Broken  stone 7.05  tons  1.35  9.52 

Egg  coal 6   ton   '  6.25  3.75 

Kerosene    30  gal.  o.i i  3.30 

Oil   - 4  gal.  0.25  i.oo 

Spikes    ; 220  lbs.  0.05  I  i.oo 

Total $723.03 

The  cost  of  the  concrete  work  in  the  lower  and  upper  layers 
can  be  still  further  detailed  as  shown  below: 
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Lower  Layer  Concrete. 
95.5  cu.  yds.,  1-2^-63/^  concrete. 
Materials..  Rate.     Per  cu.  yd. 

Atlas  cement   i.ii       bbl.            $1-35  $1.50 

Sand    39  cu.  yd.              i.io  0.43 

Broken  stone  (.97  cu.  yd.)     1.23     tons              1.35  1.66 

Miscellaneous,  plant,  coal,  etc 1.28 

Labor : 

Mixing  and  placing $2.09 

Carpenter  work  on  forms  at  $24.00  per  M 34 


Total  per  cu.  yd.  in  place $7.30 

Upper  Layer  Concrete. 
129.2  cu.  yds.,  i-ii4-iK"4  concrete. 
Materials :  Rate.     Per  cu.  yd. 

Atlas  cement   1.37      bbl. 

Sand 24  cu.  yd. 

Stone  dust  (.2§  cu.  yd.)  ...       .32       ton 
Broken  stone  (.75  cu.  yd.)       .96      ton 

Lumber 031   M.  ft. 

Miscellaneous,  plant,  etc 1.32 

Labor : 

Mixing  and  placing   1.85 

Carpenter  work  on  forms  at  $21.00  per  M 0.66 


$1-35 

$1.85 

I.IO 

0.26 

1.50 

0.48 

1.35 

1.30 

21.00 

0.65 

Total  per  cu.  yd.  in  place $8.37 

The  following  approximate  labor  costs  are  also  given : 
Transporting,  erecting  and  removing  derrick,  $260.85.  Equiva- 
lent time:  Foreman,  6  days;  engineer,  4  days;  laborer,  85 
days. 

Transporting,  laying  and  removing  track,  $125.03.  Equiva- 
lent time :    Foreman,  4  days ;   laborer,  40  days. 

Caring  for  dump  and  disposing  of  surplus  by  rough  grading, 
$70.28.     Equivalent  time:     Foreman,  i  day;   laborer,  33  days. 

The  total  cost  of  the  work  was  $3,503.66,  divided  up  as 
follows : 
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Excavation  $  480.79 

Lower  layer  concrete  614.15 

Upper  layer  concrete 937-94 

Back  plaster 84.73 

Surfacing 186.04 

Asphalting    170.94 

Back  filling 103.27 

Installing  plant 716.93 

Transpbrtation  and  holidays 209.77 

Grand  total $3,503.66 

LINING  JEROME  PARK  RESERVOIR— The  bottom  of 
the  reservoir  that  was  lined  covered  250  acres,  and  the  con- 
crete lining  was  6  ins.  thick.  The  lining  was  laid  in  alternate 
strips  16  ft.  wide  between  forms  set  to  grade.  The  concrete 
was  mixed  in  18  Ransome  mixers  provided  with  charging  hop- 
pers and  mounted  on  trucks  without  boilers.  Steam  was  sup- 
plied to  the  mixer  engines  from  the  boilers  of  the  contractor's 
locomotives.  One  locomotive  supplied  steam  for  three  or  four 
mixers.  Tracks  were  laid  in  parallel  lines  across  the  reservoir 
bottom  from  150  to  200  ft.  apart.  Sand  and  stone  were  hauled 
in  on  these  tracks.  The  sand  was  dumped  in  stock  piles  at  in- 
tervals ;  the  stone  was  shoveled  from  the  cars  directly  into  the 
charging  hopper  and  the  sand  was  delivered  by  wheelbarrows 
to  the  same  hopper.  Four  men  shoveled  the  stone  for  each 
mixer.  To  deliver  the  concrete  from  the  mixer  to  the  work 
required  six  men  with  wheelbarrows.  Two  men  leveled  off 
the  concrete  discharged  by  the  barrows  and  two  other  men 
floated  the  surface  by  means  of  a  straight-edge  spanning  the 
i6-ft.  strips  and  riding  on  the  forms.  By  using  a  wet  but  not 
sloppy  concrete  and  moving  the  straight-edge  back  and  forth  * 
a  good  surface  was  secured.  The  gang  mixing  ?.nd  placing 
consisted  of  20  men  for  each  mixer  and  18  gangs  laid  ap- 
proximately iJ/2  acres  per  lo-hour  day.  The  gang  organiza- 
tion and  wages  were  as  follows : 
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Item.  Per  10  hours. 

4  men  shoveling  stone  at  $1.50 $  6.00 

2  men  wheeling  sand  at  $1.50 3.00 

2  men  delivering  cement  at  $1.50 3.00 

I  man  dumping  mixer  at  $1.50 1.50 

1  man  tending  engine  and  water  at  $1.50 1.50 

6  men  wheeling  concrete  at  $1.50 9.00 

2  men  spreading  concrete  at  $1.50 3.00 

2  men  leveling  concrete  at  $1.50 3.00 

I  foreman    3.00 

Total  per  day $33.00 

These  costs  do  not  include  the  fraction  of  a  day's  labor  for 
fireman  or  the  cost  of  fueL 

RESERVOIR  FLOOR,  CANTON,  ILL.— The  following 
costs  are  given  by  Mr.  G.  W.  Chandler  for  lining  the  bottom  of 
a  160  X  8o-ft.  reservoir  with  corners  of  20-ft.  radius  and  vertical 
brick  sidewalls,  A  i-3j4-7^  crushed  stone  concrete  was 
used ;  it  was  mixed  by  hand  in  batches  of  2.7  cu.  ft.  cement,  9 
cu.  ft.  sand  and  20]/^  cu.  ft.  stone.  The  sand  and  stone  were 
measured  separately,  the  sand  and  cement  mixed  dry,  then 
shoveled  into  a  pile  with  the  rock,  well  wetted,  shoveled  over 
again  and  then  shoveled  into  wheelbarrows.  The  stone  had  40 
per  cent,  voids  and  the  sand  30  per  cent,  voids.  The  lining 
was  10  ins.  thick  including  a  ^-in.  coat  of  i-2j4  mortar  spread 
and  worked  smooth  with  a  tr'owel.  The  cost  per  cubic  yard 
of  the  lining  in  place  was  as  follows: 

0.856  bbl.  cement  at  $2.50 $2.14 

lo.i  bu.  sand  (100  lbs.  per  bu.)  at  5^  cts 0.58 

0.857  c"-  yd-  stone  at  $2.17 1.86 

Labor,  mixing  and  placing  at  19  cts.  per  hr 0.80 

Total    $5.38 

RESERVOIR  FLOOR,  PITTSBURG,  PA.— The  follow- 
ing methods  and  costs  of  laying  a  reservoir  floor  are  given 
by  Mr.  Emile  Low,  M.  Am.  Soc.  C.  E.,  for  the  Hiland  Reser- 
voir constructed  at  Pittsburg,  Pa.,  in  1884,  by  contract.  There 
were  7,681  cu.  yds.  of  concrete  in  the  floor  which  was  5  ins. 
thick  and  laid  on  a  clay  puddle  foundation. 
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Natural  cement  costing  $1.35  per  barrel  was  used.  The 
broken  stone  varied  in  weight  from  147  to  152  lbs.  per  cu.  ft. ; 
it  was  quarried  and  hauled  20  miles  by  rail  and  then  unloaded 
into  small  cars  and  hauled  yi  mile  to  the  reservoir.  The  cost 
of  the  stone  per  cubic  yard  delivered  was : 

Quarrying,  per  cu.  yd $04S 

Breaking,  per  cu.  yd 0.35 

Transporting,   per  cu.   yd 0.50 

Total    $1.30 

The  sand  was  "obtained  on  the  site  at  the  cost  of  excavation, 
or  ij4  cts.  per  bushel. 

The  method  of  proportioning  and  mixing  the  concrete  was 
as  follows :  Platforms  10  x  16  ft.  of  2-in.  plank  were  laid  on 
the  puddle  foundation  and  by  these  were  set  5x4xij4-ft. 
boxes  on  legs.  Into  these  boxes  i  bbl.  of  cement  and  2  bbls. 
of  sand  were  emptied  and  thoroughly  mixed  dry,  then  mixed 
with  water  to  a  thin  grout.  Five  barrels  of  stone  were  placed 
on  the  platform  and  thoroughly  wetted;  the  grout  was  then 
emptied  over  the  stone  and  the  two  turned  over  three  times 
with  shovels.  The  concrete  was  rammed  until  the  mortar 
flushed  to  the  surface.  The  foUowing  costs  cover  various 
periods  as  follows : 

Two  Days  Work  (loi  cu.  yds.):      Total.  Percu.  yd. 

27  laborers,  2  days,  at  $1.25 $72.90  $0.7217 

I  foreman,  2  days,  at  $2.50 5.00  0.0495 


Total    $77.90  $0.7712 

One  Month's  Work  (1,302  cu.  yds.) : 

642  days,  laborers,  at  $1.35 $   866.70  $0.6649 

17  days,  water  boy,  at  $0.60 10.20  0.0078 

22  days,  foreman,  at  $2.50 55-00  0.0421 


Total $931.90  $0.7148 
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Total  Work  (7,861  cu.  yds.)  : 

Quarrying  stone    •  • $045 

Transporting  stone 0.50 

Breaking  stone 0.35 

I  1-3  bbl.  natural  cement 1.80 

8  bu.  sand o.io 

Water 0.05 

Labor  mixing  and  laying  at  $1.25 0.75 

Incidentals 0.05 

Total $4.05 

The  contract  price  was  $6  per  cu.  yd. 


Fig.  286.— Form  for  Constructing  Silo. 

CONSTRUCTING  A  SILO.— The  form  construction 
shown  in  Fig.  286  was  employed  in  building  a  silo  28  ft.  high, 
22  ft.  3  ins.  interior  diameter,  and  having  6-in.  walls.  The 
bottom  of  the  silo  was  made  9  ins.  thick  and  set  2  ft.  below  the 
surface.  The  reinforcement  consisted  of  ten  2J/2  x  3/16-in. 
rings  spaced  equally  in  the  lower  half  and  of  woven  wire 
fencing  in  the  upper  half.  The  iron  rings  were  hoops  re- 
moved from  an  old  wooden  silo.  The  concrete  was  a  1-6 
mixture  of  Portland  cement  and  sandy  gravel.  Figure  286  is 
a  section  through  the  forms.  There  were  twenty  T-shaped 
posts,  which  extended  perpendicularly  from  the  ground 
to  a  height  of  28  ft.,  being  secured  at  top  and  bottom 
by  a  system  of  guy  ropes  and  posts.  The  rings,  of  which 
there  are  four,  two  inside  and  two  outside,  were  built  of 
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weather  boards  with  their  edges  reversed.  Four  thicknesses 
of  board  were  used  in  each  ring.  The  curbing  consisted 
of  2x8-in.  sticks  4  ft.  long.  Wedges  driven  between  the 
vertical  posts  and  the  rings  held  the  latter  in  place.  When 
the  forms  were  to  be  removed  the  wedges  were  knocked  out 
and  the  rings  sprung  enough  to  permit  the  removal  of  the 
curbing.  The  rings  were  then  pushed  up  and  fastened  in  place 
for  another  section.  The  average  rate  of  progress  was  one 
4-ft.  section  per  day.  The  forms  were  filled  in  the  afternoon 
and  moved  up  the  following  forenoon.  Five-foot  sections 
could  have  been  built  just  as  readily. 

The  work  was  all  done  by  farm  laborers  hired  by  the  month 
and  100  man-days  of  such  labor  were  required,  excluding 
seven  days  work  of  a  mason  brushing  and  troweling  the  sur- 
face. The  cost  of  the  work,  not  including  the  old  hoop  iron 
or  the  old  lumber  used  in  forms,  was  as  follows: 

Item.  Total.        Per  cu.  yd. 

Cement $100.00  $2.62 

Gravel  and  sand  3S«oo  0.92 

I  20-rod  roll  of  fencing 5.20  o.oi 

New  lumber 18.00  0.47 

100  days  labor  at  $1.75 175.00  4.60 

7  days  mason  troweling  at  $3.50. . .  24.50  0.64 

Total,  38.2  cu.  yds ?35770  $926 

The  external  area  of  the  silo  is  1,950  sq.  ft.,  which  makes 
the  cost  of  brushing  and  troweling  ij4  cts.  per  sq.  ft.  There 
were  about  2,300  ft.  B.  M.  of  lumber  used  in  the  forms,  or 
about  61  ft.  B.  M.  per  cu.  yd.  of  concrete. 

GROINED  ARCH  RESERVOIR  ROOF.— The  following 
data  are  given  by  Mr.  Allen  Hazen  and  Mr.  William  B.  Fuller, 
in  Trans.  Am.  Soc.  C.  E.  1904..  The  concrete  was  mixed  in 
5-ft.  cubical  mixers  in  batches  of  1.6  cu.  yds.  at  the  rate  of  200 
cu.  yds.  per  mixer  day.  One  barrel  of  cement,  380  lbs.  net, 
assumed  to  be  3.8  cu.  ft.,  was  mixed  with  three  volumes  of 
sand  weighing  90  lbs.  per  cu.  ft.,  and  five  volumes  of  gravel 
weighing  100  lbs.  per  cu.  ft.  and  having  40  per  cent,  voids. 
On  the  average  1.26  bbls.  of  cement  were  required  per  cu. 
yd.    The  conveying  plant  consisted  of  two  trestles  (each  900 
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ft.  long)  730  ft.  apart,  supporting  four  cableways.  The  cables 
were  attached  to  carriages,  which  ran  on  I-beams  On  the  top 
of  the  trestles.  Rope  drives  were  used  to  shift  the  cableways 
along  the  trestle.  Three-ton  loads  were  handled  in  each  skip. 
The  installation  of  this  plant  was  .slow,  and  its  carrying  capac- 
ity was  less  than  expected.  It  was  found  best  to  deliver  the 
skips  of  concrete  to  the  cableway  on  small  railway  track, 
although  the  original  plan  had  been  to  move  the  cableways 
horizontally  along  the  trestle  at  the  same  time  that  the  skip 
was  traveling. 

The  cost  of  mixing  and  placing  the  concrete  was  as  follows : 

Per  cu.  yd. 

Measuring,  mixing  and  loading $0.20 

Transporting  by  rail  and  cables 0.12 

Laying  and  tamping  floors  and  walls  including  setting 
forms   0.22 

Total $0.54 

The  cost  of  laying  and  tamping  the  concrete  on  the  vaulting 
was  14  cts.  per  cu.  yd.  The  vaulting  is  a  groined  arch  6  ins. 
thick  at  the  crown  and  2j/$  ft.  thick  at  the  piers. 

The  lumber  of  the  centering  for  the  vaulting  was  spruce 
for  the  ribs  and  posts,  and  i-in.  hemlock  for  the  lagging. 
The  centering  was  all  cut  by  machinery,  the  ribs  put  to- 
gether to  a  template,  and  the  lagging  sawed  to  proper  bevels 
and  lengths.  The  centers  were  made  so  that  they  could  be 
taken  down  in  sections  and  used  again.  The  cost  of  center- 
ing was  as  follows : 

Labor  on  centers  covering  62,560  sq,  ft. 

Foreman,  435  hrs.  at  35  cts $   152.25 

Carpenters,  4,873  hrs.  at  22^  cts 1,096.42 

Laborers,  3447  hrs.  at  15  cts 517-05 

Painters,  577  hrs.  at  15  cts 86.55 

Teaming,  324  hrs.  at  40  cts ,. . . .      121.60 


Total  labor  building  centers,  313  M.  at  $6.37.  .$1,973.87 
Materials  for  centers  covering  62,560  sq.  ft. 
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3I3,0CX)  ft.  B.  M.  lumber,  at  $18.20 $5,700.00 

3,700  lbs.  nails,  at  3  cts iii.oo 

8  bbls.  tar,  at  $3 24.00 

Tbtal    $5,835.00 

These  centers  covered  two  filters,  each  having  an  area  of 
121  1-3  X  258  ft.  There  were  six  more  filters  of  the  same  size, 
for  which  the  same  centers  were  used.  The  cost  of  taking 
down,  moving  and  putting  up  these  centers  (313  M.)  three 
times  was  as  follows: 
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Foreman,  2,359  hrs.  at  35  cts $   825.65 

Carpenters,  12,766  hrs.  at  22 J4  cts 2,872.35 

Laborers,  24,062  hrs.  at  15  cts 3,609.30 

Team,  430  hrs.  at  40  cts 172.00 

3,000  ft.  B.  M.  lumber,  at  $20 60.00 

3,000  lbs.  nails,  at  3  cts 90.00 


Total  cost  of  moving  centers  to  cover  196,660 
sq.  ft $7*629.30 

The  cost  of  moving  the  centers  each  time  was  $8.10  per  M., 
showing  that  they  were  practically  rebuilt;  for  the  first 
building  of  the  centers,  as  above  shown,  cost  only  $6.37  per  M. 
In  other  words,  the  centers  were  not  designed  so  as  to  be 
moved  in  sections  as  they  should  have  been.  Although  the 
centers  were  used  four  times  in  all,  the  lumber  was  in  fit 
condition  for  further  use.    The  cOst  of  the  labor  and  lumber 
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for  the  building  and  moving  of  these  centers  for  the  8  filter 
beds,  having  a  total  area  of  259,220  sq.  ft.,  was  $15438,  or 
6  cts.  per  sq.  ft. 

GRAIN  ELEVATOR  BINS.— In  constructing  cylindrical 
bins  30  ft.  in  diameter  and  90  ft.  high  for  a  grain  elevator  the 
forms  shown  by  Fig.  287  were  used.  For  the  inside  wall  a 
complete  ring  of  lagging  4  ft.  high  nailed  to  circular  horizontal 
ribs  of  2x8-in.  planks  was  used.  For  the  outside  wall  two, 
three  or  four  segments  fitting  the  clear  spaces  between  adjoin- 
ing tanks  were  used,  these  panel  segments  being  also  4  ft. 
high.'  The  inside  and  outside  rings  were  held  together  by 
yokes  constructed  as  shown,  and  bolted  to  the  inner  and 
outer  ribs.  A  staging  built  up  inside  the  tank  carried  jack 
screws,  on  which  were  seated  the  inner  legs  of  the  yokes. 


CHAPTER  XXIII. 

METHODS  AND  COST  OF  CONSTRUCTING  ORNA- 
MENTAL WORK. 

The  safest  rule  for  ornamental  work  is  to  leave  its  construc- 
tion to  those  who  make  a  specialty  of  such  work.  This  is  per- 
fectly practicable  in  most  concrete  structures  having  orna- 
ment. Bridge  railings  can  be  and  usually  are  made  up  of 
separately  molded  posts,  balusters,  bases  and  rail.  Orna- 
mental columns  in  building  work,  key-stones,  medallions, 
brackets,  dentils,  rosettes,  and  cornice  courses  can  be  similarly 
molded  and  placed  in  the  structure  as  the  monolithic  work 
reaches  the  proper  points.  The  general  constructor,  there- 
fore, can  readily  delegate  these  special  parts  of  his  concrete 
bridge  or  building  to  specialists  at  frequently  less  cost  to 
himself  and  nearly  always  with  greater  certainty  of  good  re- 
sults than  if  he  installed  molds  and  organized  a  trained  gang 
for  doing  the  work. 

Good  concrete  ornament  is  not  alone  a  matter  of  good 
design.  It  is  also  a  matter  of  skilled  construction.  Nearly 
anyone  can  mold  an  ornament,  but  few  can  mold  an  ornament 
which  is  durable.  To  produce  clean,  sharp  lines  and  arises 
which  will  endure,  the  molder  must  have  special  knowledge 
and  familiarity  with  the  action  of  cement  and  of  concrete  mix- 
tures, both  in  molding  and  on  exposure  to  the  elements.  This 
is  knowledge  that  the  general  concrete  worker  rarely  pos- 
sesses but  which  the  ornament  molder  does  possess  if  he 
knows  his  business.  Special  work  is  always  best  left  to  the 
specialist. 

While  the  more  intricate  ornamental  work  is  best  done  by 
sub-contract,  so  far  at  least  as  the  actual  molding  of  the 
ornaments  is  concerned,  there  is  a  large  amount  of  simple 
paneling  and  molding  which  the  general  practitioner  not  only 
can  do  but  must  do.    Knowledge  of  the  best  methods  of  doing 
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such  work  is  essential  and  it  is  also  essential  that  the  con- 
structor should  know  in  a  general  way  of  the  special  methods 
of  molding  intricate  ornaments. 

SEPARATELY  MOLDED  ORNAMENTS.— The  cement 
for  ornamental  work  must  be  strong  and  absolutely,  sound. 
Where  an  especially  light  color  is  wished  a  light  colored 
cement  is  desirable.  So  called  white  cements  are  now  being 
manufactured.  Lafarge  cement,  a  light  colored,  non-staining 
cement  made  in  France,  gives  excellent  results.  Of  Ameri- 
can cements,  Vulcanite  cement  has  a  light  color,  and  next  to 
it  in  this  respect  comes  Whitehall  cement.  A  light  colored 
ornament  can,  however,  be  secured  with  any  cement  by  using 
white  sand  or  marble  or  other  white  stone  screenings.  Some 
authorities  advocate  this  method  of  securing  light  colored 
blocks  as  always  cheaper  and  usually  superior  to  the  use  of 
special  cements.  The  choice  between  the  two  methods  will  be 
govern'^d  by  the  results  sought;  where  as  nearly  as  possible 
a  pure  white  is  desired  it  stands  to  reason  that  a  white  or 
nearly  white  cement  will  give  the  better  results. 

In  the  matter  of  sand  and  aggregate  for  ornamental  work, 
the  kinds  used  will  ordinarily  be  the  kinds  that  are  available. 
They  must  conform  in  quality  to  the  standard  requirements 
of  such  materials  for  concrete  work.  Where  special  colors  or 
tints  are  wanted  they  can  be  secured  by  using  for  sand  and 
aggregate  screenings  from  stones  of  the  required  color.  This 
is  in  all  respects  the  best  method  of  securing  colored  blocks, 
as  the  color  will  not  fade  and  the  concrete  is  not  weakened. 
A  great  variety  of  pigments  are  made  for  coloring  concrete; 
these  colors  all  fade  in  time,  and  with  few  exceptions  they 
all  weaken  the  concrete.  The  mixtures  used  in  ornamental 
work  will  depend  upon  the  detail  of  the  ornament  and  upon 
whether  color  is  or  is  not  required.  Generally  a  rich  mixture 
of  cement  and  sand  or  fine  stone  screenings  will  be  used  for 
the  surface  and  will  be  backed  with  the  ordinary  concrete 
mixture.  A  surface  mixture  of  fine  material  is  necessary 
where  clear,  sharp  lines  and  edges  or  comers  are  demanded. 

The  molds  used  for  ornament  are  wooden  molds,  iron 
molds,  sand  molds  and  plaster  of  Paris  and  special  molds. 
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Each  kind  has  its  field  of  usefulness,  and  its  advantages  over 
the  others.  They  -will  be  considered  briefly  in  the  order 
named. 

Wooden  Molds. — ^Wooden  molds  are  perhaps  the  best  for 
general  work  where  plain  shapes  and  not  too  delicate  orna- 
mentation are  wanted.  They  give  the  best  results  only  with 
a  quite  dry  and  rather  coarse  grained  surface  mixture.  If  a 
wet  mixture  is  used  such  water  as  flushes  to  the  surface  can- 
not escape  and  small  pits  and  holes  are  formed,  which  neces- 
sitates grout  or  other  finishing.  The  following  are  examples 
of  wooden  mold  work: 

In  constructing  a  five-span  reinforced  concrete  arch  bridge 
at  Grand  Rapids,  Mich.,  in  1904,  the  railings  and  ornamental 
parts  of  the  bridge,  such  as  keystones,  brackets,  consols,  den- 
tiles  and  panels,  were  cast  in  molds  and  set  in  place  much  as 
cut  stone  would  be.  Special  molds  were  employed  for  each 
of  these  different  shapes.  These  molds  were  plastered  with 
an  earth  damp  mortar  composed  of  i  part  cement  and  2j^ 
parts  fine  sand,  which  was  followed  up  with  a  backing  of  wet 
concrete  composed  of  i  part  cement,  2  parts  sand  and  3 
parts  broken  stone  passing  a  ^-in.  ring.  The  facing  mortar 
was  made  1J/2  ins.  thick.  The  castings  cannot  be  told  from 
dressed  stone  at  a  few  feet  distance. 

The  part  elevation  and  sections  in  the  drawings  of  Fig. 
288  show  the  arrangement  of  the  various  castings  to  form  the 
completed  railing,  coping,  etc.  To  specify,  A  is  the  arch  ring, 
B  the  brackets,  C  the  coping,  and  D,  £,  F,  respectively,  the 
base,  balusters  and  rail  of  the  bridge  railing.  The  blocks  G 
and  H  show  the  keystone  and  railing  post.  The  forms  or 
molds  for  each  of  these  parts  are  shown  by  the  other  drawings 
of  Fig.  288.    A  description  of  each  of  these  forms  follows : 

The  keystones  were  molded  in  wooden  forms,  consisting  of 
one  piece,  a,  forming  the  top  and  front;  of  two  side  pieces,  f, 
of  a  bottom  consisting  of  two  parts,  b  and  c;  and  of  a  back 
piece,  g.  The  back  and  side  pieces  are  stiffened  with  2x3^- 
in.  pieces,  and  the  front,  sides  and  back  are  held  together  by 
yokes  or  clamps.  The  front  of  the  mold  was  the  only  portion 
calling  for  particular  work,  and  this  was  made  of  boards  lam- 
inated together. 
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The  bracket  molds  consisted  of  two  side  pieces  provided 
with  grooves  for  receiving  the  front  and  back  pieces/  and  with 
slots  for  tie  rods  clamping  the  whole  mold  together.  It  will 
be  noted  also  that  the  side  pieces  had  nailed  to  them  inside  a 
beveled  strip  to  form  a  groove  in  each  side  of  the  cast  block. 
The  purpose  of  this  groove  was  to  provide  a  bond  to  hold  the 
bracket  more  firmly  in  the  adjoining  concrete  of  the  wall.  The 
bottom  of  the  mold  was  formed  by  a  2-in,  plank,  and  when 
the  concrete  had  been  tamped  in  place  the  forms  were  re- 
moved, and  the  bracket  was  left  on  the  bottom  to  set.    It  may 
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be  noted  here  that  a  goodly  number  of  the  brackets  showed  a 
crack  at  the  joint  marked  x  caused  by  tamping  at  the  point 
y.  In  construction  the  bracket  castings  were  set  at  proper 
intervals  on  the  spandrel  walls,  which  had  been  completed  up 
to  the  level  of  the  line  X  Y.  "ITie  coping  course  was  then 
built  up  around  the  bracket  blocks  to  the  level  of  the  bottom 
of  the  railing  base. 

The  mold  or  form  for  the  coping  course  was  designed  to 
build  the  coping  in  successive  sections,  and  was  built  up 
around  the  bracket  blocks,  and  supported  from  the  centers  as 
shown  by  the  drawings.    To  form  the  expansion  joints  in  the 
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coping  course  there  were  inserted  across  the  mold  at  proper 
intervals  a  short  iron  plate  J4  in.  thick,  cut  to  fit.  The  cut- 
ting of  this  plate  was  found  to  be  a  slow  operation. 

The  forms  for  the  base  of  the  railing  (Section  D)  consisted 
of  ij4-in-  stock  for  the  sides,  and  ^-in.  stock  for  the  slopes. 
They  extended  across  the  arch,  and  were  held  together  by  a 
very  simple  though  very  efficient  clamp.  This  consisted  of 
two  2x3x33-in.  pieces  nailed  to  a  2x3xi7-in.  piece  by 
means  of  galvanized  iron  strips.  About  half-way  down  the 
long  pieces,  a  J/^-in.  rod  was  run  through,  and  secured  up 
against  blocks,  h,  placed  about  56  ins.  apart.  These  blocks 
were  removed  as  the  concrete  was  put  in  place.  It  will  be 
noticed  from  the  cross-section  of  the  railing  that  the  balusters 
are  set  into  sockets  formed  in  the  top  of  the  base  course. 
These  sockets  were  formed  by  means  of  the  mold  shown  at 
IV  and  Z. 

In  casting  the  balusters.  Section  (£),  a  ^-in.  cast  iron  mold, 
consisting  of  four  iron  sides  and  an  iron  top,  was  used.  Orig- 
inally there  xyere  two  end  plates  of  iron,  but  it  was  found 
more  convenient  to  have  the  bottom  one  of  wood  and  allow 
the  cast  spindle  to  stand  and  set.  The  mold  was  held  to- 
gether by  J^-in.  bolts.  It  would  have  been  more  practical 
to  have  had  the  side  casting  composed  of  two  parts. 

The  form  for  the  railing  is  built  up  around  the  tops  of 
the  spindles.  The  bottom  piece  is  i  x  9  ins.,  to  which  4%-in. 
ogee  molding  is  nailed.  The  sides  are  of  i-in.  stock,  and  are 
clamped  together.    The  top  is  finished  off  with  a  trowel. 

The  mold  for  the  posts  is  made  in  four  parts,  which  fit  to- 
gether at  the  top  and  bottom  by  a  bevel  joint,  as  shown  in  the 
one-fourth  section.  The  broad  sides  rest  against  the  narrow 
ones,  and  are  held  against  the  same  by  means  of  J/^-in.  rods 
running  through  2x3-in.  stock;  2-in.  projections  of  the  broad 
sides  facilitate  the  removal  of  the  form  from  the  completed 
post. 

In  constructing  a  concrete  *acade  for  a  plate  girder  bridge 
at  St.  Louis,  Mo.,  the  railing  above  the  base  was  constructed 
of  separately  molded  blocks  as  follows:  The  balusters  were 
cast  in  plaster  molds.    To  make  these  molds  a  box  square  in 
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plan  and  tbe  height  of  the  baluster  was  constructed  of  wood 
and  cut  vertically  into  three  sections.  The  inside  lateral  di- 
mensions of  this  box  were  made  6  ins.  greater  than  the 
largest  dimension  of  the  baluster.  A  full  size  wooden  pattern 
of  the  baluster  was  set  up  and  the  three  sections  of  the  box 


were  set  ait>und  it.  Sheets  of  thin  galvanized  metal,  with 
their  inilU'  edges  cut  to  conform  to  the  curves  of  the  baluster, 
were  inserted  in  the  joints  of  the  assembled  "box  so  as  to  di- 
vide the  vacant  space  between  the  pattern  and  the  box  into 
vertical  sections.     A  mixture  of  i  part  Portland  cement  and 
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I  part  plaster  of  Paris,  made  wet,  was  then  poured  around 
the  pattern  until  the  box  was  filled.  When  this  mixture  had 
become  hard,  the  box  was  taken  down,  leaving  a  plaster  and 
cement  casing  separated  into  three  parts  by  the  sheets  of  ^- 
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Fig.    290.— RnlllnB   (or    Arch    Brjdce. 

vanized  metal.  This  casing  was  separated  from  the  pattern 
and  given  a  coat  of  shellac  on  the  inside.  Four  or  five  molds 
of  this  description  were  cast.  To  cast  a  baluster,  the  sec- 
tions were  assembled  and  a  j4-in.   corrugated  bar  was  set 
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vertically  in  the  center.  A  mixture  of  i  part  Portland  ce- 
ment and  3  parts  sand  was  then  poured  into  the  mold  and 
allowed  to  harden.  The  molds  for  the  urns  on  the  railing  post 
and  the  balls  on  the  end  posts  were  made  in  exactly  the  same 
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manner  as  the  baluster  molds.  The  construction  of  the  rail- 
ing posts  is  shown  by  the  drawings  of  Fig.  289.  Referring 
first  to  the  end  posts,  it  will  be  seen  that  they  were  molded  in 
place  in  seven  sections  marked  A,  B,  C,  D,  E,  F  and  G,  The 
construction  of  the  mold  for  each  section  is  shown  by  the  cor- 
respondingly lettered  detail.  The  intermediate  posts  were 
built  up  of  the  separately  molded  pieces  I,  K  and  H,  The 
costs  of  molding  the  several  parts  were:  Balusters,  60  cts. 
each ;  hand  rail,  40  cts.  per  lin.  ft.  The  six  intermediate  posts 
cost  $12  each,  and  the  four  end  or  newel  posts  cost  $75  each. 

In  constructing  the  72-ft.  span-ribbed  arch  bridge  over  Deer 
Park  Gorge,  near  La  Salle,  111.,  a  hand  railing  of  the  design 
shown  by  Fig.  290,  was  used.  In  constructing  this  railing,  the 
posts  were  molded  in  place,  but  the  open  work  panels  be- 
tween posts  and  the  hand  rail  proper  were  molded  separately 
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Fig.   292.— Form   for   Hand   Rail   Shown   by   Fig.    290. 


and  set  in  place  between  the  posts  as  indicated.  For  molding 
the  panels  a  number  of  boxes  constructed  as  shown  by  Fig. 
291,  were  used.  These  were  simple  rectangular  boxes  on  the 
bottom  boards  of  which  were  nailed  blocks  of  the  proper 
shape  and  in  the  proper  position  to  form  the  openings  in  the 
railing.  The  bottom  of  the  form  was  first  plastered  with 
mortar,  then  the  concrete  was  filled  in  and  plastered  on  top. 
As  soon  as  the  concrete  had  begun  to  set  the  blocks  were 
removed  so  that  final  setting  could  take  place  without  danger 
of  cracking.  When  the  concrete  had  set  so  that  the  panel 
could  be  safely  handled,  it  was  removed  from  the  form  and 
stored  until  wanted.  The  hand  rail  for  each  side  was  molded 
in  two  pieces  in  forms  constructed  as  shown  by  Fig.  292. 
The  total  cost  of  the  railing  in  place  was  about  $2  per  lineal 
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foot.    The  concrete  was  a  1-2-4  mixture  of  screenings  and  Ji- 
in.  bToken  stone. 

Iron  Molds.— Iron  molds  have  the  same  disadvantages  as 
Wooden  molds  in  the  use  of  wet  mixtures.  They  can  be  made 
to  mold  more  intricate  ornaments,  and  in  the  matter  of  dura- 
bility, are,  of  course,  far  superior  to  wood.  Iron  molds  can  be 
ordered  cast  to  pattern  in  any  well  equipped  foundry.  Many 
firms  making  block  machines  also  make  standard  column, 
baluster,  ball  and  base,  cornice,  and  base  molds  of  various 
sizes  and  patterns.  These  molds  are  made  in  two,  three  or 
more  sections  which  can  be  quickly  locked  together  and  taken 
apart.  A  column  mold,  for  example,  will  consist  of  a  mold 
for  the  base,  another  for  the  shaft,  and  a  third  for  the  capitol. 
each  in  collapsible  sections.  Where  the  pattern  of  the  shaft 
changes  in  its  height,  two  shaft  molds  are  commonly  used,  one 
for  each  pattern.  Prices  of  iron  molds  are  subject  to  varia; 
tion,  but  the  following  are  representative  figures :  Plain  balus- 
ter molds  14  to  18  ins.  high,  $7.50  to  $10  each;  fluted  square 
balusters,  14  to  18  ins.  high,  $10,  each ;  ball  and  base,  10  to 
i8-in.  balls,  $15  to  $25  each;  fluted  Grecian  column,  base, 
capitol  and  one  shaft  molds,  $30;  Renaissance  column,  base, 
capitol  and  two  shaft  molds,  $45. 

Sand  Molding. — Molding  concrete  ornaments  in  sand  is  in* 
all  respects  like  molding  iron  castings  in  a  foundry.  Sand 
molding  gives  perhaps  the  handsomest  ornament  of  any  kind 
of  molding  process,  the  surface  texture  and  detail  of  the  block 
being  especially  fine.  It  is,  however,  a  more  expensive  process 
than  molding  in  wooden  or  iron  molds,  since  a  separate  mold 
must  be  made  for  each  piece  molded.  The  process  was  first 
employed  and  patented  in  1899,  by  Mr.  C.  W.  Stevens,  of  Har- 
vey, 111.,  and  for  this  reason  it  is  often  called  the  Stevens 
process.  Sand  molded  ornaments  and  blocks  are  made  by  a 
number  of  firms  to  order  to  any  pattern.  The  process  as  em- 
ployed at  the  works  of  the  Roman  Stone  Co.,  of  Toronto,  Ont., 
is  as  follows:  The  stone  employed  for  aggregate,  is  a  hard, 
coarse,  crystalline  limestone  of  a  light  grey  color,  being  prac- 
tically 97  per  cent,  calcium  carbonate,  with  a  small  percentage 
of  iron,  aluminia  and  magnesia.  Nothing  but  careful!]/  se- 
lected quarry  clippings  are  used  and  these  are  crushed  and 
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ground  at  the  factory  and  carefully  screened  into  three  sizes, 
the  largest  about  the  size  of  a  kernel  of  com.  Daily  granulo- 
metric  tests  are  made  of  the  crusher  output  to  regulate  the 
amount  of  each  size  got  from  the  machines.  It  has  been 
found  that  next  in  importance  to  properly  graded  aggregates 
is  the  gaging  of  the  amount  of  water  used  in  the  mixture. 
This  is  done  by  an  automatically  filled  tank  into  which  lead 
both  hot  and  cold  water  and  in  which  is  fixed  a  thermometer 
to  properly  regulate  the  temperature.  In  gaging  the  mix 
about  20%  of  water  is  used,  but  of  course  when  the  cast  is 
made  the  surplus  is  immediately  drawn  off  into  the  sand, 
where  it  is  retained  and  serves  as  a  wet  blanket  to  protect  the 
cast  and  supply  it  with  the  proper  amount  of  water  during 
crystallization.  Experiments  seem  to  indicate  that  about  15% 
by  weight  gives  the  greatest  amount  of  strength  of  mortar  at 
the  age  of  six  months,  while,  giving  less  strength  at  shorter 
time  tests  than  mortar  gaged  with  a  smaller  percentage  of 
water. 

The  method  of  handling  the  mix  and  casting  is  quite  sim- 
ple and  almost  identical  with  the  practice  in  iron  foundries. 
The  mixture  is  made  in  a  batch  mixer  to  about  the  same  con- 
sistency as  molasses,  from  which  it  is  poured  into  a  mechanical 
agitator  and  carried  about  the  foundry  by  a  traveling  crane. 
This  agitator  is  so  constructed  that  it  keeps  the  materials  in 
motion  constantly  and  prevents  their  segregation.  In  each 
cast  is  inserted  the  proper  reinforcing  rods,  lifting  hooks  and 
tie  rods,  and  the  casts  are  allowed  to  remain  for  a  proper 
period  in  the  wet  sand  after  they  are  poured;  they  are  then 
taken  to  the  seasoning  room  which  is  kept  at  as  constant  a 
temperature  as  it  is  practical  to  maintain.  Each  cast  is 
marked  with  the  number  which  determines  its  location  in  the 
building  and  the  date  it  was  cast,  and  it  is  then  kept  in  the 
storage  shed  a  fixed  time  before  shipping. 

Records  are  kept  of  each  cast  made  and  the  company  is  able 
to  get,  as  in  mills  rolling  structural  steel,  the  exact  number 
and  location  of  all  casts  made  from  the  same  mix.  Careful 
records  are  always  kept  of  the  tests  of  cement  and  material, 
and  test  cubes  are  made  from  each  consignment  of  cement 
so  tested ;  in  this  way  all  danger  of  defective  stone  through  in- 
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ferior  cement  is  eliminated.  The  patterns  used  in  making 
the  molds  and  the  method  of  molding  are  quite  similar  to  or- 
dinary iron  foundry  practice  except  that  the  sand  used  is  of 
special  nature.  The  finish  of  the  stone  is  generally  tooled 
finish  molded  in  the  sand,  the  different  textures  of  natural 
stone  being  produced  by  the  veneering  of  the  pattern  with 
thin  strips  of  wood  which  are  run  through  a  machine  pro- 
ducing the  different  finishes.  Each  stone  is  provided  with 
setting  hooks  cast  in  the  blocks  which  take  the  place  of  the 
ordinary  lewis  holes  used  in  cut  stone. 

Plaster  Molds. — Plaster  of  Paris  molds  are  made  from  clay, 
gelatin  or  other  patterns  in  the  usual  manner  adopted  by 
sculptors.  They  are  particularly  adapted  to  fine  line  and 
under  cut  ornaments.  The  concrete  is  poured  into  the  plaster 
mold  and  after  the  cement  has  become  hard,  the  plaster  is 
broken  or  chiseled  away,  leaving  the  concrete  exposed.  Two 
examples  of  excellent  work  in  intricate  concrete  ornaments 
are  furnished  by  the  power  house  for  the  Sanitary  District 
of  Chicago,  and  by  the  State  Normal  School  building,  at 
Kearney,  Neb.  In  the  power  house,  the  ornamental  work 
consisted  of  molded  courses,  cornice  work;  and  particularly 
of  heavy  capitols  for  pilasters.  These  capitols  were  very 
heavy,  being  jyi  ft.  long  and  of  the  Ionic  design.  These  were 
made  from  plaster  molds;  made  so  as  to  be  taken  apart  or 
knocked  down  and  to  release  in  this  way,  perfectly.  There 
were  also  scrolls,  keystones  and  arches  in  curved  design  over 
all  of  the  40  windows.  None  of  this  ornament  was  true  under 
cut  work.  In  building  the  Normal  School  building,  Cor- 
inthian capitols,  in  quarters,  halves,  corners  and  full  rounds 
were  made  in  plaster  molds.  There  were  some  30  of  these 
capitols.  They  were  made  in  solid  plaster  molds;  the  molds 
having  been  cast  in  gelatine  molds,  one  for  each  capitol.  Into 
these,  the  concrete  was  tamped,  made  very  wet,  and  after 
the  concrete  had  hardened,  the  plaster  cast  was  chiseled  away. 
This  was  very  easily  accomplished.  These  capitols  were  true 
Corinthians,  having  all  the  floriation  and  under-cut  usually 
seen  in  such  capitols. 
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ORNAMENTS  MOLDED  IN  PLACE.— Molding  orna- 
ments in  place  is  usually,  and  generally  should  be,  confined 
to  belt  courses,  cornices,  copings  and  plain  panels.  Relief 
work,  like  keystones,  scrolls  or  rosettes,  can  be  molded  in 
place  if  desired,  by  setting  plaster  molds  in  the  wooden  forms 
^  at    the    proper    points.     This 

J^"^^^ir~n  method  is  often  advantageous 

in  bridge  work,  where  compar- 
atively few  ornaments  are  re- 
quired, such  as  keystones. 

The  construction  of  forms 
for  ornamental  work  in  place 
is  best  described  by  taking  spe- 
cific examples.  Figure  293, 
shows  the  face  form  for  the 
arch  ring,  spandrel  wall  and 
cornice  or  coping  course  of  the 
Big  Muddy  River  Bridge  on 
the  Illinois  Central  R.  R.  The 
section  is  taken  near  the  crown 
of  the  arch.  The  lagging  only 
is  shown ;  this  was,  of  course, 
backed  with  studding.  The 
point  to  be  noted  in  this  form 
is  the  avoidance  of  any  ap- 
proach to  under  cut  work; 
there  are,  in  fact,  very  few 
straight  cut  details.  This 
brings  up  a  point  that  must  be 
carefully  watched  if  trouble  is 
to  be  avoided,  namely,  the  con- 
struction of  the  form  work  in 
sections  which  can  be  removed 
without  fracturing  the  ornament.  To  illustrate  by  an  as- 
sumed example,  supposing  it  is  required  to  mold  the 
wall  and  cornice  shown  by  Fig.  294.  It  is  clear  that  if  the 
backing  studs  are  in  single  pieces,  notched  as  shown,  the 

forms  cannot  be  removed  without  fracturing  at  least  the  cor- 
ner A,  If  the  studs  and  lagging  be  constructed  in  two  parts, 
separated  along  the  line  a  b,  the  form  is  possible  of  removal  if 
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Pig.  293.— Spandrel  Wall  Mold 
for  Arch  Bridge. . 


648 


CONCRETE    CONSTRUCTION. 


great  care  is  used  without  damage  to  the  concrete.  The  con- 
struction shown  by  this  sketch  does  not  greatly  exaggerate 
matters.  Figure  295  shows  a  wall  form  that  has  been  given 
several  times  as  a  presumably  good  example  in  which,  as  will 
be  seen  it  is  impossible  to  remove  the  board  a,  without  break- 
ing the  Concrete  even  if  the  narrow  face  were  not  broken  by 
the  swelling  of  the  lumber  before  ever  it  became  time  to  take 
down  the  forms. 

This  matter  of  making  provision  for  the  swelling  of  the 
forms  is  another  point  to  be  watched.  Referring  again  to 
Fig.  294  it  will  be  seen  that  the  swelling  of  the  lagging,  even 
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if  the  cornice  instead  of  being  under  cut  at  A  were  straight 
cut  on  the  line  c  d,  is  liable  so  to  crowd  the  lagging  into  the 
comer  A  and  B  that  the  concrete  is  cracked  along  the  lines 
e  f  or  g  h.  A  suggested  remedy  for  this  danger  is  shown  by 
Fig.  296.  At  a  distance  of  every  3  or  4  ft.  insert  a  narrow  piece 
of  lagging  a  and  behind  these  lagging  strips  cut  notches  b  in 
the  studs.  When  the  concrete  has  got  its  initial  set  pull  back 
the  lagging  strip  a  into  the  notches  h,  leaving  an  open  joint  to 
provide  for  expansion  due  to  swelling. 
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In  constructing  a  concrete  facade  for  a  plate  girder  bridge  at 
St.  Louis,  Mo.,  the  form  shown  by  Fig.  297  was  used.    The 
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Pig.   2t>g.— Concrete   Fbcade   for   Plate   Girder   Bridge. 

completed  facade  is  shown  by  Fig.  298.    The  ceiling  slab  was 
first  built  and  allowed  to  set  and  then  the  forms  were  erected 
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for  the  frieze  and  coping.    After  these  were  molded  the  forms 
were  continued  upward  as  shown  for  the  base  of  the  railing. 
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Fig.  29S.— Forms  (or  Curved  Concrete  Abutmenta. 

Above  this  point  the  several  parts  were  separately  molded  as 
shown   by   Fig.   285   previously   described.      Molded   in   this 
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T\g.    SOI. — MetlKHl.or   SuppoTtlnR 
Cornice  Form  Shown   by  Fig.  300. 

manner  the  ceiling  cost  25  cts.   per  sq.  ft;    the  frieze  and 
coping  cost  $2  per  lin.  ft.,  and  the  railing  base  cost  45  cts.  per 
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lin.  ft.  In  constructing  the  concrete  abutments  of  this  same 
structure  use  was  made  of  the  forms  shown  by  Fig.  299, 
These  abutments  had  curved  wing  walls  and  for  molding  these 
girts  cut  to  the  radii  of  the  curves  were  fastened  to  the  studs 
and  vertical  lagging  was  nailed  to  the  girts.  All  the  lagging 
was  tongue  and  groove  stuff. 

In  constructing  an  open  spandrel  arch  bridge  at  St.  Paul, 
Minn.,  the  cornice  form  shown  by  Fig.  300,  supported  as 
shown  by  Fig.  301,  was  used.  The  particular  feature  of  this 
form  was  the  use  of  a  lath  and  plaster  lining  to  the  lagging. 
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FlK,    302.— Cornice   and   Balustrade   for    Arch    Bridge. 

This  lining  was  used  for  all  exposed  surfaces  of  the  bridge. 
So  called  patent  lath  consisting  of  boards  with  parallel  dove- 
tail grooves  and  ridges  was  used.  This  was  plastered  with  ce- 
ment mortar  and  the  concrete  was  deposited  directly  against 
the  plaster  after  smearing  the  plaster  surface  with  boiled  lin- 
seed oil.  This  lining  is  stated  to  have  given  an  excellent  sur- 
face finish  to  the  concrete.  It  cost  55  cts.  per  sq.  ft.  for  materi- 
als and  labor.  A  section  of  the  balustrade  and  cornice  is  shown 
by  Fig.  302.  The  posts,  balusters  and  railing  were  molded 
separately.     The  balusters  were  molded  in  zinc  molds.     At 
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first  some  trouble  was  had  in  getting  good  casts  on  account 
of  air  pockets.  This  was  largely  done  away  with  by  filling  the 
mold  as  compactly  as  possible  and  then  driving  a  ^-in.  iron 
rod  through  the  center  vertically;  this  rod  crowded  the  con- 
crete into  all  parts  of  the  mold  and  also  served  to  strengthen 
the  baluster.  The  baluster  molds  were  made  in  two  parts; 
this  proved  a  mistake — three  parts  would  have  been  better. 


CHAPTER  XXIV. 

MISCELLANEOUS   DATA  ON   MATERIALS,  MA- 
CHINES AND  COSTS. 

The  following  cost  data  comprise  such  miscellaneous  items 
as  do  not  properly  come  in  the  preceding  chapters.  They  are 
given   not   as   including  all   the   miscellaneous   purposes   for 


Side  Elevation. 


Ron. 

Pl|r.   SOJ.— Device   lor   Drilling  Green   Concrete, 
which  concrete  is  used  but  as  being  such  items  of  costs  as 
were  secured  in  collecting  the  more  important  data  given  in 
preceding  sections. 

DRILLING  AND  BLASTING  CONCRETE.— Concrete  is 
exceedingly  troublesome  material  in  which  to  drill  deep  holes, 
and  this  statement  is  particularly  true  if  the  concrete  is  green. 
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The  following  mode  of  procedure  proved  successful  in  drilling 
i^-in.  anchor  bolt  holes  6  ft.  and  over  in  depth  in  green  con- 
crete. The  apparatus  used  is  shown  by  Fig.  303,  re-drawn 
from  a  r'ough  sketch  made  on  the  work  by  one  of  the  authors, 
and  only  approximately  to  scale.  The  drill  is  hung  on  a 
small  pile. driver  frame,  occupying  exactly  the  position  the 
hammer  would  occupy  in  a  pile  driver,  and  is  raised  and  low- 
ered by  a  hand  windlass.  By  this  arrangement  a  longer  drill 
could  be  used  than  with  the  ordinary  tripod  mounting  and  less 
changing  of  drills  was  necessary.  A  wide  flare  bit  was  used, 
permitting  a  small  copper  pipe  to  be  carried  into  the  hole  with 
the  drill ;  through  this  pipe  water  was  forced  under  pressure, 
carrying  off  the  chips  so  rapidly  that  no  wedging  was  possible. 
By  this  device  drilling  which  had  previously  cost  over  25  cts. 
a  hole  was  done  at  a  cost  of  less  than  5  cts.  a  hole. 

In  removing  an  old  cable  railway  track  in  St.  Louis,  Mo., 
holes  8  ins.  deep  were  drilled  in  the  concrete  with  a  No.  2 
Little  Jap  drill,  using  a  i  J4"i^«  bit  and  air  at  90  lbs.  pressure. 
A  dry  hole  was  drilled,  the  exhaust  air  from  the  hollow  drill 
blowing  the  dust  from  the  hole  keeping  it  clean.  The  con- 
crete was  about  18  years  old  and  very  hard.  Two  holes  across 
track  were  drilled,  one  10  ins.  inside  each  rail ;  lengthwise  of 
the  track  the  holes  were  spaced  24  ins.  apart,  or  four  pairs  of 
holes  between  each  pair  of  yokes. 

Common  labor  was  used  to  run  the  drills  and  very  little  me- 
chanical trouble  was  experienced.  Three  cars  were  fitted  up, 
one  for  each  gang,  each  car  being  equipped  with  a  motor- 
driven  air  compressor,  water  for  cooling  the  compressors  being 
obtained  from  the  fire  plugs  along  the  route.  The  air  com- 
pressors were  taken  temporarily  from  those  in  use  in  the  repair 
shops,  no  special  machines  being  bought  for  the  purpose. 
Electricity  for  operating  the  air  compressor  motors  was  taken 
from  the  trolley  wire  over  the  tracks.  The  car  was  moved 
along  as  the  holes  were  drilled,  air  being  conveyed  from  the 
car  to  the  drills  through  a  flexible  hose.  Two  drills  were 
operated  normally  from  each  car.'  One  of  the  air  compressors 
was  exceptionally  large  and  at  times  operated  four  drills.  The 
total  number  of  holes  drilled  in  the  reconstruction  of  the  track 
was  31,000.    The  total  feet  of  hole  drilled  was  20,700  ft. 
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With  the  best  one  of  the  plants  operating  two  to  three 
drills  30  8-in.  holes,  or  20.3  ft.  of  hole,  were  drilled  per  hour 
per  drill  at  a  labor  cost  of  2.y  cts.  per  foot. 

For  blasting,  ao.i-lb.  charge  of  40  per  cent.  d3mamite  was 
used  in  each  hole.  A  fulminating  cap  was  used  to  explode  the 
charge,  and  12  holes  were  shot  at  one  time  by  an  electric 
firing  machine.  The  dynamite  was  furnished  from  the  factory 
in  o.i-lb.  packages,  and  all  the  preparation  necessary  on  the 
work  was  to  insert  the  fulminating  cap  in  the  dynamite,  tamp 
the  charge  into  the  hole  and  connect  the  wires  to  the  firing 
machine.  In  order  to  prevent  any  damage  being  done  by 
flying  rocks  at  the  time  of  the  explosion,  each  blasting  gang 
was  supplied  with  a  cover  car,  which  was  merely  a  flat  car 
with  a  heavy  bottom  and  side  boards.  When  a  charge  was  to 
be  fired,  this  car  was  run  over  the  12  holes  and  the  side  boards 
let  down,  so  that  the  charge  was  entirely  covered.  This  work 
was  remarkably  free  from  accidents.  There  were  no  personal 
accident  claims  whatever,  and  the  total  amount  paid  out  for 
property  damages  for  the  whole  six  miles  of  construction  was 
$685.  Most  of  this  was  for  glass  broken  by  the  shock  of 
explosion.  There  was  no  glass  broken  by  flying  particles. 
The  men  doing  this  work,  few  of  whom  had  ever  done  blast- 
ing before,  soon  became  very  skillful  in  handling  the  dyna- 
mite, and  the  work  advanced  rapidly.  The  report  made  by 
the  firing  of  the  12  holes  was  no  greater  than  that  made  by 
giant  fire-crackers. 

For  the  drilling  and  blasting  the  old  rail  had  been  left  in 
place  to  carry  the  air  compressor  car  and  the  cover  car.  After 
the  blasting,  this  rail  was  removed  and  the  concrete  exca- 
vated to  the  required  depth.  In  most  cases  the  cable  yokes 
had  been  broken  by  the  force  of  the  blast.  Where  these  yokes 
had  not  been  broken,  they  were  knocked  out  by  blows  from 
pieces  of  rail.  The  efficacy  of  the  blasting  depended  largely 
upon  the  proper  location  of  the  hole.  Where  the  holes  had 
been  drilled  close  to  the  middle  of  the  concrete  block,  so  that 
the  dynamite  charge  was  exploded  a  little  below  the  center 
of  gravity  of  the  section,  the  concrete  was  well  shattered  and 
could  be  picked  out  in  large  pieces.  Where  the  hole  had  been 
located  too  close  to  either  side  of  the  concrete  block,  how- 
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ever,  the  charge  would  blow  out  at  one  side  and  a  large  mass 
of  solid  concrete  would  be  left  intact  on  the  other  side.  The 
■  total  estimated  quantity  of  concrete  blasted  was  6,558  cu.  yds., 
or  0.2  cu.  yd.  of  concrete  per  lineal  foot  of  track.  The  cost 
of  the  dynamite  delivered  in  0.1  lb.  packages  was  13  cts.  per 
pound.  The  exploders  cost  $0.0255  each. 
The  cost  of  drilling  and  blasting  was  as  follows : 

Item.  Per  mile.      Perlin.  ft.     Percu.yd. 

Labor,  drilling $  89.76  $0,017  $0,085 

Blasting  labor  and  materials.   285.12  ■   0.054  0.268 


Total  drilling  and  blasting. $374.88 


$0,071 


$0,353 


Fig'.  t04. — Bench  Monument,  Chicago,  III. 

The  cost  of  blasting  with  labor  and  materials,  separately 
itemized,  was  as  follows,  per  cubic  yard: 

Dynamite  and  exploders $0,192 

Labor    0.076 

Total    $0,268 

Two  cubic  yards  of  concrete  were  blasted  per  pound  of 
dynamite. 

BENCH  MONUMENTS,  CHICAGO,  ILL.— The  standard 
bench  monuments.  Fig.  304,  used  is  Chicago,  111.,  are  mostly 
placed  in  the  grass  plot  between  tbc  curb  and  the  lot  line,  so 
that  the  top  of  the  iron  cover  comes  just  level  with  the 
street  grade  or  flush  with  the  surface  of  the  cement  walk. 
The   monument   consists   of  a    pyramidal    base  6  ft.   high 
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and  42  ins.  square  at  the  bottom,  with  a  }^-in.  x  2-ft.  cop- 
per rod  embedded,  and  of  a  cast  iron  top  and  cover  con- 
structed as  shown  by  the  drawing.  Mr.  W.  H,  Hedges,  Bench 
and  Street  Grade  Engineer,  Department  of  Public  Works, 
Chicago,  111.,  gives  the  following  data  regarding  quantities  and 
cost.  The  materials  required  for  each  monument  are:  1.78  cu. 
yd.  crushed  stone,  0.6  cu.  yd.  torpedo  sand,  ij^  bbls,  cement, 
60  ft.  B.  M.  lumber,  one  J4  ^  24-in.  copper  rod,  one  top  and 
cover.    A  gang  consisting  of  l  foreman,  4  laborers  and  2  teams 


Fl«.   a06.— Base   for  Wooden   Pole.  PiR.   SW.^HIle   Post.    Chicago   A 

Bestern   llltnols   R>. 

construct  from  one  to  three  monuments  per  day,  the  ayerage 
number  being  two  per  8-hour  day.  In  1906  the  average  cost 
of  the  monuments  was  $24.12  each,  based  on  above  material 
and  labor  charges. 

POLE  BASE. — Figure  305  shows  a  concrete  base  for  trans- 
mission line  poles  invented  by  Mr.  M.  H.  Murray,  of  Bakers- 
field,  Cal.,  and  used  by  the  Power  Transit  &  Light  Co.  of  that 
city.    These  bases  are  molded  and  shipped  to  the  work  ready 
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for  placing.  iThey  weigh  about  420  lbs.  each.  One  base  re- 
quires 37^  lbs.  of  2x34-1"-  steel  bar,  40  lbs.  of  Portland 
cement,  3  cu.  ft.  of  broken  stone  or  gravel  and  enough  sand  to 
fill  the  form  or  mold,  which  is  10  x  10  ins.  by  4j4  ft.  Unskilled 
labor  is  employed  in  the  molding  and  two  men  can  mold  ten 
bases  per  8-hour  day.  The  cost  of  molding  is  as  follows  per 
base: 

2  men  at  $2  per  day $040 

Brace  irons  per  set 2.50 

1-9  cu.  yd.  stone  at  $4.05 045 

40  lbs.  cement  at  i^  cts 0.60 

Sand 0.15 

Total  cost  $4.10 

Two  men  at  $2  per  day  each  set  five  bases  in  eight  hours, 
making  the  cost  of  setting  80  cts.  per  base.  The  bases  were 
sunk  to  a.  depth  of  3  ft.  3  ins.  In  many  cases  they  were 
placed  under  poles  without  interrupting  service  by  sawing  off 
the  pole,  dropping  it  into  the  ground,  placing  the  new  base 
and  setting  the  sawed-oflF  pole  on  it  and  bolting  up  the  straps. 

MILE  POST,  CHICAGO  &  EASTERN  ILLINOIS  R.  R 

— ^The  dimensions  of  the  post  are  shown  by  Fig.  306.  Each 
post  weighs  498  lbs.  They  are  made  when  other  concrete 
work  is  being  done.  The  form  is  laid  flat,  with  the  molds  for 
the  letters  on  the  bottom,  and  bottom  and  sides  are  plastered 
with  mortar,  which  is  backed  up  with  a  1-1-2  stone  concrete. 
The  cost  of  the  post  is  given  as  follows : 

J4  barrel  of  cement  at  $2 $0.50 

267  lbs.  crushed  stone o.oi 

133  lbs.  sand    o.oi 

I  1-3  hours  labor  at  15  cts 0.20 

1-3  hour  carpenter  changing  letters  at  25  cts 0.08 

Coloring  cement 0.02 

Total $0,82 
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BONDING  NEW  CONCRETE  TO  OLD.— Concrete 
which  has  set  hard  has  a  surface  skin  or  glaze  to  which  fresh 
concrete  will  not  adhere  strongly  unless  special  effort  is  made 
to  perfect  the  bond.  Various  ways  of  doing  this  are  prac- 
ticed. The  most  common  is  to  clean  the  hardened  surface 
from  all  loose  material  and  give  it  a  thorough  wash  of  cement 
grout  against  which  the  fresh  concrete  is  deposited  and 
rammed  before  the  grout  has  had  time  to  set.  Washing  the 
old  surface  with  a  hose  or  scrubbing  it  with  a  brush  and 
water  improves  the  bond,  as  does  also  the  hard  tamping  of  the 
concrete  immediately  over  the  joint.  Mortar  may  be  used  in 
place  of  grout.  The  thorough  cleansing  of  the  surface  is,  how- 
ever, quite  as  essential  as  the  bonding  coat,  in  fact  in  the 
opinion  of  the  authors  it  is  more  essential.  As  a  rule,  a  good 
enough  joint  for  ordinary  purposes  can  be  got  by  tamping  the 
fresh  concrete  directly  against  the  old  concrete,  without  grout 
or  mortar  coating,  if  the  surface  of  the  latter  is  thoroughly 
V'cleaned  by  scrubbing  and  flushing.  The  secret  of  securing  a 
good  bond  between  fresh  concrete  and  concrete  that  has  set 
lies  largely  in  getting  rid  of  the  glaze  skin  and  the  slime  and 
dust  which  forms  on  it.  Washing  will  go  far  toward  doing 
this.  The  glaze  skin  can  be  removed  entirely  by  acid  solu- 
tions, but  the  acid  wash  must  be  flushed  free  from  the  surface 
before  placing  the  fresh  concrete.  Ransomite,  made  by  the 
Ransome  Concrete  Machinery  Co.,  Dunellen,  N.  J.,  is  a  pre- 
pared acid  wash  which  to  the  authors'  knowledge  has  given 
excellent  success  in  a  number  of  cases.  The  glaze  coat  can 
also  be  removed  by  picking  the  hardened  surface,  but  the  pick- 
ing should  be  followed  by  washing  to  remove  all  loose  chips 
and  dust. 

DIMENSIONS  AND   CAPACITIES   OF   MIXERS.— In 

planning  plant  lay-outs  it  is  often  desirable  to  knew  the  sizes, 
capacities,  etc.,  of  various  mixers  in  order  to  make  preliminary 
estimates.  Tables  XXII  to  XXXIII  give  these  data  foj  a 
number  of  the  more  commonly  employed  machines,  The 
Eureka,  the  Advanced  and  the  Scheiffler  mixers  are  continu- 
ous mixers  and  the  others  are  batch  mixers. 
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Tablb  XXII — SizBs,  CAPAcrriES  and  Wbiohts  of  Adtamcbo  MiyTPf. 
Cement  Machinery  Co.,  Jadcaon,  Mich. 

Height  ground  to  hopper  top ,  8'  6* 

Width  over  all 8'  6" 

Length  over  all  on  trucks 10'  6" 

Capacity  per  hour,  cu.  yds 25  to  75 

Horsepower,   engine    2 

Weight: 

On  trucks,  without    power,    lbs 1,700 

On  trucks,  steam  engine   2,000 

On  trucks,  gas   engine 2,200 

On  trucks,  steam  engine  and  boiler 2.500 

Table  XXIII — Sizes,  CAPAcmss  and  Weights  of  Scheiffler  Proportionino  Mixers. 

The  Hartwick  Machinery  Co.,  Jackson,  l^ch. 

Mixer  Number.  No.  2.  No.  2H-  No.  3. 

Dimensions  of  hopper,  ins 55  x  33  53  x  33  60  x  40 

Height,  from  ground  to  top  of  hopper,  ins.  43  43  48 

Width  over  all  op  trucks,  Ins 46  46  46 

Length  over  all  on  trucks,  ins 126  126  132 

Hourly  capacity  in  cubic  yards 6-6  8  12-15 

Horsepower  required,  gasoline  engine....  2  3  4 

Horsepower  required,  steam  engine 3  4 

Weights: 

On  trucks,  without  power,  lbs 2,400  2,900  8.800 

On  trucks,  gasoline  engine,  lbs 3,000  8,600  4.500 

On  trucks,  steam  engine,   lbs 2.800  8,330  4,000 

On  trucks,  steam  engine  and  boiler,  lbs. .  3,500  3.700  4,800 


Table  XXIV — Sizes,  CAPAcrrxBs  and  Wbiohts  of  Eureka  Mixers. 
Eureka  Machine  Co.,  Lansing,  Mich. 


Mixer  Number. 


Size  hoppers,  ins. 


Sand... 
Cement. 
.Stone. 


Height,  grotmd  to  hopper  top. 

Width  over  all  on  trucks 

Length  over  all  on  trucks 

Capacity  per  hour,  cu.  yds . . . . 

Engine  horsepower 

Boiler  horsepower 

Weight  on  trucks,  no  power. . . 
Weight  trucks  steam  engine. . . 

Weight  trucks  gas  engine 

Weight  trucks,  eng.  and  boiler. 


No.  81 


18'x264' 
17'x26p 

49* 
40* 
12'— 9* 
10  to  18 
3  stm. 
4 
1.980 
2.800 


3.000 


No.  82 


do 

49* 

40* 
10'— 0* 
lOto  18 
3  stm. 


1.980 


No.  88 


do 

49* 

40* 
10'— 0* 
10  to  18 
3igas 


1.980 


2.300 


No.  84 


do 

49* 

40* 

10'— C 

10  to  18 

3  el.motr 


1.980 


No.  25      No.  28 


IS'xlM* 
irx26l' 


49* 

40^ 
8*- 0* 
10  to  18 
Pulley. 


1.400 


irx25l' 


49" 

4<r 

8'— 0* 
2to4 
Hand. 


1,400 


Table  XXV — Sizes.  Capacities  and  Weights  op  Snbll  Mixers. 

R.  Z.  Snell  Mfg.  Co.,  South  Bend.  Ind. 

"Mixer    Number.                               No.  0.  No.  1.  No.  2. 

Sise  batch,  cu.   ft 3  7  11 

Capacity  per  hour,  cu.  yds 2V4  5  8 

Speed  revs,   per  mln 30  30  25 

Weight  on  Skids: 

With    pulley,    lbs 480  800  900 

With  engine,  lbs 800  1.^0  2,050 

With  eng.   and  boiler,   lbs ...  2,170  2.900 

Weight  on  Wheels: 

With   engine,   lbs UOO  2.200  3,450 

With  engine  and  boiler,  lbs ...  3,570  4,7o0 

Size^cyuSder.  ins 4x6*  3%x4V4  4x5 

Rated   horsepower   It*  4  & 

SizX"' 24X60  26X60 

Rated  horsepower ;•/••*•         o^a'^''  \,  vi"  v  K'«-  4'  x  fi' 

Outside   dimensions   on   skids....        2  9    x4  3  4    x  5  6  4  x6 

Totol  height  on  skids »»  *^  ° 


No.  3. 
24 
20 
19 

2,000 
3,500 
4,000 

4,700 
5,200 

5x6V& 
6 

30x60 
8 
6'x9' 
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Table  XXVI — Sizes.  Capacities  and  Horsepower  op  Ransoms  Mixers. 
Ransome  Concrete  Machinery  Co..  Diinellen,  N.  J. 

Mixer  number.                                            No.  1.           No.  2.        No.  3.  No.  4. 

Size  batch,  cu.  f t 10  to  14                20                30  40 

Capacity  per  hr.,  cu.  yds 10               20               30  40 

Speed.  Revs,   per   mln 16               15               14%  14 

Weight  on  Skids: 

Pulley  or  sear,  lbs. 3.300          3.650          5.900  7.400 

With  engine,  lbs 4,600           6.050           7,700  9,250 

With  engine  and  boiler,  lbs 6.450          8,700         12,200  14.700 

Weight  on  Wheels: 

With   engine,    lbs 5,100           5,550           8,200  9.750 

With  engine  and  boiler,  lbs 6,950          9.200         12.700  15,000 

Engines: 

Size   cylinder,   ins 6x6          7x7          8x8  9x9 

Rated   horsepower    7               10               14  20 

Boiler: 

Size,    ina 36  x  6d      42x73      42x87  48x93 

Rated  horsepower   10               15               20  30 

Table  XXVII — Sizes,  Capacities  and  Horsepowers  op  Chicago  Improved  Cube  Mixers. 
Municipal  Bngineering  and  Contractng  Co..  Chicago,  111. 

Mixer    number.  "Handy."  No.  6.  No.  11.  No.  17.  No.  22.  No.  S3.  No.  64. 

Size    batch,    cu.    ft 2H          6            11            17            22            33  64 

Capacity  per  hr..  cu.  yds.          5%         13            24            40            50            70  120 

Speed,  revs,  per  min 24            20            18            17            16            15  12 

Weight  on  Skids: 

Pulley   or   gear,    lbs 1,000       1,900       2.800       5,000       7,000       9,600  19,000 

With    engine,    lbs 2,500       3,600       6.100       8,200     12,000       

With  eng.  and  boiler,  lbs 3,100       4,800       7.800     10,000     16.000       

Weight  on  Wheels: 

With  engine,   lbs 1,400       3.200       4.500       7,100       9,500     15.000       

With  eng.  and  boiler,  lbs 4,000       6,000       8.800     10.300     17.000       

Engine: 

Size  cylinder,  ins 4x4        6x6    6V6x7      7x8      8x9       

Rated    horsepower    2              3              6              8            12            15  30 

Boiler,   rated   horsepower                        4             8            10            15            18  35 

Width  over  all   4'-5"      5'-10"      7'-l"     7'-8"      8'-6"     9"-8"       

Length   over   all    4'-10"     6'-&"        8'-0"     S'-IO"     10'-2"  13'-6"  .... 

Height  bot.  sill  to  charg- 
ing hopper 3'-4%"  3'-5"        3'-19"  4'.7''       5'-0'      5'  -9"  .... 

Additional     height     on 

wheels    9%"  l'-5H"  l'-5V^"     6%'      5%"       

Table  XXVIII — Sizes,  Capacities  a  id  Horsepowers  op  Cropp  Mixers. 
A.  J.  Cropp.  Concrete  Machinery,  Chicago,  lU. 

Mixer  number.                           No.  0.            No.  1.            No.  2.        No.  8.  No.  4. 

Size  batch,  cu.  ft 7  to  8                10                13                16  20 

Cap.   per  hr.,    cu.   yds 15               20               25               30  40 

Speed,  revs,  per  mln 12               10               10               10  10 

Weight  on  Skids: 

With    engine,    lbs 1,875          1,650          1,700           1,975  2,100 

With  eng.  and  boiler,  lbs 2,576          2.950          3,000          3.775  3,900 

Weight  on  Wheels: 

With   engine,    lbs 1,775           2,050          2,200           2,475  2,600 

With  eng.  and  boiler,  lbs 2.900          3,350          3,400           4,250  4,350 

Engine: 

Size  cylinder.  Ins 4x4          6x5          5x5          6x6  6x6 

Rated  horsepower 3                 5'           5                 7  7 

Boiler: 

Size    Inside    24"  x  4'    24"  x  6'    24^x6'     30"  x  6'     30"  x  6" 

Rated   horsepower    4                 6                 6                 9  9 

Out.    dimensions   on  skids 40"              40"              40"              48"  48* 

Total    height     60"              56"              56"              56"  62" 

Height  fr.  ground  en  trucks: 

Charging,    ins 20                20                20                20  20 

Discharging,  ins 30               30               30               30  30 
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Tablb  XXIX — Sizss,  Capacitibs  and  Horsbpowbrs  op  Chicago  Concrbtb  Mixbrs. 

Chicago  Concrete  Machinery  Co..  Chicago,  111. 

Number  of  mixer.                                  No.  00.          N6. 0.  No.  1.  No.  2. 

I  cement                    V4  112 

Standard  charge  In  cu.  ft.   -{Sand  ..,'.'.'.'.        1^  2%  4  8 

f  stone    ......        3  5  8  16 

Total  unmixed  batch  in  cu.  ft 5  8^  13  26 

Mixed  concrete  per  batch,  loose  in  cu.  ft.       S*^  G  9  18 
Cubic  yards  of  unmixed  material  per 

hour,  45  batches  per  hour  8  14  21  42 

Cubic  yards  of  mixed  concrete  per  hour, 

45  batches  per  hour  6  10  15  30 

Minimum  horsepower   required    2  4  6  8 

Revolutions  of  drivinsT  pulley    permin...    200  190  185  170 

Revolutions  of  drum  per  min 20  18  15  13 

Diameter  and   face   of  driving  pulley... 20  x  8^     20x4V&      24x5Vi      28  x  6Vi 

Weight: 

On  skids  with  pulley,  lbs ..1.550  2.150  2.900  4.850 

On  truck  with  pulley  or  gears,  lbs 1,800  2  550  3,500  6.150 

On  skids  with  st.  engine  only,  lbs.. 2,400  3.400  4.600 

On  truck  with  st.  engine  only 2,900  4.000  5.300 

On  skids  with  st.  eng.  and  boiler,  lbs 2.800  4.700  6,000 

On  truck  with  st.   eng.   and  boiler,  lbs.. 2.400  4.200  5.750  7.850 

On  skids   with   gasoline   engine,    lbs 2,000  3.500  5.000  6.500 

On  truck  with  gasoline  engine,  lbs 2.400  4,300  5,800  7.800 

Tablb  XXX— tSizbs.  Capacitibs  and  Horsbpowbrs  of  Kobhrixo  Mixers. 

Koehring  Machine  Co.,  Milwaukee,  Wis. 

Mixer   number.                                                 No.  0-B.  No.  1-B.  No.  2-B.  No.  3-B. 

Capacity  per  charge,   in  cu.   ft 7  11  22  27 

Capacity  per  hour  in  cu.  yds 7  14  25  30 

Horsepower,   steam  engine 4  6  8  10 

Horsepower,    steam    boiler    5  8  10  14 

Horsepower,    gasoline    engine 4  6  10  12 

Horsepower,    electric    motor    6  6  7^4  10 

Speed  of  drum   20  17  15  15 

Speed  of  intermediate  shaft  132  108  75  75 

Weight  of  mixer  on  skids 1.800  2.S00  5.200  5.500 

Weight  of  mixer  on  skids,  with  steam  eng.2,300  3,550  6,500  7,000 
Weight  of  mixer  on  skids,  with  steam  en- 
gine   and    boiler    3,300  5,000  8,000  9,300 

Weight  of  mixer  on  skids,  gasoline  engine 

and  housing   3.000  4,400  7,500  8,600 

Weight  of  trucks  with  pole  400  600  850  950 

Weight    of    automatic    loading    bucket 

complete     500  700  1,000  1,100 

Weight  of  mixing  through  complete 200  250  400  400 

Tablb  XXXI — Sizbs,  Capacities  and  Horsbpowbrs  op  Smith  Mixbrs. 
Contractors'  Supply  &  Equipment  Co.,  Chicago,  IH. 

Mixer  number.                       No.  0.       No.  1.       No.  2.       No.  2%.     No.  4.  No.  5. 

Qto«^   nh-^Ttr^     \  Cement..        112  2  3  4 

Stand,  charge     )  g.^.,^,     ...        2«i             4                 6  7%  10%  14 

^"  *^            I  Stone    ...        5                 8                12  15  21  28 

Total    unmixed    per    batch, 

cu.     ft 8%            13                20  24%  34%  46 

Mixed    material    per    batch 

(loos-),  cu.  ft 6                 9                13%  16%  22  30 

Cubic      yards      mixed     per 

hour,  up  to 9                20               30  39  46  62 

Power    required— H. P.     ...        4                  6                 8  10  15  19 

Revs,  per  minute  of  driving 

pulley     218              180              173  162  160  125 

Diameter  and  fare  of  driv- 
ing pulley,  ins 20  x  4%     21x5%     28  x  5%  28  x  6%  36  x  6%  48  x  7% 

Weight  on  skids  with  pul- 
ley only,  lbs 1,740          2,500          3,600  4,400  6,200  7,900 

Weight  on  truck  with  pul- 
ley Of  gears.    li'S 2.200          3.650          4,750  5.500  7,400            

Weirht      on      truck      with 

stoam  eng.  &  boll.,  Ib8.3,750           5.600          7,200  8,600  11,400            

Welsrht  on  truck  with  gaso- 
line engine,  lbs 4,000          5.100          7,400  9.300  


'  •  •  • 
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Tablb  XXXI I — SiKBS,  Wbiohts  and  Capacitibs  of  Polygon  Mixbr. 
Waterloo  Cement  Machinery  Co.,  Waterloo,  Iowa. 

Mixer  number.                                         No.  4.  No.  C.  No.  6.  No.  7. 

Maximum  charsre,   cu.   ft 6  10  12  16 

Cubic  yards  mixed  per  day  (10  hrs.)  up  to     60  190  130  180 

Weight  on  skids  with  pulley  (approx.)..  1.600  2,200  3,500  4.000 
Weight     on  skids  with  steam  engine  and 

boiler   (approx.)    3.100  3,900  6,500  6.200 

Weight  on   skids     with    gasoline     engine 

(approx.)     2,900  3,900  6,100  5.700 

Weight  on  trucks  with  steam  engine  and 

boiler   (approx.)    8,600  4,600  6,000  7,000 

Weight  on   trucks   with    gasoline    engine 

(approx.) 3,400  4,650  5,700  6,760 

DATA  FOR  ESTIMATING  THE  WEIGHT  OF  STEEL 
IN  REINFORCED  CONCRETE.— Architects'  and  engineers' 
plans  record  the  steel  used  in  reinforced  concrete  in  various 
ways.  Sometimes  complete  schedules  of  shapes,  dimensions 
and  weights  of  the  various  reinforcing  elements  are  drawn  up 
and  submitted  to  bidders  with  the  plans.  In  such  cases  the 
estimating  is  usually  a  simple  problem  for  the  contractor.  In 
other  cases  the  amount  of  steel  that  will  be  required  is  stated 
as  a  percentage  of  the  volume  of  the  concrete.  In  still  other 
cases  the  detail  drawings  merely  show  the  number,  location 
and  dimensions  of  the  reinforcing  bars,  stirrups,  etc.,  and  the 
contractor  has  to  compile  from  them  his  own  schedule  of 
quantities.  The  following  tables  and  discussion  wiH  aid  the 
contractor  in  making  his  estimates.  Before  proceeding  with 
these  data,  however,  the  authors  would  strongly  advise  that  to 
facilitate  rapid  estimating  the  contractor  should  keep  accurate 
records  of  all  reinforced  concrete  structures  in  such  form  as 
to  show  the  percentages  of  steel  used.  In  doing  this,  however, 
he  should  be  careful  to  separate  the  foundations,  etc.,  which 
are  not  reinforced  from  the  superstructure  which  is  reinforced. 
A  reinforced  concrete  arch  bridge,  for  example,  usually  rests 
on  piers  and  abutments  which  are  not  reinforced.  Do  not 
lump  together  all  the  concrete  in  recording  the  weight  of  rein- 
forcement used,  but  separate  the  reinforced  arch  from  the  un- 
reinforced  portions. 

Method  of  Computing  Weight  from  Percentage  of  Volume. 
— In  a  cubic  yard  of  concrete  there  is  i  per  cent,  of  27  cu.  ft. 
or  0.27  cu.  ft.  of  steel  if  the  reinforcement  is  i  per  cent.  Now 
a  cubic  foot  of  steel  weighs  490  lbs.,  but  for  all  practical  pur- 
poses we  can  call  it  500  lbs.  Hence  reinforced  concrete  con- 
taining I  per  cent,  of  steel  has  0.27  X  500=  135  lbs.  per  cubic 
yard.  Table  XXXIII  has  been  computed  in  this  manner; 
knowing  the  price  of  steel  it  is  a  matter  of  simple  multiplica- 
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tion  to  estimate  from  the  table  the  cost  of  steel  for  any  per- 
centage of  reinforcement. 

Weights  and  Dimensions  of  Plain  and  Special  Reinforcing 
Metals. — Steel  for  reinforcement  is  used  in  the  shape  of  plain 
round  and  square  bars,  deformed  bars,  woven  and  welded  net- 
ting and  metal  mesh  of  various  sorts.  Tables  XXXIV  to 
XXXVII  show  the  weights,  dimensions,  etc.,  of  thjese  various 
metals. 

Table  XXXIII — Showing  Wbight  of  Stbbl  Pbr  Cubic  Foot  and  Pbr  Cubic  Yard  op 

CONCRBTB  for  VARIOUS  PbRCBNTAOBS  OP  RbINFORCBMBNT. 

Per  cent                                      Lbs.  steel  Lbs.  steel 

of  steel.                                      Per  cu.  ft.  Per  cu.  yd. 

0.20                                               1.00  27.0 

0.25                                                1.26  33.8 

0.30                                                 1.60  40.5 

0.35                                                1.75  47.3 

0.40                                                2.00  54.0 

0.45                                                 2.26  60.8 

0.50                                                 2.50  67.5 

0.55                                                2.75  74.3 

0.60                                                8.00  81.0 

0.65                                                8.25  87.5 

0.70                                                  3.60  94.5 

0.75                                                3.75  101.3 

0.80                                                4.00  108.0 

0.85                                                  4.25  114.8 

0.90                                                 4.60  121.5 

0.95                                                  4.75  128.3 

1.00                                                  5.00  135.0 

Table  XXXIV— Weights  of  Round  and  Square  Bars  of  Diicbnsions  Commonly 

UsBD  FOR  Reinforcing  Concrbtb. 

Thickness  or                           Weight  of  square  Weight  of  round 

diameter  in  inches                   bars.  Lbs.  per  ft.  rods.  Lbs.  per  ft. 

1-16                                        0.013  0.010 

XL                                             0.053  0.042 

3-16                                         0.119  0.094 

U                                              0.212  0.167 

5-16                                           0.333  0.261 

%                                              0.478  0.376 

7-13                                           0.661  0.511 

%                                              0.850  0.668 

9-16                                           1.076  0.845 

%                                               1.328  1.043 

11-16                                         1.607  1.262  . 

44                                               1.913  1.502 

%                                               2.608  2.044 

1^                                               3.400  2.670 

IH                                             4.303  3.380 

114                                               5.312  4.172 

lU                                               7.650  6.008 

1%                                             10.404  4.178 

2                                               13.600  10.68 

Tablb  XXXV— Dimensions  and  Weight  of  Expanded  Metal. 

Mesh.  Sectional  area  sq.  Weight,  Ibe. 

inches.  ins.  per  ft.  width.        per  sq.  ft. 

Standard  %  0.209                          0.74 

Standard     ,*  J-226                           »•»« 

Standard     IH  0.207                           0.70 

Standard  2  0.166                           0.66 

8\X^^^ ::::::::::::3  S:?!!             om 

QtfnLi^d 3  0.178                           0.60 

Hervv    ;:;:             3  0.267             0.90 

Fxfm    h^vv .     8  0.356                           1.20 

fitoVSora            .     3  0.400                          1.38 

«^Jl^         3  0.600                           2.07 

"eavy J  0  093                          0.42 

g»d  style  ••;  J  ^  245                          0-84 

^IS^P""^ ::::::;;::::::    S  0.368             im 
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Tablk  XXXVI^-Dimbksions  and  Wbioht  op  Kahn  Rib  Mbtal. 


Size 

No. 

2 

8 

4 

6 

6 

7 

8 


per 


Section 

area 

Weight  per 

ff.  width 

sq.  ins. 

sq.  ft.  lbs. 

0.54 

2.13 

0.36 

1.48 

0.27 

1.08 

0.22 

0.87 

0.18 

0.72 

0.15 

0.62 

0.14 

0.55 

Tablb  XXXVII — ^Wbzghts  of  Dbpormbd  Bars  qw  Dimbnsions  .Commonly  Usbd  por 

Rbinpobcbd  Concrbtb. 


Size. 
Ins. 


Weight,  lb3. 
per  ft. 


Area 
sq.  ins. 


Size  Weight,  lbs.  Area 

ins.  per  ft.  sq.  ins. 


Ransome  Twisted  Bar. 


New  Style  Corrugated  Bar. 


^ 

0.212 

0.063 

§ 

0.85 

0.25 

1.32 

0.319 

^ 

1.91 

0.563 

% 

2.6 

0.765 

1 

3.4 

1.000 

1^ 

5.3 
Diamond  Bar. 

1.563 

% 

1 

1^ 


0.24 
0.85 
1.33 
1.91 
2.60 
3.40 
5.31 


0.06 
0.25 
0.39 
0.56 
0.77 
10 
i6 


1.5( 


Universal  Corrugated  Bar. 


% 
% 
% 
1 

1^ 


0.85 
1.33 
1.91 
2.60 
3.40 
5.31 


0.25 
0.39 
0.56 
0.76 
1.00 
1.56 


%xl 

-16x1^ 
%xl% 

%x2 

94x2^ 


-No     1  Mill- 


Thacher  Bulb  Bar. 


0.73 

0.19 

1.18 

0.32 

1.35 

0.41 

1.97 

0.54 

2.27 

0.65 

2.85 

0.80 

No. 

2    M11L~ 

H 

0.16 

0.047 

•  •  •  • 

.... 

•  •  •  • 

% 

0.61 

0.18 

^ 

0.58 

0.17 

% 

0.95 

0.28 

0.92 

0.27 

% 

1.39 

0.41 

% 

1.34 

0.39 

% 

1.87 

0  55 

% 

1.79 

0.53 

2.42 

0.71 

1 

2.32 

0.68 

^ 

3.74 

1.10 

1% 

3.55 

1.04 

5.30 

1.56 

IVi 

5.20 

1.53 

% 

7.07 

2.08 

•  ■  •  • 

•  •  •  • 

9.02 

2.65 

••  •  • 

•  •  ■  • 

■ .  •  • 
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Monolith  Bar. 


Twiated  Lug  Bar. 


0.4 

0.55 

0.25 

44 

0.222 

0.626 

yk 

0.S5 

0.32 

Vk 

0.87 

0.250 

m 

•  •  •  • 

•  •  •  « 

Jk 

1.35 

0.3906 

• 

•  •  •  • 

•  •  •  • 

% 

1.94 

0.5625 

0.8 

2.18 

0.64 

VB 

2.64 

0.7656 

1 

3.37 

1.00 

1 

3.45 

1.00 

• 

•  •  ■  • 

•  •  •  • 

1% 

6.37 

1.5625 

IH 

7.75 

2.25 

1-% 

7.70 

2.25 

Cup  Bar. 


0.48 
0.86 
1.35 
1.95 
2.66 
8.46 
4.38 
4.51 


RECIPES  FOR  COLORING  MORTARS.— The  following 
recipes  for  coloring  cement  mortar  have  been  found  reliable ; 
the  weights  given  being  weight  of  coloring  matter  per  bag  of 
cement  and  for  a  i-2  mortar: 

Brown  Stone:  4  to  5  lbs.  brown  ochre  or  ^  lb.  best  quality 
roasted  iron  oxide. 

Buff  Stone:  4  lbs.  yellow  ochre. 

Red  Stone:  5  lbs.  raw  violet  iron  oxide. 

Bright  Red  Stone:  syi  to  y  lbs.  English  or  Pompeiian  red. 

Blue  Stone:  2  lbs.  ultramarine  blue. 

Dark  Blue  Stone:  4  lbs.  ultramarine  blue. 

Slate:  Lamp  black  yi  lb.  light  slate ;  4  lbs.  dark  blue  slate. 

Light  Terra  Cotta:  2  lbs.  Chattanooga  iron  ore. 


CHAPTER  XXV. 

METHODS  AND  COST  OF  WATERPROOFING  CON- 
CRETE STRUCTURES. 

Resistance  to  penetration  by  water  is  desirable  in  all  con- 
crete structures,  and  is  essential  in  such  structures  as  tanks, 
reservoirs,  vaults,  subways,  basements  and  roofs.  Concrete,  as 
it  is  ordinarily  made,  is  pervious  to  water,  hence  to  secure 
concrete  structures  through  which  water  will  not  penetrate 
some  method  of  waterproofing  the  concrete  must  be  em- 
ployed. Many  methods  have  been  proposed  and  are  being 
used;  none  of  these  methods  is  without  faults,  the  best  one  of 
them  has  not  yet  been  determined,  and  the  evidence  available 
as  to  their  comparative  merits  is  biased  and  conflict:ing.  For 
these  reasons  any  discussion  of  waterproofing  for  concrete  is 
at  the  present  time  bound  to  be  unsatisfactory. 

Methods  of  waterproofing  may  be  roughly  classified  as  fol- 
lows: (i)  Use  of  mixtures  so  proportioned  as  to  be  im- 
pervious; (2)  admixture  of  substances  designed  to  produce 
impermeability;  (3)  use  of  waterproof  coatings,  washes  or 
diaphragms.  In  succeeding  sections  enough  examples  of  each 
method  are  given  to  indicate  current  practice ;  no  attempt  has 
been  mad^  to  catalog  all  the  waterproofing  substances  and 
systems  being  promoted — ^there  are  too  many  of  them. 

The  art  of  waterproofing  concrete  is  in  a  transition  stage. 
Outside  of  the  manufacturers  of  waterproofing  material  the 
art  has  received  serious  study  by  comparatively  few  persons. 
No  comparative  tests  by  independent  investigators  are  avail- 
able. Practical  experience  with  most  of  the  materials  used  has 
not  extended  over  a  long  enough  period  of  time  to  permit 
true  conclusions  to  be  drawn.  Students  of  the  subject  are  not 
even  agreed  upon  the  broad  questions  whether  it  is  better 
to  work  toward  developing  an  impervious  concrete  or  toward 
perfecting  a  waterproof  covering  for  concrete.  On  the  minor 
subdivisions  there  is  no  agreement  at  all. 
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In  the  present  state  of  the  art  one  can  lay  fast  hold  to  only 
three  things.  The  first  is  that  waterproofing  is  one  component 
of  a  system  of  drainage ;  the  second  is  that  structures  must, 
to  get  the  best  results,  be  designed  with  the  fact  in  mind  that 
waterproofing  is  a  component  structural  element,  and  the 
third  is  that  skilled  and  conscientious  workmanship  are  essen- 
tial elements  in  the  success  of  all  waterproofing  materials  and 
methods. 

IMPERVIOUS  CONCRETE  MIXTURES.— The  com- 
pounding of  the  regular  concrete  materials  so  as  to  produce  an 
impervious  concrete  has  been  made  the  subject  of  numerous 
experiments.  The  most  elaborate  of  these  experiments  were 
those  conducted  over  a  period  of  five  years  by  Mr.  Feret,  of 
the  Boulogne  (France)  Laboratory  of  the  Fonts  et  Chaussees. 
Feret's  experiments  led  him  to  the  following  conclusions : 

"That  in  all  mortars  of  granulometric  composition  the  most 
permeable  are  those  which  contain  the  least  quantity  of 
cement. 

"Of  all  mortars  of  the  same  richness,  but  of  varying 
granulometric  composition,  those  which  contain  very  few  fine 
grains  are  much  more  permeable.  They  are  the  more  so 
where,  with  equal  proportions  of  the  fine  grains,  the  coarse 
grains  predominate  more  in  relation  to  the  grains  of  medium 
size. 

"The  minimum  permeability  is  found  in  mortars  where  the 
proportion  of  medium-sized  grains  is  small,  and  the  coarse  and 
fine  grains  are  about  equal  to  each  other." 

Mr.  Feret  also  found  that  permeability  decreased  with  time 
and  that  wet  mixtures  were  less  permeable  than  dry  mixtures. 

Tests  made  by  Messrs.  J.  B.  Mclntyre  and  A.  L.  True  at  the 
Thayer  School  of  Civil  Engineering  in  1902  gave  the  follow- 
ing results : 

All  the  specimens  composed  of  i-i  mortar  in  the  proportions 
of  30,  35,  40  and  45  per  cent,  of  the  whole  mass  were  im- 
permeable. Some  of  the  specimens  composed  of  1-2  mortar  in 
the  proportions  of  40  and  45  per  cent,  were  also  impermeable, 
as  well  as  the  1-2-4  and  1-2^-4  mixtures.  All  other  mixtures 
leaked  at  the  high  pressure  (80  lbs.  per  sq.  in.)  and  in  a  gen- 
eral way  exhibited  a  degree  of  imperviousness  in  direct  pro- 
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portion  to  the  proportion  of  mortar  in  them,  with  the  lower 
pressures  from  20  lbs.  per  sq.  in.  up  as  well  as  for  the  8o-lb. 
pressure. 

Other  tests  confirm  those  cited.  In  general  we  may  con- 
clude that  those  mixtures  richest  in  cement  and  mortar  are 
the  most  impervious.  It  is  doubtless  practicable  by  exercising 
proper  care  to  proportion,  mix  and  place  a  concrete  mixture 
which  will  be  so  nearly  impervious  that  visible  leakage  will  be 
small.  The  task,  however,  is  one  difficult  to  perform  in  actual 
construction  work,  and  its  accomplishment  is  never  certain. 

STAR  STETTIN  CEMENT.— Star  Stettin  cement  is  a 
Portland  cement  made  by  grinding  a  clinker  which  has  been 
"impregnated"  with  substances  which  impart  waterproofing 
properties  to  the  ground  product.  The  process  is  the  inven- 
tion of  Richard  Liebold,  and  the  cement  is  made  by  the  Star 
Stettin  Portland  Cement  Works,  Stettin,  Germany.  It  is 
asserted  that  a  1-4  fine  sand  mortar  made  with  this  cement  is 
impervious.  To  use  it  the  ordinary  precautions  adopted  in 
the  employment  of  Portland  cement  are  necessary,  and  in 
addition  the  following:  The  cement  must  be  mixed  with 
moist  instead  of  dry  sand  before  the  water  is  added;  the  sand 
should  be  clean,  sharp  and  fine  of  grain ;  the  mortar  must  be 
more  perfectly  mixed  than  ordinarily,  and  somewhat  more 
water  should  be  used  than  is  ordinarily  used.  Perfectly  even 
mixing  is  essential  to  the  best  results. 

MEDUSA     WATERPROOFING     COMPOUND.— This 

compound  is  a  dry  powder  which  is  mixed  with  the  cement 
in  proportions  of  from  i  per  cent,  to  2  per  cent,  by  weight, 
or  from  4  lbs.  to  8  lbs.  per  barrel  of  cement.  The  compound 
costs  12  cts.  per  lb.,  so  that  its  addition  increases  the  cost  from 
48  to  96  cts.  per  barrel  of  cement.  Thorough  mixing  of  the 
compound  with  the  cement  is  of  the  utmost  importance,  other- 
wise none  but  the  ordinary  precautions  in  the  use  of  Portland 
cement  is  necessary.  Absorption  tests  on  concrete  blocks 
treated  and  untreated  with  the  compound  and  nine  months  old 
have  shown  the  absorbtion  of  treated  blocks  to  be  about  one- 
fourth  or  one-fifth  that  of  untreated  blocks.  The  compound  is 
made  by  the  Sandusky  Portland  Cement  Co.,  Sandusky,  Ohio. 
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NO  VOID      WATERPROOFING      COMPOUND.— This 

compound  is  a  dry  powder  which  is  mixed  dry  with  the 
cement  in  the  proportion  of  i  to  2  per  cent,  by  weight  or  about 
I  to  2  lbs.  per  bag  of  cement.  The  compound  costs  12  cts.  per 
pound  or  about  from  48  to  96  cts.  per  barrel  of  cement.  Direc- 
tions for  making  waterproofing  mortar  are:  To  100  lbs.  of 
Portland  cement  add  2  to  2j4  lbs.  of  compound  and  200  lbs.  of 
clean  and  sharp  sand  and  mix  the  materials  dry  and  very 
thoroughly.  The  water  is  then  added  in  the  proportion  neces- 
sary to  make  a  good  working  mortar  and  the  mortar  mixed 
and  applied  in  the  ordinary  manner.  Used  as  a  wash  2  lbs.  of 
compound  are  thoroughly  mixed  dry  with  a  bag  of  cement. 
Any  portion  of  the  mixture  is  then  mixed  with  water  to  pro- 
duce a  creamy  grout,  which  is  applied  to  a  thoroughly  wet 
surface  with  a  brush.  This  compound  is  made  by  The  Abbey- 
Dodge-Brooks  Concrete  Co.,  Newark,  N.  J. 

IMPERMEABLE    COATINGS    AND    WASHES.— The 

most  common  means  employed  for  rendering  concrete  struc- 
tures waterproof  is  to  coat  or  wash  the  surface  with  some 
substance  itself  impervious  to  water  or  having  the  property 
of  closing  the  pores  of  the  surface  skin  of  concrete  so  that 
water  cannot  penetrate. 

Bitiiminous  Coatings. — Bituminous  coatings  of  one  com- 
position or  another  are  among  the  most  commonly  used  of 
impermeable  coatings.  The  bituminous  compound  is  used 
both  alone  and  in  combination  with  layers  of  a  fabric  of  some 
sort  to  form  the  coating.  Where  bituminous  coatings  are  used 
on  surfaces  exposed  to  the  sun  and  frost  attention  must  be 
given  to  the  fact  that  a  compound  of  different  properties  is 
required  where  the  range  of  temperature  is  great  than  is  re- 
quired where  this  range  is  smaller.  Asphalt,  for  example, 
should  have  a  flow  point  of  212°  F.  and  a  brittle  point  of 
— 15**  F.  when  exposed  directly  to  sun  and  frost  as  compared 
with  say  a  flow  point  of  185®  F.  and  a  brittle  point  of  o**  F. 
when  covered  from  the  direct  action  of  sun  and  frost.  An- 
other point  to  be  kept  in  niind  particularJy  in  using  exterior 
coatings  is  that  the  concrete  surface  must  be  properly  pre- 
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pared  to  receive  the  coating  or  else  it  will  peel  off.  The 
following  are  examples  from  actual  practice  of  waterproofing 
with  bituminous  coatings. 

The  following  method  of  waterproofing  with  asphalt  coat- 
ing is  given  by  W.  H.  Finley :  The  asphalt  used  must  be  of 
the  best  grade,  free  from  coal  tar  or  any  of  its  products,  and 
must  not  volatilize  more  than  0.5  per  cent,  under  a  tempera- 
ture of  100°  F.  for  10  hours.  It  must  not  be  affected  by  a  20 
per  cent,  solution  of  ammonia,  a  35  per  cent,  solution  of  hydro- 
chloric acid,  a  25  per  cent,  solution  of  sulphuric  acid,  pr  a 
saturated  solution  of  sodium  chloride.  For  structures  under- 
ground a  flow  point  of  185°  F.  and  a  brittle  point  of  o**  F. 
shall  be  required.  If  the  surface  cannot  be  made  dry  and 
warm  it  should  first  be  coated  with  an  asphalt  paint  made  of 
asphalt  reduced  with  naphtha.  The  asphalt  should  be  heated 
in  a  kettle  to  a  temperature  not  exceeding  450**  F.  It  has  been 
cooked  enough  when  a  piece  of  wood  can  be  inserted  and  with- 
drawn without  the  asphalt  clinging  to  it.  The  first  coat 
should  consist  of  a  thin  layer  poured  from  buckets  on  the 
prepared  surface  and  thoroughly  mopped  over.  The  second 
coat  should  consist  of  a  mixture  of  clean  sand  and  screenings, 
free  from  earthy  admixtures,  previously  heated  and  dried,  and 
asphalt,  in  the  proportion  of  i  of  asphalt  to  3  or  4  of  sand 
or  screenings  by  volume.  This  is  to  be  thoroughly  mixed 
in  the  kettle  and  then  spread  out  on  the  surface  with  warm 
smoothing  irons,  such  as  are  used  in  laying  asphalt  streets. 
The  finishing  coat  should  consist  of  pure  hot  asphalt  spread 
thinly  and  evenly  over  the  entire  surface,  and  then  sprinkled 
with  washed  roofing  gravel,  torpedo  sand,  or  stone  screenings, 
to  harden  the  top.  The  thickness  of  the  coating  will  depend 
on  the  character  of  the  work  and  may  vary  from  ^  in.  to  2  ins. 
in  thickness. 

Several  firms  manufacture  and  sell  ready  made  priming 
paints  and  mastics  for  waterproofing  concrete  by  substantially 
the  above  method.  Sarco  compounds  made  by  the  Standard 
Asphalt  &  Rubber  Co.,  of  Chicago,  111.,  are  examples.  Sarco 
waterproofing  is  a  compound  analyzing  99.7  per  cent,  pure 
bitumen  and  having  a  range  of  ductility  of  200°  F.  In  water- 
proofing large  car  barn  roofs  of  concrete  in  Chicago,  the  con- 
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Crete  was  first  swept  clean  and  a  coat  of  priming'  compound 
was  thoroughly  brushed  in.  On  the  priming  coat  was  mopped 
a  coat  of  waterproofing  compound,  applied  hot,  and  covered 
with  a  layer  of  fine  sand.  The  thickness  of  the  completed 
coating  was  1-16  in.  Where  a  heavier  waterproofing  is  neces- 
sary the  waterproofing  compound  is  covered  with  one  or 
more  5^-in.  coats  of  Sarco  mastic. 

The  following  bituminous  coatings  have  been  used  in  water- 
proofing concrete  fortifications  by  the  U.  S.  Army  Engineers : 

Mobile,  Ala. — The  top  of  the  concrete  was  covered  with  a 
thin  coat  of  1-2  cement  mortar  and  given  a  rough  trowel 
finish.  As  soon  as  the  surface  was  dry  it  was  covered  with 
a  layer  of  asphalt  mastic  i  in.  thick  and  rubbed  down  to  a 
finish  with  dry  sand  and  cement  in  equal  parts.  To  prepare 
the  mastic  take  500  lbs.  of  Diamond  T  asphalt  mastic,  broken 
into  small  pieces,  30  lbs,  of  Diamond  T  asphalt  flux,  and  5 
lbs.  of  petroleum  residuum  oil.  When  thoroughly  melted  add 
400  lbs.  clean,  dry  torpedo  gravel  previously  heated.  Stir 
gravel  and  asphalt  until  thoroughly  mixed  at  a  temperature 
of  about  375"*  F. 

Key  West,  Fla. — The  top  of  the  concrete  w^s  covered  with 
smooth  plaster,  proper  slope  for  drainage  being  given.  Above 
this  two  layers  of  asphalt  of  jan  aggregate  thickness  of  ^  in. 
were  applied.  The  composition  of  the  asphalt  was  as  fol- 
lows: 440  lbs.  rock  asphalt  mastic,  3  gallons  co^i  tar,  and 
5  gallons  silicious  sand. 

Delaware  River  Defenses, — The  concrete  was  waterproofed 
with  coal  tar  and  sand.  The  tar  was  made  hot  and  applied 
to  the  surfaces  with  rubber  squeegees  and  then  sanded. 
Joints  were  filled  with  the  hot  tar.  A  surplus  of  sand  was  left 
on  for  a  few  days  and  then  swept  oflf.  One  barrel  of  coal  tar 
covered  2,279  sq.  ft.  with  one  coat  and  cost  $4.25  per  barrel 
delivered.  The  cost  including  material  and  labor  was  0.74  ct. 
per  sq.  ft. 

San  Francisco  Harbor. — The  roof  had  a  pitch  of  about  3  in 
20  and  was  covered  with  an  earth  fill.  The  concrete  was  trow- 
eled to  a  fairly  smooth  surface,  was  mopped  with  a  heavy  coat 
of  roofing  asphaltum,  or  mastic,  then  covered  with  the  heaviest 
grade  roofing  felt  laid  3  ply,  starting  at  the  coping  of  the 
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parade  wall  and  made  4  ply  in  the  gutter.  On  this  assumed 
water-tight  surface  3-in.  book  tile  was  laid  with  joints  normal 
to  the  gutter  and  cemented.  The  purpose  of  the  tile  was  to 
afford  a  free  passage  for  the  water  as  soon  as  it  met  the  roof. 
The  expectations  were  fully  realized  and  no  water,  or  even  a 
sign  of  moisture,  has  appeared  in  this  battery,  or  at  another 
of  the  same  type  since  built,  after  a  fair  test  of  time. 

The  total  cost  of  the  work,  including  mastic,  felt  and  tile, 
was  17  cts.  per  sq.  ft.  for  6,200  sq.  ft.  covering  three  roofs. 

In  conclusion  it  may  be  noted  that  any  ot  the  methods  of 
constructing  impermeable  diaphragms  can  be  used  for  con- 
structing impermeable  coatings. 

Szerelmey  Stone  Liquid  Wash. — This  wash  has  been  used 
in  England  for  waterproofing  and  preserving  masonry  for 
some  20  years.  It  is  a  thin  liquid  compound  which  is  applied 
to  the  surface  wiih  a  brush.  The  stone  or  concrete  surface  is 
required  to  be  dry  and  thoroughly  clean,  with  all  scale  and 
loose  particles  removed.  The  standard  treatment  is  three 
coats ;  1  gallon  of  liquid  is  in  most  cases  sufficient  for  treat- 
ing (three  coats)  25  sq.  yds.,  but  in  exceptionally  bad  cases 
T  gallon  for  15  sq.  yds.  has  been  found  necessary.  The  pre- 
cautions necessary  for  the  successful  use  of  the  liquid  are :  It 
must  be  well  stirred ;  it  must  l)e  applied  to  a  perfectly  dry. 
clean  surface,  and  it  must  be  well  rubbed  into  the  masonry. 
The  American  agency  for  the  liquid  is  Szerelmey  &  Co.,  Wash- 
ington, D.  C. 

Sylvester  Wash. — Waterproofing  with  Sylvester  wash  con- 
sists in  applying  alternately  to  the  concrete  surface  a  soap 
solution  wash  and  an  alum  solution  wash.  The  soap  solution 
is  applied  first,  and  it  must  be  applied  hot  and  to  a  dry  sur- 
face; the  alum  solution  is  applied  second  and  24  hours  after 
the  soap  solution  and  is  applied  cold.  This  constitutes  one 
treatment.  After  24  hours  a  second  treatment  may  be  given, 
and  as  many  treatments  may  be  given  as  necessary.  In  some 
cases  as  many  as  six  treatments  have  been  employed.  The 
proportions  of  the  solutions  used  in  practice  vary.  In  water- 
proofing the  standpipe  described  in  Chapter  XXII  the  soap 
solution  consisted  of  12  oz.  pure  Castile  olive  oil  soap  per 
gallon  of  water,  and  the  alum  solution  consisted  of  2  oz.  of 
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alum  per  gallon  of  water.  In  repairing  the  bottom  of  a  reser 
voir  lined  with  4  to  6  ins.  of  concrete,  the  following  solutions 
were  used :  ^  lb.  Olean  soap  to  i  gallon  of  water  and  J4  lb. 
alum  to  4  gallons  of  water.  Both  alum  and  soap  were  well 
dissolved  and  the  soap  solutipn  was  boiled.  The  boiling  hot 
soap  solution  was  applied  on  the  clean,  dry  concrete;  24  hours 
later  the  alum  wash  was  applied  cold.  This  treatment  was 
repeated  after  24  hours.  Two  men  applied  the  solutions,  using 
whitewash  brushes,  while  a  third  man  carried  pails  of  the 
solution.  In  making  the  soap  solution  tw^o  men  attended  four 
kettles,  one  man  kept  up  fires,  two  men  carried  solution  to 
men  applying  it.  The  alum  solution  required  fewer  men,  being 
made  cold  in  barrels.  After  applying  the  second  soap  wash 
to  the  concrete  slopes,  the  men  had  to  be  held  by  ropes  to 
keep  from  shpping.  The  rope  was  placed  around  two  men, 
who  started  work  at  the  top  of  the  slope,  a  third  man  paying 
out  the  rope.  The  work  was  done  in  Syi  days  and  cost  as 
follows : 

Labor : 

1,140  hours  labor  at  15  cts $171.00 

83  hours  foreman  at  30  cts 24.90 

S^  hours  waterboy  at  6  cts 4.98 

Add  for  superintendence  15% 30.13 


Total  labor   $231.01 

Materials : 

900  lbs.  Olean  soap  at  4  1-3  cts $  39.00 

210  lbs.  alum  at  3  cts 6.30 

6  lo-in.  whitewash  brushes  at  $2.25 I3-50 

6  stable  brushes  at  $1.25 7.50 

Total   materials    $  66.30 

Total  labor  and  materials $297.31 

This  covered  131,634  sq.  ft.,  hence  the  cost  of  the  two  coats 
of  soap  and  alum  was  $2.26  per  1,000  sq.  ft.,  or  0.23  ct.  per 
sq.  ft. 

The  ordinary  Sylvester  wash,  as  described  above,  has  been 
modified  with  success  on  Government  fortification  work  as 
follows :    To  2  gals,  of  water  add  i  lb.  concentrated  lye  and 
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S  lbs.  alum  and  mix  until  completely  dissolved.  This  is  a 
concentrated  stock  solution.  In  use  i  pt.  of  solution  and  10  lbs. 
of  cement  are  mixed  with  enough  water  to  make  a  mixture 
that  will  lather  freely  under  the  brush.  Two  coats  of  this 
wash  are  applied,  the  second  at  any  time  after  the  first  is  dry, 
and  the  first  as  soon  as  the  forms  are  removed  from  the  con- 
crete. The  wash  should  be  applied  to  a  wet  surface,  if  the  con- 
crete is  dry  it  should  be  wet  down  with  a  brush  ahead  of  the 
wash. 

Sylvester  Mortars. — In  this  class  of  coatings  the  alum  and 
soap  are  added  to  the  mortar  which  is  used  for  facing.  A  suc- 
cessful recipe  for  such  a  mortar  is  given  as  follows :  To  i  part 
cement  and  2  parts  ^and  add  ^  lb.  of  pulverized  alum  for  each 
cubic  foot  of  sand  and  mix  these  ingredients  dry ;  then  add 
the  proper  quantity  of  water,  in  which  has  been  dissolved 
}i  lb.  of  soap  to  the  gallon,  and  mix  the  mortar  thoroughly. 
Such  a  mortar  is  but  slightly  inferior  in  strength  to  ordinary 
mortar  of  the  same  proportions.  In  plastering  a  clear  water 
well  to  prevent  leaking  a  1-2  mortar  was  made  as  follows: 
iJ4  lbs.  of  soap  were  dissolved  in  15  gallons  of  water  and 
3  lbs.  of  powdered  alum  were  mixed  with  i  bag  of  cement. 
Two  coats  of  plaster  of  an  aggregate  thickness  of  }/>  in.  were 
applied  and  completely  stopped  the  leaking.  The  cost  of  this 
treatment  was  as  follows: 

2  lbs.  soap  (with  24  gals,  water)  at  7^/2  cts $0.15 

12  lbs.  alum  at  3^  cts 0.42 


Total  per  barrel  of  cement $0.57 

In  lining  a  new  reservoir  near  Wilmerding,  Pa.,  a  mortar 
was  made  as  follows :  A  stock  solution  of  2  lbs.  caustic  potash 
and  5  lbs.  alum  to  10  quarts  of  water  was  made  in  barrel  lots, 
from  which  3  quarts  were  taken  for  each  batch  of  2  bags  of 
cement  and  4  bags  of  sand.  A  batch  of  mortar  covered  an  area 
6x8  ft.  with  a  i-in.  coat.  The  extra  cost  of  the  water- 
proofing was: 
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100  lbs.  caustic  potash  at  10  cts. $10.00 

70  lbs.  caustic  potash  at    9  cts 6.30 

960  lbs.  alum  at  3J^,  3^  and  4  cts.. 34.38 

60  hours  mixing  at  15  cts 9.00 

Freight,  express  and  haulage 11.50 

•  Total  for  74,800  sq.  ft $71.18 

This  gives  a  cost  of  95  cts.  per  1,000  sq.  ft.,  or  less  than 
0.1  ct.  per  sq.  ft.  It  was  found  that  if  less  than  2  parts  of  sand 
to  I  part  of  cement  was  used  the  mortar  cracked  badly  in 
setting.  Clean  sand  was  imperative,  as  any  organic  impurities 
soon  decomposed,  leaving  soft  spots.  Do  not  use  an  excess  of 
potash :  a  slight  excess  of  alum,  however,  does  not  decrease 
the  strength  of  the  mortar. 

Hydrolithic  Coating.—  This  waterproofing  is  a  dry  mortar 
composed  by  mixing  a  cementing  compound  with  sand,  and 
sold  dry  in  sacks  containing  96  lbs.  each.  The  dry  mortar  is 
mixed  with  water  to  proper  consistency  for  plastering,  and  is 
applied  as  a  plaster  to  the  surfaces  to  be  waterproofed.  The 
dry  mortar  is  mixed  with  water  to  a  grout  of  the  consistency 
of  thick  cream  and  then  this  grout  is  stiffened  to  the  proper 
consistency  by  adding  more  dry  mortar.  Thoroughness  of 
mixing  is  absolutely  essential.  The  concrete  surface  is  pre- 
pared by  picking  and  scoring  sufficiently  to  get  a  fresh  sur- 
face and  )vashing  away  all  chips,  dust  and  loose  material,  or 
instead  of  picking  in  new  work  the  outer  skin  may  be  removed 
by  a  I  to  9  muriatic  acid  solution  and  then  washed  free  of  all 
acid  and  scrubbed  with  wire  brushes.  After  preparing  the 
fresh  surface  it  is  well  wetted ;  in  fact  water  soaked,  so  that, 
while  not  pozing  moisture  it  will  absorb  no  more  water.  The 
mixed  mortar  is  then  applied  with  a  trowel  in  a  workmanlike 
manner.  In  mixing,  no  more  than  8  gallons  of  water  per  bar- 
rel of  mortar  should  be  used.  The  coatings  used  are  }i  to  ^u 
in.  for  walls  and  ]/2  to  ^  in.  for  floors.  The  following  estimate 
of  cost  is  made  by  the  manufacturers,  the  E.  J.  Winslow  Co.. 
Chicago,  111.  The  figures  are  presented  with  the  understand- 
ing that  they  are  to  be  considered  merely  as  average  costs 
for  waterproofing,  without  special  construction,  and  subject 
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to  change  in  accordance  with  local  conditions,  and  to  the  time 
of  year  when  the  work  will  need  to  be  performed : 

Per  sq.  ft. 
To  prepare  surfaces  to  receive  "coating"  may  cost  the 

contractor    sV^  cts. 

The  coating  material,  f.  o.  b.  Chicago,  may  cost  the 

contractor    ^ 4j4  cts. 

The  labor  of  application  may  cost  the  contractor ....  7^  cts. 
Administration  and  incidental  expenses  may  cost  the 

contractor    yYi  cts. 


25  cts. 

The  lowest  price  yet  asked  for  work  was  20  cts.,  and  the 
highest,  55  cts.,  these  two  prices  representing  the  opposite 
extremes  of  conditions  that  different  jobs  will  present. 

Cement  Mortar  Coatings. — Rich  cement  mortar  mixtures 
offer  considerable  resistance  to  penetration  by  water  and  when 
well  made  may  be  used  with  a  fair  degree  of  success  to  water- 
proof ordinary  concrete.  European  engineers  make  wide  use 
of  mortar  coatings  for  waterproofing  tanks  and  reservoirs  and 
appear  to  have  good  success  with  them.  The  experience  in 
this  country  is  that  no  great  reliance  can  be  placed"  on  them, 
where  the  pressures  are  at  all  large.  Records  of  work  done 
show  both  successes  and  failures,  with  no  apparent  reason 
for  either  so  far  as  composition  of  mortar  or  quality  of  work- 
manship goes.  A  rich  mortar  plaster  will  reduce  leakage,  and 
may  prevent  it  entirely,  but  it  is  uncertain  how  far  it  will 
prove  water  tight. 

Oil  and  Paraffin  Washes. — ^The  theory  of  the  use  of  oil  and 

paraffin  washes  is  that  the  material  soaks  into  the  concrete  and 
closes  the  surface  pores  against  the  penetration  of  water. 
Paraffin  has  been  quite  widely  used  for  preserving  stone 
masonry  walls  for  buildings.  It  is  applied  hot,  and  in  the  best 
practice  is  applied  to  a  dry  heated  surface.  Concerns  doing 
such  work  on  buildings  have  portable  devices  for  heating  the 
masonry.  Oil  is  sometimes  applied  hot  but  is  more  often 
flushed  onto  the  surface  and  allowed  to  soak  in  as  it  will. 
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IMPERMEABLE  DIAPHRAGMS.— The  most  generally 
employed  method  of-  waterproofing  concrete  structures,  with 
the  possible  exception  of  painting  and  coating  methods,  is  to 
embed  in  the  wall,  roof  and  floor  slabs  a  diaphragm  that  is  im- 
pervious to  water.  Such  diaphragms  are  usually  composed  of 
layers  of  waterproof  felt  or  paper  cemented  together  and  to 
the  concrete  by  asphalt,  coal  tar  pitch  or  patented  cementing 
compound.  Another  construction  consists  of  a  layer  of 
asphaltic  compound  between  two  layers  of  cement  mortar.  In 
some  cases  also  the  combination  felt  and  cementing  compound 
diaphragm  is  further  strengthened  by  placing  it  between  layers 
of  mortar.  In  wall  work  the  diaphragm  is  frequently  applied 
to  the  face  of  a  single  layer  brick  wall  and  the  concrete  filled 
against  it.  The  brick  wall  may  be  further  waterproofed  by 
laying  the  brick  in  hot  asphalt  instead  of  in  mortar. 

Within  the  last  few  years  a  number  of  firms  have  devoted 
their  efforts  to  producing  special  fabrics  (felts  or  papers)  and 
special  cementing  compounds  designed  to  be  used  with  the 
fabrics  for  waterproofing  concrete.  These  fabrics  and  cements 
are  in  most  cases  superior  in  toughTiess,  flexibility,  ease  of 
application,  etc.,  to  the  ordinary  roofing  and  waterproofing 
fabrics  designed  originally  for  general  building  purposes. 

Long  Island  R.  R.  Subway. — In  constructing  the  Long 
Island  R.  R.  subway  the  roof  was  waterproofed  according  to 
specifications  as  follows:  After  the  roof  concrete  was 
crowned,  brought  to  a  smooth  surface  and  thoroughly  dried, 
it  was  swabbed  over  with  hot  melted  ''medium  hard"  coal  tar 
pitch  to  an  even  thickness  of  not  less  than  1-16  in.  Immedi- 
ately upon  the  first  coat  of  pitch  and  while  it  was  still  melted 
was  laid  a  covering  of  single-ply  roofing  felt,  with  the  sheets 
lapping  4  ins.  on  all  cross  joints  and  12  ins.  on  longitudinal 
joints.  This  felt  was  in  turn  mopped  with  pitch,  and  upon 
that  again  was  laid  another  layer  of  roofing  felt,  which  was 
given  a  final  coating  of  pitch.  The  pitch  used  was  of  a  grade 
somewhat  softer  than  that  used  for  roofing  purposes,  or  such 
as  would  soften  at  a  temperature  of  60°  F.  and  melt  at  a 
temperature  of  100°  F.  The  felt  used  consisted  of  pure  wood 
paper   pulp   or   asbestos   pulp,  which   had   been    thoroughly 
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treated  and  soaked  in  refined  coal  tar  and  which  weighed  for 
single  ply  at  least  15  lbs.  per  100  sq.  ft. 

After  the  waterproofing  with  pitch  and  felt  had  thoroughly 
hardened  it  was  plastered  over  with  a  trowel  with  a  i-in. 
layer  of  Portland  cement  mortar,  laid  in  uniform  squares,  in 
every  respect  similar  to  the  plaster  on  top  of  granolithic  pave- 
ment. The  dimensions  of  the  squares  were  5x5  ft.  Their 
purpose  was  to  take  up  expansion  and  contraction  in  the 
coating. 

During  the  year  1903,  there  were  laid  9,056  sq.  yds.  of  the 
waterproofing  described.  The  labor  cost  of  placing  the  two 
layers  of  felt  and  the  three  coats  of  pitch  was  as  follows:  206 
days  labor  at  a  cost  of  $498  (or  an  average  of  $2.41  per  day) 
for  the  9.056  sq.  yds.,  which  is  equivalent  to  53/2  cts.  per  sq. 
yd.  for  labor.  Since  this  is  for  two  layers  of  felt  the  labor 
cost  was  2^  cts.  per  sq.  yd.  of  single  layer.  The  labor  cost  of 
mixing  and  placing  the  i-in.  mortar  covering  was  as  follows: 
It  required  589  days  at  a  cost  of  $1,306  (or  an  average  of 
$2.22  per  day)  to  place  9,056  sq.  yds.,  which  is  equivalent  to 
14^  cts.  per  sq.  yd.  The  total  cost  of  labor  for  two  layers 
of  tar  felt  and  the  layer  of  cement  mortar  was,  therefore, 
20  cts.  per  sq.  yd. 

New  York  Rapid  Transit  Subway. — The  waterproofing  con- 
sisted of  alternate  layers  of  asbestos  felt  and  asphalt  laid  on 
the  concrete  and  covered  with  concrete.  A  coat  of  hot  asphalt 
was  laid  on  the  concrete  and  on  this  a  laver  of  felt,  then 
another  coat  of  asphalt  and  another  layer  of  felt,  and  so  on 
until  the  required  number  of  layers  of  felt,  from  2  to  6,  were 
laid  with  asphalt  between  and  on  top  and  l>ottom.  Natural 
asphalt  containing  not  less  than  95  per  cent,  bitumen  was 
specified.  The  felt  was  required  to  weigh  10  lbs.  per  100  sq. 
ft.  In  constructing  sidewalls  the  alternative  was  allowed  of 
placing  the  waterproofing  layer  between  a  4-in.  outside  wall  of 
brick  laid  in  asphalt  and  the  concrete  lining.  On  two  sections 
of  the  work  the  actual  cost  of  waterproofing  was  as  follows : 
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98,074  sq.  yds.  Single- Ply 'Felt.  Per  sq.  yd. 

Labor  laying   $0.05 

Materials  and  plant   o.io 

Total $0.15 

1,337  cu.  yds.  Brick  in  Asphalt:  Percu. yd. 

Labor   laying    $  6.32 

Materials  and  plant   1 1 .48 

.    Total $17.80 
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Abutment    Construction 
Cost   of 

Bridges  Over  City  Streets.254 
Ernst   St.   Bridge,   Cincin- 
nati,    0 257 

Kansas  City  Outer  Belt  & 

Electric    Ry 253 

Lonesome  Valley  Viaduct.  256 

Railway  Bridge    106 

Methods   of 

Bridges  over  City  Streots.253 
Illinois        &        :^flssls8ippl 

Canal    .' 196,    197 

Lonesome  Valley  Via- 
duct      254.    255 

Railway  Bridge   105,  250 

Summary    of    230 

Aggregates 

Balanced.    Value    of 14 

Broken    Stone    13 

Cinders     14 

Cost    of 15 

Gravel     14 

Heating      (See     Heating     Ag- 
gregates) 

Kinds    Used     13 

Measuring,     Methods    of 42 

Open    Box    42,  50 

Trump  Automatic  Meas- 
urer      44 

Quantities    In    ConcnMo,    Ti*st 

Determinations     192 

Screejied      or      Crusher      Run, 

Stone    for    

Sizes    Used    15 

Slag     14 

Voids    in    25 

Weighing,    Apparatus    for 102 

Aqueduct    Construction 
Cost    of 

Cedar  Grove  Reser- 
voir      549,650 

Salt        River         Irrigation 

Work     54) 

Methods  of 

Cast  Pipe  Swansea.   Eng-^ 

Cedar    Grove    Reservoir.  ..545 

Jersey  City  Water  Sup- 
ply      544 

Salt  River  Irrigation 
Works     538 

Torresdale    Filters    540 

Asphalt    Concrete 

Definition   of    loH 

Furnace    for    Heating 109,110 

Machine    Mixing    of Ill 

Asphalt    Concrete    Construction 
Cost    of 

Fiase   for   Mill  Floor..  110,  111 
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Asphalt  Concrete  Construction 
Cost  of 

Slope    Paving    for   Dam..  109 
Methods   of 

Base    for  Mill   Floor 109 

Slope   Paving   for  Dam... 
108,  109 
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Bags  (See  Cement  Bags) 

Depositing      Concrete      Under 

Water    89,    90 

Barrels  (See  Cement  Barrels) 

Belt  Conveyors 

Capacity   of    65 

Gas   Works   Foundations,    As- 
toria, N.  Y.    64 

Horse    Power    Required 65 

Bench  Monuments 

Construction  of    656 

Cost    of    657 

Blasting    Concrete 655 

Bonding  New   Concrete  to  Old... 659 

Breakwater  Construction 
Cost    of 

Buffalo.   N.   Y 214 

Marquette,   Mich 209.  212 

Methods    of 

Buffalo.   N.   Y 212.  214 

Marquette,  Mich 20«.  212 

Bridge  Centers   (See   Centers) 

Bridge  Construction 

Cost    of 

Arch   Viaduct    373 

Connecticut     Ave.     Bridge 

.....  392      397 
Elkhart,' '  Ind.! '  Arch. . . .'.  .398 

Five  Span  Arch 407 

Girder    Highway     ....3<7.  379 
Grand    Rapids    Bridge.  410,  413 

Molded   Slab  Girders 387 

Plainwell.    Mich.,   Arch.... 399 
Railway    Bridge    375 

Methods  of 

Connecticut    Ave.    Bridge.. 387 

Elkhart.    Ind..     Arch 397 

Five  Span  Arch   . . .'. 400 

Girder    Highway     367.  377 

Grand        Rapids,        Mich., 

Arch     107 

Molded    Slab  Girders 384 

Plainwell,    Mich.,    Arch... 398 

Bridge   Pier  Construction 

Cost  of 

Calf    Killer    River    Bridge 

243     ?45 
City    Island    Bridge.  .T. .'.  .2.36 

Miami    River     Bridge 257 

Steel    Cylinder     241 
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Brid!?e   Fier    Construction 
Cost  of 

Viaducts.    Cincinnati,    f)...2r»8 
Williamsburg    Bridge. 230,  231 
Methods    of 

Calf    Kilh^r    River    Bildge 

2U.     21') 

Citv    Island    Bridge 235 

K.  C,   M.    &   O.    Ry..24"..  250 
Lonesome      Valley        Via- 
duct    254,   2r.5 

Miami    River   Bridge 256 

Nova    Scotia     Railways. .  .108 

Railway    Bridge    231,  235 

Scottish    Railways    ..107.  108 

Summary    of    230 

Tharsis  &  Calamas  Ry... 

106,     107 

Williamsburg    Brldge.237.  241 

Broken  Stone 

Crushing    (See    Stone    Crush- 
ing) ^      ^ 
Quarrying    (See   Quarrying) 

Rocks    for,    Best 13 

Shoveling    (See    Shoveling) 

Screened   or  Crusher   Run 15 

Voids  In 

Amount   of    20.  30 

Effect     of      Granulometric 

Composition    3 ) 

Effect    of   Hauling 33.  31 

Effect    of    Loading 2) 

Variation,    Causes    of 2S 

Weffht   no    Index 32 

Weight  of   32.  33 

Building    Construction 
Cost  of 

Four-Story    Garage    510 

Wall    Columns    for    Power 

Station     40) 

Walls    for   Factory   Build- 
ing      507 

Divisions  of  Work 43J 

Methods    of 

5')9 


Four-Story    Oarage    . . . 

One- Story   Car  Barn 40'. 

Six-Story    Building     4M 

Wall  Columns   4S8 

Walls    for   Factory    Build- 
ing     ^«5 


Cableways 

Capacity   ot   "4 

Construction  of  Bridge  Work. 369 

Cost    of    64 

Fortification    Work     1 S6 

Retaining    Wall    Work 269 

Cars 

Mixer  Charging   

Carts  (See  Concrete  Carts.  Horse 
Carts) 

Cement 

Classification    of    l 

Natural   Definition   of 2 

Portland,    Definition    of 1 

Quantity  In  Concrete 

Formula    for    Computing..  3. 

Rule  for  Figuring   40 

Tables  Showing   39.   40.  41 

Quantity    in    Mortar 

Formula    for   Computing..  36 

Tables  Showing   38 

Test    Determinations    ..40,  41 
Theory    of    35 
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Shrinkage  by  Wetting 3.i 

Slag.    Definition    of    2 

Weight    2.  4 

Cement    Bags 

Capacity   of    2 

Packing    for   Shipment 8 

Rebate    on    , J 

Storage  House  for 3 

Cement   Barrels 

Capacity   of    2,    3,   4 

Dimensions  of 4 

Cement    Specifications    4 

Cement    Testing,    Cost    of    4 

Centers 

Computation  of 

Luten  Arch  566 

Construction    ot 

Conditions    Go\ turning     ...363 

Cocket,  50  ft.  Span 364 

Connecticut    Ave.    Brldge.392 

Five    Span    Arch 400 

Grand    Rapids    Bridge ....  408 

Luten  Arch   365 

Mechanlcsvllle    Bridge    ...365 

Parabolic    Arch    366 

Supported.    50    ft.    Span.. 364 
Walnut  Lane  Bridge 368 

Cost  of 

Connecticut    Ave.     Bridge 
392,    393 

Deflection  of 

Test     Determinations     ...367 

Types  of    363 

Cliarglng  Barrows 

Ransome,  Description   71 

Sterling,    Description    71 

Charging  Buckets 

Wheeled     74 

Charging  Mixer 

Cost    of    270,    272 

Gravity    from    Bins 69 

Methods  of 

Car  Plants   72 

Charging    Barrows    ....70,  71 

Derricks,  and    Buckets 73 

Elevating    Charging    Hop- 
pers      70 

Enumeration    68 

Gravitv     from     Bins 68.69 

Shoveling    72.  73 

Wheellttirrows    70 

Wheeled    Bucket    for 74 

Chutes 

Cement  Bag.  Construction  of  65 
(^mcrete.  Examples  of..66.  67.  68 
Working  Gradients   65,  66 

Cinders     15 

Cofferdam  Construction 

Cost    of   Bridge    Pier 232 

Coloiing  Concrete.  Recipps  for.. 666 
(N^lors  for  Mortar.  Recipes  for.. 666 
Concrete 

Asphalt      (Sec      Asphalt     Con- 
crete) 

Definition   of    1 

Depositing      (Soe      Depositing 

Concrcit') 
Mixers     (See     Mixers) 
Mixing  (See  Mixing  Concrete) 
Proportioning,    Methods    of...  K 
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Concrete  Bucket 

Side   Dumping    486 

Subaqueous 

Cyclopean    87 

O'Rourke     86 

Stuebner    8S 

Concrete  Block 

Molding    (See    Molding      Con- 
crete  Blocks) 

Sling  for  Handling  216 

Concrete  Cars 

Lock    Work,    COo«a    River 195 

Concrete  Carts 

Hand,  Capacity  of 53,  54 

Horse.    Brlggs    298 

Ransome  Two-Wheeled   53 

Culvert   Construction 

Characteristics  of  414 

Cost   of 

Arch   26    ft.    Span 425 

Arch,     N..     C.     &     St.     L. 

Ry 418.    419.    422 

Kalamazoo,    Mich 430 

Kansas    City     Outer     Belt 

&    Electric-    Ry 252 

Pennsylvania   R.   R 424 

Methods  of 

Arch.  N.,  C.  &   St.   L.   Ry.417 

Arch,    Wabash    Ry 422 

Box,  C,  B.  &  Q.   R.  R 414 

Kalamazoo.  Mich 427 

Pennsylvania   R,    R 423 

Curb  and  Gutter  Construction 

Cost  of 

Champaign,   111 326 

Estimating    321 

Ottawa.  Ont 324 

Methods   of 

Champaign.   Ill 325 

General  Discussion   321 

Kinds  of    31S 

Ottawa     Ont 321 

Curbing.  Wood  for  Shafts 100.  161 


Dam   Construction 
Cost  of 

Hemet    104 

Richmond,    Ind 221 

Rock  Island.  Ill 22S 

Spier  Falls   103 

Methods    of 

Barossa   Dam    101 

Boonton,  N.  J.,  Dam 103 

Boyds   Corner  Dam 1 05 

Chaudlere    Falls.    QuobtH-.228 
Chattahoochee  River  Dam.  100 

Hemet    Dam    103.    104 

McCall    Ferry.    Pa.... 225,  22S 

Richmond.    Ind 223 

Rock    Island.    Ill 224.  22:. 

Spier  F^lls  Dam 103 

Water   Works    Reservoir.  .101 

Depositing  Concrete 
Subaqueous 
Bags 

Bridge     Foundations Hi 

Marquette   Breakwater.. 

209,     210 

Peterhead   Pier   89,   90 

Buckets 
Marquette    Breakwater.. 
20s.    209 
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Depositing  Concrete 
Subaqueous 

Pier  Construction   222 

Characteristics  of  86 

Closed  Buckets 86,   87,  88 

Tremie 
Charlestown       Bridge 

Foundations    92.93 

Mason r>'     Bridge    Foun- 
dations,   France    ...93,  94 
Harvard  Bridge  Founda- 
tions      91 

Nussdorf  Lock  Founda- 
tions     94,    95 

Drilling    Concrete.    Drill    Mount- 
ing   for    6o3 

Dumping   Concrete 

Cost  of 

Wheelbarrows    55 

Methods  of 

Chutes    55 

Wheelbarrows  55 

Dump    Wagons    for    Transporting 
Concrete    54 
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Efflorescence 

Causes    of    126 

Preventing,    Methods   of..  126.  127 
Removing.    Cost    of 127 

Ejecters   for  Washing   Sand 7 

Erecting    Derrick 

Cost     of    Bridge     Pier 232 

Erecting  Forms 

Derrick    for    501 

Directions  for  Bulldin«?  Work. 460 

Erecting  Molded  Columns 

Cost  of  520 

Methods    of    5J0 

Erecting  Molded   Roof  Slabs 

Cost    of    522 

Excavating  Cofferdams 

Cost  of 232,  244,  250 
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Bending  Machine  for   46S 
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Methods  of 
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Finishing  Concrete  Surfaces 
Methods    of 

Acid    Etching   and    Wash- 
ing  133 
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ing Concrete    125,   126 

Coloring   135 

Form  Construction    ..124.  125 
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Mortar    Facing    128.  129 

Plastering   128 

Scrubbing  and   Washing.. 

131.  132.  133,  134 

Spading  and  Troweling. . . 

127.    128 

Special  Facing  Mixtures.  .130 

Stuccoing    128 

Tooling   133,  134 

Washed  Gravel  or  Pebble.  134 
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Cost  of 

A<iueduct,     Cedar      Grove 

Reservoir     550 

Arch  Culverts  

418.  419.  422,  425,  430 

Battery    Emplacement 188 

Bridge   Abutment    257 

Bridge  Pier 233,  235.  250 

Bridge   Pier   Work. 243 

Building   tV'ork    

493,   496,  501,   503,  507,  511 

Connecticut  Ave.  Bridge.. 

392,     393 

Dam    Rock    Island,    111 225 

Effect   of  Design   on 137 

Estimating,  Method  of . . . . 

146.   147,   148.    149 

Girder  for  Separate  Cast- 
ing     517 

Girder  Highway   Bridge.. 

377,  380,  382 

Grand    Rapids    Bridge 412 

Guard  Lock.  111..  &  Miss. 

Canal   201 

Gun  Emplacements   185 

Lock,  Coosa   River 196 

Lock,    111.    &    Miss    Canal 

202,   206,  207 

Mortar  Battery  Platform. is: 
Permanent     Way      Struc- 
tures     » 252 

Piers  for  Taintor  Gates...  198 
Pier  Superior  Entry,  Wls.222 
Reservoir    for    Fire    Pro- 
tection    591,   592,  593 

Retaining    Walls    273,  275 

Retaining  Wall  Work.270,  272 
Slab  and  1-Beam  Floors.. .450 

Subway   Lining    362 

Economics   of    136 

Falseworks  and  Bracing.. 
144,    145 

Methods  of 

Aqueduct,     Cedar      Grove 

Reservoir    546 

Aqueduct    Torresdale    Fil- 
ters   541 

Arch  Culvert   427 

Arch  Culverts   421 

Blocks  for  Lake  Pier 216 

Blocks  Molded  Under  Wa- 
ter     217-219 

Box    Culverts    417 

Bridge  Piers    2r,.^» 

Building  Work    192.  495 

Cement    Pipe    Molded     in 

Place    577 

Circular  Columns   445 

Columns    4.34 

Connecticut  Ave.  Bridge.. 392 

Coping  for  Walls 264 

Culvert  Pipe   431 

Curb  and  Gutter.. 319.  321.  323 

Dam  Abutments    196 

Dam,   Rock   Island,    111 228 

Five   Span    Arch   Bridge.. 400 

Gasholder  Tank   612 

Girder  for  Separate  Cast- 
ing     516 
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Canal    200 

JjocK    Coosa    River    195 

Lock,    111.    &   Miss.    Canal 
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Form   Construction 
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Manhole  Hartford,  Conn. 536 
Marquette   Breakwater 

211,   212 

Ornamental  Column8.446,  447 
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Polygonal  Columns... 443.  444 
Rectangular    Columns 

435.  443,  490.  492.  511 

Reservoir  Bloomington.  111.605 
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Q.   R.    R 262 

Retaining*  Wall,     Chicago 

Drainage  Canal   275 
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Central   Terminal   281 
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&    H.    R.    R    R 261,  262 

Salt  River  Aqueduct 639 

Sewer,    Cleveland,    0 564 

Sewer     Invert,     Haverhill, 

Mass 554 

Sewer.     Invert.     Medford, 

Mass 535 

Sewer,  Invert,  Middlesbor- 

ough.   Ky 561 

Sewer,  South  Bend,  Ind.  .551 
Sewer,   Wilmington,   Del.. 572 

Sidewalks    309 

Six-Story  Building 492 

Slab  and  Girder  Floors. . . 

450,   456.  492 

Slab   and    I-Beam    Floors 

448,    450 

Slab  Girders 385 

Steel   for   Conduits    533 

Steel,   McCall   Ferry  Dam 

227     228 

Steel  Sheathed  Collapsible 
for  Conduits    633 

Tunnel  Centers   

335,   341.  352,  358 

Tunnel   Sldewalls    

330,  335,   340,   851.   358 

Wall 456.  460.  505 

Wall  Columns  for  Factory. 498 

Computation.  Methods  of.l40,  141 

Design 

Considerations  In    141 

Details  Entering 142.  143 

Lubrication,   Methods  of 144 

Lumber 

Dressing.    Purpose   of 138 

Finish  and  Dimensions... 
I3g     j3jj 

Kinds '  Suitable  ' .' .' .' .'.'.'...'..  138 

Mortar  Facing  129 

Pile 

Round  179 

Rectangrular  Pier 

Cost  of,  Rule  for  Calcu- 
lating      14 

Removing,  Time  of.  Directions 

for   145.   146 

I^nit   Construction.      Purposes 

of    143 

Steel.   Opportunity   for  Devel- 
opment     136 

Fortification    Construction 
Cost  of 

Battery  Emplacement 

188,   189.  190 

Gun  Emplacements   185 

Mortar  Battery  Platform.  187 
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Fortification   Construction 
Methods  of 

Battery   Emplacement 

187,   189 

Gun  Emplacements    185 

Mortar  Battery  Platform..  186 

Foundation   Construction 

Street   Railway 

Cost  of  Continuous  Mixer.301 
Methods     of       Continuous 
Mixer  300.  301 

Freezing    Weather,    Laying    Con- 
crete in   112 


Orain  Elevator  Bins 

Construction,   Methods  of 635 

Gravel 

Charactesistics  of  14 

Commercial  Sizes  of 22 

Screening  and  Washing  Plants  23 
Screening       (See        Screening 

Gravel) 
Voids  in 

Amount  of 30,    31 

Effect     of     Granulometric 

Composition    29,   30 

Weight   no   Index 32 

Amount    of 31,    32 

Grouting  Under  Water 

Hermitage   Breakwater    96 

Tests   of  Efficiency  of 96 
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Heating  Aggregates 

Efficiency   of    114 

Methods  of 

Bridge   Work,    Piano.   III..  118 
Chicago,       Burlington       & 

Quincy  R.  R 118 

Hot  Water  Tanks  120 

Huronian       Power       Co.'s 

Dam  -Work    118 

Portable  Combination 

Heater ll'S 

Stationary' Bin"  Outrits.Vl  5,  116 

Steam  Box   119 

Steam   Jets    119 

Wachusett  Dam  Work 117 

Water   Power   Plant,   Bill- 
ings, Mont 116,  117 
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Gallows.  Frame  and  Horse....  54 

Ransome    476 

Wallace-Lindsmith    474 

Housing  Concrete  Work 
Methods  of 

Chicago,      Burlington        &, 

Quincy    R.    R 119 
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Portable  Unit   System  for 
Buildings  122.  123 
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Laying  Concrete  Blocks 

Cost    of    526,  529 

Loading  Concrete 

Characteristic  Features   63 

Rate  of    53 

Loading    Materials 
Cost  of 

Shoveling   into   Wheelbar- 
rows    47 

Rate  of    6 

Lock  Construction 
Cost   of 

Coosa    River    196 

III.   &   Miss.    Canal 

200,    202,   205.   207 

Cascades  Canal   

190.  191.  192,  193 

Coosa   River    194,  195 

111.    &    Miss.    Canal... 200,  207 
Lock   Foundation    207 
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Manhole  Construction 
Cost  of 

Rye,   N.  Y 577 

Methods  of 

X%^'  "i     XN  •      X«      •••■••■■■•••■■•t/iv 

Mixers 

Batch 

Chicago    662 

IJhicaero  Improved 

Cube 75,  661 

Cropp    661 

Forms   of    75 

Koehring   662 

Polygon    661 

Ransome  75,  661 

Rate  of  Ouiput   H3.   J^l 

Smith    77,    6«-2 

Snell 66J 

Charging  (See  Charging 
Mixers) 

Continuous 

Advanced    660 

Eureka    Automatic 

Feed     78,    660 

Forms    of    78 

Foote     297 

Scheiffler     660 

Efficiency  of 

Rating,   Methods   of 84,    85 

Gravity 

Forms    of    79 

Gllbrcth    Trough    80 

Hains.    Fixed    Hopper.. 80,    81 
Halna,    Telescoping 
Hopper     81 

Output 

Conditions   Affecting. .  .83,    84 
Hains   Gravity    83 

Types  of    74 

Mixing  Concrete 
Hand 
Cost   of 
Abutment    Construction ...  197 

Culvert    Work 428,    430 

Fortification    Work    189 

Girder    Highway 

Bridge    .380,    382 

Lock,    Cascades   Canal 192 
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Hand 
,        Cost  of 

^larquette  Breakwater 

209    210    212 

Rt'talnlng  Wall!  'AUegheny.284 

Superintendence    57,    58 

Cost   of    52,    59 

Methods  of 
Abutment  Construc- 
tion     196,    197 

Examples  from   Pi-actice . .  49 

Fortification    Work    189 

Ijock    Foundation    207 

Marquette  Breakwater 209 

Retaining  Wall,   Alle- 
gheny     283,    284 

Rates  of 50,    51,   52 

Specific  Directions, 

Necessity   51,  52 

Machine 

Cost   of 361.   362,   518 

BulTalo    Breakwater 214 

Building  Work. 504,  507,  511 
Dam  Work,  Rock  Is- 
land,  111 225 

Fortification    Work    190 

Hains  Gravity  Mixer 83 

Lock,    Cascades   Canal..  193 
Lock,  111.  &  Miss. 
Canal   206.   207 

Pier,  Superior  Entry, 

■^r  jg       222 

Retaining  Wall,  A  lie-  '  "  "" 

gheny    284 

Retaining    Wall    Work.. 

270,   273.   275 

Methods    of 

Bridge   Abutment    Work 
253      254 

Building  '  Work  '  V.'. .'. .'.  .471 

Fortification    Work    189 

Hains  Gravity  Mixer 

82.     83 

Operations  Enumerated.   61 
Piers  in   Caissons.  .165.    166 

Mixing    Plants 
Construction 

Battery  Emplacement.  187.  188 
Bridge    Construction 

369,    371,    372,    374,    386,    389, 

403. 
Culvert    Work 

..415,  416.  418.  420.  422,  423 
Dam,  McCall  Ferry.  Pa. . .  226 
Lock.  Cascades  Canal.  190,  191 
Lock  Work,  Coosa  River.  194 
Lock    Work,    III.    &    Miss. 

Canal    198.    199,  204 

Pier  Work,  Superior.  Wis.. 221 
Retaining      W^ll,       Grand 

Central    Terminal     277 

Scow,         Port         Colborne 

Harbor    216,    217 

Traveling.  Chaudlere  Falls 

Dam     228 

Traveling.    Chicago    Track 

Elevation     267 

Traveling.    Galveston    Sea 

Wall    268 

Cost  of 

Lock    Work,    111.    &   Miss. 

Canal    199 

Retaining   Walls,    Chicago 

Drainage    Canal    274 

Mixing  Water  _ 

Reducing   Freezing   Point 

Methods    <.f    112 


Pago 
Mixing  Water 

Reducing  Freezing  Point 

Salt    (Sodium  Chloride). .  .113 
Solutions  for.  Composition 
of    113 

Molding  Blocks 

Cost    of 524.    528,    630,    531 

Marquette   Breakwater 211 

Connecticut  Ave.  Bridge.. 39.1 
Separate   Casting    519 

Methods  of   523,  526 

Connecticut  Ave.   Bridge.. 393 

Marquette  Breakwater 211 

Pier,  Port  Colbourne  Har- 
bor     215 

Separate  <:;astlng 513,  515 

Molding  Cement   Pipe 

Cost   of 

Irrlgon,    Ore 684 

Ransome    Mold 577,    579 

Methods  of 

Irrlgon.    Ore 581 

Ransome    Mold     577 

Molding    Culvert    Pipe 

Cost   of 

Chic.  &  En.    111.    R.    R 432 

Methods  of 

Chic.    &  En.   III.    It.    R 430 

Molding    Girders 
Cost  of 

Separate    Casting    519 

Methods  of 

Separate  Casting. 513.  514,  515 

Molding  Piles 

Forms   for    (See   Forma) 
Methods  of 

Corrugated    Polygonal 1 76 

Round     179 

Plant   Ari-angements   for 16!* 

Cost    of    522 

Molding  Roof  Slabs 

Methods    of    521 

Mortar   Facing 

Cost  of 

Lock.  111.   &  Miss.  Canal.. 206 

Forms  for  129 


N 


Natural  Cement   (See  Cement) 


O 

Ornament   Construction 
Methods  of 

Iron  Molds   644 

Molding   in    Place 647 

Plaster  Molds   646 

Sand  Molding   644 

Wooden    Molds    637 

P 

Pavement  Base  Construction 
Cost  of 

Batch    Mixer    306 

Batch    Mixer   and   Wagon 

Haulage     302 

Brick,    Champaign,    ill 296 

Continuous   Mixers 

298.  300.  305 
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Pape 
Pavement  Base  Construction 
Cost  of 

Miscellaneous    Examples.. 

294,  295,   296 

New    Orleans    293 

Stone   Block,    New   York.. 292 

Toronto,    Ont 293 

Traction    Mixer     304 

Methods  of 

Batch    Mixer    305 

Batch    Mixer    and    Wagon 

Haulage   302 

Continuous    Mixers 

297-300.    304 

Hand   Mixing    290 

Machine    Mixing    ....290,  291 

Traction   Mixer    303 

Mixtures    Employed 288 

Organization   for    288* 

Stock   Pile   Distribution 289 

Pavement  Construction 

Cost  of 

Fortification    Work 1S6 

Richmond,    Ind 318 

Windsor.    Ont 317 

Methods  of 

Richmond,    Ind 318 

Windsor,    Ont 316 

Pier    Construction 
Cost  of 

Lonesome  Valley  Viaduct. 2or» 
Supeilor  Entry.  Wis.. 222,  223 

Taintor  Gates   li>8 

Methods  of 

Port    Colborne    Harbor 

215-217 

Superior   Entry,  AVis.  .217-223 

Piers   in   Caissons 
Construction   of 

Methods  of   1  i9-168 

Cost  of    16S,    169 

Pile    Construction.      (See    Molding 
Piles.   Pile    Driving.; 
Cost    of 

Ocean   Pier    173.    174 

I^ymond  Process.  152,  1.'.4.  150 
Methods   of 

Building  Foundation  Work 

174,    175,    178,    li9 

Compre.ssed    Process.  158,     159 

Enumeiution  of    151 

Molding  in  Forms 

161-170,  172.  179,  180 

Molding   in    Place 151 

Ocean    Pier 172,    173 

Ravmond    Process 152 

Rolli.'^g    Process     181 

Sinii  lex  Process.  155,    156,   157 
Spiead    Footing    Process.. 

157,    158 

Track    Scales    181 

Pile  Driving 

Conditions    Reriuislte   for 
Cost  of 

Ocean  Pier    173,    174 

Methods  of 

Corrugated  Polygonal.  177.  178 

Hammer    .179,   180.    181 

Water  Jetting 172.   177 

Pile  Driving  Caps 177,    178,    180 

Pile    Rolling    Machine 182 

Piles   (See  Molding  Piles) 
Construction 

Compre8.«*ol  Process. .  .158,  159 

Octasonal     180 

R«>lling    Process    181 

Round    Piles 178,    179 


Page 
Piles   (See  Molding  Piles) 
Construction 

Spread    Footing   Process.. 

157,    158 

Square  179.  180 

Cost  of 

Rolling    Process 183 

Driving  (See  Pile  Driving) 

Handling.     Sling    for 175 

Raymond 

Construction.    Method    df. 

151.    152 

Cost   of 152. '154,    155 

Simplex 

Construction,   Methods  of. 
X55,    156.    157 

Placing  Concrete 

Cost  of 

Bags.  ITnder  Water 210 

Belt   Conveyors 2<o 

Buckets   Under   Water 209 

Buffalo   Breakwater 214 

Car  and   Trestle  Plant 

..196,   201,  202,   206,   207,  244 

Cars    280,  422 

Cars  and  Chute 193 

Cars  and  Derrick 2«n 

Derricks 192.   233,    235 

Port   Colborne   Harbor 217 

Pneumatic    Caissons 230 

Retaining  Wall  Work. 270,  272 

SteelCylinder    Pier 241 

Subaqueous    Buckets 223 

Wheelbarrows    189,   197 

198.    257,    285,    418.    419.    423 
Methods  of 

Building  Work    486 

Locks    Coosa    River 194 

Pneumatic   Caissons.  .237.   238 

Retaining  Wall  Work 266 

Sewer    Work     537 

Placing   Reinforcement 

Cost  of 

Building  Work    494 

Directions   for    4iO 

Permanent      Way      Struc-   _ 

tures    252 

Pole  Base,  Cost  of 658 

Portland  Cement    (See   Cement) 
Proportioning     Concrete     (See     Con- 
crete) 

Q 

Quarrying 

Cost  of  ^^    ^^^ 

Limestone    18,  276 

Trap    Rock 1< 

Methods  of 

Limestone   18 

Trap    Rock 1  < 


Ramming  Concrete  (See  also  Plac- 
ing  (::oncrete) 

Co.st    of    423 

Conditions    Gt)verning 56 

Examples  from  Practice.. 

56.  57 

Pavement  Base 292,  294 

Methods  of 

Piers,      Lonesome     Valley 

Viaduct     255 

Specific  Directions,  Neces- 
sity of  57 
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Page 

Raymond  Piles   (See  Piles) 
Reinforcement 

Welglit  in  Concrete 

Tables    fc^r    l^stlmatlngr. . . 
663-665 

Removing  Forms 

Derrick    for    502 

Mettiods  of 

Building  Work   461 

Time   for 

Building    Work    462 

Reservoir    Construction 

Cost  of 

Covered    for    Fire    Protec- 
tion    r,94.  595 

Ft.    Meade,    S.   Dak 601 

Methods  of 

Bloomington,    III 603 

Covered    for   Fire    Protec- 
tion     588 

Fort  Meado,   S.   Dak 597 

Reservoir  Lining 

Cost  of 

Canton.    Ill 629 

Chelsea,   Mass 623 

.Jerome   Park 628 

Pittsburg.  Pa 630 

Quincy,    .Mass 619 

Methods  of 

Chelsea.  Mass 620 

Jerome    Park 628 

Quincy,   Mass 617 

Reservoir  Roof,   Cost  of 632 

Retaining  Wall  Construction 

Cost    of    286 

Chicago  Drainage  Canal.. 
273-277 

Footing    for    Masonry 283 

Grand   Central   Terminal.  .28«» 

Railway   Yard 282 

Methods  of 

Allegheny     Track     Eleva- 
tion    283 

Chicago  Drainage  Canal.. 
272-277 

Grand    Central    Terminal. 
277-281 

Subway  in  Trench 269.  270 

Retaining  Walls 

Comparison  of  Plain  and   Re- 
inforced   260,  261 

Types  of    259 

Rubble   Concrete  Construction 

Cement,   Saving  in 98 

Cost  of 

Abutment,  Railway  Brldgel06 

Hemet   Dam    104 

Spier  Falls  Dam 103 

Economy,    Limitations   to.. 98,    99 

Methods  of 

Abutment,   RailwayBridge.lOo 

Barossa  Dam 1  oi 

Boonton    Dam 103 

Bridge  Piers,  Nova  Scotia.  108 

Bridge  Piers,  Scotland 

107,    108 

Bridge  Piers,  Spain..  106,    107 
Chattahoochee  River  Dam.  100 

Dams  for  Waterworks 

104.   105 

Hemet  Dam 103,   104 

Splor    Falls    Dam 103 


Rubble    Concrete    Construction 

Percentages  Rubble  Stone 

100,   101.   103,    105,    108 

Shape  of  Stones   for 99 

Runway  Construction,  Methods  of.  48 

8 

Salt 

Percentages  in  Mixing  Water.  114 

Sand 

Balanced,   Value  of 6 

Cleanness,    Value    of 5 

Cost   of 

Excavating  and  Loading. .     6 
G ranulome trie  Composition. .. .  28 

Prices   Charged    for 6 

Sharpness,   Value   of 5 

Substitutes  for  5 

Voids  in 

Amount   of 26,    28 

Conditions    Affecting 25 

Effect  of  Moisture 25 

Effect  of  Size  of  Grains..  27 

Volume   in   Concrete 5 

Weight  of 6,   26 

Sand  Washing 

Cost  of 

Ejector   Method 10 

Hose  Method  7 

Tank  Method    18 

Methods  of 

Ejectors     7 

Hose    7 

Tank   lo 

Rate  of 

Ejector  Method   9 

Hose     Method 7 

Tank  Method 10,  12,  13 

Water  Required 

Ejector  Method    d 

Sand  Washing  Plants 7-13 

Screening  Gravel 

Cost  of 

L.  S.  &  M.  S.   Ry 22 

Stewart-Peck  Sand  Co....  24 

Methods  of 

Handwork  19 

Lock,    Cascades   Canal 191 

Scraper   into   Wagons 21 

Stewart-Peck  Sand  Co 23 

Sewer  Construction 

Cost  of 

Cleveland,  0 566 

Coldwaler,  Mich 574 

Haverhill,    Mass 557 

Med  ford.    Mass 535 

2kliddlesl)Orough,  Ky 562 

,  St.   Louis,    Mo 560,  561 

South  Bend,  Ind 654 

Wilmington,    Del 571,    673 

Methods  of 

Cleveland,    O 563 

Coldwater.  Mich 578 

Haverhill  Mass 554 

Medford,    Mass 535 

Middlesborough,   Ky 561 

Pipe.  St.  Joseph,  Mo 579 

St.     Louis,    Mo 558 

South    Bend.    Ind 551 

Wilmington,   Del 569 

Shoveling 
Cost  of 

Concrete  Into  Barrows....  197 
Rate  of 

Broken   Stone  from  Piles.  46 
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Page 
Slijvellnff 

Broken   Stone  from   Shov- 
eling Boards    46 

Broken  Stone  from  Cars. .  45 
Gravel  Against  Screens...  21 
Sand  into  Wheelbarrows..   46 

Shoveling  Boards 

Wooden,    for  Broken   Stone...  46 

Sidewalk  Construction 

Cost  of 

Kstimatlon    of 311,   312 

Quincy,  Mas.s 314 

San  Francisco.  Cal 315 

Toronto,    Ont 313 

Methods  of 

Bonding   W»?aring  Surface 

to  Base  ..." 310 

Edger  for  310 

General  Discussion  307 

Points-  for   310 

Prevention  of  Cracks 311 

Protection   from  Weather. 311 

Quincy,    Mass 314 

Toronto,   Ont 313 

San    Francisco,   Cal 314 

Silo  Construction 

Coat    of    632 

Methods    of    631 

Slag 14 

Slag  Cement  (See  Cement) 

Specific  Gravity,  Stone.   Various.. 

32,    33 

Spreading  Concrete 

Cost  of  197 

Effect  of  Method  of  Dump- 
ing on  56 

Standplpo  Construction 

Cost  of 

Attleborough.    Mass 611 

Methods  of 

Attleborough,    Mass 609 

Stock  Piles 

Capacity   of    46 

Distribution,   Pavement  Work.2S9 
Purposes  of    45 

Stone 

Specific   Gravity    32,    33 

Stone  Crushing 
Cost  of 

Cobblestone    20 

Limestone 18,  22.'».  273.  276 

Trap   Rock    17 

Methods  of 

Cobblestone    19 

Limestone    IS 

Trap   Rock    17 

Stone  Crushing  Plant 
Construction 

Lock    Work.    111.    &    Miss. 
Canal   200 

Stone  Dust,  Value  for  Mortar 5 

Storing  Materials.  Cost  of isn,  225 

Subway  Lining 
Cost  of 

Long  Island  R.  R 361 

New    York   Rapid    Transit 

Ry 3.')7,  3r.8 

Methods  of 

Ijong  Island  R.    R 361 

New    York    Rapid    Transit 
Ry 356 


Page 

Superintendence 

Cost  of... 57.   58,   185,   193.    197, 

210.    211.    212.    273.    275,    397 


Tamping  Concrete 

Cost  of 197 

Lock,  IlL   &   Miss.   Canal. 

206,  207 

Method  of 

Lock,  111.  &  Miss.  Canal.. 204 

Tank  Construction 
Methods  of 

Gas    Holder,    Des    Moines. 

la 609 

Gas  Holder.  New  York 614 

Tooling  Concrete 

Cost  of 394,   396 

Transporting   Concrete 
Cost  of 

Cableways 270 

Cars   280 

Chutes    67 

Cars  and  Derricks 285 

Car  and  Trestle  Plant 

63,  210.  212,  222 

Wheelbarrows 53,   1 89. 

197,    272,    285,    293.    294.    296 
Methods  of 

Belt   Conveyors    (See   also 

Belt  Conveyors)   64-65 

Bucket  Hoists   474 

Building  Work    472 

Cableways   

64,  180.  289.  369,  370 

Cars 404.    421 

Cars  and  Chute 191   192 

Car  and    Trest  le 

63,  243.  246,  377 

Chutes   (see  also  Chutes). 

66.    67,    68 

Derricks    479 

Dump  Wagons    54 

Effect   on   Placing 54 

Enumeration  of   52 

Hand   Costs    53 

Hoist   and    Cars 372 

Platform  Hoists   479 

Pulley   and   Horse 489 

Traveling  Derrick   Plant.. 374 

Trestle  Runways   54 

Wheelbarrows  53 

Transporting  Materials 

Cars    for    45 

Cost  of 

Bridge  Pier  Work 243 

Cars   275 

Car  and  Trestle  Plant 222 

Dam,    Rock   Island.   Ill 225 

Horse  Carts 49,  270.   273 

Lock,  111.  &  Miss.  Canal . . 

206.  207 

W^heelbarrows   

47,    48.    189,    197,    214. 

280,    292.    293.    294.    296.    419 
Methods  of 

Belt    Convej'ors    (see   also 

Belt  Conveyors)    64-65 

Cableways   64,  269 

Carrying   in    Shovels 47 

Chutes  (see  also  Chutes). 

46,  65,  66 

Hand  Carts   48 
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Transporting  Materials 

Horse   Carts    48 

Indians    62 

Shoveling        to        Derrick 

Buckets    46 

Trestle   and    Car   Plants..  63 
Wheelbarrows    47 

Trestle  Runways,  Cost  of 54,  55 

Trestles 

Car,   Cost  of   63 

Structui-al    Details    63 

Tunnel   Construction    (See  Tunnel 
Lining) 

Tunnel   Lining 

Backfllllng  Machine   for 330 

Cost  of 

Cascade  Tunnel   338 

Gunnison    Tunnel    355 

Hodges  Pass  Tunnel 345 

Mullen  Tunnel    333 

Peeksklll    Tunnel    336 

Short   Railway    344 

Methods  of 

Burton    Tunnel    347 

Capitol    Hill,    Washington, 
j^    Q     329 

Casc-ade  Tuiinei   . . /. . . . . .'  !336 

General    Discussion    328 

Gunnison    Tunnel    3=i3 

Hodges  Pass  Tunnel 338 

Mullan    Tunnel     332 

Peeksklll.    N.    Y 333 

Mortar  Car  for 333 

Removing  Old.  Methods  of 332 

Traveling    Derrick    for 330 

Traveling  Platform  for... 337,  350 


U 


Unloading  Materials 
Cost  of 

Grab   Buckets   62 

Methods  of 

Grab    Buckets    62 


Page 


Voids     (See    also    Gravel,     Sand, 
Stone) 
Conditions  Governing   25 


W 
Wall  Ties 

Construction  of  265 

Washing  Gravel 
Cost  of 

L.   S.    &  M.  S.    Ry 22 

Stewart-Peck  Sand   Co...  24 

Washing  Gravel 
Methods  of 

Lock,    Cascades   Canal 191 

Stewart-Peck  Sand  Co....  23 
Water 

Quantity  in  Concrete 

Rule   for   Figuring 42 

Waterproofing 

Cost  of 

Hydrolithlc  Coating  677 

Long  Island  R.  R.  Subway. 67 9 

New  York  Subway 680 

Sylvester  Mortar   675 

Sylvester  Wash  674 

Methods  of 

Bituminous  Coatings 670 

Covered  Reservoir  for  Fire 

Service    596 

Hydrollthic  Coating 676 

Impervious  Mixtures 668 

Long    Island    R.    R.    Sub- 
way     678 

Medusa  Compound   669 

Moisture   Coatings    677 

New  York  Subway 679 

Novold   Compound    670 

Oil  and  Paraffin  Washes.. 677 

Star  Stellen   Cement 669 

Sylvester  Mortar 675 

Sylvester  Wash    673 

Szerelmey    Wash 673 

Wheelbarrows 

Loads  for   « 47 


MIXING  BY  KNEADINQ 

(The  Statement  or  a  Principle) 

THE  Chicago  Improved  Cube  Mixer  mixes  concrete  by  a 
kneading  process.  The  charge  of  cement  sand  and  stone 
is  held  together  as  a  unit  and  the  separate  materials  are  in- 
corporated by  a  folding  and  pressing  process  into  a  homogeneous 
batch  of  mixed  concrete.  All  the  materials  are  charged  as  a  unit, 
all  are  mixed  as  a  unit;  all  are  discharged  as  a  unit.  Segregation 
is  impossible  because  at  no  time  during  the  whols  process  of 
charging,  mixing  and  discharging  is  any  part  or  particle  of  the 


batch  cut  away  from  the  other  parts.  On  the  contrary  every 
motion  of  the  machine  acts  to  keep  together  all  the  particles,  ac- 
complishing the  mixing,  not  by  cutting  and  spooning,  but  by 
folding,  squeezing  and  rubbing  the  cement  paste,  sand  and  ag- 
gregate into  intimate  contact.  This  is  the  cube  principle  of 
mixing  concrete.  To  this  principle  in  its  perfect  development 
the  Chicago  Improved  Cube  mixer  adds  mechanical  perfection  as 
a  mixing  machine — rapid  operation,  minimum  power  consump- 
tion, and  large  outout  per  man  woiked. 

Tm  cuom  pnncipH  of  nii><ii(  produnB  Ihe  moat  pcdtcl  concrete  ihil  can  be  mlied — The 
Ch'cata  Improved  Cube  Hlicr  Eiv»  i,k  nubc  principle  In  all  lii  perfecilon  plut  high  oiHpul 
■nd  low  ant  u  ■  worklni  meduniim. 

Municipal  Engineering  &  Contracting  Co. 


CONCRETE  AND  REINFORCED 
CONCRETE  CONSTRUCTION. 

Bv 
HOMER  A.  REID,  ASSOC.  M.  AM.  SOC.  C.  E. 


|HIS  is  the  most  complete  and  comprehen- 
sive book  ever  written  on  this  subject.  It 
is  in  fact  a  combination  of  several  books 
in  one — all  original,  carefully  written  and 
up-to-date.  It  has  200  working  drawings  of  bridges, 
bridge  piers  and  culverts;  60  working  drawings  of 
sewers,  water  mains  and  reservoirs;  30  working 
drawings  each  of  retaining  walls  and  dams;  200 
working  drawings  of  buildings  and  foundations,  in- 
cluding shops,  roundhouses,  etc.  It  has  more  text 
pages,  more  drawings  and  more  tables  of  test  data 
on  concrete  and  reinforced  concrete  construction 
than  any  other  book  ever  published.  No  other  book 
on  concrete  contains  one  tenth  so  much  of  the  very 
latest  data  on  tests,  theory  and  practice.  A  16- 
page  Table  of  Contents  will  be  sent  free. 

In  a  two-column  review  of  this  book,  ** Manu- 
facturers' Record'*  says:  'There  seems  to  be  no 
portion  of  concrete  or  reinforced  concrete  that  has 
not  been  touched  upon,  and  the  thoroughness  and 
carefulness  with  which  the  author  has  handled  his 
subject  should  make  it  a  valuable  assistant  to 
engineers,  architects,  contractors  and  those  inter- 
ested in  concrete  generally." 

Cloth,  906  pages,  7 1 5  illustrations,  70  tables ;  price  $5  net,  postpaid. 


THE  MYRON  C.CLARK  PUBLISHING  CO. 

355  Dearborn  Street,  CHICAQO 


Speed  Means  Dollars 

in  all  construction  operations  but  never 
more  so  than  in  the  mixing  of  concrete. 

The  Smith  Mixer 

#jT  Delivers   concrete   so    fast    that    the    builder's 

Jl  greatest  problem  is  how  to  get  the  material  to 

and  from  the  Mixer  as  rapidly  as  the  Smith  "delivers 

the  goods/*  and  we  can  help  him  solve  that  problem  too. 

#|T  Furthermore,  the  Smith  Mixer  helps  its  user  to 
jJ  make  time  on  a  job  in  this  very  important  partic- 
ular, viz: — it  is  so  durable — so  smooth  running  and 
every  detail  of  its  construction  is  of  such  superior 
material  and  workmanship,  that  delays  on  account 
of  breakage  and  repairs,  common  to  less  carefully 
.  made  machines,  are  eliminated  in  the  Smith.  And 
that  saves  money  for  the  *'Smilh"  user. 

#TT  We  repeat  that  you  caimot  afford  to  buy  any 
jj  Mixer  without  first  confening  with  the  most  suc- 
cessful, largest  and  most   experienced   marketers   of 
concrete  mixers  in  the  world. 

Contractor,'  Siq>ply  and  Eqaipment  Compuqr 

Old   Colony  Bldg.,  Chicago 
170  Broad way^  New  York 


Branches    in    all 


Cities 


Th€  Coatndon'  Supply 
mnd  Bqutpmeat  Cwnpmny  h 
now  eoPBolktmttd  with  Tb» 
T.  L*  Smitb  Coatpmmy,  man* 
uinciunra  of  SmItb  Mixen, 
Inaaring  partaet  anrvlop  <o 
ourcuMi 


toman. 


11,000  ^r  "Cost  Data" 

Were  sold.  last  year  and  the  demand  continues  to  increase. 

This  book  has  over  600  pages  o£ 
actual  costs  taken  from  the  private 
tvcords  of  engineers  and  contractors 
and  so  itemized  ami  analyzed  as  to 
be  of  inestimable  vahie  to  any  person 
who  has  to  do  with  making  bids  and 
estimates  at  in  checking  estimates. 
It  gives  also  valuable  data  on  meth- 
ods of  constriiclion,  X.ha^  enabling 
foremen  to  handle  work  in  the  most 
tconomieal  tnanner  possible. 

The  different  sections  are:  (1) 
Cost-Keeping,  Preparing  Estimates. 
Organization  of  Forces,  etc. ;  (2)  Cost 
of  Earth  Excavation;  <3)  Cijst  of 
Rock  Excavation.  Quarrying  and 
Crushing;  (4)  Cost  of  Roads,  Pave- 
ments and  Walks;  (.■))  Coat  of  Stone 
Masonrj-;  (Ci)  Cost  ol  Concrete  Con- 
struction of  All  Kinds;  (7)  Cost  of 
Water  Works;  (8)  Cost  of  Sewers, 
Vitrified  Conduits  and  Tile  Drains; 
(9)  Cost  of  Piling.  Trcstling  and  Tim- 
benvork;  (10)  Cost  of  Erecting  Build- 
ings; (11)  Cost  of  Steam  and  Elec- 
tric Railways;  (12)  Cost  of  Bridge 
Erection  and  Painting;  (13)  Cost  of 
Raihvay  and  Topographic  Sur\'eys; 
(14)  Cost  of  Miscellaneous  Structures. 

Flexible  leather,  gilt  edges,  622  pages,  illustrated, 

$4.00  net,  postpaid. 

24-page  circular,  showing  contents  and  sample  pages,  will  be 

mailed  FREE  on  request. 

DO  XOT  BUY  any  honk  on  a  contracting  or  engineering  subject 

until  you  liiivc  written  us  for  catalogs  and  prices. 

Send  us  your  name. 

The  Myron  C.  Clark  I^iblishing  Company 

355  Dearborn  Street,  CHICAQO 


George  P.  Carver 

A.  N.  Am.  Sm.  C  L 

CONCRETE 
SPECIALIST 

I  am  prepared  to  undertake 
the  designing,  inspection  and 
supervision  of  Reinforced  Con- 
crete Structures  according  to  the 
best  practice;  also  to  submit 
estimates,  specifications  and 
contracts  for  this  class  of  work. 
I  will  act  in  an  advisory  capac- 
ity on  this  form  of  construction. 
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1003,   113  Clark  Street 
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"Cement"  covers  the  entire  field. 

The  important  literature  that  points  the  way  to  successful  completion  of  concrete 
construction. 

Below  are  a  few  articles  that  have  appeared  in  "Cement"  and  which  suggest  its  value 
to  those  interested : 

**An  Experimental  Study  of  Reinforced  Concrete  in  Compression." 

"Compressive  Resistance  of  Concrete  Reinforced  Laterally." 

"Bowstring  Trusses  of  Reinforced  Concrete." 

"The  Progress  in  Building  Plat,  Sdlid  Arches  of  Long  Span." 

"The  Adhesion  of  Mortar  and  Concrete." 

"Austrian  Government  Regulations  for  Concrete  and  Reinforced  Concrete  Construction." 

"The  Shearing  Resistance  of  Reinforced  Concrete." 

"The  Determination  of  the  Sliding  Resistance  in  Reinforced  Concrete  Beams." 

"The  Adhesion  of  Concrete  to  Steel  as  Af!ected  by  the  Quantity  of  Water  Used  in  Mixing." 

"The  Design  of  Reintorced  Concrete  Beams  from  the  Economic  Point  of  View." 

"Bending  Moments  in  Continuous  Reinforced  Concrete  Beams. '* 

"Surfaces  of  Greatest  Shearing  Stresses  for  Steel  Reinforcing  in  Concrele." 

"The  Compressive  Resistance  of  Blocks  and  Columns  of  Concrete  and  Stone." 

"Table  of  Dimensions  and  Allowed  Working  Stresses  of  Hinged  Concrete  Arches." 

The  designing  engineer,  architect  and  builder  will  find  information  of  a  technical  nature 
that  makes  "Cement"  practicalfy  a  ha  id- book  for  ready  reference. 

Other  articles  on  the  manufacture  of  cement  and  the  progress  of  the  develop'^snt  oi'the 
industry  complete  the  literature  on  the  subject. 

"Cement"  is  published  monthly  by 

«  

The  Progress  Publishing  Co. 

Subscription  $2.00  a  year.  13-21  Park  Row,  New  York  City 


Practical   Cement 

Testing^ 

By  W.  PURVES  TAYLOR/M.  E.,  C.  E. 
Engineer  in  charge  Philadelphia  Municipal  Testing  Laboratories. 

Cloth,  6x9  inches,  330  pages;  142  illustrations;  58  tables; 

$3.00  net,  postpaid. 

This  is  the  first  practical  and  exhaustible  treatise  on  this  important  subject.  It  has 
already  been  adopted  as  a  text  book  by  the  University  of  Pennsylvania  and  leading 
technical  schools.  Each  chapter  contains  a  minute  description  of  the  methods  followed 
in  the  author's  laboratory  and  many  valuable^  suggestions  as  to  the  "how"  and  "why" 
of  cement  testing.  The  observation  on  the  interpretation  of  results,  one  of  the  most 
difficult  tasks  of  the  novice,  are  especially  pertinent  and  are  expressed  in  a  fair  and  oon- 
aeryative  manner. 

'  The  book  is  so  complete  that  it  can  be  put  in  the  hand.s  of  a  youag  engineer  with  con- 
fidence that  it  will  enable  him  to  make  relii^le  tests  on  cement.  The  wealth  of  photo- 
graphs and  line  cuts  furnish  the  pictorial  examples  of  how  to  conduct  cement  tests,  and 
the  300  pages  of  text  are  so  Cfxplicit  that  even  the  most  inexperience  i  men  can  soon  learn 
the  art  of  cement  testing.  Yet  the  book  has  not  a  superfluous  paragraph.  The  list  of 
chapters  includes:  CI)  Classification  and  Statistics,  (2)  Composition  and  Constitution, 
(3)  Manufacture,  (4)  Inspection  and  Sampling;,  (5)  The  Testing  of  Cement,  (6)  Specific 
Gravity,  (7)  Fineness,  (8)  Time  of  Setting.  (9)  Tensile  Strength,  (10)  Soundness.  (11)  Chem- 
ical Analysis,  (12)  Special  Tests,  (13)  Approximate  Tests,  (14)  Practical  Operation,  (15) 
Other  Varieties  of  Cement  Than  Portland.  (16)  Specifications  (The  Author's  Am.  Soc.  C.  E., 
A.  M.,  Soc.  Test.  Mtls.,  Soc.  Chem.  Indust.,  Ck>rps  Eng.  L.  S.  A.  British  Standard  Can. 
Soc.  C.  E.). 


Cements,  Mortars  ing 
Concretes 


—  Their   Physical    Properties 


An  up-to-date  compendium  of  reliable  tests  of  Cements, 

Mortars  and  Concretes 

By  MYRON  S.  FALK,  Ph.  D.. 
Instructor  in  Civil  Engineering,  Columbia  University. 

Cloth,  6  X  9  inches;  184  pages;  illustrated;  price,  $250  net,  postpaid. 

This  book  contains  a  very  complete  report  of  the  results  of  tests  made  during  the  past 
fifteen  years,  and  gives  these  results  in  tables  and  diagrams  classified  according  to  subjects. 
This  is  a  reference  book  that  should  be  in  the  hbrary  of  every  civil  engineer.  ^The  contents 
include  chapters  on  Chemical  Properties  of  Cement,  Physical  Tests  of  Cement,  Genera] 
Physical  Properties,  Elastic  Properties  in  General,  Tensile  Properties.  Compressive  Prop- 
erties, Flexural  Pipperties.  Report  on  Uniform  Tests  of  Oment  by  the  Special  Committee 
of  the  American  Society  ot  Civil  Engineers  and  Constitution  of  Cement. 

WRITE  US 

for  catalogs  and  circulars  covering  all  classes  of  books  for  contractors, 
engineers  and  railway  men.  Tell  us  your  wajtts.  We  have  unexcelled 
facilities  for  giving  prompt  and  reliable  assistance  to  our  friends. 


The  Myron  C.  Clark  Publishing  Co. 

355  Dearborn  Street,  CHICAQO 
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Published  Ever>^  Thursday 
in  The  Interests  of 


Engineers 
Contractors 


Architects 
Railway  Officials 


If  You  Are  Not  a  Subscriber 
Send  For  a  Sample  Copy. 


The  Engineering  News  Pub.  Co. 


New  York  City 


Our  Books  and  Others  By 
The  Same  Authors 

All  Prices  Net  Postpaid 

BERG. — ^Timber  Test  Records.    Paper,  57  pages,  20  tables I  .50 

FALK. — Cements,   Mortars  and  Concretes.     Cloth,   6x9  inches,  184  pages, 

with  Illustrations 2.50 

FISH. — Mathematics  of  Paper  Location  of  a  Railroad.    Paper,  20  pages. . .     .25 

GILBRETH.— Field  System.    Flexible  leather,  200  pages,  with  illustrations  3.00 

GILLETTE. — Earthwork  and  its  Cost.     Cloth,  5%x7  inches.  260  pages,  50 

figures  and   illustrations 2.00 

Economics  of  Road  Construction.     Cloth,  6x9  inches,  49  pages,  9  illustra- 
tions      1.00 

Handbook  of  Cost  Data.  Flexible  leather,  gilt  edges,  622  pages,  illustrated  4.00 

Rock  Excavation — Methods  and  Cost.     Cloth,  5V^x7  inches,  384  pages,  56 
figures  and   illustrations 3.00 

GILLETTE  AND  HILL. — Concrete  Construction — Methods  and  Cost.  CJoth, 

6x9  inches,  700  pages,  320  illustrations 5.00 

INSKIP. — Tables  of  Logs  and  Squares.    Flexible  leather,  6x7^  inches,  284 
pages    3.00 

KINDELAN. — The  Trackman's  Helper.    Revised  edition.    Cloth,  350  pages, 

24  tables  and  64  illustrations 1.50 

LAVIS. — Railroad  Location    Surveys  and  Estimates.     Cloth,  270  pages,  73 

illustrations.  10  folding  plates 3.00 

LOVELL. — Practical    Switchwork.     Tenth    edition.     Cloth,    174   pages,   25 

illustrations,  39  tables i. . .  1.00 

M'CULLOUGH.— Engineering   Work   in   Towns  and   Small   Cities.     Cloth, 

5x8  inches,  480  pages,  illustrations  and  tables 3.00 

REID. — Concrete    and     Reinforced     Concrete     Construction.     Cloth,    6x9 
inches,  906  pages,  715  illustrations,  70  tables 5.00 

SMITH. — Maintenance  of  Way  Standards  on  American   Railways.     Cloth, 

567  pages,  169  plates,  illustrated 1.50 

StandardTurnoutson  American!  Railroads.    Leather,  41  pages,  20  illustra- 
tions       1.00 

Railway  Curves  for  Practical  Trackmen.  Cloth,  50  pages,  20  illustrations. .  1.00 

TAYLOR.— Practical  Cement  Testing.     Cloth,  6x9  Inches,  330  pages,  142 

illustrations,  58  tables 3.00 

In  Preparation,  April,  1908~Ready  5oon 
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GILBRETH. — Concrete  System. 

HEIDENREICH.— Pocket  Book  of  Reinforced  Concrete. 

MAYER. — Telephone  Construction — Methods  and  Cost. 

M'CULLOUGH.— Engineering  Contractors'  Hand  Book.  * 

PECKHAM. — Solid  Bitumens:  Their  Physical  and  Chemical  Analysis,  Together 

with  a  Treatise  on  the  Chemical  Technology  of  Bituminous  Pavements. 
REUTERDAHL. — ^Theory  and  Design  of  Reinforced  Concrete  Arches. 
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The  American 
Architect  and  Building 

News 


The  live  WEEKLY  architectural 
paper.  Keeps  its  readers  up-to-date 
upon  Reinforced  Concrete  and  Steel 
construction  as  applied  to  buildings. 
Publishes  while  new  and  of  greatest 
interest,  illustrations  and  such  other 
information  as  those  interested  in 
Architecture  want,  regarding  the  con- 
spiciously  good  work  of  the  best  men 
in  the  profession.  Advance  building 
news  is  a  special  feature.  Subscription 
price  $6.00  a  year.  For  current 
architectural  information  and  building 
news,  read 
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FIELD  SYSTEM. 

By  FRANK  B.  QILBRETH. 

This  book  was  written  by  one  of  the  largest  general  contractors 
in  the  world,  and  contains  nearly  200  pages  of  rules  and  instruc- 
tions for  the  guidance  of  his  foremen  and  superintendents.  It  is 
the  outgrowth  of  over  20  years  of  experience  in  the  contracting 
business  and  embodies  scores  of  suggestions  for  economizing  and 
for  increasing  the  output  of  the  men  on  the  job.  Mr.  Gilbreth 
is  the  contractor  who  made  the  "  Cos  t-plus-a- fixed-sum-con  tract*' 
famous;  in  doing  so,  he  has  likewise  made  famous  Gilbreth*s  '*Field 
System/'  only  a  few  excerpts  from  which  have  heretofore  appeared 
in  print. 

In  making  public  his  "Field  System,"  Mr.  Gilbreth  is  performing  a  service 
to  the  public  that  is  comparable  with  the  action  of  a  physician  in  disclosing 
the  secret  of  his  success  in  curing  a  disease.  The  disease  that  Gilbreth's 
"Field  System"  aims  to  cure  is  the  hit  or  miss  method  of  doing  contract  work. 

200  pages,  with  illustrations ;  bound  in  leather ;  price  $3.00  net,  postpaid. 

[In  preparation  April,  1908.     Ready  soon.] 

THEORY  and  DESIGN  of  REINFORCED  CONCRETE  ARCHES 

By  ARVID  REUTERDAHL,  SC.  B.,  A.  M., 

Assistant  City  Engineer,  Spokane,  Wash. 

Of  ail  the  problems  in  bridge  designing  the  analysis  of  the 
elastic  arch  is  bv  far  the  most  difficult.  The  works  which  have 
heretofore  appeared  on  this  subject  are  either  so  mathematically 
abstruse  or  leave  so  much  to  the  reader  to  demonstrate  for  himself 
that  they  are  of  little  value  to  the  practical  engineer  or  to  the 
technical  student  whose  mathematical  training  has  not  been  of 
exceptional  order.  This  book  remedies  these  faults.  The  analysis 
is  graphical.  Every  principle  involved  is  explained  thoroughly; 
there  are  no  missing  steps.  The  result  is  for  the  first  time  a 
treatise  on  the  elastic  arch  which  can  be  read  and  understood  by 
the  general  practitioner. 

ENGINEERS'  POCKETBOOK  OF  REINFORCED  CONCRETE 

By  E.  LEE  HEIDENRICH. 

Consulting  Concrete  Engineer. 

'  This  book  gives  all  the  tables,  formulae  and  data  necessary 
for  the  design  of  reinforced  concrete  structures  of  all  kinds.  Its 
purpose  is  to  do  for  the.  reinforced  concrete  engineer  what  Kent 
and  other  pocketbooks  do  for  the  mechanical  or  the  electrical 
engineer.  Design  and  construction  are  all  given  careful  and  ade- 
quate consideration.  Buildings,  Conduits,  Retaining  Walls,  Tanks 
and  Bins,  Bridges  and  Culverts,  etc.,  are  all  covered  by  the  text, 
formulae  and  data.  The  tables  are  numerous  and  practical,  and 
many  of  them  have  been  computed  for  this  book  and  are  not  to 
be  found  elsewhere. 
Flexible  leather,  about  300  pages,  illustrated;  price,  $3.00  net,  postpaid. 
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ANSWERS 


The  Concrete  Age  is  the  representative  journal  in  the 
cement-concrete  products  industry — ^because  it  gives,  in 
each  issue,  more  up-to-date  authentic  information  on  live 
subjectb  pertainin'^  thereto,  than  any  similar  publication. 

Its  News  Departments  present  the  latest  details  as  to 
now  compariies  projected  and  organized — being  carefully 
compiled  from  authentic  sburces  and  as  nearly  accurate  as 
such  news  can  be  made. 

Special  Subjects  of  timely  interest  and  value  appear 
in  each  number,  keeping  the  reader  posted  as  to  the  most 
recent  and  important  developments  in  the  field  at  large, 
prepared  by  writers  of  practical  knowledge  and  well-known 
ability.  

It  is  therefore  the  Best  Paper  for  those  desiring  to 
keep  fully  pojted  as  the  cement- concrete  industry  in 
general,  as  well  as  these  looking  for  specific  information  on 
Special  Subjects. 

8^  The  perusal  of  its  columns  will  prove  of  practical 
value  to  the  manufacturer,  or  prospective  manufacturer  of 
cement-concrete  products  and  the  use  of  advertising  space 
will  bring  results  to  the  manufacturer  of  cement-concrete 
products  machinery. 

Write  for  sample  copy  now  and  be  convinced. 

Subscription  Price  $1.00  per  year. 

Address, 

THE  CONCRETE  AGE 

Atlanta,  Qa. 


ROCK  EXCAVATION-METHODS  AND  COST. 

BY 

H ALBERT   P.  GILLETTE, 

Editor  * '  Engineering-Contracting. ' ' 

This  book  covers  the  whole  subject  of  rock  excavation, 
whether  in  excavations  for  structures  or  in  quarries.  Tunneling, 
shaft  sinking  and  quaiTving  and  crushing  are  considered  in  par- 
ticular detail.  It  is  a  practical  book  for  practical  rock  men. 
One  superintendent  who  purchased  this  book  writes  that  he  has 
cut  the  cost  of  his  drilling  and  blasting  practically  in  half  since 
he  received  the  book  and  applied  the  methods  given  by  Mr.  Gil- 
lette.    "Rock  Excavation**  has  chapters  describing: 

Rocks  and  Their  Properties — Methods  and  Cost  of  Hand  Drining — 
Machine  Drills  and  Their  Use — Steam  and  Compressed  Air  Plants — The 
•Cost  of  Machine  Drilling — Cost  of  Diamond  Drilhrig — Explosives — Charg- 
ing and  Firing — Methods  of  Blasting— <?ost  of  Loading  and  Transporting 
Rock — Quarrying  Stone — Open  Cut  Excavation — Methods  and  Cost  on 
the  Chicago  Drainage  Canal — Cost  of  Trenches  and  Subways — Subaque- 
ous Excavation — Cost  of  Railway  Tunnels — ^Cost  of  Drifting,  Shaft  Sink- 
ing and  Stoping. 

Cloth,  5^x7  inches,  384  pages,  56  figures  and  illustrations;  $3.00  net, 
postpaid. 

EARTHWORK  AND  ITS  COST, 

BY 

H ALBERT   P.  GILLETTE, 

Editor  "Engineering-Contracting" 

A  book  that  should  be  in  the  hands  of  every  man  who  is  in 
charge  of  "moving  dirt,"  whether  with  pick  and  shovel,  plow 
and  scraper,  steam  shovel  and  dredge,  or  any  other  tool  for  dig- 
ging and  conveying  earth. 

Cloth,  5x7  i  inches,  260  pages,  50  figures  and  illustrations ;  $2.00  net, 
postpaid. 

ECONOMICS  OF  ROAD  CONSTRUCTION. 

BV 

HALBERT   P.  GILLETTE, 

Editor  ** Engineering-Contracting. " 

This  book  is  the  only  book  on  road  construction  that  goes 
into  the  detailed  cost  of  construction..  The  methods  and  cost 
of  construction  given  are  drawn  from  the  author's  own  expe- 
rience, both  as  an  engineer  in  charge  of  road  work  and  as  a  con- 
tractor for  constructing  many  miles  of  roads  of  all  kinds. 
Cloth,  184  pages,  illustrated ;  price  $1.00  net,  postpaid. 
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JUST    A    MINUTEI 

After  you  have  read  Mr.  Gillette's  book  on  Concrete  Con- 
struction-Methods and  Cost  you  will  find  the  Handbook  for  Cement 
Users,  by  Charles  Carroll  Brown,  M.  Am.  Soc.  C.  E.,  a  very  neces- 
sary addition  to  your  books  on  concrete.  The  Handbook  contains 
much  information  that  you  will  find  helpful,  such  as  a  collection 
of  the  best  specifications  for  cement  and  its  testing  and  for  the 
various  kinds  of  concrete  and  methods  of  placing.  The  Handbook 
meets  all  the  needs  of  the  practical  Engineer  and  Constructor  not 
met  by  Mr.  Gillette's  book.  The  two  together  will  make  a  com- 
plete library  on  pracfical  Concrete  Construction.  It  contains  368 
pages,  bound  in  cloth.     Price,  $3.00,  carriage  prepaid. 

The  Directory  of  American  Cement  Industries 

A  complete  directory  of  the  great  modern  industry  in  all  its 
branches.  Contains  lists  of  manufacturers  of  cement,  trade  brands, 
dealers,  sales  agents,  contractors  and  other  users  of  cement,  manu- 
facturers of  cement  and  concrete  machinery  and  tools.  Gives 
reliable  credit  ratings  and  approximates  the  amount  of  cement 
handled  by  each  party.  Kept  up  to  date  by  frequent  new  addi- 
tions.    650  pages,  cloth.     $5.00,  carriage  prepaid. 

Municipal  Engineering  Magazine 

The  leading  authority  on  the  manufacture  and  use  of  cement 
in  America.  The  pioneer  publication  in  the  development  of  the 
industry.  Every  number  adds  to  the  stock  of  knowledge  in  the 
concrete  field  as  well  as  in  the  rest  of  the  municipal  field  covered 
by  its  title  and  will  serve  to  keep  the  Engineer  and  Contractor  up 
to  date.     More  than  800  pages  in  a  year  for  $2.00. 

Send  all  orders  for  books  and  the  magazine  to 


Municipal  Engineering;  Co. 


Club  Bldg. 


Indianapolis,  Ind. 


Engineering-Contracting 

EVERY  WEDNESDAY    ^  f    FOR  THE  12  I5SUES 

This  is  the  great  METHODS  AND  COST  paper, 
and  is  the  only  engineering  paper  published  whose 
editor  has  had  actual  contracting  experience  and 
who  is  at  the  same  time  a  practicing  engineer.  It 
is  devoted  to  the  interest  of  the  engineer  as  a 
builder,  and  its  articles  deal  with  those  practical 
features  which  enable  engineers  and  contractors 
to  make  close  and  accurate  estimates  and  foremen 
to  handle  work  in  the  most  economical  manner 
possible.  The  information  concerning  costs  is  not 
contract  prices,  but  actual  costs  taken  from  the 
private  records  of  engineers  and  contractors,  and 
so  itemized  and  analyzed  as  to  be  of  inestimable 
value  to  any  person  who  has  to  do  with  making 
bids  and  estimates  or  in  checking  estimates  on 
such  work  as  is  described  in  each  article. 

Articles  showing  the  methods  and  cost  of  con- 
crete and  reinforced  concrete  construction  in 
various  classes  of  work  are  published  each  week; 
also  articles  giving  the  actual  cost  of  erecting  con- 
crete, steel  and  wooden  bridges,  this  being  the  first 
time  information  of  this  kind  has  ever  appeared 
in  print;  articles  giving  the  actual  cost  of  labor 
and  materials  required  for  each  and  every  kind  of 
typical  railway  structure,  such  as  station  build- 
ings, section  houses,  water  tanks,  fuel  stations, 
fences,  tunnels,  culverts,  trestles,  bridges  and  an 
analysis  of  the  cost  of  many  different  railway  lines. 

No  Engineer  or  Contractor  can  afford  to  be  without  the 
volumes  of  Engineering-Contracting  as  a  refer- 
ence encyclopedia  on  methods  and  costs. 

Sample  Copies^FRBB 
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